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LETTERS  OF  TRANSMITTAL. 


Department  of  the  Interiob, 

Washington,  December  7,  19H. 
Sxa:  In  compliance  with  the  provisions  of  section  2  of  the  act 
approved  Jime  17,  1902,  entitled  "An  act  appropriating  the  receipts 
from  the  sale  and  disposal  of  public  lands  in  certain  States  and  Terri- 
tories to  the  construction  of  irrigation  works  for  the  reclamation  of 
arid  lands,"  I  have  the  honor  to  transmit  the  Thirteenth  Annual 
Report  of  the  Reclamation  Service. 
Very  respectfully, 

Franklin  K.  Lane. 
The  Speaker  of  the  House  of  Representatives. 


Department  op  the  Interior, 
United  States  Reclamation  Service, 

Washington,  D.  C,  September  18,  1914^ 
Sir:  Transmitted  herewith  is  the  Thirteenth  Annual  Report  of 
the  Reclamation  Service.  This  report  relates  in  particular  to  the 
work  completed  and  in  process  during  the  fiscal  year  ended  June 
30, 1914,  out  contains  also  information  in  regard  to  previous  opera- 
tions, in  order  that  the  methods,  progress,  and  results  of  reclamation 
work  may  be  more  readily  understood. 
Very  respectfully, 

T.  H.  Newell, 

Director. 
The  Secretary  of  the  Interior. 
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RECLAMATION  SERVICE. 


GENERAL  DISCUSSION. 
EOHE  KAEDTG. 

Increasing  the  number  of  farm  homes  and  extending  the  area  of 
productive  lands  in  the  United  States  are  the  objects  of  the  work  of 
the  Beclamation  Service.  This  end  has  been  made  possible  by  the 
act  of  June  17, 1902,  which  sets  aside  the  proceeds  from  the  di^oeal 
of  public  lands  for  tke  survey,  construction,  and  maintenance  or  irri- 
^tion  works  for  the  storage  and  diversion  of  waters  for  arid  lands 
m  the  Western  States.  The  extent  to  which  such  homes  and  farms 
have  been  created  in  otherwise  useless  areas  testifies  to  the  success  of 
the  act.  That  success  has  been  attained  is  shown  by  the  fact  that 
during  1913  the  crop  production  on  the  areas  alreadv  supplied  with 
water  exceeded  $15,700,000,  and  also  by  the  further  fact  that  during 
the  spring  of  1914  additional  areas  of  heretofore  untilled  land  were 
being  subdued  and  brought  into  productive  condition. 

In  the  12  years  which  have  elapsed  since  the  passage  of  the  act 
large  projects  of  water  storage  and  distribution  have  been  initiated, 
the  prmcipal  works  constructed,  and  water  brought  out  to  an  extent 
sufficient  to  supply  over  1,300,000  acres  of  land.  The  foundations 
thus  laid  and  the  works  thus  built  are  planned  with  a  view  to  ex- 
pansion to  double  this  area.  As  the  country  develops,  as  the  indi- 
vidual farmers  till  more  land,  it  is  possible  with  relatively  less  addi- 
tional cost  to  extend  or  complete  the  details  of  construction  until 
nearly  3,000,000  acres  have  been  supplied  with  water. 

IBBiaATOB'S  SUCCESS. 

On  the  success  of  the  irrigator  depends  the  success  of  the  irrigation 
project.  Unless  the  average  man  is  able  to  make  not  merely  a  living 
but  also  to  accumulate  a  competence  the  efforts  made  in  the  reclama- 
tion of  the  arid  lands  can  not  be  considered  as  successful. 

In  order  that  the  greatest  possible  good  may  be  realized  from  the 
efforts  of  the  Government  and  the  irrigators,  it  is  necessary  that  the 
irrigators  appreciate  the  efforts  of  the  United  States  to  further  their 
interests  and  that  the  officials  responsible  for  the  administration  of 
the  irrigation  projects  fully  understand  the  needs  of  the  irrigators. 
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Through  cooperation  with  other  Federal  departments,  which  have 
materially  assisted  both  the  Beclamation  Service  and  the  irrigators, 
through  the  work  of  especially  e(|uipped  officials,  and  through  the 
interest  of  Members  of  Congress  m  the  Reclamation  Service  work 
much  has  been  done  toward  unifying  the  efforts  of  all  interested  in 
the  success  of  the  irrigators. 

CROPS  OF  1913. 

There  has  been  general  success  on  the  lands  irrigated  by  the  Gov- 
ernment works.  This  is  shown  by  the  total  crop  production  from 
24  projects,  on  which  very  nearly  700,000  acres  were  irrigated  in 
1913,  and  crops  were  harvested  from  the  greater  part  of  this  land 
with  a  total  value  of  $15,700,000.  The  total  crop  production  of  the 
year  1913,  however,  was  burdened  with  charges  due  the  reclama- 
tion fund  for  that  fiscal  year,  amounting  to  nearly  16  per  cent.  That 
is  to  say,  of  the  $15,700,000  produced,  over  $2,500,000  was  due  to  the 
United  States  imder  the  terms  of  the  reclamation  law.  The  accrued 
charges  for  1913  include  watet  rentals  on  land  as  to  which  no  con- 
struction charges  had  been  assessed,  and  also  charges  against  land 
not  under  cultivation.  To  obtain  some  idea  of  these  large  figures, 
it  may  be  said  that  these  irrigation  projects  in  effect  have  already 
added  to  the  producing  area  of  the  country  the  equivalent  of  a  small- 
sized  State.  By  comparison  with  the  United  States  census  figures 
for  1910  this  cropped  area  exceeds  that  of  Connecticut,  and  the  total 
value  of  the  crops  raised  on  the  projects  during  1913  is  greater  than 
those  given  by  that  census  for  some  of  the  smafler  States. 

The  crop  yields  for  1913  as  a  whole  were  good,  due  largely  to  the 
fact  that  there  was  an  abundant  supply  of  water  from  modb  of  the 
systems  being  built  by  the  Government.  Crop  prices  were  maintained 
fairly  well  throughout  the  year  and  there  was  generally  little  diffi- 
culty in  disposing  of  the  products  raised.  The  value  of  the  crops 
produced  on  all  of  the  irrigated  farms  averaged  $24.50  per  acre 
cropped.  This  amount  may  appear  small  when  compared  with 
statements  that  are  current  regarding  the  wonderful  productive 
capacity  of  irrigated  lands  offered  for  sale.  The  statistics  ordi- 
narily quoted  by  sales  agents  are  those  derived  from  the  most  suc- 
cessful farms  only  and  do  not  in  any  way  represent  a  true  average. 
The  above  figure  of  $24.50  per  acre  is  the  average  for  all  kinds  of 
irrigation  and  for  all  kinds  of  lands  to  which  water  has  been  ap- 
plied on  the  Government  projects,  bringing  together  not  only  the 
results  attained  by  the  successful  man,  who  has  produced  a  bountiful 
living  on  a  few  acres,  but  also  those  of  the  man  who  has  attempted 
to  irrigate  an  area  far  greater  than  he  could  handle  and  has  received 
back  hardly  the  equivalent  of  the  seed  he  has  sown. 

It  must  be  remembered  also  that  for  some  time  to  come  each 
year  is  apt  to  show  better  results  for  the  acreage  now  reported,  as 
the  proper  preparation  of  land  is  generally  a  progressive  process, 
as  it  takes  tmie  to  ascertain  what  are  the  best  paying  crops  in  any 
locality,  and  because  the  capital  employed  in  farmmg  operations 
can  be  gradually  increased. 

The  first  attempt  at  securing  crop  statistics  from  the  areas  irri- 
gated by  the  Government  projects  was  made  in  a  tentative  wav  for 
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the  year  1910.  On  the  basis  of  experience  then  obtained  the  methods 
were  improved  and  for  1911  and  1912  more  complete  data  were  se- 
cured, the  results  being  rejproduced  in  condensed  tables  and  dis- 
tributed for  official  use.  Tne  importance  of  the  subject,  however, 
justifies  the  inclusion  in  the  printed  annual  reports  of  a  discussion 
of  crop  production  because  the  success  of  all  reclamation  operations 
is  measmred  by  the  success  of  the  farmers;  crop  production  is  the 
final  test  of  the  economic  value  of  the  projects.  With  increased  ex- 
perience the  statistics  are  now  more  thoroughly  collected,  and  hence 
^ater  dependence  can  be  placed  upon  them  and  upon  the  conclu- 
sions drawn  from  them. 

Tabular  matter  concerning  crop  production  on  the  separate  proj- 
ects is  given  in  the  following  pages  in  connection  with  the  discussion 
of  each  project  and  in  the  appendix  are  given  summary  tables  for  all 
projects, 

INCB£ASE  OF  IBBIGATBB  ABEA. 

There  were  irrigated  by  the  Government  projects  in  191^  a  total  of 
nearly  700,000  aca-es.  an  increase  of  more  than  100,000  acres,  or  nearly 
20  per  cent,  over  tne  area  irrigated  in  1912.  Water  delivery  was 
begun  by  the  Reclamation  Service  in  1906,  when  relativelv  small 
areas  were  irrigated  on  the  Salt  Biver  project,  Arizona,  Truckee- 
Carson  project,  Nevada,  and  Carlsbad  project.  New  Mexico.  The 
following  table  shows  for  each  year  the  area  for  which  the  service  has 
been  prepare  to  supply  water  and  the  area  actually  irrigated.  The 
difference  is  made  up  by  undeveloped  private  and  State  lands,  public 
lands  not  entered,  and  portions  of  the  irrigated  farms  that  have  not 
been  prepared  for  water  and  cultivated.  This  last  item  is  a  consid- 
erable one.  In  1918  the  irrigable  area  of  the  farms  served  was 
915,243  acres,  whereas  but  699,183  acres,  or  only  about  75  per  cent, 
were  watered. 

Acreage  irrigable  and  irrigated  on  reclamation  projects. 


Ciaeiida^Y«ar. 

irrS^.> 

Acreage 
iiTjgated. 

ig05 

39,300 

206,300 

488,942 

730,001 

917,761 

1,042,009 

1,205,236 

1,265,381 

22,300 

1907                   

187,028 

MOS.ril 

289,640 

1J0».              

410,628 

MlO.'ir 

465,108 

IJU    

541,860 

iflia 

688,370 

ms 

099,188 

>  Area  Serrloe  was  prepared  to  supply  water. 

The  proportion  of  lands  irrigated  as  compared  with  lands  for 
which  water  was  ready  was  49  per  cent  in  1912  and  56  per  cent  in 
1913,  which  indicates  a  great  development.  This  percentage  is  ma- 
terially affected  by  the  constant  additions  made  to  the  area  irrigable 
and  would  rise  rapidly  if  additions  were  to  cease.  Much  of  the  per- 
centage increase  is  due  to  the  relatively  small  addition  to  the  irrigable 
lands  in  1918. 
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There  is  great  need,  however,  for  some  method  of  increasing  the 
area  actually  irrigated  and  cropped  to  an  amount  more  nearly  e^ual 
to  that  for  which  the  irrigation  systems  are  already  built  This  is 
important  both  from  the  viewpoint  of  the  Government  and  of  the 
water  user.  The  quicker  the  investment  made  by  the  Government 
is  put  to  use  the  better  for  all  concerned,  and  the  more  completely 
the  system  is  used  the  less  per  acre  will  be  the  cost  of  operation  and 
maintenance,  the  higher  the  development  of  the  community,  the  bet- 
ter the  means  of  transportation  and  markets,  and  the  higher  the  con- 
ditions of  civilization. 

From  the  above  table  the  area  irrigated  in  1913  is  seen  to  be  699,183 
acres.  About  10  per  cent  of  this  was  watered  for  other  purposes  than 
obtaining  a  1913  crop,  such  as  fall  plowing  and  growing  young 
orchard,  so  that  the  cropped  area  was  642,216  acres. 

In  the  following  table  the  distribution  of  this  cropped  area  is 
given  by  States  and  projects,  together  with  the  irrigable  area  on  the 
project,  also  the  total  crop  value  and  value  per  acre : 

Acreage  cropped  and  irrigable  and  value  of  crops,  191S,  by  projects. 


State. 


Project  or  unit. 


Acreege. 


Cropped.    Irrfgable.1 


Crop  value. 


Total. 


Per  acre 
cropped. 


Aiicona 

ArisanarCailfoniJa. , 

California 

Colorado 

Idaho 


Montana.. 


Montana-North  Dakota.. 

Nebraska-Wyoming , 

Nevada 

NewMezioo 


New  Mexico-Texas. 
North  Dakota 


Oregon 


South  Dakota. 
Washington. 


Wyoming.., 

Total. 
1912... 


Salt  River 

Yuma 

Orland 

Unoompaghre. . 

Boise 

Minidoka: 

Gravity 

Pumpmg.... 

Blackfeet 

Flathead 

Fort  Peck 

Huntley 

River 


181,642 
16,726 
6,087 
a0,866 
60,866 

36,879 
29,362 


Milk 
Sun  River. 

Lower  Yellowstone 

North  Platte 

Trockee<)ar8on 

Carlsbad 

Hondo. 

Rio  Grande 

North  Dakota  pumping: 

Buford-Trenton 

Williston 

Umatilla 

Klamath 

BeUefourohe 

Okanogan 

Yakima: 

Sunnyside 

Tieton I     12,605 

Shoshone 18,178 


4,679 

410 

15,708 

2,450 

6,807 

7,410 

64,306 

42,943 

12,106 

808 

26,720 


1,686 
8,033 
18,028 
32,668 
2,736 

46,230 


170,000 
60,000 
14,300 
48,000 

207,000 

116,600 

26,640 
42,400 

4,070 
28,806 
12,800 
16,346 
36,578 
01,476 
62,030 
20,261 

1,000 
27,723 

4,050 
8,047 
16,652 
28,004 
65,868 
10,064 

80,658 
34,000 
41,172 


34,662,879 
610,228 
203,949 
905,163 
830,314 

r  503,105 
[     643,347 


53,846 

1,960 

464,097 

24,004 
105,564 
101,587 
786,621 
665,007 
257,274 

14,236 
679,271 


38,888 

84,078 

288,189 

366,380 

86,438 

2,820,786 
422,950 
262,464 


642,216 
539,034 


1,255,381 
1,206,236 


15,732,216 
13,825,869 


S28.17 
36w48 
84.07 
82.77 
16.32 

16.06 
18.51 

■*ii."76 

4.7< 
29.35 

0.76 
15.51 
13.71 
14.40 
12.91 
21.10 
17.62 
26.40 


23.06 
27.72 
15.23 

laoi 

31.50 

61.00 
33.60 
14.44 


24.60 
25.60 


1  Area  Service  could  supply. 


It  is  to  be  noted  that  the  highest  crop  value  per  acre — $61 — ^is  on 
the  Sunnyside  unit,  where  a  large  part  of  the  land  has  been  in  culti- 
vation for  many  years,  indicating  the  effect  of  time  and  experience, 
although  much  of  the  result  is  due  to  an  exceptional  proportion  of 
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ver^  yaluable  orchards.  Disregarding  the  Fort  Peck,  an  Indian 
project  on  which  a  very  small  area  was  watered  in  its  first  year,  the 
smaUest  crop  values  per  acre  are  on  the  Milk  River  project  in  Mon- 
tana, the  ^lle  Fourche  project  in  South  Dakota,  and  on  other 
northern  projects  where  the  larger  portion  of  the  land  is  in  grain. 

KINDS  AND   AHEAB  OF  CB0P8. 

The  (jovemment  projects  are  producing  substantial  quantities  of 
most  of  the  staple  crops  of  the  United  States,  while  showing  the 
characteristic  differences  that  exist  between  the  arid  and  humm  re- 
gions. To  pay  the  larger  cost  of  irrigation  over  that  of  humid  farm- 
ing and  to  overcome  the  less  advanta^us  market  facilities  there 
is  a  proffressive  tendency  toward  intensive  farming  and  the  produc- 
tion of  highly  specialized  products  such  as  are  necessary  in  any 
successful  irrigation  enterprise. 

Alfalfa  is  the  basis  of  success  on  all  the  projects,  not  only  holding 
first  place  in  importance  among  the  forage  crops,  such  as  timothy, 
clover,  and  others  which  are  of  prime  imi>ortance  in  the  humid  East, 
but  forming  by  far  the  most  important  single  crop  among  all  those 
grown  on  the  projects.  Clover  is,  among  the  hay  crops,  probably 
next  to  alfalfa,  out  far  below  it  in  importance  on  the  projects.  Other 
hajTs  include  most  of  those  raised  in  the  humid  regions  and  some 
native  grasses  of  the  Western  States. 

Among  the  grains  wheat,  oats,  and  barley  are  of  greatest  impor- 
tance. Kafir  com,  milo  maize,  and  other  sorghum  corns,  crops  which 
have  emigrated  from  the  Old  World  and  found  favor  in  the  arid  re- 

fion  because  of  their  drought-resisting  qualities,  are  important  pro- 
ucers  of  grain  and  forage  on  some  of  the  southern  projects.  Inaian 
com,  so  important  in  the  Middle  West,' is  largely  replaced  by  barley 
in  the  arid  country. 

Substantial  areas  of  fruit  are  already  grown  on  a  number  of  proj- 
ects, notably  in  Arizona,  Colorado,  and  Washington.  Apples  cover 
the  greatest  area  of  the  fruits,  which  embrace  many  varieties  of 
citrus  and  deciduous. 

An  advance  in  intensive  farming  is  shown  bjr  the  increased  acre- 
ages devoted  to  vegetables  and  other  crops  requiring  great  care  and 
attention.  Potatoes  are  widely  produced  and  of  great  importance. 
Sugar  beets  have  become  a  highly  important  crop  on  a  number  of 

Erojects,  and  on  several  cotton  has  sprung  into  importance.  Other 
ighly  specialized  crops  are  developing  under  the  different  local 
conditions  of  the  various  projects,  which  together  are  already  pro- 
ducing most  of  the  crops  grown  in  the  United  States. 

Of  the  699,183  acres  irrigated  in  1913  crops  were  harvested  from 
642,216  acres;  that  is,  about  90  per  cent  of  the  irrigated  area  is 
cropped.  The  ratio  was  almost  exactly  the  same  in  1912,  so  that 
the  area  cropped  in  1913  was  about  100,000  acres,  or  20  per  cent  more 
than  that  in  1912.  The  irrigated  but  uncropped  acreage  is  made  up 
largely  of  young  orchard  and  of  alfalfa  planted  in  the  fall  for  a 
stand  the  next  spring. 


Digiti 


zed  by  Google 


10        THIETBBNTH  ANNUAL  BBPOBT  OF  BECLAMATION  SBRVICB. 

In  the  following  table  are  shown  for  the  various  projects  the 
areas  devoted  to  the  several  classes  of  crops,  viz,  hay,  gram,  v^e- 
tables,  fruit,  and  all  others  classed  together  as  miscellaneous: 

Acreage  cropped  in-1913.^ 


state. 

Project.                  Hay. 

Grain. 

U^es. 

Fruit. 

other 
crops. 

Total.* 

Arizona ...  . 

Salt  River. 

86,030 
11,306 
5,084 
11,133 
17,359 

38,727 

4,802 

21 

8,956 

24,411 

4,601 

318 

71 

5,650 

1,859 

171 

1,833 

144 

40,765 
15,376 
3,555 
3,630 
6,861 

161,642 

16,728 

?987 

30,366 

•50,865 

ArlzonaFCalifomia. 

Yfjinft 

California 

Orland. 

Colorado 

Unoompahgre 

Boise 

T^Ahn- 

Minidoka: 

Oravit7aiiit 

18,005 
8,590 

10,627 
12,682 

1,736 
3;  634 

310 
19 

5,542 
4;549 

36,879 
29,362 

Total 

27,504 

23,300 

5.270 

329 

10,091 

66,241 

Flathead 

Montana 

467 
300 

5,183 
838 

2,000 

27,208 
21,050 

7  891 

648 

19,524 

1,175 

2,086 
10,349 
9,921 
1,466 

27,041 
5,099 
11,179 

3,905 
40 
5,n2 
1,612 
4,006 
5,606 
17,592 
3,753 
1,601 

86 

10 

396 

6 

213 

69 

1,456 

634 

49 

2 

121 

4,579 
410 

Fort  Peck 

*""i86* 

80 

423 

244 



"  "924* 

8,730 
670 

4,475 

406 

179 

7,960 

19,767 

7643 

80 

1,267 

25 

581 
2,116 

567 

16,708 

2450 

6,807 

7,410 

64,306 

42,043 

12,106 

808 

MilkR^er 

8n^  Rlvw 

Nebraska 

Lower  Yellowstone. . . . 
North  Platte 

Nevada 

Truckee-Carson 

Carlsbad 

-K^fwXt^X^m 

Hondo 

New  Mexioo-Tezas 

Rio  Grande 

5,379 
411 

56 

6,164 

21,832 

191 

4,657 
2;  699 
6,019 

145 
299 
642 
317- 

5,351 

4,141 

413 

26,720 
1,686 

3,033 
18,938 
32,568 

2.736 

North  Dakota 

North  Dakota  pump- 
ing. 
TTmatnia. 

Oreson-Odifomia. 

South  Dakota 

W\tLm»th 

Belle  Fourcbe. 

W«f|h{n2[ton  _  - . 

Okanogan.....  . 

Wyoming , 

Yakinia: 

Sunnyside  unit. . . 

Tietonunlt 

Shoshone. .  - 

46,230 
12,505 
18,178 

Total 

315,428 
49.1 

191,022 
k8 

33,437 
5.2 

16,211 
2.5 

131,808 
k5 

642.216 

Percent 

iS 

i  For  more  detailed  tabulation,  see  appendix. 

*  Corrected  for  duplicated  areas  srielding  3  orops. 

*  Includes  1,674  acres  unclassified  crops. 

Alfalfa. — ^The  one  crop  which  is  characteristic  of  irrigated  regions 
and  whose  area  to  a  certain  extent  marks  the  degree  of  development 
in  the  arid  coimtry  is  alfalfa.  This  is  grown  on  every  Government 
project.  On  16  of  the  24  projects  operated  in  1913  it  constituted 
over  60  per  cent  of  the  cropped  acreage,  and  on  20  of  the  projects 
over  one-third  of  the  producing  area. 

Alfalfa  is  of  value  and  an  indication  of  progress  not  only  in  the 
production  of  forage  that  can  be  fed  on  the  ground,  but  even  more 
m  its  effect  on  the  lertility  of  the  soil,  as  it  forms  the  most  valuable 
of  the  green-manure  crops.  After  it  has  been  cut  for  a  few  seasons 
the  alfalfa  should  be  turned  in,  thus  enriching  the  soil  and  greatly 
increasing  the  yields  of  other  crops  planted  after  it  in  rotation.  A 
panorama  of  development  in  the  arid  regions  is  one  of  the  gradual 
spread  of  a  green  carpet  of  alfalfa,  which  is  in  turn  rolled  up,  or, 
rather,  rolled  under,  to  be  followed  by  other  crops,  and  then  later 
again  spread  over  the  surface. 

Alfalfa  hay  was  harvested  from  291,245  acres  on  the  various  proj- 
ects in  1918,  or  45.4  per  cent  of  the  total  cropped  area.    In  1912  the 
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proportion  was  37.1  per  cent.  The  increase  is  a  si^  of  progress  in 
preparing  the  surface  for  irrigation  and  establishing  a  stand  of 
alfalfa  to  secure  a  profitable  crop  while  adding  nitrogen  and  humus 
to  the  soil. 

The  above  acreage  from  which  alfalfa  was  cut  yielded  941,905  tons 
of  hay,  or  an  average  of  8.2  tons  per  acre.  This  compares  very 
favorably  with  the  average  yields  given  by  the  1910  census  for  the 
United  States,  as  shown  by  the  following  figures : 

Average  yield  of  hay. 

Tons 
per  acre. 

All  hay  and  forage  In  United  States  (1910  census) 1.46 

Timothy  In  United  States  (1910  census) 1.22 

Timotliy  and  clover  mixed  (1910  census) 1.27 

Clover  alone  (1910  census) 1.29 

Alfalfa  In  United  States  (1910  census) 2.52 

Alfalfa  on  Reclamation  Service  projects,  1913 3.2 

It  is  to  be  noted  that  the  average  yield  of  alfalfa  on  the  Govern- 
ment projects  is  materially  greater  than  the  average  for  the  United 
States,  which  in  turn  is  substantially  larger  than  the  average  yields 
of  other  hays.  The  importance  of  these  figures  to  the  Government 
projects  is  seen  when  It  is  realized  that  alfalfa  is  grown  on  nearly  50 
per  cent  of  the  project  lands. 

Though  the  most  profitable  use  of  alfalfa  is  by  feeding  it  on  the 
farm,  yet  it  is  a  good  revenue  producer  when  sold.  The  crop  on  all 
the  projects  in  1913  was  valued  at  an  average  of  $7.02  per  ton  as 
used  or  disposed  of  by  the  farmer,  or  a  total  value  of  $6,604,677  for 
all  projects.  This  was  42  per  cent  of  the  total  crop  value  for  all 
projects,  and  an  increase  over  1912  of  nearly  $3,000,(X)0. 

On  the  nearly  300,000  acres  from  which  alfalfa  was  harvested  it 
gave  an  average  value  of  $22.65  per  acre.  A  comparison  of  the 
value  per  acre  on  the  different  projects  and  with  other  crops  shows 
the  great  adaptability  of  alfalfa.  On  only  3  of  the  24  projects  is 
its  crop  value  per  acre  less  than  $15,  which  is  about  75  per  cent  of  its 
average  value.  In  comparison  with  this,  for  example,  is  clover  which, 
with  an  average  yield  of  about  $6  less  per  acre  than  alfalfa,  gives  less 
than  75  per  cent  of  its  average  on  over  half  of  the  projects  on  whidi 
it  is  grown. 

These  figures  support  strongly  the  statement  that  alfalfa  is  king 
of  the  arid-region  crops.  It  is  a  crop  available  for  production  on 
large  areas,  is  adapted  to  all  sections  of  the  arid  coimtry,  and  uni- 
formly gives  a  superior  yield  in  tons  or  dollars  per  acre  while  at 
the  same  time  improving  the  soil. 

Thus,  coinpared  to  grain,  alfalfa  yielded  $9  more  per  acre  in  1913, 
and  this  difference  is  considerably  increased  if  the  relations  to  soil 
fertility  are  considered.  Grains  extract  the  elements  of  fertility  from 
the  soil ;  atf alf a,  a  legume,  actually  increases  the  supplv  of  nitrogen, 
the  most  valuable  element,  goes  deep  in  the  subsoil  for  other  con- 
stituents, and  is  well  adapted  to  adaing  humus  to  the  newly  culti- 
vated lands. 
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In  dollars  per  acre  alfalfa  on  the  reclamation  projects  shows  up 
very  favorably  when  compared  to  the  hay  crops  of  the  country  as 
shown  by  the  1910  census  figures: 

Average  value  of  hay  per  acre, 

Timothy  alone,  aU  United  States  (1910  census) $12.76 

Mixed  timothy  and  clover  (1910  census) 13.21 

Clover  alone  (1910  census) 11.98 

Alfalfa  (1910  census) 1 19.78 

Total  hay  (1910  census) 11.40 

Alfalfa  on  Reclamation  Service  projects,  1913 22.65 

The  census  figures  are  based  on  an  average  price  for  alfalfa  of 
$7.85  per  ton;  the  same  figure  for  the  reclamation  projects  is  only 
$7.02,  yet  the  average  value  on  the  latter  is  $22.65  per  acre,  as  against 
$19.78  for  the  average  for  alfalfa  in  the  United  States  and  $11.40 
for  the  average  of  all  hay  and  forage  in  the  whole  country. 

Grain. — ^From  1912  to  1913  the  area  from  which  grain  was  har- 
vested on  the  projects  decreased  from  33.9  to  29.8  per  cent  of  the 
total  cropped  area,  thus  indicating  a  better  condition  of  agriculture, 
or  rather  a  more  advanced  stage.  Grain  is  the  first  or  quick  money 
crop  of  the  pioneer,  but  one.  the  continuation  of  which  is  rarely 
profitable  under  irrigation;  that  is,  it  does  not  pay  as  a  rule  to  raise 
grain  under  irrigation  as  the  principal  or  only  crop.  In  rotation 
with  other  crops,  especially  as  a  revenue  producer  in  the  first  stage 
of  developing  the  raw  land^  it  is  useful  and  valuable;  but  while  a 
grain  crop  may  be  raised  with  a  minimum  of  labor  and  time  before 
Qie  surface  has  been  well  prepared  for  irrigation,  if  continuously 
planted  it  tends  rapidly  to  impoverish  the  farm.  Grain  is  frequently 
'used  as  a  nurse  crop  for  young  alfalfa,  and  thus  there  may  he 
duplication  of  cropped  areas  as  the  ^ain  crop  may  be  cut,  to  be 
followed  later  in  the  season  by  a  cutting  of  alfalfa  from  the  same 
lands. 

Grain  was  harvested  from  191,022  acres  on  all  projects  during 
1913,  producing  a  crop  of  over  four  and  one-half  million  bushels, 
or  an  average  of  25  bushels  per  acre,  including  fiax.  At  an  average 
price  of  57  cents  per  bushel  tnis  crop  was  worth  $2,658,032,  or  $13.90 
per  acre.  The  highest  average  values  per  acre  among  the  grains 
are  given  by  barley  and  corn. 

These  figures  in  connection  with  those  for  alfalfa,  brought  to- 
gether below,  show  the  superiority  of  alfalfa  over  grain,  even  n^lect- 
mg  the  great  advantages  of  alfalfa  in  relation  to  the  fertility  and 
physical  condition  of  flie  soil. 

Comparison  of  alfalfa  and  grain  on  reclamation  projects. 

Qnin. 

Cropped  area,  acres 291,246  191,022 

Crop  value 16,604,677  $2,658,082 

Per  cent  of  total  area,  all  crops 45.4  29.8 

Per  cent  of  total  value,  all  crops 42.0  16.9 

Crop  value  per  acre 822.65  813.90 
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Alfalfa  grown  (m  45  per  cent  of  the  cropped  area  gives  42  per  cent 
of  the  total  crop  value,  while  grain,  occupying  80  uer  cent  of  the  pro- 
ducing area,  yields  only  17  per  cent  of  the  toUl  value. 

Vegetables. — ^Vegetables  were  raised  on  33,437  acres  in  1913,  or  5.2 
per  cent  of  the  total  cropped  acreage  of  all  projects.  In  all,  vege- 
tables worth  $2,161,619  were  product,  an  average  value  of  $64.60  per 
acre.  Potatoes  constituted  over  two-tnirds  of  this  area,  and  gave  an 
average  yield  of  161  bushels  per  acre.  Beans,  onions,  and  garden 
truck  of  many  varieties  were  extensively  grown,  with  excellent 
results. 

Fruit. — ^Because  of  the  time  and  capital  required  to  brinfi;  orchards 
into  bearing,  the  average  settler  is  slow  to  establish  a  fruit  farm.  His 
finances  usually  require  that  his  farm  be  made  producing  as  soon  as 
possible  and  he  may  select  grain  as  his  principal  crop  at  first  for  this 
purpose.    As  rapidly  as  possible  he  should  substitute  alfalfa  for  the 

gain,  and  where  conditions  are  favorable  another  step  toward  better 
rming  may  be  made  by  the  development  of  orchcurding  or  other 
special^d  industry,  requiring  more  time  and  greater  care,  but  yield- 
ing correspondingly  larger  retuma 

A  number  of  tne  proiects  are  well  adapted  in  soil  and  climate  to 
fruit  raising,  and  considerable  areas  are  now  producing.  In  the  1913 
fseason  16,211  acres,  or  2.5  per  cent  of  the  total  cropped  area,  yielded 
over  64,000,000  pounds  of  fruits,  worth  nearly  a  million  and  a  hidf 
dollars,  or  $91.90  per  acre.  These  figures  include  many  trees  young 
in  bearing,  which  accounts  for  an  apparent  great  drop  in  the  average 
jdeld  per  acre  for  fruits  from  the  preceding  year. 

Apples  are  the  principal  fruit  m  area  and  distribution.  In  1913 
they  were  raised  in  quantity  on  7  of  the  24  projects  operated^  occupy- 
ing 8,666  acres,  or  half  the  fruit-producing  area,  and  giving  an 
average  value  of  $91.40  per  acre,  or  a  total  of  nearly  $800,000. 
Peaches  were  successful  on  nearly  as  many  projects. 

Oranges,  lemons,  and  other  citrus  fruits  were  grown  on  several 
projects  with  excellent  results.  On  the  Orland  project,  California, 
the  yield  from  71  acres  was  worth  nearly  $260  per  acre. 

Small  fruits  were  produced  commercially  on  10  projects  and  over 
1,000  acres,  embracing  in  this  term  berries,  grapes,  olives,  figs,  and 
the  like. 

Seed. — ^Alfalfa  and  clover  are  grown  on  considerable  areas  for  seed 
production.  This  is  an  additional  phase  in  which  alfalfa  shows  its 
merit,  in  that  a  seed  crop  worth  $20  or  much  more  per  acre  may  be 
obtained,  with  little  reduction  in  the  amount  realized  from  hay.  The 
usual  practice  is  to  cut  the  alfalfa  once  or  twice  for  hay  before  allow- 
ing it  to  go  to  seed,  and  even  after  threshing  the  straw  has  feeding 
value. 

In  1918  alfalfa  seed  was  harvested  from  11,467  acres  of  the  project 
lands,  yielding  an  average  value  of  $17.77  per  acre.  Clover  seed  was 
produced  on  3,861  acres,  returning  a  crop  worth  on  the  average 
$34.50  per  acre. 

Other  crops. — ^Under  this  title  all  crops  not  classed  as  hay,  g^ain, 
vegetables,  rruit,  or  seed  have  been  brought  together  in  the  statistics 
given  in  the  appendix.  This  includes  sugar  beets,  cane,  com  fodder, 
cotton,  and  otner  miscellaneous  crops  of  relatively  small  extent  or  of 
local  importance  on  individual  projects.    The  areas  devoted  to  pas- 
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ture  have  been  included  and  a  value  placed  on  these  based  on  the  best 
obtainable  information,  such  as  the  farmer's  estimate  and  the  current 
rental  value  for  feeding. 

Sugar  beets  were  grown  on  14  projects  and  14,859  acres  in  1918, 
producing  a  crop  worth  on  the  average  $52  per  acre.  This  is  an  in- 
tensive lorm  or  agriculture,  yielding  good  returns  and  benefiting 
the  soil  in  rotation  with  other  crops.  Factories  have  located  on  sev- 
eral of  the  projects  to  utilize  the  beets  produced  under  the  Govern- 
ment irrigation  systems  and  on  adjacent  areas. 

The  United  States  Department  of  Agriculture  has  demonstrated 
the  suitability  of  the  southern  projects  for  cotton  production  and 
has  pointed  out  certain  varieties  of  so-called  Egyptian  cotton  desira- 
ble for  planting  in  that  section.  The  growing  importance  of  this 
crop  is  snown  by  the  increase  in  the  producing  area  from  1,275  acres 
in  1912  to  6,117  acres  in  1913.  From  this  larger  acreage  the  average 
yield  was  about  two-thirds  of  a  bale  per  acre,  or  about  double  the 
average  yield  for  the  United  States.  This  favorable  result  was  ac- 
companied by  a  material  increase  in  price  over  1912,  so  that  the 
product  was  worth  from  $25  to  $75  per  acre,  averaging  $62  for  the 
three  cotton-growing  projects. 

TWEHTT-TEAE  EXTENSIOH*. 

The  better  knowledge  of  the  opportunities  and  limitations  of  irri- 
gation development,  especially  as  brought  out  by  a  thorough  study 
of  actual  crop  production,  has  led  to  an  appreciation  of  the  fact 
that  the  average  man  on  new  land  and  under  new  conditions  can  not 
develop  the  land,  support  his  family,  and  at  the  same  time  return 
the  cost  of  the  water  in  as  short  a  period  as  that  previously  esti- 
mated. Many  of  the  settlers  are  attempting  what  is  for  them  practi- 
cally an  impossibility;  they  are  trying  to  start  a  farm — a  business 
which  requires  when  fully  developed  as  a  "going  concern"  a  cap- 
ital or  investment  frequently  of  from  $8,000  to  $10,000  or  more. 
They  are  attempting  to  do  this  usually  with  a  capital  of  perhaps 
only  a  fourth  as  much.  A  40-acre  irrigated  farm  m  best  condition 
represents  practically  the  investment  m  time  and  labor,  us  above 
statedj  of  from  $100  to  $200  per  alire  or  more  in  improvements,  in 
subdumg  the  soil,  and  in  stocking  the  farm. 

As  a  result  of  a  better  appreciation  of  these  difficulties  in  the  recla- 
mation of  arid  lands,  and  of  the  great  need  of  money  for  farm  im- 
provements, there  has  come  about  an  effective  agitation  for  extension 
of  the  time  of  payment  from  10  years  to  20  years.  A  series  of  confer- 
ences on  this  matter  was  held  during  the  winter  of  1913-14,  these  cul- 
minating in  the  introduction  of  biUs  in  both  Houses  of  Congress  in 
February,  1914,  one  of  which  passed  the  Senate  on  March  19  and 
became  a  law  on  August  13, 1914. 

It  is  confidently  expected  that  through  the  provisions  of  this  act 
extending  and  making  easier  the  terms  of  payment,  most  of  the  diffi- 
cult questions  connected  with  the  return  of  the  reclamation  fund  will 
be  solved  and  that  it  will  be  possible  to  bring  about  a  still  more  rapid 
use  and  development  of  the  reclaimed  lands. 

The  principal  object  of  this  act  is  to  give  to  those  homestead  entry- 
men  and  water  users  who  are  resident  upon  their  farms  and  who  are 
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cultivating  a  portion  of  them  easy  terms  during  the  first  few  years,  and 
then  later,  when  better  prepared,  the  somewhat  heavier  burdens,  these 
coming  when  the  lands  are  presumably  brought  to  a  higher  degree  of 
productivity.  The  new  entryman,  for  example,  may  pay  at  the  time 
of  making  water-ri^t  application  5  per  cent  of  the  construction 
charge;  if  this  is  $50  per  acre  he  pays  down  $2.50  per  acre,  or  for  40 
irrigable  acres  $100. 

The  next  four  years  he  has  nothing  to  pay  on  account  of  the  build- 
ing charge,  but  nyist  keep  up  the  operation  and  maintenance  cost. 
At  the  end  of  the  fifth  vear  he  resumes  the  5  per  cent  payment  on  the 
principal  (no  interest  being  charged)  and  later  7  per  cent,  until  the 
entire  amount  of  the  principal  has  been  paid. 

In  the  case  of  lands  for  which  application  has  already  been  made 
for  water  rights  and  which  are  obligated  under  the  former  law  to 
make  payment  in  10  years,  the  terms  are  modified  so  that  only  2  per 
cent  is  required  during  the  first  four  years,  then  4  per  cent,  and  next 
6  per  cent,  on  the  portion  of  the  construction  charge  unpaid  at  the 
time  the  new  agreement  went  into  effect. 

In  all  cases  the  landowner  must  pay  the  cost  of  the  operation  and 
maintenance.  These  terms  also  are  conditional  upon  the  reclamation 
for  agricultural  purposes  of  one-half  of  the  irrigable  area  within 
three  years  and  three-fourths  within  five  years. 

FBOJECTS  BEGinr. 

The  reclamation  act  required  ori^ally  that  an  irrigation  project 
be  built  in  each  of  the  States  named  in  the  law,  but  in  putting  this  re- 
quirement into  effect  two  or  more  large  works  have  been  initiated  in 
some  of  the  States.  In  Arizona,  for  example,  not  only  has  the  Salt 
River  Vulley  project  been  provided  with  a  storage  reservoir  and  later 
a  distributing  system,  but  a  large  project  has  l^n  begun  and  water 
supplied  to  lands  near  Yuma.  In  Colorado  also  the  Uncompahgre 
project  has  been  supplied  with  water  by  means  of  the  Gunnison  Tun- 
nel, and  before  all  of  the  lands  were  irrigated  work  was  initiated  on 
the  high-line  canal  in  Grand  Valley.  In  Idaho  the  diversion  dam  for 
gravity  supply  for  the  Minidoka  project  has  been  built,  electric  power 
developed  and  a  pumping  system  installed,  and  in  addition  the  great 
storage  reservoir  for  the  Boise  project  has  been  begun,  even  before  the 
d^riDution  system  has  been  fully  utilized.  And  so  on  through  differ- 
ent States.  In  each  case  it  is  apparent  that  the  available  funds  would 
better  have  been  expended  to  fully  complete  one  of  the  projects  in  the 
State,  not  entering  upon  the  other  until  the  first  had  been  declared 
to  be  finished. 

The  general  plan  pursued  in  initiating  this  work  has  been  to  lay 
out  each  project  in  a  broad,  comprehensive  manner,  so  as  ultimately 
to  utilize  the  available  water  and  land  to  its  full  capabilities.  This  is 
in  contrast  with  the  usual  efforts  made  by  investors  seeking  large  and 
early  profits,  who  have  been  forced  to  select  such  portions  of  an  irri- 
gable area  as  would  yield  the  largest  and  quickest  returns.  Such  have 
built  their  works  with  reference  to  immediate  profit  rather  than  to 
the  ultimate  full  development  of  land  and  water.  The  Government's 
policy  is  to  look  to  the  future  prosperity  rather  than  to  immediate 
gain.     It  has  entered  upon  a  more  comprehensive  scheme,  which, 
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though  less  immediately  attractive,  in  the  long  ran  is  of  much  greater 
value  to  the  country.  In  pursuing  such  a  course  there  are  evident 
drawbacks  and  opportunity  for  differences  of  opinion,  but  nothing 
could  be  more  in  harmony  with  the  letter  or  the  spirit  or  the  law  than 
the  planning  for  later  and  more  extensive  projects  as  funds  become 
available  for  that  purpose. 

To  fully  appreciate  the  wisdom  of  taking  up  a  number  of  these 
large  projects  we  must  have  thoroughly  in  mmd  the  fact  that  an 
irrigation  project  is  a  living,  growing  organism.  It  can  not  be  put 
to  full  use  and  started  out  at  full  speed  in  a  few  months,  like  a  manu- 
facturing plant.  Few  settlers  have  adequate  capital  at  the  outset  to 
develop  a  farm  with  40  acres  irrigable.  During  the  first  year  an 
average  of  from  10  to  15  acres  mayoe  well  tilled  and  profitaoljr  pro- 
ductive; during  the  second  year  20  to  25  acres,  und  so  on.  It  is  not 
until  several  years  have  elapsed  that  an  irrigation  system  is  utilized 
to  its  full  capacity.  Thus  it  may  be  unwise  or  impracticable  to  build 
and  complete  an  irrigation  system  with  hundreds  of  miles  of  laterals 
and  attempt  to  operate  and  maintain  it  at  full  size  during  the  earlier 
years,  when  farmers  are  slowly  getting  their  lands  into  productive 
capacity,  establishing  markets,  and,  in  ^ort,  taUng  root. 

It  is  largely  for  tnis  reason  that  the  policy  has  been  adopted  of 
starting  more  than  one  project  in  States  where  favorable  opportu- 
nities exist;  of  laying  the  foundations,  developing  the  plans,  and  then 
permitting  the  project  to  grow  with  the  growth  of  the  farming  com- 
munity, one  keeping  pace  with  the  other.  In  addition  to  this  there 
are  also  cogent  reasons,  based  upon  legal  conditions,  of  water  rights 
or  claims  to  the  use  of  water.  Several  of  the  large  projects  have 
been  initiated  perhaps  earlier  than  would  otherwise  have  been  de- 
sirable because  of  the  fact  that  it  was  necessary  to  protect  the  water 
rights  and  secure  the  largest  ultimate  prosperity  by  taking  decisive 
steps  and  bediming  work  which  if  neglected  would  have  resiilted  in 
the  impossibility  of  securing  future  economical  use  of  the  water, 
although  the  law  provides  for  withdrawal  of  reservoir  sites  and  irri- 
gable lands  which  may  thus  be  held  in  reserve  against  the  future 
need  and  more  urgent  demand  for  development. 

SPEEDY  COMPLETION  ESSENTIAIi  TO  SUCCESS. 

But  while  this  policy  of  carrying  on  simultaneously  the  construc- 
tion of  a  large  number  of  irrigation  works  and  of  inaugurating  new 
ones  without  awaiting  the  completion  of  the  old  may  thus  oe  de- 
fended, there  comes  a  point  wnere  such  policy  must  of  necessity 
cease.  The  resources  of  the  reclamation  fund  are  now  overburdened, 
and  the  projects  under  way  can  not  be  completed  within  a  reasonable 
length  01  time  imless  there  shall  be  lar^e  accessions  to  the  fund.  The 
date  of  completion  must  be  further  delayed  by  the  reduction  of  an- 
nual collections  of  construction  charges  by  reason  of  the  20-year 
extension  act,  unless  there  shall  be  found  some  other  means  for  the 
replenishment  of  the  reclamation  fund.  The  initiation  of  new  proj- 
ects can  now  only  be  undertaken  at  the  cost  of  certain  delays  in  the 
completion  of  those  under  way.  Such  delays  will  not  only  prevent 
the  largest  and  most  beneficial  utilization  of  the  works  planned  and 
in  process  of  construction,  but  inevitably  must  increase  their  cost 
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and  cause  them  to  suffer  the  depreciation  that  comes  with  disuse. 
Lands  will  be  withheld  from  cultivation,  canals  and  structures  will 
deteriorate,  and  the  repayment  to  the  reclamation  fund  of  the  cost 
of  such  works  will  be  put  off.  While  interest  is  not  chargeable  to 
the  users  of  Government  irrigation  works,  nevertheless  account 
should  be  taken  of  the  loss  of  interest  on  this  investment  in  deter- 
mining the  future  construction  policy.  Every  year  of  delay  in 
completing  and  opening  these  works  to  the  use  tney  are  intended  for 
causes  a  heavy  loss,  not  only  of  interest  on  the  sum  invested,  but  in 
the  annual  depreciation  of  such  portions  as  have  been  completed  or 
partially  completed.  The  annual  maintenance  of  partially  com- 
pleted works  IS  a  heavy  charge.  A  net  investment  of  $84,000,000, 
with  interest  computed  at  only  2  per  cent,  involves  an  annual  charge 
of  $1,680,000.  Tne  total  accruals  of  construction  charges  for  the 
fiscal  year  1914  amounted  to  only  $1,340,435.66.  The  amount  col- 
lected was  only  $251,679.64.  Every  consideration  urges  the  wisdom 
of  early  completion  of  works  now  under  way  and  the  most  speedy 
possible  realization  of  that  moment  when  all  the  reclaimable  land 
under  such  works  shall  be  made  productive  and  contributory  to  the 
reclamation  fund.  Lands  withheld  from  occupation  and  cultiva- 
tion awaiting  completion  of  irrigation  works  are  lands  wasted.  If 
in  private  ownership  such  lands  increase  rapidly  in  price.  When 
sold  to  the  cultivator  such  lands  impose  upon  nim  so  heavy  a  burden 
that  he  finds  difficulty  in  meeting  the  Government's  charges.  If 
public  lands  entered  as  homesteads  the  settlers  impoverish  them- 
selves, while  waiting  for  the  water  to  come,  in  vain  and  useless  efforts 
to  wrest  an  income  from  the  sterile  and  inhospitable  soil.  Every 
consideration  of  humanity  and  of  business  sagacity  afgues  for  early 
completion. 

STAGES  OP  COMPLETION. 

WhUe  some  of  the  projects  are  practically  completed,  others  are 
in  various  stages  of  construction ;  extensions  or  adaitional  works  are 
being  built  from  time  to  time  as  necessity  demands  or  as  funds  are 
available.  On  all  of  the  projects,  however,  some  land  is  under  irri- 
gation, and  experience  is  being  gained  by  the  farmers  in  subduing 
the  soil,  in  finding  the  crops  best  suited  to  the  conditions,  and  in  de- 
veloping the  markets.  The  increase  of  farm  area  is  going  on  coordi- 
nately  with  the  extension  of  the  canal  system,  altnough  at  many 
points,  as  previously  noted,  the  works  are  completed  to  a  degree 
where  they  can  deliver  water  to  twice  the  area  that  is  being  actually 
utilized. 

By  thus  building  up  the  works  hand  in  hand  with  the  agricultural 
development  of  the  country  it  is  possible  to  utilize  the  experience 
which  is  being  obtained  in  the  operation  and  management  of  the 
works  in  periecting  the  details  of  construction  of  the  additional 
canals  or  distributing  systems.  Many  improvements  are  thus  being 
made  from  time  to  time,  for  the  reason  that  it  has  been  impossible 
to  anticipate  in  all  regards  the  peculiarities  of  climatic  or  other  con- 
ditions^ which  govern  the  best  type  of  structure  for  the  particular 
irrigation  system. 
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GEITEBAL  COHSIIION  OF  XBEIGAIION. 

Throughout  the  arid  West  as  a  whole  irrigation  projects  have  been 
built  wiUi  great  rapidity  during  the  past  10  years.  The  passage  of 
the  reclamation  act  of  tfune  17,  1902,  produced  a  stimulatmg  effect; 
almost  innumerable  private  enterprises  were  started,  encouraged 
through  the  wide  advertisement  ^iven  to  irrigation  by  the  discus- 
sions m  Congf ess  and  bv  the  fact  uiat  the  United  States  Government 
was  building  large  works. 

Although  the  so-called  Carey  Act  had  become  a  law  in  1894,  eight 

f^ears  previous  to  the  passage  of  the  reclamation  act,  comparatively 
ittle  had  been  done  under  the  terms  of  this  act.  It  was  not  until 
the  reclamation  act  was  passed  in  1902  that  popular  attention  was 
drawn  to  the  opportunities  for  irrigation  development.  In  the  same 
way.  although  irrigation  districts  organized  under  State  laws  had 
beeir  considered  and  tried  in  some  of  the  States,  yet  there  was  no 
widespread  interest  in  them.  Beginning,  theref  ore^  at  about  1902  or 
1903^  great  interest  was  taken  in  the  whole  subject  of  irrigation 
development. 

At  the  present  time  with  hardly. an  exception  no  new  irrigation 
svstems  of  any  considerable  importance  are  being  planned  and  built. 
There  are  a  larce  number  of  schemes  more  or  less  practical,  but  which 
are  halted  for  lack  of  funds. 

FACTOBS  FOB  SXTCCESS. 

It  is  now  well  recognized  that  for  the  success  of  all  industrial  en- 
terprises there  are  needed  three  classes  of  favorable  conditions: 
First,  material ;  second,  machine ;  third,  man. 

In  the  case  of  irrigation  the  materials  to  be  considered  are  the 
soil,  climate,  crops,  markets,  etc.  Much  attention  has  been  given 
to  these  in  the  past,  but  we  are  still  in  the  early  stages  of  adequate 
faiowledge  of  them. 

The  second  element  is  the  machine  or,  in  the  present  discussion, 
the  irrigation  system  which  provides  and  distributes  water.  Much 
attention  has  been  devoted  to  this,  and  the  engineers  are  now  fairly 
well  experienced  in  planning  and  constructing  such  systems.  The 
results  of  the  past  10  years  are  facilitating  closer  prediction  as  to 
cost. 

The  third  element,  the  man,  has  been  given  least  consideration  in 
past  operations.  The  underlying  cause  of  failure  of  many  large 
systems  has  been  the  neglect  of  the  irrigator,  upon  whom  more  than 
upon  any  other  one  factor  depends  the  successful  outcome.  There 
has  been  too  little  appreciation  of  the  fact  that  the  greatest  possible 
care  and  judgment  must  be  exercised  in  assisting  the  inexperienced 
irrigator  with  counsel  and  advice.  Too  often  the  advisor  has  had  as 
little  experience  and  knowledge  as  the  one  advised.  Engineering 
skill  and  constructive  ability  of  the  highest  order  need  to  te  supple- 
mented by  the  knowledge  and  experience  of  trained  agriculturists 
and  irrigationists  in  order  to  develop  the  best  type  of  irrigation 
farmer.  While  the  good  irrigator  can  produce  twice  as  much  as  the 
ordinary  farmer,  yet  this  success  can  not  be  attained  by  a  new  man 
without  experience  or  capital  unless  his  efforts  are  directed  into  the 
right  channels  with  wisdom  and  discretion.    Irrigators  are  made, 
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not  bom.  There  are  few  of  them  in  the  United  States.  Irrigators 
seldom  emigrate.  The  dry  farmer  has  to  be  made  over  to  succeed 
with  irrigation.  Only  experience  or  demonstration  can  enable  him 
to  succeed. 

PBE8EHT  PBOBIEXS. 

BEVOLVINO   VUND. 

The  revolving  feature  of  the  reclamation  act  is  one  of  its  most 
imnortant  and  valued  provisions  and  has  been  carefully  preserved 
ana  followed  in  all  of  the  operations.  As  fast  as  money  has  be- 
come available  from  repayments  of  the  cost  of  construction  or  of 
operation  and  maintenance  or  other  sources  these  funds  have  been 
deposited  in  the  Treasury,  and  thus  made  available  for  immediate 
use  in  extending  or  perfecting  the  work.  On  practically  all  of  the 
projects  some  payments  havel)een  made,  even  those  which  have  not 
yet  been  formally  declared  open.  The  water  has  been  made  available 
on  an  annual  or  carrying  cnarge  and  the  amount  thus  received  has 
been  utilized.  Up  to  June  30,  1914,  the  amount  of  $3,500,000  has 
been  thus  repaid  into  the  reclamation  fund  by  water  users  on  account 
of  these  various  charges.  While  the  collection  of  some  of  these 
has  been  deferred  from  time  to  time  to  meet  existing  or  temporary 
conditions,  yet  there  has  been  no  suggestion  of  indefinite  suspension  . 
of  payments  or  modification  of  the  revolving  feature  of  the  act.  The 
settlers  are  making  progress  and  the  lands  on  the  projects  are  coming 
steadily  under  cultivation.  There  are,  of  course,  difficulties  to  be 
met  and  overcome  by  the  individuals  and  by  the  new  communities. 
These  arise  out  of  the  ^eat  eiroense  to  the  settler  of  making  improve- 
ments and  of  getting  his  land  into  condition  to  grow  crops.  There 
has  thus  arisen  from  time  to  time,  as  above  noted,  the  need  of  an  ex- 
tension of  the  period  of  payment  such  as  has  been  covered  in  the 
bill  enacted  on  August  13,  1914.  The  legislation  extending  the 
period  of  repayment  has  given  the  settler  needed  time  in  which  to 
meet  his  obligations. 

StTBDIVISION  OP  ULBGE  HOIiDINGS. 

One  of  the  strongest  arguments  presented  at  the  time  of  the 
passage  of  the  reclamation  act  was  that,  by  the  provision  limiting 
the  area  for  which  water  might  be  supplied,  it  would  be  possible  to 
bring  about  subdivision  of  large  areas,  which  even  at  that  time  were 
in  the  hands  of  various  individuals  or  corporations.  The  results 
have  been  as  anticipated.  The  limitations  set  have  resulted  in  the 
subdivision  of  these  holding  and  the  putting  of  the  land  into  the 
hands  of  actual  residents.  In  doing  so,  nowever,  the  owners  of  these 
lands  have  endeavored  to  secure  the  largest  possible  profit  whil(» 
disposing  of  the  land.  In  consequence  there  has  been  prevalent  an 
idea  that  the  reclamation  act  favored  speculators,  this  even  going 
to  the  extreme  that  it  has  been  claimed  that  the  greater  percentage 
of  the  lands  under  the  reclamation  projects  is  in  the  hands  of  specu- 
lators, the  smaller  portion  being  in  tne  possession  of  actual  settlers. 

A  brief  consideration  of  the  facts,  nowever,  will  show  that  this 
latter  assumption  is  not  altogether  correct.  While  there  has  been 
much  withholding  of  large  areas  from  cultivation  in  anticipation  of 
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a  rise  in  values,  there  is*  no  question  but  that  the  greater  part  of  the 
reclaimed  land  is  in  the  hands  of  small  owners,  men  who  are  actually 
trying  to  cultivate  the  land  and  who  are  complying  with  the  require- 
ments of  residence  on  the  land  or  in  the  vicinity,  though  many  of 
these  have  acquired  their  holdings  from  .speculators  at  excessive 
prices,  and  are  bearing  consequent  heavy  burdens  of  indebtedness. 

INCBHASE  OF  SOII<  FEBTILITY. 

One  of  the  most  important  matters  which  lies  on  the  border  of  the 
engineering  or  physical  considerations  imder  reclamation  projects 
is  that  of  maintaining  and  increasing  the  productivity  of  the  soil 
and  not  permitting  it  to  deteriorate,  and  thus  decrease  the  value  of 
the  investment.  The  soils  of  the  arid  region  are  naturally  deficient 
in. humus,  but  in  their  original  state  contain  a  considerable  amount 
of  earthy  salts  which  are  easily  soluble  and  which,  valuable  in  part 
as  plant  food,  may  become  a' source  of  injury  if  the  water  is  not 
intelligently  applied. 

The  first  consideration  on  any  project  is  the  smoothing  or  leveling 
of  the  surface  of  the  soil  so  that  water  can  be  applied  easily  and 
economically,  and  also  increasing  the  fertility  by  ^een  manures, 
such  as  alfalfa  or  clover,  turned  into  the  ground^  or  oy  the  applica- 
tion of  barnyard  manure  or  other  fertilizer.  It  is  a  well-recognized 
fact  that  economy  of  water  is  promoted  by  fertilizing  the  ground, 
and  the  larger  the  Quantity  of  manure  in  the  soil  the  less  water  is 
required  for  successrul  crop  production. 

DRAIKAGE. 

In  case  irrigation  water  is  supplied  in  a  manner  so  as  to  moisten 
the  ground  only  to  the  depth  of  plant  roots,  perfect  water  economy 
will  be  attained.  No  surplus  water  will  enter  the  lower  groimd 
strata^  no  rise  of  water  table  will  occur,  and  in  consequence  no  drain- 
age will  be  necessary.  Such  perfect  water  economy,  however,  is  not 
practically  attainable,  especially  during  the  earlier  years  of  irriga- 
ticHi,  when  irrigators  are  inexperienced,  when  their  lands  are  not 
skillfully  prepared,  and  when  the  soil  contains  but  little  humus. 
With  a  reasonable  water  economy  the  underground  losses  may  be 
disposed  of  by  natural  ground  drainage.  When  the  losses,  how- 
ever, are  greater  than  can  be  so  disposed  of,  the  water  table,  either 
locally  or  at  some  distance,  will  rise,  and  when  reaching  close  to 
the  surface  the  land  will  become  water-logged  and  drainage  wUl 
become  necessary  to  preserve  its  agricultural  value.  Such  drainage 
work  was  not  at  first  contemplated  to  be  done  under  the  terms  of 
the  reclamation  act,  but,  on  the  contrary,  it  was  assumed  that  when 
the  reservoirs  and  main-line  canals  had  been  built,  then  the  settlers 
would  unite  to  build  a  distributing  system  and  later  incorporate 
under  State  law  to  build  the  necessary  drains  when  the  need  of  these 
became  apparent.  It  was  found,  however,  that  this  simple  course 
of  procedure  could  not  be  followed,  because  the  men  most  directly 
affected  by  seepage  conditions  were  so  impoverished  or  discouraged 
that  they  could  not  form  an  or^nization  for  drainage  purposes,  and 
their  neighbors,  who  more  or  less  directly  caused  &is  seepage,  did 
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not  accept  any  le^l  or  moral  responsibility  in  the  mattei*.  In  short, 
unless  the  seeped  lands  were  to  be  abandoned  and  the  money  investea 
in  their  reclaniation  lost,  it  would  be  incumbent  on  the  Government 
to  build  the  necessary  drains. 

Throughout  the  arid  region  from  16  to  20  per  cent,  or  even  more, 
of  the  lands  which  at  first  were  irrigated  by  individuals  and  corpora- 
tions has  been  thus  abandoned.  In  one  Colorado  vallev  alone  it 
is  reported  that  about  370,000  acres  of  lands  which  had  been  culti- 
vated at  one  time  or  another  have  been  rendered  unproductive  by 
excessive  use  of  water  and  lack  of  proper  drains. 

One  of  the  great  problems  now  confronting  the  arid  West  is  that 
of  reducing  the  wasteful  application  of  water  and  of  providing 
adequate  drainage  where  needed.  The  larger  knowledge  of  the 
necessities  of  the  case,  in  connection  with  a  number  of  the  reclama- 
tion projects,  has  brought  about  instructions  that  main  drains  should 
be  provided  as  the  need  for  these  becomes  demonstrated. 

It  is  not  possible  in  all  cases  to  anticipate  how  any  particular  area 
will  behave  with  reference  to  need  for  drainage.  The  best  soil  ex- 
perts have  not  been  able  to  predict  with  certamty  in  these  matters, 
largely  because  of  the  fact  that  underground  conditions  could  not 
be  ascertained  with  any  considerable  degree  of  thoroughness;  even 
when  explored  by  test  pits  or  wells  the  conclusions  can  never  be  cer- 
tain and  complete.  Drains  built  in  anticipation  of  needs  which 
might  arise  have  been  sometimes  found  to  be  not  needed,  and  on  the 
other  extreme  the  areas  which  apparently  would  never  need  drainage, 
because  of  the  relatively  steep  slopes  or  oecause  of  underlying  gravel 
beds,  have  required  the  construction  of  artificial  outlets  for  excess 
T^aters. 

It  is  a  fortunate  fact  that  machinery  has  been  developed  during  the 
last  10  years  which  permits  drains  to  be  built  through  wet  ground 
in  a  manner  as  economical  at  times  as  if  they  had  been  constructed  in 
advance  of  actual  needs. 

In  view  of  these  conditions  the  Beclamation  Service  has  made  a 
special  study  on  each  project  as  far  as  practicable,  and  while  antici- 
pating, to  a  certain  aegree,  the  obvious  needs,  it  has  reached  the 
tentative  opinion  that  the  full  construction  of  the  drainage  system  on 
each  project  must  wait,  to  a  certain  extent,  upon  the  actual  applica- 
tion of  water  to  the  surface,  the  degree  of  water  economy  which  it  is 
feasible  to  obtain,  and  the  close  study  of  the  behavior  of  the  water 
underground  after  irrigation  has  been  practiced. 

In  other  words,  it  has  been  found  tnat  under  certain  conditions 
the  need  of  drainage  must  become  apparent  before  the  large  and  ex- 
pensive works  are  constructed.  As  soon  as  reliable  data  are  obtained 
the  works  are  laid  out  and  construction  of  these  is  being  rapidly 
advanced  on  many  of  the  projects.  Upward  of  $500,000  per  annum 
are  being  spent  on  drainage. 

Attention  should  be  called  to  the  fact  that  several  distinct  condi- 
tions are  sometimes  confused  in  popular  discussion  of  drainage.  A 
distinction  should  be  preserved  at  all  times  between  drains  whose 
primary  function  is  to  take  away  the  excess  water  from  beneath 
the  agricultural  lands  and  the  wasteways  which  are  used  to  remove 
the  surplus  from  the  canal  system. 

There  may  be  distinguished  three  distinct  conditions  to  be  consid- 
ered, as  follows: 
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1.  The  wasteway,  sometimes  automatic  in  operation,  which  re- 
lieves the  main  canals  and  laterals  if  they  are  filled  to  overflowing 
by  sudden  storms.  These  may  be  termed  ^Hhe safety  valves"  of  the 
system. 

2.  The  outlets  or  "  desaguas  "  at  the  lower  end  of  the  distributing 
system,  provided  to  discharge  any  excess  of  the  water  which  has 
been  turned  in  at  the  head  of  the  canal  or  any  portion  called  for 
but  not  used  by  the  farmers  on  their  fields.  This  waste  measures 
to  a  certain  extent  the  efficiency  of  the  management.  If  there  is 
little,  and  each  farmer  has  received  adeq[uate  water  supply  for  his 
crops,  it  may  be  assumed  that  the  distribution  has  been  carefully 
made.  The  occurrence  of  the  wastewater  in  the  lower  outlets  should 
be  carefully  noted,  and  some  one  called  to  account  for  it.  If  wasted 
from  the  fields,  it  indicates  that  the  farmer  has  had  too  much  water 
or  has  carelessly  applied  it.  In  some  foreign  localities  the  farmer  is 
called  upon  to  pay  irom  two  to  three  times  the  usual  charge  for  the 
water  thus  wasted.  In  other  places  the  supply  is  rigidly  cut  down 
until  he  permits  no  water  to  escape  from  the  surface  of  his  land. 

3.  The  true  drains,  usually  located  from  6  to  10  feet  beneath  the 
surface,  whose  function  is  to  keep  down  the  water  plane,  or  water 
table,  so  that  there  will  not  be  an  excess  of  water  in  the  soil  above 
that  needed  for  the  best  growth  of  the  plants.  If  the  water  table 
rises  too  high,  many  of  the  plants  are  either  drowned  out  or  their 
roots  forced  to  keep  near  the  surface.  While  it  is  impracticable  to 
do  away  entirely  with  the  need  of  these  deep  drains,  yet  under 
general  conditions  the  less  the  amount  of  water  coming  n*om  these 
the  greater  the  water  economy  obtained  and  the  better  the  agricul- 
tural progress  of  the  locality.* 

The  necessity  of  drainage  works  may  result  not  only  from  imper- 
fection of  water  economy  m  irrigation,  but  also  from  extensive  seep- 
age losses  in  canals  and  laterals.  Such  losses  can  not  be  readily 
estimated  in  advance,  and  it  has  generally  been  found  most  economi- 
cal under  normal  conditions  to  construct  canals  and  laterals  in  the 
ordinary  manner  and  without  lining,  and  to  ascertain  subsequently 
whether  any  excessive  losses  occur,  locate  the  stretches  of  canals  and 
laterals  where  they  do  occur,  and  then  reduce  these  losses  by  puddling 
or  lininff. 

The  abundant  supply  provided  by  the  Eeclamatioii  Service  has 
made  possible  the  excess  use  of  water,  and  the  large  heads  of  water 
carried  in  the  canals  and  laterals  have  caused,  in  some  cases,  exces- 
sive losses,  thus  producing  conditions  favorable  to  a  rapid  rise  of 
the  water  plane  below  the  irrigable  areas. 

The  water-logging  and  seepage  of  lands  on  the  various  projects 
has  continued  thus  during  the  past  year,  in  some  cases  sufficient  to 
render  considerable  areas  unfit  for  cultivation  or  to  greatly  reduce 
their  crop  yield.  In  general,  the  rise  in  the  water  plane  is  caused,  as 
above  noted,  (a)  by  applying  to  the  lands  more  water  than  is  neces- 
sary or  can  be  used  by  growing  crops,  and  (b)  by  losses  from  canals 
andf  laterals. 

Studies  and  investigations  which  have  been  made  show  that  the 
character  of  works  necessary  for  the  relief  of  the  water-logged  and 
seepage  conditions  must  be  such  as  to  effect  a  general  lowering  of 
the  ground-water  plane  over  the  greater  portion  of  the  irrigable 
areas.    It  has  not  been  possible  to  control  the  water  plane  and  pre- 
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vent  water-logging  of  lands  by  the  construction  of  shallow  drains 
for  taking  care  of  the  surface  water  incident  to  irrigation.  In  other 
words,  the  drainage  of  the  irrigated  lands,  especially  where  large 
areas  are  concerned,  is  a  problem  of  deep  drainage,  in  which  under- 
ground conditions  must  be  given  careful  consideration. 

Investigations  frequently  show  that  the  owners  of  lands  which 
have  been  seeped  and  water-logged  are  in  no  wav  responsible  for 
this  condition,  and  that  the  prime  cause  is  either  tne  carelessness  of 
one  or  a  number  of  irri^tors  located  on  higher  lands  in  using  excess 
waters  or  to  the  unavoidable  losses  from  canals  and  laterals. 

It  has  been  found,  idso,  that  in  order  to  construct  efficient  drain- 
agie  works  it  is  necessary  to  make  not  only  a  careful  study  of  large 
areas  to  determine  the  origin  and  direction  of  flow  of  the  under- 
ground waters,  but  also  to  find  where  the  source  can  be  best  tapped 
to  carry  out  the  excess  supplv  and  protect  the  adjacent  lands.  On 
many  of  the  projects  it  has  Deen  learned  that  excess  waters  which 
have  found  their  way  into  the  subsoils,  either  from  overirrigation  or 
fxom  canal  losses,  have  traveled  for  long  distances  underground  be- 
fore coming  sufficiently  near  the  surface  to  threaten  the  irrigability 
of  the  land. 

During  the  year  1913-14  construction  of  drainage  works  has  been 
under  way  on  10  of  the  projects,  viz,  Yuma,  Minidoka,  North  Platte, 
Carlsbad,  Shoshone,  Boise,  Huntley,  Lower  Yellowstone,  Klamath, 
and  Truckee-Carson.  On  others  studies  and  investigations  have  been 
continued.  It  is  estimated  that  during  the  year  nearly  100  miles  of 
drains  were  constructed,  about  one-half  of  which  have  been  open 
and  the  remainder  of  the  closed  type. 

The  results  which  have  been  obtained  have  been  a  general  lowering 
of  the  water  plane  and  the  protection  of  the  irrigable  areas  tributary 
to  the  drains.  The  areas  wnich  have  been  reclaimed  or  protected  by 
means  of  the  worlcs  constructed  can  not  be  estimated  with  any  degree 
of  certainty,  as  it  is  impossible  to  state  to  what  extent  seepage  would 
have  spread  had  drainage  works  not  been  built.  The  area  which 
has  been  water-logged  and  injured  by  seepage  amounts  to  about 
39,000  acres,  distributed  over  15  projects.  The  area  protected  by 
constructed  drains  on  these  projects  is  estimated  at  aoout  144,000 
acres,  while  the  area  to  be  protected  by  means  of  all  drains  con- 
structed or  whose  construction  has  been  authorized  is  estimated  at 
about  188,000  acres.  The  estimated  cost  of  drains  already  con- 
structed, per  acre  of  land  protected,  is  over  $10,  while  the  estimated, 
cost  of  all  drains  contemplated,  per  acre  of  all  land  protected  or 
whose  protection  is  contemplated,  is  somewhat  larger.  In  some  cases 
it  has  been  found,  wher^  drainage  works  have  been  effective  in  lower- 
ing the  ground  water  so  as  to  permit  lands  being  brought  under  culti- 
vation, that  the  excess  of  waters  applied  to  the  soil  through  irrigation 
has  been  sufficient  to  again  raise  the  water  table  too  near  the  surface 
during  the  peak  of  the  irrigation  season  and  to  produce  temporarily 
a  condition  injurious  to  crops. 

In  general  it  may  be  said  that,  except  where  protected  by  drainage 
works,  tiiere  is  a  gradual  rise  of  the  water  table  over  most  of  the 
projeds.  This  inmcates  that  additional  protective  works  will  be  re- 
quired over  large  areas,  in  Order  to  prevent  the  water  table  rising 
near  enough  to  the  surface  to  interfere  with  the  irrigability  of  the 
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land,  either  through  water-logging  or  the  deposit  of  alkali  on  the 
surface  as  the  result  of  a  capillary  action  and  evaporation. 

In  order  to  fully  protect  the  lands  it  is  necessary,  first,  to  reduce 
the  amount  of  water  applied  to  the  soils  for  irrigation  as  nearly  as ' 
possible  to  the  actual  amount  reauired  for  plant  growth ;  second,  to 
reduce  the  losses  from  canals,  where  excessive,  by  means  of  water- 
proof linings;  and,  third,  to  construct  the  necessary  drainage  works 
for  lowering  and  controlling  the  water  table. 

One  of  the  most  important  f  actors^  which  contributes  to  the  seep- 
age and  water-logging  of  the  land,  is  underground  waste.  This  is 
due  in  great  part  to  an  apparent  indifference  on  the  part  of  many 
irrigators  in  preventing  water  not  needed  for  the  growing  of  crops 
from  reaching  the  soils.  It  is  frequently  the  case,  even  where  care  is 
exercised  in  preventing  surface  waste,  that  neglect  is  shown  to  water 
being  wasted  underground. 

Careful  investigations  are  being  conducted  to  determine  the  duty 
of  water  on  the  several  projects.  Under  the  law  charges  for  opera- 
tion and  maintenance  will  be  assessed  in  proportion  to  the  amount 
of  water  used,  taking  into  consideration  the  duty  of  water  on  the 
varying  soils.  This  plan  will  do  much  to  effect  economical  use  of 
water  and  promote  careful  irrigation  practice. 

The  above  discussion  of  the  drainage  problem  is  presented  at 
this  time,  because  of  the  fact  that  the  experience  of  the  last 
year  has  shown  that  far  more  consideration  must  be  given  to 
this  than  in  the  past,  and  that  in  making  plans  for  the  future  it  is 
necessary  not  onl^r  to  make  allowance  in  construction  of  the  works, 
but,  more  than  this,  to  so  operate  them  as  to  enforce,  both  directly 
and  indirectly,  the  most  economical  use  of  the  water.  This  may  h!e 
accomplished  by  the  most  effective  of  all  means,  namely,  by  touch- 
ing the  "  pocket  nerve  "  of  the  man  who  uses  and  wastes  the  water 
to  the  injury  not  only  to  himself,  but  even  more  to  his  neighbors. 

INCBEASE  IN  COST. 

The  increase  in  cost  of  the  irrigation  projects  over  the  amounts 
originally  assumed  is  a  matter  which  has  given  considerable  concern 
to  various  public  men.  It  is  true,  and  has  been  brought  out  in  the 
annual  reports  of  the  Beclamation  Service,  that  there  has  been  in 
many  instances  a  notable  increase  in  the  actual  cost  per  acre  of  re- 
claiming lands  over  that  which  was  assumed  a  dozen  years  ago.  It 
has  been  explained  frequently  that  this  increase  in  cost  is  due  in 

Eart  to  the  general  increase  m  cost  of  labor  and  material  such  as 
as  taken  place  throughout  the  country. 

The  principal  increase  above  the  original  assumption  is  due  to  a 
still  more  obvious  fact,  namely,  that  the  projects  as  built  have  been 
quite  different  in  conception  from  those  at  first  considered.  To  put  the 
matter  in  the  briefest  possible  terms,  the  Government  has  provided 
for  the  water  user,  generally  upon  his  petition,  many  facilities  which 
he  would  otherwise  have  been  compelled  to  secure  for  himself  at 
large  outlay  and  personal  sacrifice.  These  have  consisted  in  distrib- 
uting systems  and  in  numerous  structures  which  were  not  believed 
to  be  within  the  necessary  province  of  the  Government  to  build  when 
the  works  were  first  discussed.    The  difference  is  comparable  to  that 
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which  every  farmer  encounters  when  he  starts  out  with  plans  or  esti- 
mates for  a  well-built,  permanent  bam  for  his  cattle  and  ultimately, 
after  several  years  of  consideration  and  in  accordance  with  the  de- 
velopment of  a  successful  farm,  has  equipi>ed  it  with  sanitary  appli- 
ances and  up-to-date  machinery;  the  original  cost  of  the  bam  can 
hardly  be  compared  with  the  complete  dairy  equipment  as  ultimately 
reached.  ^  This  is  the  condition  on  most  of  the  reclamation  projects. 
The  original  cost  per  acre  was  for  storaj^e  up  in  the  mountains  many 
miles  away,  and  m  most  cases  for  main  canal  in  addition  thereto; 
the  final  cost  was  for  a  complete  system  equipped  with  controlling 
works  and  measuring  devices  and  delivering  the  water  to  each  farm 
unit. 

The  original  authorized  expenditures  for  various  projects  were  in 
many  cases  the  amount  set  aside  for  much  smaller  and  less  extensive 
works  than  those  subseauently  authorized  by  the  Secretary  of  the 
Interior,  after  full  consiaeration  had  been  given  by  him  to  the  reports 
of  his  engineers  and  to  requests  from  citizens  and  entrymen  for  addi- 
tional facilities. 

Taking  the  Salt  Biver  (Ariz.)  project,  for  example,  the  prelimi- 
nary estimate  was  for  a  reservoir  of  a  certain  size.  Later  estimates 
were  made  in  succession  for  greater  and  greater  storage  capacity, 
and  more  complete  works,  including  electric-power  development, 
pumping,  and  complete  system  of  distribution,  all  of  which  items 
seemed  wise  and  no  one  of  which  has  been  found  unnecessary.  In 
fact,  it  is  the  opinion  of  well-informed  water  users  that  these  works 
should  stiU  be  supplemented  or  extended  rather  than  curtailed,  and 
surveys  are  being  made  for  more  works. 

There  has  been  considerable  exaggeration  in  the  statements  which 
have  been  made  concerning  the  increase  in  cost  above  the  original  or 
first  assumptions  of  the  engineers.  Many  of  the  popularly  stated 
"original  estimates"  are  not  based  upon  definite  mformation,  but 
have  gradually  grown  up  in  the  minds  of  the  persons  emoting  them 
and  are  without  supporting  facts.  In  some  instances  tney  are  said 
to  be  semiconfidential  assertions  made  by  engineers;  in  others  the 
figures  appear  to  be  wrongfully  applied,  so  that  while  there  is  no 
doubt  that  there  has  been  an  increase  over  the  original  conceptions 
as  to  what  the  works  would  cost,  yet  much  of  the  increase  popularly 
claimed  is  found  not  to  be  based  upon  correct  information.  As  a 
matter  of  fact,  the  engineers  and  all  connected  with  the  works  at  the 
outset  were  instructed  to  be  extremely  careful  not  to  attempt  to  an- 
nounce any  estimate  ©f  cost  until  the  Secretary  had  taken  action  and 
had  given  the  formal  public  notice  as  required  by  the  reclamation  act. 

ECONOMIES  OF   GOVEBNMENT  CONSTBUCTION. 

The  following  table  has  been  prepared  to  show  in  a  general  way 
some  of  the  savings  which  have  resulted  from  the  construction  of 
certain  classes  of  work  by  the  Government  force  direct,  as  against 
the  lowest  bid  received,  and  illustrates,  if  the  assumptions  are  cor- 
rect, that  there  has  been  a  saving  of  nearly  $1,400,000  in  the  cases 
mentioned  over  expenditures  which  would  have  been  made  had  the 
contract  been  awarded  and  the  work  carried  out  in  accordance  with 
the  specifications. 
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Estimated  saving^  construction  bp  Oovemment  forces. 


Project. 


Arizona,  Salt  River. 


Colorado,  Unoompahgre  Valley.. 
Idaho,  Boise 


Nebraska-Wyoming,  North  Platte. 
Nevada,  Tmckee-Carson 


Do 

New  Mexico,  Carlsbad 

Oregon,  Umatilla , 

Oregon-Califomia,  Klamath. . 


South  Dakota,  Belle  Fourche . 


Washington,  OkanogEUi 

Washington,  Yakima  stonu^.. 
Washington,  Yakima,  Tieton. 


Featore. 


Cement,  338,452  barrels,  at 
18.14. 

Lumber,  2,9M,000  b.  m.,  at 
•44  30 

South  dmal,  division  18... . . 

Upper  Deer  Flat  embank- 
ment. 

Pathfinder  Dike. 

Distribution  system,  dis- 
tricts. 

Drop,  district  4 

McMillan,  east  embankment. 

Cold  Springs  Dam 

Keno  Cansil  excavation 

Clear  Lake  Dam 

Hear  Lake  Dike 

Belle  Fourche  tunnel 

Belle  Fourche  siphon 

South  Canal,  scheme  1 

Anderson  siphon 

Whitewood  siphon 

South  Canal,  scheme  2 

MainCanal* 

KachessDam 

Main  Canal,  excavation 


Total 3,077,649      4,4e7,«62 


Govern- 
ment force. 


SI,  063, 542 

131,100 

7,822 
279,821 

221,800 
82,132 

8,350 

8,068 

306,228 

58,355 

88,524 

10,882 

33,230 

69,310 

86,960 

13,096 

16,347 

30,753 

89,180 

324,650 

100,000 


Estimate 
if  by  con- 
tract. 


81,656,030 

185,250 

11,861 
396,522 

255,881 
35,925 

13,811 

10,520 

340,824 

74,610 

07,248 

23,845 

92,502 

100,022 

103,318 

18,427 

24,410 

07,402 

107,064 

418,100 

435,000 


savlngB. 


8891,488 
64,150 

4,629 

116,701 

84,081 
8,783 

5,462 

2,482 

35,506 

16,2S5 

8,734 

12,963 

59,382 

40,712 

16,368 

5,381 

8,063 

27,640 

17,884 

93,460 

285,000 


1,390,008 


1  At  84.89. 

•  Part  of  this  work  was  done  by  small  informal  contracts  after  bid  for  entire  work  had  been  rejected. 

LAND  FBICES. 

The  prices  of  irrigable  land  reclaimed  by  works  built  by  the  Gov- 
ernment, as  well  as  those  by  private  parties,  have,  as  a  whole,  declined 
during  1913,  and  approach  more  nearly  what  may  be  considered  a 
normal  or  fair  value.  In  other  words,  the  inflation  of  prices  which 
has  prevailed  for  several  years  has  run  its  natural  course,  and  there  is 
a  better  appreciation  of  the  true  value  of  irrimble  land,  although 
the  prices  asked  are  still  such  as  impose  a  heavy  burden  upon  the  man 
who  seeks  to  obtain  a  home. 

Irrigable  land  in  itself  has  little  value ;  its  true  worth  lies  in  the 
amount  of  effective  work  which  has  been  undertaken  to  render  it  pro- 
ductive. This  includes,  first,  the  construction  of  the  irrigation 
system  which  brings  water  to  the  lands,  and  by  which  the  land  can  be 
made  of  value;  second,  the  amount  of  cultivation  or  improvements 
put  upon  the  land ;  third,  its  relative  position  with  regard  to  markets, 
or  accessibility;  and,  fourth,  soil,  climate,  and  other  physical  condi- 
tions. These  are  put  last,  because  throughout  the  and  .region,  as  a 
rule,  the  climate  is  such  and  the  soils  are  of  such  a  character  that 
with  the  other  three  supplied  the  lands  can  usually  be  made  pro- 
ductive. 

The  great  obstacle  to  the  development  of  the  arid  West  has  been 
that  on  top  of  these,  which  may  be  called  legitimate  costs,  namely, 
of  procuring  water,  of  cultivation,  and  of  providing  means  of  access 
to  the  land,  there  has  been  added  a  large  unearned  increment  of  value, 
due  simply  to  the  fact  that  irrigable  land  is  a  natural  monopoly.  If 
the  Government  could  have  received  this  increase  in  price  or  the  raw 
or  uncultivated  land,  due  to  the  fact  that  it  had  planned  tod  con- 
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stracted  the  works,  it  would  have  ample  funds  for  buildinjg  all  of  the 
proposed  practicable  projects.  Unfortunately,  however,  this  increase 
goes,  not  to  the  agencies  which  build  the  work,  but  is  diffused  amon^ 
the  owners  or  claimants  of  the  land  and  is  utilized,  not  in  the  actual 
building  up  of  the  land,  but  results  in  developing  a  desire  to  profit 
rather  by  the  sale  of  the  lands  than  by  the  production  of  crops. 

The  history  of  many  of  the  projects  shows  that  as  soon  as  surveys 
are  undertaken  the  land  prices  immediately  rise;  homestead  relin- 
quishments or  lands  are  offered  at  from  $5  to  $10  per  acre.  As  the 
work  progresses  these  prices  gradually  increase.  The  expenditure 
of  several  hundred  thousand  dollars  in  the  vicinity  largely  in 

Eaying  the  laborers  on  the  works  makes  money  plentiful  for  the  time 
^ing;  new  towns  spring  up,  and  there  is  a  rapid  increase  in  all 
prices.  Few  people  appreciate  where  the  money  is  coming  from, 
that  the  supply  is  temporary,  and  that  as  soon  as  the  works  are 
finished  then  there  must  necessarily  be  a  reaction.*  Trading  in  tracts 
of  land  and  sales  of  relinquishments  continue  quite  active  during  the 
construction  period,  and  the  prices  steadily  increase  until  the  works 
are  completed;  then  there  is  a  gradual  tightening.  Money  is  less 
plentiful,  and  the  owners  of  the  land  begin  to  appreciate  that  they 
must  get  them  into  cultivation.  They  also  awake  to  the  fact  that 
markets  have  not  yet  been  supplied ;  that  the  best  crops  are  unknown ; 
that  much  time' and  money  must  be  spent  in  experimentation.  As 
one  man  after  another  becomes  discouraged,  the  prices  asked  for  the 
lands  gradually  diminish. 

This  has  been  the  experience  throughout  all  new  countries,  and 
the  arid  West  has  been  no  exception.  During  the  years  1910  to 
1912  the  land  prices  probably  reached  their  high-water  mark.  Prices 
were  asked  for  uncultivated  land  as  high  as  $30  to  $50,  or  even  up 
to  $75  or  $100  per  acre.  That  is  to  say,  these  were  the  prices  de- 
manded by  the  homestead  entryman,  or  others  who  had  acquired  title 
for  their  equity,  and  with  the  full  knowledge  that  ultimately  there 
must  be  paid  to  the  Government  the  cost  or  bringing  the  water  to 
the  land,  which  might  be  $50  or  more  per  acre,  payable  in  10  annual 
installments.  More  than  this,  the  purchasers  rarely  had  enough 
money  to  make  any  consideraole  payment  on  the  purchase  price — 
usually  one-fourth  or  one-fifth  oi  the  amount  laid  down,  the  re- 
mainder to  be  paid  in  installments,  with  interest  on  deferred  pay- 
ments at  from  8  to  12  per  cent.  It  is  this  fact  that  has  caused 
the  greater  part  of  the  distress  of  the  new  settlers,  viz,  the  fact  that 
they  had  assumed  a  burden  of  interest  charges,  and  in  some  cases  of 
taxes,  heavier  than  they  can  bear,  without  reference  to  the  fact  that 
payments  must  be  made  to  the  Government.  During  1913  there  was 
a  better  understanding  of  these  conditions,  and  in  some  instances  the 
prices  which  had  been  agreed  upon,  or  which  are  being  asked  for 
the  raw  lands,  were  cut  in  half  or  greatly  reduced,  with  correspond- 
ing relief  to  the  men  who  had  attempted  to  make  the  purchases. 
Some  of  these  had  paid  down  their  last  dollar  in  making  a  first  pay- 
ment, and  were  unable  to  keep  up  the  subsequent  payments. 

Many  of  these  settlers  are  land-poor,  in  that  they  have  attempted 
to  pay  for  more  land  than  they  can  possibly  cultivate.  Many  in- 
stances might  be  cited  where  a  man  with  adequate  funds  to  cultivate 
20  or  even  40  acres  and  to  support  his  family  in  comfort  had  spread 
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out  his  capital  over  160  acres  and  then  found,  after  he  had  tied  himself 
up,  that  he  could  not  sell  any  portion  of  this  160  acres  at  the  rate  per 
acre  which  he  had  agreed  to  pay.  There  have  been  many  pitiaole 
instances  of  this  kind  and  of  appeals  made  to  the  Government  for 
relief  because  of  the  fact  that  the  payments  to  the  original  entrymen 
or  owners  of  the  ground  were  far  oeyond  the  means  of  the  men  who 
were  now  living  upon  the  irrigable  lands.  It  was  such  instances  of 
the  evil  done  by  speculators  in  private  lands  under  Government 
works  that  caused  the  insertion  in  the  Beclamation  Extension  Act 
of  a  provision  empowering  the  Secretary  of  the  Interior  to  fix  the 
price  at  which  such  lands  may  be  sold  before  entering  upon  the  con- 
struction of  irrigation  works  for  private  lands. 

By  the  spring  of  1914,  however,  these  conditions  were  better  ap- 

f)reciated,  and,  as  before  stated,  the  prices  asked  for  the  irrigable 
ands  developed  by  the  Government  are  lower  than  in  previous 
years  and  more  in  accord  with  the  ability  of  the  newcomers  to  make 
payment. 

FEBMISSIBLE  COST  OF  IBBIGATION. 

How  much  can  a  man  afford  to  pay  for  irrigated  land?  This  is 
the  most  important  question  of  development  of  the  arid  West;  or,  to 
put  it  in  another  way,  What  is  the  permissible  cost  of  land  with 
water  rights?  The  land  itself,  without  water  and  without  cultiva- 
tion, has  little  or  no  value.  The  supply  of  land  is  greater  than  the 
supply  of  water — ^that  is,  there  is  not  water  enough  for  all  of  the 
land — and  hence  water  is  a  natural  monopoly,  thus  complicating, any 
estimate  of  value. 

There  is  a  limit  beyond  which  the  purchaser  of  irritable  land 
should  not  go.  This  limit  is  set  by  the  probability  of  his  making 
not  only  a  living  for  himself  and  his  family,  but  a  fair  profit  on  the 
investment.  If  he  pays  too  much  for  the  land  or  agrees  to  make 
payment  with  interest  at  current  western  rates  of  8,  10,  or  even  12 
per  cent  on  deferred  payments,  his  profits  quickly  disappear,  and  his 
mvestment  may  be  eaten  up.    What,  then,  is  the  permissible  limit? 

In  arriving  at  a  figure  which  will  fairly  indicate  the  permissible 
cost  of  irrigation  there  must  be  considerea — 

(a)  The  amount  and  value  of  crops  probably  obtainable  each  year. 

(6)  Total  farm  investment  in  land  and  water  rights. 

(c)  Cost  of  clearing  and  leveling. 

(d)  Cost  of  buildings,  fences,  and  general  farm  equipment,  in- 
cluding live  stock. 

(e)  Length  of  time  required  to  put  the  farm  on  a  paying  basis, 
ana  value  of  farmer's  time  during  this  interval. 

Considering  all  these  features  m  the  light  of  the  best  data  now 
available,  it  is  apparent  that  the  limit  for  the  moderately  high  and 
relatively  cool  areas  of  the  central  arid  West  is  about  $50  to  $75 
per  acre  for  raw  land  with  water.  This  may  be  increased  in  the 
more  southern  part  of  the  arid  region,  at  lower  altitudes,  where  irri- 
gation is  practiced  all  the  year  around  and  two  or  three  crops  a 
year  may  oe  produced.  Here  the  prices  for  raw  land  and  water 
right  may  safely  run  up  to  $100  per  acre,  or  even  more.  Analyzing 
a  Tittle  in  detail  the  methods  of  arriving  at  these  prices,  the  follow- 
ing statements  may  be  made: 
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(a)  The  amount  and  value  of  crop  probably  obtainable  are  beet 
ascertained  by  study  of  what  has  alnadjr  been  accomplished  on 
the  various  reclamation  projects  under  pioneer  conditions.  The 
average  crop  production  for  the  United  States  under  irrigation 
ranees  from  about  $20  to  $80  per  acre.  This,  it  is  true,  includes  all 
of  the  cases,  both  of  success  and  of  failure,  wherever  men  have  ap- 

{lied  water  and  have  cultivated  the  ground  in  whole  or  in  part 
t  may  be  asserted  that  in  arriving  at  the  averages  only  the  suc- 
cessful cases  should  be  considered,  if  this  is  done,  the  average  crop 
production  thus  obtained  will  probablv  be  nearly  double  the  amount 
above  noted ;  but,  on  the  other  hand,  tne  cost  must  be  paid  by  all  of 
the  irrigators,  includinjg  those  who  have  had.ver^  moderate  sue- 
cessj  if  any.  If  discrimmation  is'attempted  in  arriving  at  these  crop 
statistics,  then  the  results  simply  become  of  little  more  value  than 
an  individual  guess.  There  seems  to  be  no  escape  from  the  con- 
clusion that  in  arriving  at  the  amount  the  average  man  can  pay  for 
land  and  water,  we  must  take  the  average  production  which  has  been 
attained  in  the  past. 

(b)  The  total  farm  investment  in  land  and  water  may  be  consid- 
ered as  an  outlay  upon  which  the  farmer  should  earn  at  least  6  per 
cent  interest  If,  tneref ore,  his  farm  investment  for  40  acres  is  on 
an  average  of  $50  per  acre,  or  $2,000,  he  should  have  a  net  return  of 
$120  on  this  investment  over  and  above  all  other  receipts. 

(c)  The  cost  of  clearing  and  leveling  the  irrigable  lands  varies 
greatly  in  different  parts  of  the  arid  West,  and  ranges  from  about  $5 
minimum^  up  to  as  ni^  as  $50  per  acre  in  the  case  of  the  lands  such 
as  those  m  the  vicinity  of  Tuma,  Ariz.,  which  require  clearing, 
grubbing,  and  leveling  of  the  surface.  If  we  assume  that  $25  an 
acre  is  a  fair  average  tor  getting  the  ground  in  good  condition  and 
the  surface  leveled,  then  the  total  investment  on  a  40-acre  farm 
would  aggregate  about  $1,000,  which  at  6  per  cent  should  return 
$60  per  year. 

(a)  The  cost  of  buildings,  fences,  and  general  farm  equipment, 
in<uuding  live  stock,  is  the  most  variable,  as  it  is  depenoeni  upon 
the  character  of  farming  and  the  needs  of  the  individual  family. 
For  a  40-acre  farm,  however,  in  good  condition,  it  is  safe  to  assume 
that  the  house,  fence&  buildings,  and  live  stock  will  cost  upward 
of  $2,000,  and  this,  although  largelv  an  unproductive  investment, 
should  also  be  charged  at  the  rate  of  6  per  cent  or  $120  per  year. 

(e)  The  length  of  time  required  to  put  the  farm  on  a  paying  basis 
and  the  value  of  the  farmers  time  during  this  interval  is  an  item 
which  is  seldom  considered,  and  is  really  one  of  the  largest  investments 
which  is  made.  In  the  case  of  40-acre  farms  it  is  assumed  that  the  fint 
year  the  farmer  may  break  up  the  entire  surface  and  get  in  «  grain 
crop,  possibly  carefully  Jevehnff  about  10  acres.  The  next  year  he 
will  add  to  this  and  have  leveled  up  15  or  20  acres,  and  so  on,  in  the 
course  of  five  years  getting  the  entire  40  acres  into  excellent  shape. 
Meantime  he  must  keep  up  the  operation  and  maintenance  charges  on 
the  entire  area  and  possibly  pay  a  considerable  part  of  the  water- 
right  costs,  but  receiving  tne  full  productive  capacity  from  only  a 
portion  of  the  land  on  which  he  is  making  these  payments.  It  may 
be  considered,  therefore,  that  during  these  three  to  five  years  the 
time  may  be  largely  spent  in  development,  and  the  returns  are  small. 
Thus  we  have  the  condition  of  a  considerable  investment  in  time  and 
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money,  but  without  the  farm  being  on  a  full  producing  basis,  the 
outlay  for  equipment  and  development  work,  leveling  the  ground, 
etc.,  being  at  the  maximum  and  the  income  at  the  minimum. 

ntBIGATION   A8   A   BXTSINESS. 

In  summing  up  what  has  been  stated  in  the  preceding  pages  re- 
gardu^  the  success  of  the  individual  farmer  and  the  vital  importance 
of  this  success  to  the  work  now  being  performed  under  the  terpis  of 
the  reclamation  act,  the  lesson  is  taught  that  irrigation  farming  is 
a  producing  and  manufacturing  business-^ne  m  which  success, 
either  in  building  the  irrigation  works  or  in  operating  them,  ulti- 
mately rests  in  the  business  ability  of  the  individual  farmer  to  prop- 
erly utilize  the  facilities  which  have  be^  provided  by  the  liberality 
of  Congress. 

Farm  management  sums  up  the  whole  story:  A  good  farmer  and 
a  good  manager  on  a  poor  piece  of  land  may  succeed,  while  a  poor 
manager  on  a  good  piece  of  land  fails.  The  best  of  engineering  skilL 
the  largest  of  economic  expenditure,  the  creation  of  the  finest  and 
most  complete  irrigation  system  are  of  little  avail  unless  well  admin- 
istered and  accompanied  by  good  management  on  the  part  of  the 
majority  of  the  farmers  to  whom  water  is  served. 

Analyzing  the  situation  along  this  line,  it  appears  that  what  the 
Government  is  endeavoring  to  do  is  to  provide  opportunities  for 
thousands  of  families  each  to  become  established  in  a  semi-inde- 
pendent producing  and  manufacturing  business,  getting  the  raw 
products  out  of  the  soil,  and  manufacturing  these,  through  the  use 
of  domestic  animals,  into  milk,  butter,  eggs,  pork,  mutton,  beef,  etc., 
returning  the  fertility  as  completely  as  possible  to  the  soil,  and  sell- 
ing from  the  farm  only  such  raw  products  as  can  not  be  economically 
worked  up  into  the  more  condensed  and  valuable  form.  The  con- 
tinued production  and  sale  off  of  the  farm  of  raw  or  unmanufactured 
products,  such  as  hay  and  grain,  invariably  become  unprofitable  in 
the  end,  both  because  of  the  deterioration  of  the  soil  from  failure  to 
return  fertility  to  it,  but  more  than  this  from  economic  reasons  based 
on  the  fact  that  the  farmer's  time  and  investment  are  not  put  to  the 
highest  use. 

Viewing,  therefore,  an  irrigated  farm  as  a  manufacturing  institu- 
tion, it  may  be  said  that  when  the  farm  is  in  a  highly  productive 
capacity  and  is  what  may  be  called  a  "  goinff  business  concern," 
there  is  represented  an  investment  of  capitiu  or  labor  equivalent  for, 
say,  a  40-acre  farm,  in  land,  water,  buildings*  equipmentj  etc.j  of 
not  far  from  $10,000.  This  average  is  derived  from  consideration 
of  well-developed,  productive,  irrigated  farms  throughout  the  arid 
West.  It  is  perhaps  best  illustrated  by  the  figures  which  have  been 
obtained  by  the  Department  of  Agriculture  for  a  ^oup  of  farms  in 
the  central  part  or  Utah,  where  a  careful  analysis  oi  cost  and  re- 
turns has  been  made,  the  only  one  available  at  present  for  the  arid 
region.* 

These  returns  relate  to  69  farms  which  are  fairly  representative 
of  conditions  throughout  the  arid  regions  where  the  pioneer  stage 
has  been  passed.    The  average  size  of  these  69  farms  was  under  60 
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acres  and  the  crop  area  about  30  acres.  The  average  capital  in- 
yested  was  $9,000,  or,  in  round  numbers,  $175  per  acre,  including  all 
iinprovement&  The  receipts  were  slightly  under  $1,500,  and  out  of 
these  were  paid  a  little  over  $600  for  expenses,  leaving  a  net  farm 
income  of  nearly  $900,  of  which  the  labor  income  was  figured  at  a 
little  over  $400,  leaving,  in  round  numbers,  $500  for  the  earning  of 
the  investment  and  of  tine  farm  itself. 

Taking  out  of  the  69  farms  a  group  of  30,  which  are  devoted 
mainly  to  fruit  and  the  raising  of  sugar  beets,  we  have  an  average 
size  of  60  acres,  of  which  a  little  over  40  acres  are  cropped.  The 
capital  invested  is  a  little  under  $12,000  and  the  receipts  approxi- 
mately $2,000,  with  an  expense  of  $950,  leaving  a  farm  income  of 
about  $1,000,  of  which  the  labor  income  is  sometning.over  $600. 

The  figures  above  quoted,  in  round  numbers,  indicate  the  fact  that 
in  any  well-established  irrigated  community,  such  as  may  result  from 
the  investment  of  the  Government,  there  must  be,  in  addition  to  this 
investment,  a  large  amount  of  labor  and  capital  applied  by  the  set- 
tlers in  developing  the  farm,  in  providing  implements,  and  in  many 
related  efforts.  The  needed  capital,  if  not  available  at  the  outset, 
must  be  made  up  by  extra  exertion  on  the  part  of  the  newcomer,  who 
must  create  in  due  time,  by  his  labor  and  thrift,  what  is  equivalent 
ultimately  to  an  investment  of,  saj,  $10,000. 

It  is  not  to  be  inferred  from  this  that  there  are  not  large  numbers, 
possibly  a  quarter  or  even  a  third  of  the  settlers,  who  are  attaining 
far  larger  returns  from  a  much  smaller  investment,  but  in  all  these 
matters  we  must  consider  as  nearly  as  possible  the  average,  as  it  is 
the  average  man  whose  success  is  vital  to  the  working  out  of  the  enter- 
prise as  a  whole.  It  is  not  sufficient  that  a  quarter  or  a  third  of  the 
people  should  be  successful,  or  even  a  half;  all  must  be  successful, 
else  the  Government's  invesbnent  is  profitless. 

Most  of  the  newcomers  attracted  to  an  irrigation  project  are  men 
with  relativeljr  small  capital.  The  amount  which  they  bring  is  not 
always  wisely  invested,  but  may  be  lost  in  paying  excessive  prices  for 
the  raw  land.  The  problem  is  to  take  these  men,  coming  with  small 
capital  and  less  experience^  and  get  them  started  in  a  business  which, 
when  fully  developed,  will  represent  a  considerable  investment,  as 
above  stated.  ^ 

It  is  the  failure  to  recognize  the  difficulty  of  building  up  an  irri- 
gated farm  as  a  business  enterprise  that  has  been  at  the  foundation 
of  most  failures  in  irrigation  projects.  While  it  is  popularly  stated 
that  inadequate  engineering,  reckless  financiering,  and  lack  of  set- 
tlers are  thiB  immemate  causes  of  failure,  yet  the  ultimate  and  final 
reason  comes  back  to  the  inability  of  the  average  homeseeker  to  take 
up  immediately^  and  carry  forward  successfully  this  new  and  intricate 
business  of  imgation  farming.  The  time  consumed  in  gettinjg  oil.  the 
solid  foundation  of  a  ^^  going  ousiness  concern '^  means  loss  oiinterest 
to  the  investor,  depredation  of  the  investment,  and  general  discour*- 
agementi 

Inflation  of  prices  of  raw  land  has  crippled  the  development  of 
the  West  by  imposing  a  back-breaking  burden  upon  the  men  who 
have  bought  irrigable  lands,  for  which  they  have  obligated  them- 
selves to  pay  in  installments,  with,  interest  on  deferred  payments  at 
from  6  to  12  per  cent  The  average  irrigator  can  not  afford  to  pav 
any  considerable  amount  for  raw  land,  which  he  must  clear,  level, 
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subdue,  and  bring  to  productive  capacity,  support  his  family,  pay 
heavy  taxes,  and  make  payments  for  water  charges.  If,  on  top  of 
these  expenditures,  which  cut  heavily  into  his  income,  he  must  make 
payment  of  10  per  cent  on  deferrea  payments  of,  say,  $50  an  acre, 
or  $5  interest  on  each  acre,  he  is  consuming  the  greater  part,  if  not 
all,  of  his  earnings  and  is  not  able  to  properly  build  up  his  farm. 
The  greatest  step  forward  in  bringing  about  the  rapid  aevelopinent 
of  the  West  would  be  to  obtain  and  diffuse  correct  information  re- 
garding^ irrigation  farming  as  a  business,  includinj^  in  this  a  careful 
analysis  of  the  expenditures  and  receipts  of  the  irrigation  farming. 

Tne  success  or  failure  of  the  pioneer  under  irrigation  depends 
ilpon  his  ability  to  tide  over  the  interval  between  the  date  at  which 
he  arrives,  with  say  $2,000  in  capital,  until  bjr  his  energy,  skill,  and 
self-denial  he  has  developed  his  farm  to  a  point  where  it  is  equiva- 
lent in  earning  power  to  the  average  of  the  older  farms  which  rep- 
resent an  investment  in  time  and  labor  of  say  $10,000. 

The  Government  or  the  corporation  which  is  financing  the  enter- 
prise may  be  assumed  to  give  or  make  available  for  the  newcomer  a 
40-acre  tract  of  land.  It  provides  water  for  this  land,  usually  on 
long-time  payments,  the  cost  being  perhaps  $2,000  for  the  40- 
acre  tract.  This  original  investment  together  with  the  newcomer's 
assumed  capital  in  cash,  implements,  live  stock,  etc.,  of  $2,000  pro- 
vides the  initial  investment  of  $4,000  which  is  to  be  increased  gradu- 
ally by  hard  and  intelligent  labor  and  frugality  until  the  accumula- 
tion represents  say  $10,000,  at  which  time  the  farm  will  have  been 
completely  developed  and  stocked  with  animals  so  that  it  can  be  said 
to  be  on  a  good  basis  as  a  "  going  business  concern.'' 

During  the  years  necessary  for  this  development  of  the  farm  and 
accumulation  of  live  stock  and  other  equipment  the  farmer  receives 
in  return  for  his  investment  first  a  home  for  his  family  and  one 
where  he  is  able  to  produce  the  greater  part  of  the  food  needed  for 
the  family  from  his  fields  or  kitchen  garden.  It  is  the  opinion  of 
some  investigators  that  in  considering  the  irrigator's  income  above 
a  bare  living,  there  should  be  taken  nrst  the  interest  on  his  invest- 
ment, which  at  6  per  cent  on  $2,000  may  be  figured  at  $120  per 
year.  This  amount  under  good  management  should  be  gained  and 
added  to  his  capital.  In  addition  to  this  it  is  assumM  that  his 
labor  on  his  farm  should  net  him  an  average  of  between  $1  and  $2 
per  day.  Each  year  he  should  show  an  accumulation  of  at  least 
$600  to  the  value  of  his  farm.  In  the  course  of  10  years,  therefore, 
the  interest  on  his  original  investment  plus  his  labor  and  some 
profits  should  have  enabled  him  to  bring  the  total  investment  up  to 
at  least  $10,000,  the  limit  above  set,  assuming  that  he  has  no  par- 
ticular misfortune. 

The  above  jgeneral  assumptions  are  given  simply  to  indicate  the 
importance  ox  time  in  the  building  up  of  an  agricmtural  community 
from  small  beginnings,  and  are  based  upon  premises  which  may  not 
be  alto^ther  tenable.  Theoretically  the  irrigation  farmer  should 
succeed  in  10  years.  Actually,  however,  owing  to  market  conditions, 
to  delay  in  the  development  of  water  service,  and  to  the  unexpected 
and  unprovided  for  water-logging  of  his  land,  due  to  seepage  from 
canals  and  to  overirrigation,  his  problems  are  less  easy  of  solution 
than  the  above  might  seem  to  mdicate.    Other  obstacles  to  the 
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^owth,  as  above  cniddv  outlined,  are  heavy  taxes  and  excessive 
interest  rates  on  unpaid  debts  which  may  prevent  accumulation 
of  the  necessary  capital  and  thus  keep  the  farmer  from  gettin|; 
on  a  sound  business  basis.  This  is  notably  the  case  with  those  irri- 
gators who  have  unwisely  agreed  to  pay  a  large  amount  for  unde- 
veloped land,  who  have  tied  up  all  their  available  money  in  making 
the  first  payment  and  who  are  forced  to  pay  hi^h  interest  charges 
on  deferred  payments  for  lands  not  fuUy  productive.  In  these  cases 
the  interest  charges,  together  with  high  taxation  and  other  items  eat 
up  the  accumulated  savings  and  leave  the  farmer  at  the  end  of  tiie 
years  even  less  well  equipped  than  he  was  at  the  beginning. 

WOBX  07  THS  8I7PEBVISO&  07  IBBIQATIOSr. 

It  seems  pertinent  in  this  connection  to  refer  briefly  to  the  work 
of  the  Supervisor  of  Irrigation,  Mr.  I.  D.  O'Donnell,  of  Billings. 
Mont.  The  underlying  wought  which  prompted  the  creation  of 
this  office  and  the  appomtment  of  Mr.  O'Donnell  as  the  first  incum- 
bent was  that  there  should  be  in  the  field,  connected  with  the  serv- 
ice, a  practical  business  farmer,  who  could  look  at  questions  involved 
in  the  operation  and  mana£;ement  of  the  projects  from  the  standpoint 
of  the  water  user  as  well  as  from  that  of  the  service;  who  could 
advise  the  other  officers  of  the  service  on  all  matters  having  to  do 
with  the  efficient  operation  of  the  projects,  and  assist  the  water  users 
on  all  matters  coming  under  the  general  head  of  '^  better  farming " 
methods. 

Excellent  results  have  already  been  accomplished  through  this 
arran^ment.  Grievances  which  loomed  large  in  the  eyes  of  water 
users  have  in  most  cases  proved  insignificant  when  clearW  and  pains- 
takingly explained  by  tne  Supervisor  of  Irrigation.  The  employ- 
ment of  water  users  and  members  of  their  families  has  been  encour- 
aged, and  many  water  users  are  learning  how  to  care  for  irrigation 
systems  and  deliver  water  to  lands.  Numerous  meetings  have  been 
held  with  the  farmers  and  the  officials  of  the  water  users^  associations 
for  the  purpose  of  discussing  on  the  ground  questions  of  interest  to 
the  water  users,  stress  being  laid  upon  the  improvement  of  farming 
methods.  A  number  of  suggestions  have  been  made  in  connection 
witii  the  marketing  of  farm  products,  and  it  is  believed  that  before 
many  years  this  difficult  qu^ion  will  have  been  solved  to  the  sat- 
isf  ad;ion  of  the  water  users. 

Active  cooperation  has  been  carried  on  by  the  Supervisor  of  Irri- 
gation with  the  officials  of  the  Department  of  Agriculture,  with  a 
view  to  the  assignment  of  farm  advisers  to  the  various  projects  to 
assist  the  settlers,  with  the  State  agricultural  colleges  in  a  general 
campaign  to  secure  economy  in  the  use  of  irrigation  water  and  in 
conducting  farmers'  meetings,  and  with  the  General  Land  Office  in 
settling  disputes  regarding  nomestead  matters  and  in  making  clear 
to  the  settlers  the  regulations  affecting  the  entryman. 

In  fact,  it  may  safely  be  stated  that  the  work  of  the  Supervisor 
of  Irrigation  has  aided  materially  in  bringing  about  a  feeling  of 
confidence  among  the  water  users  in  the  admmistration  of  the  Recla- 
mation Service  and  a  desire  on  the  part  of  the  water  users  to  co- 
operate to  the  fullest  extent  with  the  service  in  the  interest  of  the 
projects. 
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The  large  problems  now  confronting  the  Seclamation  Service  are 
not  onljr  those  of  building  new  works  and  of  overcoming  engineering 
difBlculties,  but  also  the  successful  management  of  the  Targe  systems 
already  built,  particularly  in  (a)  the  more  complete  use  of  the  land 
to  which  water  has  been  brought^  (b)  the  prevention  of  waste  of 
water,  with  its  resultant  deterioration  of  soil  and  creation  of  swamps 
and  alkali  flats  on  formerly  cultivated  lands ^  (c)  the  handling  of 
water  on  sandy  soils ;  and  (d)  meeting  exigencies  and  demand,  which 
must  be  worked  out  patiently  and  systematically  in  the  field. 

As  yet  there  is  no  well-recognized  standard  of  practice  in  most  of 
these  problems  of  management,  and  consequently  no  easy  way  of 
demonstrating  the  relative  degrees  of  success  attained  on  the  various 
projects.  It  IS  of  great  importance  that  there  be  established  cer- 
tain good  standards  of  operation  and  maintenance,  not  merely  for  the 
benefit  of  the  reclamation  projects  alone  but  for  that  of  the  other 
large  systems  built  by  private  capital.  The  steps  toward  such  sys- 
tematization  of  the  management  have  been  taken  in  the  preparation 
of  what  is  known  as  the  Use  Book,  or  Manual  of  Operation  and  Main- 
tenance, defining  or  describing  some  of  those  matters  which  are  now 
generally  accepted  and  outlining  in  a  general  way  the  course  of  pro- 
cedure, one  from  which  it  will  be  possible  in  the  future  to  make  com- 
parisons of  actual  cost  and  results  attained  under  different  types  of 
work  and  imder  different  managers. 

POWEB  BEVELOFMENT 

In  connection  with  the  construction  of  irrigation  work,  particu- 
larly of  dams  on  the  larger  rivers,  it  has  been  found  necessary  to  de- 
velop more  or  less  power.  Power  plants  erected  imder  these  con- 
ditions are  operated  principally  for  pumping  water  for  irrigation 
and  incidentally  for  other  purposes,  the  excess  power  being  sold  for 
domestic  or  industrial  uses,  such  as  lighting,  heating,  cooking,  and 
operation  of  small  machinery. 

The  engineering  and  business  details  connected  with  the  develop- 
ment and  sale  of  power,  particularly  by  hydroelectric  means,  has  in- 
creased steadily  during  the  past  year. 

The  largest  operations  are  those  in  Arizona,  but  next  to  these  are 
those  in  southern  Idaho.    A  brief  review  of  these  illustrates  the  im- 

Eortance  of  the  electrical  development  for  industrial  purposes,  which, 
owever,  are  kept  at  all  times  secondary  to  the  necessities  of  irriga- 
tion. 

The  main  purpose  in  the  develoijment  of  electric  energy  by  the 
Reclamation  Service  is  the  production  of  cheap  power  for  raisin? 
underground  water  to  the  surface  or  surface  waters  to  lands  which 
are  too  high  to  be  reached  economically  by  the  ordinary  gravity 
method  throughout.  There  are  other  uses,  however,  to  which  this 
energy  can  be  economically  applied.  Taking  these  in  the  sequence 
of  events  they  may  be  summed  up  as  follows: 

Construction, — ^lliis  embraces  all  electrical  devices  employed  in 
the  handling  of  materials,  in  lighting  the  works,  and  in  facilitating 
other  operations. 
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Transportation. — ^This  includes  the  building  and  operation  of 
works  for  transporting  material  to  be  used  in  construction. 

Commercial.— An  important  outgrowth  of  the  above  is  the  disposal 
of  excess  electric  ener^  developed  largely  in  connection  with  pump- 
ing, but  sold  for  lighting  or  industrial  purposes,  the  proceeds  bein^ 
used  to  assist  in  defraying  the  cost  of  the  pumping  of  water  for  agri- 
cultural purposes. 

The  methods  of  development  of  electrical  energy  and  the  character 
of  machinery  employed  are  largely  those  of  the  usual  commercial 
practice,  the  attempt  being  made  to  keep  well  in  the  lead.  In  some 
cases  notable  advances  have  been  made  over  customary  methods.  As 
might  be  inferred,  the  largest  amount  of  energy  is  developed  by  the 
use  of  water  power.  In  other  words,  hydroelectric  planning  and  con- 
struction form  the  principal  feature  of  this  class  of  engineering 
works.  There  are,  however,  a  number  of  relatively  small  plants  in 
which  the  energy  is  derived  from  the  consumption  of  fuel  either  util- 
ized in  the  production  of  steam  or  in  the  more  direct  use  of  oil  or  gas 
in  the  ordinary  engines. ' 

In  all  of  this  development  of  power  undertaken  by  the  Beclama- 
tion  Service,  not  only  in  connection  with  electrical  devices  but  also  in 
its  other  operations,  records  are  maintained  of  the  actual  cost  of  the 
various  items.  Quite  frequently  in  statements  of  cost  the  matter  of 
overhead  charges  has  been  neglected,  or  many  items  which  are 
properly  to  be  considered  in  this  connection  are  not  entered  because 
they  are  carried  on  re^lar  appropriations.  These  neglected  items 
usually  consist  of  salaries  of  permanent  officials  whose  time  is  largely 
devoted  to  the  particular  work  in  hand,  but  is  not  charged  to  it. 
Such  overhead  items  are  included  in  all  cost  statements  of  tne  Eecla- 
mation  Service,  which  therefore  give,  perhaps,  a  more  accurate  con- 
ception of  actual  and  necessary  expenditures  than  those  which  do  not 
include  such  items. 

Without  entering  into  an  elaborate  discussion  of  these  costs,  it  may 
be  said  that  they  range  in  general  from  a  few  mills,  or  even  less,  per 
kilowatt  hour  for  power  developed  in  large  quantities  by  hydroelec- 
tric plants  up  to  a  lew  cents  per  kilowatt  hour  as  developed  by  steam 
plants. 

The  costs  for  1913  are  shown  in  the  following  table: 


Power  plants  operated  by  reclamation  service  in  calendar  year  lOlS, 

Redamatlon 
project. 

Power  plant. 

Location. 

Type. 

Rated 
capacity. 

Output  In 

kUowatt- 

tiours. 

Cost  In 
cents  per 
kUowatt- 

hour.i 

Salt  River. 

Splants 

Bofae 

Ifinidoka... 
Lalumtan... 
Elephant 

Butte. 
WOliston.... 

Bpanish 

Arizona 

Boiae  River,  Idaho 
Snake  River  Jdahc 
Lahontan,  Nov.... 
Elephant    Butte 

Kun,  N.  Mex. 
Near     Williston, 

N.Dak. 
Near  Spanish 

Pork,tJtah. 

Hyrdo^lectric 
do 

Kilo- 
wUU. 
8,360 
1,876 
7,000 
1,250 
1,876 

1,160 

1,000 

9,618,670 

7,082,123 

28,205,287 

930,360 

2,065,840 

1,145,337 

861,705 

0.810 

Boiae                  

0.268 

MW>ii<oVft 

Tnukoe-Canon 

RioOnuule 

do 

do 

Steam  turbine 

electric. 
do 

0.126 
1.118 
3.873 

North  Dakota 

pumping. 
Strawberry  Valley.. 

2.614 
•2.672 

1  These  costs  are  at  power-plant  switchboards  and  Include,  In  addition  to  all  maintenance  and  operating 
enenses.  general  expense  and  plant  depreciation, 
s  Indnoea  heavy  canal  expense. 
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For  purposes  of  comparison  with  the  above  statements  of  cost, 
it  may  oe  said  that  it  is  a  popular  belief  that  the  cost  of  manufac- 
turing electric  power  at  Niagara  Falls  is  about  0^  cent  per  kilowatt 
hour,  and  that  for  power  development  in  blocks  of  say  5,000 
kilowatts  upward  it  is  more  economical  to  erect  a  modem  steam- 
power  plant  at  Buffalo  than  it  is  to  transmit  this  energy  from 
Niagara  Falls  at  a  cost  at  Buffalo  of  say  0.25  cent  per  kilowatt  hour. 
In  other  words,  the  modem  economy  of  the  steam  engine  and  gen- 
erator is  such  that  when  fuel  is  cheap  current  can  be  manufactured 
on  the  ground  and  utilized  without  transformation  more  economically 
than  it  can  be  transformed  and  transmitted  over  a  considerable 
distance.  The  cheapest  hydroelectric  power  reported  is  in  the  South, 
stated  at  0.1  cent  per  kilowatt  hour,  or  about  $6  per  horsepower 
per  year. 

On  the  Minidoka  project  of  the  Reclamation  Service  the  cost  of 
producing  power  at  the  plant  switchboard  is  seen  from  the  above 
table  to  be  about  0.126  cent.  The  surplus  power  over  that  needed 
for  irrigation  pumping  on  this  project  is  sold  as  a  by-product  For 
this  purpose  the  Reclamation  Service  contracts  with  a  local  company 
or  distriDutor,  protecting  the  ultimate  consumer  by  provision  in  the 
contract  limiting  the  maximum  rates  chargeable  by  the  distributor. 
Tliese  rates  are  mown  in  the  following  table: 

Electric  power  for  commercial  use,  Minidoka  project,  Idaho, 

[Contracts  Nos.  822,  323,  and  326  and  supplemental  contracts.] 

MONTHLY  RATES. 


TO  DI8TBIBUT0R. 

Per  incandeseent  Ucht  of  16  watts.  $0. 03 
Per  incandescent  light  of   16-^0 
watts .  10 

Per  incandescent  light  of  over  60  * 
watts    (for   each   60   watts   or 
faction) .  10 

Per  arc  Ught,  700  watts  to  10  p.  m.     1. 60 
Per  arc  light,  700  watts  all  night.    2. 60 


TO  CONSUMII. 

For  20  iBcattdescent,  16  watts  (6 
cents  each  additional  light) $1.60 

For  6  incandescent.   16-w)  watts 

(26  cents  each  additional  light) .     1. 60 

Per  light  over  60  watts  (for  each 
60  watts  or  fraction) .26 

Per  arc,  700  watts  to  10  p.  m 2. 60 

Per  arc,  700  watts  all  night 4. 00 


HSATING  RATES. 


TO  DISTaiBDTOI. 


Per  device,  Sept.  1-Jone  1 $0. 60 

Per  device  per  1,000  watts,  June 

1-Sept.  1 1.60 


TO  coMsnim. 


Per  device,  1,000  watts  Sept.  1- 
Jone  1 $1.00 

Per  device  per  1,000  watts,  June 

1-Sept  X 2.60 


FLATIRON  RATES. 
TO  DI8TRIBUTOB.  I  TO  CONBUMBB. 

Per  flatiron,  700  watts $0. 26      I  Per  flatiron,  700  watto $0. 60 

METERED  LIGHT  AND  APPLIANCE  RATES  PER  KILOWATT  HOUR. 


TO  DIBTBIBUTOB. 

First    2,600    kilowatt    hours    in 

month $0. 027 

For  2,600-6,000  kilowatt  hours  in 

month .  026 

For  5,000-10,000  kilowatt  hours  in 

month .  023 

In  excess  of  10,000  kilowatt  hours 
In  month .021 


TO  CONBUKBB. 

First  26  kilowatt  hours  in  month.  $0. 07 
For     26-60     kilowatt     hours    in 

month .  061 

For    50-100    kilowatt    hours    In 

month .  06 

In  excess  of  100  kilowatt  hours  in 

month ,  061 
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POWER  RATES  PER  KILOWATT  HOUR. 


TO  DI8TBIBCTOB. 

Fint  2,000  kilowatt  houra  is 
month $0.  01 

For  2,000-3,000  kilowatt  hour*  In 
month 

For  3,000-6,000  kilowatt  hoon  In 
month • 

For  6,000-10,000  kUowatt  boon  In 

For  10,dO(r-25Todo~UloVatrhov^ 
in  month 

In  excess  of  25,000  kilowatt  hours 
In  month 


Power  In  Jnno,  July,  and  Augnat 
25  per  cent  additional  to  aboye. 


.007 

.0065 

.0053 

.0061 

.0050 


TO  COVBVUUtU 

First  100  kilowatt  hours  in  month.  $0.  05 
For    100-200    kilowatt    hours    In 

month 

For    200-500    kilowatt    hours    in 

months. 


For  500-1,000  kUowatt  hours  in 

month 

For  1,000-2,000  kUowatt  hours  in 

month 

For  2,000-5,000  kUowatt  hours  In 

month 

For  5,000-60,000  Idiowatt  hours  In 

month 

For  60,000-75,000  kUowatt  hours 

In  month 

For  76,000-100,000  kUowatt  hours 

In  month 

In  excess  of  100,000  kUowatt  hours 

In  month .. 

Power  in  June,  July,  and  August 

26  per  cent  additional  to  above. 


04 

08 

016 

008 

007 

0063 

0060 

0057 

0066 


In  developiDg  hydroelectric  power  for  irrigation  pumping  it  has 
been  necessary  to  meet  many  popular  fallacies  concerning  the  cheap- 
ness of  water  power.  It  is  generally  assumed  that  because  the  water 
is  flowing  more  or  less  continuously  throughout  the  year,  making 
possible  a  large  amount  of  power,  therefore  the  power  itself  must 
necessarily  be  cheap.  Little  consideration  is  given  to  the  large  first 
cost  of  installation,  of  development  of  the  power,  of  the  interest 
on  the  investment,  and  particularly  to  the  depreciation. 

Few  people  outside  of  the  profession  of  electrical  engineering 
understand  that  the  utilization  of  the  natural  water  power  is  accom- 

Sanied  by  heavy  expense,  notably  in  fixed  charges  for  interest  and 
epreciation,  and  that  these  may  far  exceed  the  more  obvious  coste 
of  a  steam  plant.  Obsolescence  also  must  be  considered,  especially 
in  water- wheel  development  Great  improvements  have  been  made 
alon^  that  line,  so  important  that  no  up-to-date  power-plant  manager 
can  Ignore  taking  advantage  of  them.  While  in  purely  electrical 
apparatus  obsolescence  is  becoming  less  and  less  of  a  large  factor,  if 
the  plant  is  properly  designed,  yet  it  must  be  considered.  The  heavy 
item  and  one  not  usually  appreciated  is,  as  above  stated,  the  interest, 
depreciation,  and  other  fixed  charges  inseparable  from  a  large  capital 
investment.  It  is  not  an  uncommon  thing  for  a  unit  of  hydroelectric 
power  generation  transmission  and  transformation  at  the  substation 
to  run  mto  $250  to  $300  per  kilowatt,  while  a  steam  plant  in  large 
sizes  may  not  exceed  $45  to  $60,  or  at  the  most  $75,  per  kilowatt.  On 
the  other  hand,  the  depreciation  of  a  steam  plant  and  repairs  of  the 
same  are  much  in  excess  of  the  hydroelectric  system  as  a  whole,  but 
this  does  not  modify  the  fact  that  it  is  often  cheaper  to  build  steam 
plante  to  meet  load  conditions  rather  than  to  furnish  it  by  hydro- 
electric power.  This,  as  above  stated,  it  is  difficult  to  bring  to  public 
comprehension,  namely,  that  electric  power  developed  from  water 
power  is  sometimes  more  expensive  than  the  equivalent  amount  of 
power  developed  when  needed  by  economically  operated  steam  or  gas 
engines. 
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One  of  the  popular  misapprehensions  which  has  given  rise  to 
considerable  disappointment  to  the  settlers  on  Government  projects 
is  the  lack  of  appreciation  of  the  fact  that  electric  ener^  after  being 
developed  must  be  raised  to  high  voltage  for  long-distance  trans- 
mission and  again  transformed  before  distribution  to  the  consumer, 
and  that  such  transforming  apparatus  is  quite  expensive. 

The  farmer,  seeing  a  high-power  line  skirting  his  farm,  can  not 
readily  be  made  to  imderstand  why  he  can  not  purchase  a  small 
amount  of  electricity  for  use  on  his  farm  or  in  his  house.  It  is  neces- 
sary to  explain  to  him  that  the  difference  is  almost  as  great  as  would 
be  m  a  case  where  he  might  argue  that  because  a  tree  grows  on  his 
hmd  he  should  be  able  to  get  his  tables  and  chairs  at  relatively  small 
cost.  The  transformation  of  a  tree  into  a  chair  may  be  as  difficult 
as  the  transformation  of  the  high-tension  electricity  into  a  form  such 
that  he  can  safely  use  it  around  his  house  or  bam. 

There  has  also  been  an  exaggeration  in  the  minds  of  the  people  in 
the  communities  on  some  of  the  Government  projects  of  the  impor- 
tance to  them  of  the  power  plants  which  have  been  built  in  connec- 
tion with  the  pumping  and  related  work.  They  seem  to  think  that 
these  are  an  asset  which  they  can  utilize  for  more  or  less  speculative 
purposes  and  that  the  earnings  of  these  power  plants  will  notably 
reduce  the  cost  of  the  irrigation  works  and  possibly  save  the  water 
users  from  any  expenditure.  They  overestimate  the  earning  power 
of  these  works,  not  appreciating  that  many  of  them  can  be  operated 
only  during  the  irrigation  season  and  that  electric  power  developed 
under  these  circumstances  has  small  commercial  vstlue.  They  have 
heard  of  the  great  earnings  of  the  water-power  monopolies  and  pic- 
ture to  themselves  the  advantages  of  securing  a  monopoly  of  this 
Idnd  which  they  can  handle  to  their  own  immediate  profit,  forgetting 
that  the  manufacture  and  sale  of  electricity  developed  by  water 
power  is  a  highly  specialized  business,  like  the  manufacture  of  any 
otiier  commocuty  and  one  which  is  not  always  financially  successful, 
and  only  when  nandled  by  men  of  exceptional  ability. 

As  above  stated,  many  of  the  uses  tor  electric  power  developed 
by  the  Beclamation  Service  are  those  in  connection  with  transporta- 
tion of  materials  and  construction  of  works.  The  devices  employed 
are  usually  standard  in  design,  consisting  of  light  electric  railroads, 
such  as  are  needed  in  construction  of  tunnels  and  in  similar  work, 
and  apparatus  for  the  operation  of  cement  plants,  cableways,  hoists, 
excavating  machinery,  etc.,  lighting  plants  oeing,  of  course,  an  im- 
portant adjunct. 

Pumping,  however,  forms  the  ^eat  and  principal  use  of  the 
electric  power  development^  and  there  were  installed  9,235  horse- 
power in  permanent  pumping  plants  used  in  1913,  in  addition  to 
numerous  small  drainage  installations  semiportable  and  intermit- 
tently used.  The  cost,  including  all  overhead  charges  and  deprecia- 
tion, has  been  estimated  to  average  about  1  cent  per  acre-foot  raised 
1  foot,  ranging  from  0.8  cent  per  acre-foot  at  Minidoka  upward; 
that  is  to  say,  an  amount  of  water  covering  an  acre  1  foot  in  depth, 
or  43,560  cubic  feet,  can  be  raised  to  a  height  of  60  feet  for  50  cents. 
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In  comparison  with  this,  water  raised  by  the  ordinary  small  steam 
or  gasoline  pumping  plant  built  by  associations  of  fanners  through- 
out the  arid  regions  is  probably  costing  from  7  to  10  cents  per  acre- 
foot  raised  1  foot,  including,  as  above  stated,  interest  and  depreciation. 
With  better  and  more  economical  devices  for  raising  larger  quantities 
the  cost  may  be  cut  down  to  5  cents  or  even  less  under  exceptional 
conditions,  while  those  of  the  Government  works,  as  above  stated, 
may  run  as  low  as  at  Minidoka  in  1913,  when  it  averaged  0.346  cent* 

Sales  of  power  for  commercial  and  other  purposes  are  made  at 
varying  rates,  dependent  mainly  upon  the  cost  or  development.  As 
a  rule,  the  electric  energy  is  sold  by  the  Government  as  nearly  as 
possible  at  cost.  The  reason  that  tne  cost  varies  so  widely  is  due 
primarily  to  the  difference  in  conditions  of  development  and,  second- 
btHjj  to  the  conditions  attached  to  the  sale,  particularly  as  to  the 
continuity  of  demand  by  the  consumer. 

The  ordinary  price,  or  what  may  be  considered  as  a  standard  of 
the  Reclamation  Service  for  current  for  commercial  purposes  in 
large  lots,  is  about  1.6  cents  per  kilowatt  hour.  Under  extraordinary 
conditions  where  excess  power  is  sold  whenever  developed  and  is 
used  as  an  auxiliary  for  steam  power,  the  price  has  been  as  low  as 
0-75  cent  per  kilowatt  hour,  or  even  0.6  cent 

In  one  case  in  Utah  for  municipal  purposes  the  Keclamation 
Service  sells  at  0.8  cent  per  kilowatt  hour,  unaer  a  minimum  monthly 
guaranty  of  $225.  The  essential  feature  in  these  extraordinary  low 
prices  is  that  the  Beclamation  Service  is  selling  surplus  power  and 
that  there  are  two  unusual  clauses  relieving  the  United  States  from 
obligation  to  furnish  power  in  case  it  should  become  inconvenient 
to  do  so,  as  follows: 

The  United  States  shaU  have  the  right  and  priyllege  to  shut  down  its  power 
plant  and  cease  serving  electric  energy  at  any  time  in  order  to  make  necessary 
repairs  or  additions  to  transmission  lines,  canals,  or  machinery. 

Also  it  is  stated  that — 

In  case  of  the  shortage  of  power  dne  to  lack  of  water,  or  if  the  demands 
for  power  for  constrnctlon  purposes  cause  the  famishing  of  power  to  the  city 
to  impede  the  progress  of  construction  work  on  the  project,  the  United  States 
reserves  the  right  and  privilege  to  cut  ott  the  power  until  such  time  as  it  Is 
possible  to  famish  power  without  impeding  tlie  progress  of  construction  work. 

The  rates  charged  for  heating  and  similar  purposes  vary  widely 
as  above  noted,  dependent  upon  there  being  an  excess  of  ener^  dur- 
ing the  winter  season  when  water  is  not  pumped  for  irrigation. 
Not  being  sold  or  disfposed  of  for  profit,  the  rates  for  sale  approxi- 
mate usually,  as  above  stated,  nearly  the  actual  cost,  these  bemg  so 
low  in  some  cases  as  to  compete  with  coal  at  $7  per  ton  in  heating 
houses  and  in  cooking. 

The  following  figures  give  in  concise  form  and  in  alphabetic  order 
by  States  the  power  alreadv  developed,  together  with  the  total  pro- 
posed or  possible  power  ana  the  output . 
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Potoer  devHopment^  (water  pauser  utUe$$  otKcnoUe  $pecifled). 


Project. 


Ntme  of  plant 


llaxS- 

mtun 

hMd 

Infect. 


Horsepower  prime 


In- 


Total* 
ypoM 

or 


Aiisooa: 

Salt  River 

Do 

Do 

Do 

AxixomkOalifonila: 

Ymna 

Do 

California: 

Orland 

Colarado: 

Grand  VaUey 

Unoompahcre  Valley. . . . 
Idaho: 

Bobe 

Do : 

Do 

ICiniddka 

Kansas: 

Garden  City 

Montana: 

Flathead 

Do 

Hnntley 

Montana-North  DakoU: 

Lower  Yellowitone 

Nevada: 

Tmclree-CarMn 

Do 

New  Mexico-Tezai: 

Rio  Grande 

Do 

North  DakoU: 

North  Dakota  PnmpJng. 
Oreson: 

Klamath 

Umatilla 

Utah: 

Stnwbezry  Valley 

Washington: 
Y^dma— 


Roosevelt* 

South  Cooaolldated«. 

Arisona  Falls* 

CkOBScat* 


Drop  in  Califomia  Canal . 


Main  canal. 


326 
80 
18 

117 

9 
26 

27 

44 


8,640 
3,800 

1,460 
6,000 


Boise  Dyn' 

Arrowrock  Dam . 


Drops  in  c 

Minidoka  Dam  *. 

Deerfleld  (steam)*.. 

Flathead  River 

Revais  Creek 

Main  Canal  dn)i>  i«. . 

Lateral  K.  K.  drop.. 


Lahontanu. 
364ootdrop. 


ao 

230 

20-4N) 

60 


3,560 


10,000 
700 


60 

1,000 

34 


Elephant  Butte  (steam) » 

Elephant  Butte  (hydroelectric). 

wmiston  (steam) » 

Various  sites 

Dndnace  outfslL 

Spanish  Fork  i« 


130 
36 


1,800 
3,000 


1,660 


Sunnyside  unit . 

Tietonunit 

Wapatounit.... 

Okanogan 

DiST: 

Do 


Drops  in  oanals . 


Drop  No.  lu.. 
Drop  No.  2  M.. 
Salmon  Creek. 


33-«8 

38 


126 
20-88 


1,600 


105 
56 
441 


15,640 
2,800 
1,460 
6,000 

1,000 
7,700 


8,000 
10,000 

3,560 
17,000 

4,800 
30,000 


860,000 

36,000 

600 

3B0 

6,000 
3,000 

3,000 
10,000 

1,560 

9,700 
146 

8,500 


1,800 
8,390 
9,000 
350 
800 
3,800 


Total. 


80,376 


633,906 


1  Power  may  be  developed  on  other  projects,  but  data  not  completed, 
i  Estimated. 

•  Three  1,680-honepower  and  two  l,8DO-honepower;  five  1,060-kilowatt  generators. 
«  Two  1,400-horBopower  turbines  direct  connected;  two  1,000-kilowatt  generators. 

•  Two  72S-horsepower  turbhies  direct  ooxmected;  two  63S-kilo^'att  generators. 

•  Six  1,000-horBepower  vertical  tangential  wheels;  six  87&-kilowatt  generators. 

'  Three  850-horsepower  turbines,  direct  connected;  three  626-kllowatt  generators. 

•  Five  2J000-honiepower  turbines,  direct  connected  to  five  1,400-kllowatt  generators. 

•  Two  3S0-horsepower  steam  turbines  and  two  225-kilowatt  generators. 

M  Two  vertical  turbines,  direct  connected  to  two  30>inch  cenurifugal  pumps,  capacity  28  second-feet. 

u  Two  900-horsepower  turbines,  direct  connected  to  two  626-kilowatt  generators. 

u  Three  62fr-kllowatt  steam  tarbhie  units. 

u  Two  300-kllowatt  and  one  500-kllowatt  steam  turbine  units. 

M  Two  horlsontal  80O-horsepower  turbines  and  two  60(>-kilowatt  generators. 

u  One  350-hor9epower  turbine;  one  187-kllowatt  generator. 

>•  One  aoo-horsepower  turUne;  one  187-kilowatt  generator. 


At  each  of  the  large  storaf^e  dams  built  by  the  Reclamation  Service 
there  are  opportunities  for  intermittent  power,  some  of  which  will 
undoubtedly  be  utilized  after  the  country  has  developed  to  a  higher 
degree  and  markets  are  established. 
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The  capacity,  output,  aud  construction  cost  for  each  of  the  more 
important  power-generating  plants  of  the  Reclamation  Service  are 

fliven  in  the  f oUowinc;  table,  together  with  the  output  sold  and  used 
7  the  Eeclamation  l^rvice  in  its  operation: 

Power-plant  data. 


Name  of  plant. 

Capacity,  kflowmtts. 

Cost. 

Outedt,  kilowatt  booxa. 
Fiical  year  1912. 

Proi|oot. 

Rated. 

8afe<rt>. 
senred. 

Sold. 

Used  by 
Reclama- 
tion 
Senrloe. 

Artem: 

fliltRivor 

Do 

R0088TWt  •«.... ...... 

Arizona  Falls 

slooo 

1,060 
•5,380 

1,875 
7,000 

1,260 

1,875 

1,150 
1,000 

6,000 
2,000 
1,000 

18643,664.28 
162,128.06 
100,500.78 
(^ 

168,446.05 
433,887.21 

85,487.68 

136,491.83 

228,600.89 
55,531.71 

9,336,803 

3.983,380 

Do 

Do 

Idabo: 

Bote. 

Botae 

2,400 
7,420 

1,450 

1,875 

1,580 
1,000 

2,529,422 
7,342,965 

219,544 

14,835 

436,800 
687,780 

4,037,081 
19,511,608 

3,110,137 

3,375,386 

550,003 
156,674 

MinMokll 

Minidoka 

Nevada: 

TniclBee-Carson. . 

NewMezleo: 

RioOnnde 

North  Dakota: 

wmiirtm 

Elephant    Butta 
(«&»m). 

WilUston  (steam).... 

Spetnish  Fork. 

Utab: 

Btnwberry  Val- 
toy. 

To^fff 

22,500 

34,605 

2,Q22,77L83 

30,667,636 

83,481,068 

, 

>  Exdnsive  of  power  canal  and  dtfwsion  dam  81 ,500,450.01 .  To  the  cost  of  this  power  plant  wffl  be  added 
883,000  to  cover  a  5.000Jdlowatt  unit  now  being  purchased,  making  a  total  cost  of  8726,654.23  and  a  total 
rated  capacity  of  10,300  kilowatts. 

«  Not  foctaded  in  totals. 


*  Incomplete. 


STJIDCABT  OF  BESULTS. 


The  following  table  ffives  in  concise  form  many  of  the  items  which 
have  been  accomplished.  A  more  detailed  table  will  be  found  in  the 
appendix : 

Bummary  of  results,  June  SO,  19H} 

LANDS. 


To  June  30, 1913. 

To  June  30, 1914. 

Oervice  was  prepared  to  supply  water  to 

iicnt. 
1,300,107 

481,457 
510,815 

Fwu. 
36,674 

8,786 
13,168 

Acm. 
1,343,193 

416,644 
566,848 

Fvm, 
37,115 

Under  oontiaet: 

Water  Hjrbts 

8,550 

Rental  oontncts,  etc, 

13,416 

Total  iTPdfT  contract. 

943,373 

30,064 

983,487 

30,975 

Amsilablexeaflmriroapadty acnfeet.. 

5,051,310 

5,460,510 

CANALS  AND  DITCHES. 

To  June  80, 1913. 

To  June  80, 1914. 

Gsnals  orer  800  second-feet  capacity 

MOM, 

818 

471 

1,306 

433 

335 

Ctoals  301  to  800  second-feet  capacity 

538 

1.318 

Ctaials  leas  than  50  second-feef  capacity 

5  836 

Waste  water  snd  drafautge  dftcheB. ..  .T 

548 

Total  r«n«^it  *«d  ditches . , , 

7,961 

8,565 

■ItiiatiiiMtedtlMtthalrrigsblawMof  ttM28  pr«|«ots  on  oompltttonirgL^gll 
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SummQry  of  result$,  iune  SO,  1914— Gontiniied. 


MaMMiry 

Earth 

Roek-flU  and  crib. 


Total. 


TUNNELS. 


To  June  80, 1913. 

To  June  30, 1914. 

Number 

MUet. 

77 
117,700 

Jfltai. 

88 

l/ffigtb,fwt ... 

120,341 

DAMS,  STOBAQE  AND  DIVERSION. 

CuMefor^, 

888,170 

7,055,007 

700,400 


0,523,063 


CkiMefsnIt. 

1,348,004 

8,817,3M 

704,784 

10,888,094 


DIKES  OR  LEVEES. 

T.i^pf1i,nifW . 

83 
8,007,228 

85 

VohYmit.  OUblO  TBMs 

3,700^060 

CANAL  STRUCTURES. 


To  June  30, 1013. 


Concrete.      Wood. 


To  June  30, 1014. 


Concrete.      Wood. 


CosttnROvw  88,000.... 
Costing  8600-88.000.... 

Costing  8100-8500 

Costing  less  than  8100. 


Total. 


670 
1,153 
5,715 
5,044 


51 

178 

3,475 

34,022 


045 
1,284 
6,078 
5,022 


78 
300 

3,748 
37,087 


12,487 


87,740 


13,509 


41,110 


BRIDGES. 


To  June  80, 1913. 

To  June  80, 1014. 

Number. 

Length. 

Number. 

Length. 

Steel 

81 

308 

2,757 

191 

Feet. 
5,033 
0,010 

50,325 
2,632 

84 

196 

8,388 

210 

Feel. 
6,887 
0,094 
70,003 
3,191 

Com  Mnatifln 

Wood 

Concrete 

Total 

3,330 

70,000 

3,875 

an  MK 

CULVERTS. 


Concrete 

073 

190 

1,853 

47,897 
10,779 
9,679 
40,080 

880 

808 

3,820 

61,105 
26,338 
10,101 
54,028 

Metal 1 

Terracotta .-. '.. 

Wood 

Total 

3,851 

120,435 

4,035 

148,203 

PIPE, 


Convete    . 

82,287 
181,339 
184,149 

451,028 
102,030 

Hetal 

Terra  ootta 

Wood 

Total 

880,967 

1,358,188 
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To  June  SO,  1913. 

To  June  90, 1914. 

.Number. 

Length. 

Number. 

Length. 

Oonoreto 

28 

338 

1,171 

Fttt. 
8,080 
74712 
S28;640 

20 

207 

1,264 

Feet, 
8,128 
90,  IM 
828,875 

Metal 

wS:::::::::::::::::::::::::::::::::::::::;:::;;;::;::::: 

Total 

1,487 

401,891 

l,fl0D 

421,e8l 

CANALS  LINED. 


Ooocreto. 
Wood.... 


8 


8 


JTOct. 

86.4 
1.7 


'No  report 
BUILDINOS. 


Offien.. 

65 

426 

14 

61 

332 

74 

488 

13 

63 

885 

R4RMMIf«V.        .    , 

Pnmpfeg  fftatvnuf 

Benn.  sibrehouMS.  etc 

Total 

808 

1,018 

WELLS. 


Completed. 


348      s  26,237 


361 


•28,717 


s  Depth  in  feet. 
COMMUNICATIONS. 


' 

To  June  30, 1913. 

ToJmie30,1014. 

Roads 

miles.. 

607 
61 
851 
2,381 
027 

733 

Reiiroads 

TrBOsmlston  lines.  •.....•••...•••• 

do.... 

do.... 

.- dcL... 

nnmDor.'. 

78 

400 

2,375 

POWER  DEVELOPED. 


Wattf. 
Steam. 


Total. 


.horsepower. 
do... 


.do.. 


28,860 
3.600 


32,466 


20,126 
4,280 


83,378 


EXCAVATIONS,  ETC. 


Claas^,  earth eublo  yards. 

Claas 2,  indurated  material do... 

"    i8,rook. do... 


Total. 


.do. 


Coal  mined tons. 

Riprq>  placed cubic  yards. 

Pavlnff  placed square  yards. 

CoDcreto  placed cubic  yards. 

CeDient  lued  - barrels . 

Cement  mannfMtured  by  United  States do... 

" Dt  mamiilBCtared  by  United  States do... 


87,402; 763 
6,206, 118 
5,456,807 


00,245,768 


^:! 


0,790 

511,322 

1,844,008 

1,533,544 

338,452 

06,435 


100,432^026 
6,668,156 
6,067,801 


113,168,472 


80,474 
616,408 
564,037 
1,083,263 
1,065,400 
338,452 
507,016 
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STJSVET8  AHD  EXAKHrAHOHS. 

During  the  past  year  no  new  projects  have  been  started,  but  sen- 
era!  surveys  and  examinations  have  been  continued  or  started  in 
order  to  obtain  definite  facts  concerning  matters  of  importance  which 
influence  the  present  projects  or  which  will  be  needed  in  the  discus- 
sion of  additional  projects.  Most  of  the  fundamental  data,  especially 
those  relating  to  top<^aph3^  and  water  supply  are  being  obtained 
by  the  United  States  Geological  Survey,  but  these  are  supplemented 
b^  more  detailed  engineering  examinations,  occasionally  m  coopera- 
tion with  States  or  public  bodies. 

The  largest  one  of  these  examinations  is  that  of  the  Colorado  Kiver, 
with  particular  reference  to  possibility  of  storing  the  water  in  reser- 
voirs near  the  headwaters  in  Wyoming,  Utah^  or  Colorado  for  use 
on  lower-lying  lands  and  for  possible  amelioration  of  flood  conditions 
on  the  lower  part  of  the  river,  and  of  adjusting  claims  which  will 
inevitably  arise  regarding  distribution  of  water  to  the  (rovemment 

{)rojects  and  to  enterprises  in  Arizona,  California,  and  in  the  Bepub- 
ic  of  Mexico. 

In  California  cooperative  surveys  have  been  made  with  the  State 
and  with  organizations  of  citizens  interested  particularly  in  the  pos- 
sibility of  storing  some  of  the  waters  of  Sacramento  River  and 
diverting  these  on  to  great  areas  of  agricultural  lands  in  the  Sacra- 
mento Valley.  Many  of  these  lands  have  been  cultivated  for  years 
in  wheat,  and  the  average  production  has  steadily  declined  to  a  point 
where  they  are  no  longer  pro^table.  The  success  of  the  Orlana  unit 
demonstrates  what  can  be  done  in  the  intensive  cultivation  of  these 
apparently  worthless  lands  when  supplied  with  water  for  irrigation. 
The  surveys  already  made  indicate  tnat  it  is  practicable  to  irrigate 
many  thousands  of  acres  similar  to  those  near  Orland  and  to  greatly 
increase  their  value  and  productive  capacity. 

In  Colorado  a  study  has  been  made  of  tne  headwaters  of  the  Rio 
Grande,  utilizing  the  results  obtained  by  the  Geological  Survey,  and 
with  particular  reference  to  the  ouestion  of  the  effect  of  drainage  on 
the  seeped  lands  of  San  Luis  Yailey  on  the  water  supply  of  the  Bio 
Grande  available  in  New  Mexico  and  Texas. 

In  Nebraska  an  investigation  is  being  made  in  cooperation  with 
the  State  Engineer  and  the  president  of  the  Nebraska  Conservation 
Commission  to  determine  the  feasibilitv  and  approximate  cost  of 
works  for  the  irrigation  of  a  considerable  area  of  land  in  Gosper, 
Phelps,  and  Kearney  counties. 

Ill  Nevada  a  reconnoissance  has  been  made  of  the  headwaters  of 
Carson  River  with  a  view  ultimately  of  developing  some  of  the  lands 
in  Carson  Valley,  or  at  least  considering  these  m  connection  witii 
alternative  proi>ositions  for  extending  the  area  of  the  Truckee- 
Carson  project 

In  Oklahoma  consideration  has  been  given  to  the  Lawton  project 
and  the  offer  of  the  city  of  Lawton  to  furnish  the  use  of  the  city 
reservoir  in  supplying  water  for  a  canal  to  irrigate  about  2,500  acrea 

In  Oregon  cooperative  surveys  have  been  conducted  with  the  State 
officials,  tnese  bemg  for  the  purpose  of  investigating  the  opportuni- 
ties in  central  Oregon.    Also  arrangements  have  been  made  n>r  study^ 
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ing  in  cooperation  with  the  State  engineer  the  possibility  of  water- 
power  development  on  Columbia  Biver  at  The  Dalles,  with  a  view 
to  pumping  water  for  irrigation  and  utilizing  the  excess  power  for 
industrial  purposes. 

In  South  Dakota  a  brief  examination  was  made  of  the  surveys 
conducted  by  the  State  engineer  on  what  is  known  as  the  Angustura 
project  for  storing  and  diverting  water  of  Cheyenne  River  on  lands 
southeasterly  from  the  Black  Hflls« 

In  Texas  a  study  has  been  made  of  Pecos  Siver  and  the  diversions 
from  it,  with  the  intention  of  extending  this  work  up  into  New 
Mexico  to  obtain  data  bearing  upon  the  largest  and  best  use  of  the 
waters  in  this  interstate  stream,  particularly  with  reference  to  the 
Government  works  already  executed. 

In  Washington  cooperation  has  been  had  with  the  State  in  the 
survey  of  Palouse  River  in  order  to  ascertain  the  feasibUity  of  stor- 
ing the  waters  of  this  stream,  this  work  being  in  part  a  continuation 
and  extension  of  surveys  previously  undertaken. 

SECOHSABT   PBOJECTS. 

In  addition  to  the  primaij  irrigation  projects  which  have  been 
approved  by  the  Secretary  of  the  Citerior  for  detailed  investigation 
or  for  construction,  and  which  are  discussed  on  subseauent  pages, 
a  niunber  of  secondary  projects  have  been  investigatea  at  various 
times  since  the  organization  of  the  Reclamation  Service.  The  work 
on  the  secondary  projects  has  in  general  been  Umited  to  the  gather- 
ing of  information  as  to  water  supply  and  the  determination  of  the 
character  and  extent  of  irrigable  lands. 

The  following  secondary  projects  have  been  investigated: 

Arizona :  Little  Colorado,  San  Carlos,  and  San  Pedro. 

Arizona-California :  Colorado  River. 

California:  Owens  Valley,  Sacramento  Valley,  and  San  Joaquin. 

Colorado:  White  River. 

Idaho:  Dubois  and  Port  Neuf. 

Montana:  Clark  Fork,  Crow  Reservation,  Lake  Basin,  Madison 
River,  and  Marias. 

Nebraska :  South  Platte. 

Nevada :  Walker  River. 

New  Mexico :  La  Plata,  Las  Vegas,  and  Urton  Lake. 

North  Dakota :  Bismarck,  Little  Missouri,  Nesson,  Washburn,  and 
Bowman. 

Oklahoma :  Cimarron  and  Red  River. 

Oregon :  Malheur  and  Central  Oregon. 

Utah :  Bear  Lake  and  Utah  Lake. 

Washington:  Palouse,  Priest  Rapids,  Wapato,  Benton,  and  Kit- 
titas. 

Wyoming:  De  Smet. 

Information  relative  to  these  projects  can  be  found  in  preceding 
reports  by  consulting  the  index  in  the  Tenth  Annual  Report. 
64ie2*— 15 — I 
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LEGISLATION. 

The  most  notable  legislation  recently  enacted  is  the  20-year  exten- 
sion act,  approved  August  13,  1914,  to  which  reference  has  already 
been  made.  For  convenience  of  reference  this  act  together  with  the 
original  reclamation  act  and  others  affecting  tiie  operations  of  the 
Beclamation  Service  are  reprinted  in  the  appendix  of  this  report. 

DECISIONS  OF  THE  SECBETABT  OF  THE  INTEBIOB. 

A  digest  of  the  important  decisions  which  have  been  rendered  by 
the  Secretary  of  the  faterior  has  been  given  in  each  of  the  preceding 
annual  reports.  Those  rendered  during  the  past  year  are  shown 
in  condensed  form  in  the  appendix  of  this  report,  together  with  a  few 
decisions  by  the  Comptroller  of  the  Treasury. 

PUBUC  NOTICES  AND  OBDEBS. 

During  the  fiscal  year  ending  June  80,  1914,  14  formal  public 
notices  and  orders  were  issued  by  the  Secretary  of  the  Interior  in 
connection  with  the  operation  of  the  projects  affected.  These  notices 
and  orders  are  printed  in  the  discussions  of  the  individual  projects 
and  in  addition  certain  general  orders  are  printed  in  the  appendix. 

UTIGATION. 

The  volume  of  litigation  is  increasing,  this  being  inseparable  with 
the  development  of  the  work,  which  at  various  points  necessarily 
touches  upon  certain  more  or  less  undefined  vested  rights  or  interests, 
or  which  orings  into  question  the  application  of  questions  of  law  to 
doubtful  cases.  The  effort  is  made  as  far  as  possible  to  avoid  litiga- 
tion and  to  make  settlement  out  of  court  wherever  this  can  be  done 
without  sacrifice  of  important  principles  or  for  an  extortionate 
amount.  By  adhering  to  this  policy  the  litigation  which  is  eventu- 
ally entered  into  has  as  a  rule  been  decided  in  accordance  with  the 
contentions  of  the  Government.  A  review  of  the  litigation  is  given 
in  the  appendix. 

FUBCHASES  OF  SIGHTS  AND  FBOFEBTT. 

Section  7  of  the  reclamation  act  provides  that  where,  in  carrying 
out  the  provisions  of  the  act,  it  is  necessary  to  acqtdre  any  righte  or 
property,  the  Secretary  of  the  Interior  may  acquire  them  for  the 
XTmted  States  by  purchase  or  by  condemnation  through  judicial  proc- 
ess. A  total  01  $106,102.48  was  paid  during  the  fiscal  year  1914  for 
the  acquisition  of  such  rights  and  property.  The  following  state- 
ment shows,  by  projects,  the  amount  paid  to  June  80,  1913,  the 
amount  paid  during  the  fi^al  year  1914,  and  the  total: 


Digiti 


zed  by  Google 


FUBCHASES  OF  BIGHTS  AKD  PBOPEBTY. 
Pvrchasea  of  fight9  and  property. 


47 


Project. 


Total  to  Jane 
80»m3. 


DurlniC  fiflcal 
yew  1914. 


Total  to  June 
ao,  1914. 


Arizona,  Salt  RlTer , 

Arlxona-Califomia,  Yuma 

Califocnia,  Orland 

Colorado: 

Oiand  Valley 

TTnoompabgrB  Valley 

Idaho: 

Boise : 

Minidolca. 

Kansas,  Garden  City 

Montana: 

Fbtthead 

Huntley 

MilkRhrer 

Son  River 

Montana-North  Dakota,  Lower  YeDowstone. 

NebraskarWyoming,  North  Platte 

Nevada,  Trackeo^^aiaon. 

NewMezioo: 

Carlatad 

Hondo 

New  Mexioo-Tezas,  Rk>  Onmde 

North  Dakota,  North  Dakota  pumping 

Oiagon,  Umatilla 

OrofSQD-Califomia,  Klamath 

Soath  Dakota,  Belle  Fourche 

Utah,  Strawberry  Valley 

Washington: 

Okanogan 

YaWma 

Wyoming,  Shoshone 

Total 


1099,844.49 
94,868.60 
110,2a3.fiO 

213,975.00 
137,002.33 

347,077.58 

51,004.60 

894.00 

9, 12a  97 
1,029l73 
35,381.24 
23, 94a  29 
19,03a  47 
215, 12a  2S 
02, 17a.  99 

i5o,ooaoo 
2o,ooaoo 

250,06a  79 
2,902.50 
33,037.02 

542,390.63 
49,747.33 
22,030.88 

ao,a3a52 

322,272.35 
187,575.42 


8ioaoo 

10,774.09 
7,063.00 

8,oiaoo 

24,340.50 

3,301.60 
5, 74a  83 


2,042.81 


15,559.08 

783.50 

739.54 

1,24a  OO 

701.99 


287.50 

739.90 

6,204.00 

2oaoo 


515u60 
7,382.05 
8,000.00 


1700,744.49 
111,042.59 
123,34150 

322,586.00 
101,348w83 

350,339.06 

56,745.33 

89100 

11,163.78 
1,039.73 
50,940.33 
24,723.79 
19,770.01 
210,300.85 
02,875.98 

i6o,ooaoo 
2o,ooaoo 

260,000.79 
8,25a  00 
88,777.62 

548,054.63 
50,007.33 
22,0aa88 

80,546.13 
329,654.40 
190,575.42 


3, 040, 47a  87 


100,102.48 


3,752,573.85 


A  more  detailed  statement  for  the  fiscal  year,  giving,  by  projects, 
the  name  of  the  vendor,  a  description  of  tfie  property  acquired,  the 
consideration  paid  in  each  case,  and  the  date  oi  the  deed,  will  be 
f  omid  in  the  appendix. 

PIHAirCES. 

The  financial  condition  of  the  service  may  be  smnmed  up  in  the 
following  condensed  statement  of  total  receipts  and  expenditures. 
The  details  of  these  expenditures  are  given  in  the  appendix. 

The  statement  of  cash  receipts  and  payments  appearing  below 
shows  that  at  the  beginning  of  tne  fiscal  year  there  was  $3,218,882.58 
of  cash  on  hand,  and  that  during  the  year  this  amount  was  aug- 
mented by  receipts  from  various  sources  to  a  ffrand  total  of 
$12,111,629.87,  and  that  expenditures  during  the  ^al  vear  were 
$10,437,940.81,  leaving  on  band  at  the  close  of  the  nscal  year 
$1,411,401.40.  In  accordance  with  the  plan  followed  by  the  General 
Land  Office  and  the  Treasury  Department  the  receipts  from  sales 
of  public  lands  are  held  in  the  Treasurv  from  six  to  nine  months 
before  they  are  placed  to  the  credit  of  tne  reclamation  fund.  This 
has  caused  the  service  to  draw  $3,500,000  from  the  loan  authorized 
bv  act  of  June  22, 1910  {36  Stat,  835).  The  estimated  receipts  from 
tne  sale  of  public  lands  in  the  hands  of  the  Treasury  Department  on 
June  30,  1914,  which  had  not  been  credited  to  the  reclamation 
fund  amounted  to  approximately  $2,616,000. 


Digiti 


zed  by  Google 


48         THIKTEENTH  ANNUAL  BEPOBT  OF  EBCLAMATION  SEBVICB. 

The  reclamation  fund,  which  includes  the  moneys  received  from 
the  sale  of  public  lands,  has  now  reached  the  total  of  $81^13,772.71, 
and  from  the  sale  of  town  sites  $262,287.66. 

Transfer  vouchers,  adjusting  accounts  between  the  projects  for  the 
transfer  of  the  value  of  services  and  equipment,  amounted  to 
$621,081.49.  Since  the  beginning  of  the  service  the  value  of  the 
transfers  of  supplies,  materials,  equipment,  and  services  between 
projects  has  amoimted  to  $5,168,878.94.  This  system  of  transfers 
between  projects  has  enabled  the  service  to  utilize  equipment,  mate- 
rials, supplies,  etc.,  to  their  fullest  extent  where  needed  and  to 
charge  the  cost  where  the  benefit  accrued. 

CASH  TRANSACTIONS. 

Below  is  shown,  in  the  statement  of  cash  receipts  and  payments, 
a  summarized  exhibit  of  the  cash  transactions  during  the  fiscal 
year  1914: 

statement  of  oath  receipts  and  payments. 

BSCEIFTS. 

On  hand  July  1,  1913  (Twelfth  Annual  R^^ort,  p.  39' $3,218,882.58 

Original  receipts: 

Public-land  sales $2, 610, 341. 69 

Town-site  sales 15, 280. 25 

Bond  loan 3, 500, 000. 00 

6,125,021.84 

Repayment  water-right  charges 2^1, 679. 64 

Miscellaneous  receipts 2, 505, 759. 08 

CoUectious  in  project  offices  not  classified 9, 686.  73  - 

12.111.629,87 

PAYMENTS.  ^.^^U-^^.-f 

From  reclamation  fund $6, 986, 439. 81  fjj-'^^  - 

Bond  loan 3,500,000.00     '  ^;7  .  jjS  '^ 

Rio  Grande  Dam  appropriation 1,501.00   "  ^ 

10, 437, 940. 81 

Town-site  receipts  transferred  to  credit  of  projects 262, 287. 66 

Balance  on  hand  to  June  30,  1914 : 

In  Treasury $249, 887. 53 

In    depositaries   to    credit    of   special    fiscal 
agents 1. 151, 827. 14 

In  project  offices  awaiting  remittance 9, 686. 73 

1,411,401.40 

12.111.629.87 


ASSETS,    LIABILITIES,    BESEBVES,    AND    CAPITAIi. 

Below  is  presented  a  combined  statement  of  the  assets  and  lia- 
bilities, together  with  the  reserves  and  capital,  of  the  Reclamation 
Service  as  of  Jime  30,  1914.  This  statement  shows'  that  the  cash 
resources  on  June  30,  1914,  were  $20,617,T14.67,  and  that  all  other 
resources,  exclusive  of  construction  charges  and  deferred  operation 
and  maintenance  charges,  amount  to  $6,317,872.48.  The  gross  ex- 
penditures for  construction  work  in  process  amount  to  $91,664,- 
628.73,  comprising  the  cost  of  irrigation  works  as  shown  in  the 
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statement  of  construction  cost  by  functional  features.  From  the 
^oss  expenditures  is  deducted  all  revenue  earned  during  construc- 
tion to  June  80,  1914,  amounting  to  $5,206,018.61,  malmg  the  net 
cost  of  the  construction  work  in  process  $86,458,610.12.  The  de- 
ferred operation  and  maintenance  charges  amount  in  all  to  $2,119,- 
850.63.  The  grand  total  of  assets  is  therefore  $115,414,047.85.  The 
liabilities  of  the  service  amount  in  all  to  $1,851,212.87.  The  reserves 
for  repayment  to  the  reclamation  fund  of  the  cost  of  the  projects 
amount  in  all  to  $8,133,062.27.  (This  amount  represents  only  the 
charges  which  have  beeji  written  into  the  books  as  accruals,  and 
does  not  include  the  contract  value  of  such  contracts,  which  amount 
to  $22,214,410.68.)  The  capital  of  the  service  is  represented  by  the 
actual  receipts  from  the  sale  of  public  lands,  amounting  in  all  to 
$81,813,772.71,  plus  the  estimated  amount  of  $2,616,000  now  with  the 
Treasury  which  has  not  yet  been  audited  and  placed  to  the  credit 
of  the  reclamation  fund.  To  this  is  added  the  $1,000,000  special  ap- 
propriation for  the  Rio  Grande  Dam  (34  Stat.,  1357),  and  the 
$20,000,000  bond  loan  authorized  by  the  act  of  June  22, 1910  (36  Stat, 
835),  the  total  capital  to  June  30,  1914,  being  $105,429,772.  This 
added  to  the  reserves  and  liabilities  equals  the  amount  shown  above 
as  the  assets. 

Btatement  of  assets,  Uahilities,  reserves,  and  capital  to  June  SO,  1914, 


I.  Gash: 

Witli  Treasurer  United  States $249,887.63 

With  depositaries  to  credit  of  special  fiscal 

agents 1. 161. 827. 14 

Balance  of  bond  loan  available  for  transfer 

to  reclamation  fond,  act  of  June  26,  1910 

(38  Stat,  836) 16,500,000.00 

Estimated    amount    with   Treasurer   United 

Stetes  not  yet  audited 2, 616, 000. 00 

II.  Collections  returnable  to  fund  through  Treas^ 
nry: 

In  fiscal  agents'  possession  awaiting  remit- 
tance   6. 697. 03 

In  other  employees'  hands  awaiting  transfer 
to  fiscal  agent 3,089.70 

IIL  Accounts  rec^vable: 

Uncollected  freight  refunds 26,956.46 

Uncollected  water  rentals 167, 821. 61 

Uncollected  miscellaneous  rentals 66,041.70 

Uncollected  miscellaneous  items 231, 884. 96 

€k>nstruction  charges  due  and  uncollected  from 

water-right  applicants 1, 946, 768. 99 

Operation  and  maintenance  charges  due  and 

uncollected  from  water-right  applicants —  428,056.88 

IV.  Inventories: 

Mercantile  stores  stock  on  hand 87, 657. 22 

Animals 209, 719. 76 

Mechanical  and  other  equipment 1,846,606.98 

Material  and  supplies  on  hand  in  storehouses..  1, 231, 750. 68 

Goods  in  transit 44,873.36 

Unadjusted  transfers  between  projects 6,676.74 

tJndistrlbuted  cost  (freight  and  handling  on 

inventory  property) 86, 471. 48 


?20,617,714.67 


9,686.73 


2,846,630.69 


8,462,666.11 
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y.  Gonstraction  work  in  process: 

Gross  expenditures  for  construction  of  proj- 
ects to  date $91,604,028.78 

Less  revenues  earned  during  construction  as 
follows : 

Rentals  of  cottages $102, 861. 76 

Rentals  of  grazing  lands.-      132,257.38 
Rentals     of     power     and 

light 517. 610. 71 

Rentals  of  irrigation  water.  2, 062, 522. 76 

Rentals  of  telephones 11,573.28 

Miscellaneous  revenues 93, 985. 75 

Profits  on  mess  houses 126,476.23 

Profits  on  mercantile  stores.      264, 541. 66 

Profits  on  hospitals 20,693.95 

Receipts  from  sale  of  town 

sites 262. 287. 66 

Contractors'  freight  refunds      171. 874. 48 
Forfeitures    by    defaulting 
bidders  and  contractors..      109. 076. 15 
Adjustments : 

Depreciation  on  plant  and 

equipment 1, 050, 437. 84 

Profits   shown   on   Govern- 
ment animals 201,792.93 

Miscellaneous 78, 026. 09 

5.206,0iaei 


Net  expenditures  for  construction  of  projects  to  date $86, 458, 610. 12 

Deferred  operation  and  maintenance  charges 2, 119. 850. 68 

Total  assets 116.414.047.85 


LIABILITIES,  BKBEBVEB,  AHB  CAPITAL. 

VI.  Accounts  payable: 

Unpaid  labor $364. 784. 90 

Unpaid  purchases 409, 064. 28 

Unpaid  contract  estimates 265, 021. 72 

Unpaid  contract  holdbacks 174,421.21 

Unpaid  freight  and  express  charges 525. 543. 42 

Unpaid  passenger  fares 6, 905. 51 

Unpaid  agreements  to  purchase  real  estate 56. 678. 01 

Unredeemed  coupon  books 4,018.33 

Unredeemed  meal  tickets 4.253.26 

Unpaid  miscellaneous 40, 522. 23 


VII.  Reserves  for  repayment  to  reclamation  fund 
of  cost  of  projects: 
Construction   charges   accrued   on   contracts 

with  water-right  applicants 4, 879. 874. 00 

Construction    charges    paid    in    advance   by 

water-right  applicants 280,907.96 

Construction  charges  paid  and  forfeited  by 

water-right  applicants 23,900.88 

Miscellaneous  items  : 

Construction  charges  accrued  on  contracts 

with  Indian  Service 2.552.112.68 

Construction   charges   paid   on   Jackson 
Lake  enlargement  work 396.266.86 


1. 851, 212. 87 


8,188,062.27 
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Vin.  Capital: 

Reclamation  fund $82,070,080.87 

Less  town-site  receipta 262,287.06 

$81,813,772.71 

Bio  Grande  Dam  appiopriation    (84   Stat, 

1367) 1. 000, 000. 00 

Bond  loan  (36  Stat,  835) 20,000,000.00 

Estimated  reclamation  fund  witli  Treasurer 

United  States  not  yet  audited 2, 616, 000. 00 

$105,429,772.71 

Total  liabilities,  reserves,  and  capital 115.414,047.85 

COllBTitTrcnOK  COSTS  BY  FtrNCTIOKAL  FEATX7BES. 

The  statement  that  follows  gives  by  functional  features  the  amount 
of  money  expended  in  the  construction  of  all  storage  works,  carriage 
systems,  distribution  systems,  draina^,  and  other  protection  systems, 
power  sjrstems,  and  other  construction  accounts.  The  item  ^^Beal 
Estate  "  in  the  statement,  and  in  similar  statements  in  the  discussion 
of  each  project,  includes  only  such  lands,  rights  of  way,  and  buildings 
not  directly  chargeable  to  the  other  principal  features. 

Functional  feature  costs  of  all  projects  to  June  SO,  1914. 

Dereloinnent  (storage)  works 128,049,122.98 

Carriage  systems 29, 651, 108. 09 

Distribution  systems 15, 485, 908. 88 

Drainage  and  flood  protection  systems 2,265.103.45 

Power  systems 5, 048, 608. 72 

Beal  estate 875, 381. 40 

Telephone  lines , 388, 687. 10 

Farm-unit  subdiyisions 304. 793. 31 

Roads  and  bridges 1, 429, 280. 81 

Miscellaneous  preliminary  inyestigatious 8, 368, 178. 17 

Operation  and  maintenance  during  construction 3, 734. 466. 78 

Cost-ledger  inventories 163, 999. 14 

Total 91, 664, 628. 73 

GPEBATIGN  BSVENTJES  AND  EXPENSES.. 

There  follows  a  combined  statement  giving  the  revenues  and  ex- 
penses for  the  operation  of  projects  which  have  been  opened  by 
public  notices  of  the  Secretary  of  the  Interior.  These  revenues  and 
expenditures  are  those  resulting  from  operations  connected  with  the 
lands  thrown  open  to  water-right  applicants  by  these  public  notices 
and  do  not  include  the  transactions  resulting  from  the  temporary 
operation  of  canals  during  the  construction  period. 

ComlHned  statement  of  operating  revenues  and  expenses  to  June  SO,  1914. 


Development  (storage)  works: 

Operati<m ^ $372. 160. 66 , 

Maintenance 317, 132. 29 

Carriage  systems: 

Operation 260, 611. 76 

Maintenance 547, 608. 47 
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DlBtribntlon  systems: 

Operation . 1663, 203. 67 

Maintenance 1, 174, 477. 80 

Drainage  and  flood-protection  systems : 

Operation i  13, 681. 21 

Maintoiance 643, 349. 03 

Undistributed  expenses: 

Operation 161, 063, 10 

Maintenance 543. 336. 94 

Supplemental  construction 308, 667. 25 

Total 6. 006, 168. 08 


Operation  and  maintenance  charges  accrued  on  contracts  with 

water-right  applicants 2, 408, 184. 90 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 11, 767. 12 

Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right  applicants 7, 623. 37 

Roitals  of  lands  and  buildings. 13, 6ia  42 

Rentals  of  power  and  light 76, 887. 18 

Rentals  of  irrigation  water 800.  111.  80 

Miscellaneous  revenues 67, 286. 66 

Deferred  operation  and  maintenance  charges  (carried  to  debit 

side  of  assets  and  Uabilities  statement) 2,119,860.63 

Total 6, 006, 168. 08 

BEFAYHBKT  COKTBACTS. 

The  development  of  the  projects  has  resulted  in  water-right  appli- 
cations or  contracts  that  have  been  entered  into  with  settlers,  provid- 
ing for  repayment  to  the  Oovemment  of  the  cost  of  constractmg  the 
works  for  irrigating  their  lands.  These  contracts,  under  provisions 
of  the  reclamation  Taw,  require  complete  repayment  of  construction 
charges  in  10  annual  installments,  but  the  reclamation  extension  act 
gives  such  of  those  as  accept  its  terms  and  to  those  not  now  under 
such  contracts  the  right  to  repay  in  20  years  in  annual  installments 
80  graduated  as  to  place  upon  the  irrigator  a  minimum  burden  during 
the  early  years  of  farm  development.  On  16  projects  the  lands  have 
been  opened  to  entry  and  settlement  and  the  construction  charges 
fixed  by  public  notice.  Contracts  for  repayment  on  the  10-year  plan 
total  $22^14,410.68.  Of  this  amoimt,  there  has  been  collected  $3,186,- 
644.80,  of  which  $128,185.89  was  represented  by  cancellation  of  so* 
called  '^  cooperation  certificates,''  issued  in  payment  of  construction 
work.    The  present  value  of  all  contracts  is  $19,027,765.88. 

There  are  still  large  acreages  of  land  on  most  of  the  projects  to 
which  the  service  is  now  ready  to  furnish  irrigation  water,  and 
which  are  being  taken  up  from  day  to  day  and  new  contracts  signed. 
On  all  of  the  projects  the  present  net  mvestment  of  the  Govern- 
ment exceeds  the  asset  value  of  the  contracts.  When  all  of  the  lands 
susceptible  of  irrigation  are  covered  by  contract  the  value  of  the 
contracts  should  equal  the  amount  of  the  total  investment.  It  is  to 
be  noted  in  this  connection,  however,  that  on  several  of  the  projects 
additional  investment  will  be  necessary  to  make  all  of  the  lands 
irrigable. 
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ESTIMATBD  COST  OF  COHTEXPLATBD  WOBK& 

It  is  estimated  that  there  will  be  expended  during  the  fiscal  year 
1915  the  sam  of  $20,000,000.  The  following  table  gives  the  tentative 
distribution  of  this  amount  to  the  various  functional  features.  The 
details  are  given  under  a  similar  heading  for  each  project. 

Estimated  cost  of  contemplated  work  on  all  projects  during  fiscal  year  1915, 

Development  (storage)  works $6,418,182.00 

Carriage  systems 5,  Gift,  064. 07 

Distribution  QTStems 3, 677, 672. 75 

Drainage  and  flood-protection  systems 1,606,039.02 

Power  systems ^ 347, 682. 00 

Real  estate 118, 623. 00 

IMlepbone  lines 84, 946. 00 

Farm-unit  snbdlviaion ^ 61,600.00 

Roads  and  bridges 78,600.00 

MisceUaneons  preliminary  investigations 236,214.16 

Operation  and  maintenance  during  construction 1, 046, 601. 11 

Operation  and  maintenance  under  pubUc  notice 916, 774. 99 

Gout-ledger  inventories 62, 000. 00 

Washington  office  administrative  expense 360, 000. 00 

Total 20, 000. 000. 00 

EHOINEEB'S  WOBK-OBDEB  SY8T3&M. 

Durinc  the  past  year  the  work-order  system  has  been  developed  in 
many  ot  its  details.  This  system  is  designed  to  bring  together,  by 
means  of  suitable  blanks  and  appropriate  accounts,  for  convenience 
of  reference  and  control,  the  authorization  and  apportionment  of 
funds  allotted  for  the  construction  and  operation  of  the  various 
projects  of  the  service. 

COST  OF  IXrrBBTISQ  THE  BECLAMATIOH  FUND. 

One  of  the  strongest  reasons  supporting  the  policy,  inaugurated  by 
the  present  administration,  of  rushing  construction  work  to  com- 
pletion as  rapidly  as  possible  exists  in  the  overburden  of  general 
expenses. 

An  organization  has  beenperfected  for  carrying  on  the  work  of 
the  Beclamation  Service.  The  fixed  charges  consequent  upon  this 
organization  are  approximately  the  same  whether  the  total  of  ^  all 
other  expenditures  is  five  milhons  or  twenty  millions.  There  is  a 
slight  increase  in  the  total  of  general  expenses  from  year  to  year 
resulting  from  promotions,  an4  directly  attributable  in  a  degree  to 
increased  expenditurea  But  as  a  rule  it  may  be  said  that  the  ratio 
of  general  expense  to  all  other  expenditures  is  in  inverse  ratio  to 
the  increase  of  such  other  expenditures.  This  fact  is  plainly  and 
indisputably  demonstrated  in  the  accompanying  table  wherein  the 
general  expense  of  the  Reclamation  Service  is  compared  to  the  total 
of  all  other  expenditures  by  calendar  years. 

It  is  particularly  noticeable  that  in  those  years  in  which  the  high- 
est rate  of  pr<^ress  was  made  in  construction  work,  when  the  most 
money  was  expended,  the  ratio  of  general  expenses  was  the  lowest. 
Thus'^in  1907  the  ratio  of  general  expense  was  less  than  4  per  cent, 
while  in  l&ll  it  was  nearly  9  per  cent 
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But  the  better  illustration  of  the  underlying  truth  lies  in  two 
years — 1912  and  1913.  In  the  latter  year  the  total  of  general  expenses 
was  actually  reduced  $38,482  from  those  of  1911,  yet  the  ratio  of 
general  to  all  other  expenses  was  increased  by  0.58  per  cent.  By 
present  indications  the  ratio  of  general  expense  to  all  others  in  the 
calendar  year  1914  will  fall  below  6  per  cent,  due  to  an  increase  of 
nearly  100  per  cent  in  gross  expenditures. 

In  other  words,  while  in  1907  it  cost  only  $3.56  to  spend  each  $100 
of  the  $14,000,000  spent,  in  1908  it  cost  $6.48  to  spend  each  $100  of 
the  $10,000,000  spent;  in  1912  it  cost  $9.27  per  $100  to  invest  $9,991,- 
597.54;  and  in  1913,  $9.85  to  invest  each  $100  of  the  $9,012,503  in- 
vested ;  in  1914  it  will  cost  less  than  $6  per  $100  to  invest  $20,000,000. 

The  policy  of  rapid  construction  to  completion  means  economy.  A 
matter  of  $5  additional  on  every  $100  is  a  matter  of  grave  import  to 
the  man  who  has  to  repay  this  money  to  the  reclamation  fund.  To 
dole  out  only  $7,000,000  a  year  for  the  completion  of  these  projects 
will  mean  an  added  burden  of  cost  of  from  $5  to  $8  on  every  $100 
the  water  user  is  compelled  to  repay. 

statement  sJiowing,  l>y  calendar  years,  the  ffross  expenditures  from  the  recHama- 
Hon  fund,  less  general  expense;  the  total  estimated  amount  of  general  expenses 
of  the  service;  and  the  ratio  of  general  expenses  to  aU  other  expenditures. 


Calendar  yeara. 

Oross  expeodi- 

tores  exclusive 

ofKeneral 

oxpeoae. 

Estimated  gm- 
end  expense. 

Ratio  Of 
general  to 
ah  other  ez- 
pendttaiea. 

1002 ^ 

1003 

S,  507,52a  05 
4,011,053.02 
0,771,343.00 
14,304,642.62 
10, 065, 624.  OS 
0,685,878.80 
0.828,015.62 
10,035,120.16 
0,001,507.54 
0.012,508.83 

825,808.60 
141,212.31 
176,787.60 
200^188.08 
518,860.16 
511,800.60 
662,322.54 
661,20L80 
606,818.82 
878,878.07 
025, 06a  05 
887,478.60 

S6.44 
25b  72 

1004 

7.06 

1005 

4.20 

1006 

6.30 

1007 

3.56 

1006 

a48 

1000 

a86 

1010 

7.47 

1011 

&76 

1012 

0.27 

1018 

0.86 

Total 

00,274,853.15 

6,282,017.80 

6L06 

FTTSCHASE  AlTD  TBAITSPOBTATION  OF  ItATEBIALS. 

In  order  to  secure  the  highest  practicable  economy  and  bring  about 
uniformity  in  methods  it  has  been  found  desirable  to  make  most 
of  the  purchases  through  a  central  office  located  as  near  as  possible 
to  the  principal  manufacturing  and  jobbing  districts  and,  also  at 
the  center  of  transportation  facilities.  For  tnis  reason  an  office  has 
been  maintained  for  a  number  of  years  in  the  Federal  Building  in 
Chicago,  with  facilities  for  advertising  and  purchasing  supplies  and 
for  forwarding  these  over  the  most  economical  and  expeditious  route. 
The  total  number  of  purchases  of  supplies  for  field  use  during  the 
past  year  was  8,116,  at  a  cost  of  $471,446.28.  The  cash  discounts 
received  by  prompt  payment  of  bills,  frequently  amounting  to  2 
per  cent  for  payment  within  10  days,  amounted  to  $4,604.28.  In 
settling  freight  claims  a  deduction  is  made  usually  on  account  of 
special  rates  given  to  the  Government  by  most  of  the  railroads. 
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The  saving  on  diis  account  for  the  past  year  amounted  to  $379,457.50. 
Special  concessions  on  freight  rates  from  important  shipping  points 
to  points  of  delivery  on  various  proiects  were  grantM  by  the  fol- 
lowing companies  during  the  nscal  vear:  Atchison,  Topeka  & 
Santa  Fe  Railway  Co. ;  Chicago,  Milwaukee  &  St.  Paul  Railway  Co. ; 
Colorado  Midland  Rciilway  Co.;  Denver  &  Rio  Grande  Railroad 
Co.;  Oregon  Trimk  Railway  Co.;  Spokane,  Pordand  &  Seattle  Rail- 
WBY  Co. 

On  Julv  1, 1913,  the  unsettled  bills  for  freight  and  express  charges 
amounted  to  $50,346.24.  There  were  received  during  the  fiscal  year 
for  administrative  examination  bills  amounting  to  $652,535.92,  and 
bills  amounting  to  $573,725.97  were  examined  and  bases  for  settle- 
ment arranged  with  the  claimants,  leaving  outstanding  June  80, 
1914,  $129,156.19.  Claims  made  by  the  transportation  companies  on 
freight  and  express  charges  settled  during  the  fiscal  year  amounted 
to  $573,725.97,  and  the  amount  due  thereon,  after  examination  at 
the  transportation  office,  was  $547,705.99.  The  commercial  charges 
on  these  bills  would  have  been  $927,163.49. 

During  the  fiscal  year  there  were  filed  with  the  various  transporta- 
tion companies  claims  amounting  to  $18,489.97  on  copies  of  expense 
bills  covering  shipments,  consigned  to  contractors  on  the  several 
projects,  and  during  the  same  period  the  transportation  companies 
remitted  on  account  of  these  contractors'  shipments  the  sum  of 
$12,415.31.  which  was  covered  into  the  reclamation  fund. 

The  followinjg  table  gives  general  data  regarding  freight  and  ex- 
press charges  since  1906 : 

Freight  and  ewpress  charges,  1906  to  19U. 


Ymr. 

Bills  MttM. 

ConmurdBl 

Deducted  on  •oooant  of 
MKhtooDtr&etB,etc. 

TotaL 

Pcrottit 

1906-7 

8978,782.10 
888,688.04 
778,047.12 
487,082.81 
406,360.65 
810,740.28 
481,118.91 
647,706.08 

8470,868.28 
677,880.42 

1,403, 97a  10 
768,808.78 
668,876.68 

1,066,733.27 
.837.077.69 
927,163.49 

8192,081.16 
206,247.38 
626,922.98 
321,776.16 
261,610.04 
444,903.04 
366,968.68 
379,457.50 

40.8 

1907-8 

88.0 

m^ 

44.6 

1909-10 

42.4 

191(^11  

89.2 

1911*12 

42.1 

19U).18 .- 

42.6 

191^.14 

40.9 

Total 

8,008,370.65 

6,698,323.48 

2,789,962.93 

41.6 

ELECTBICAL  AlTD  XECEAITICAL  EHOXNEEBIHO. 

*In  order  to  expedite  the  more  technical  and  difficult  electrical 
and  mechanical  operations  on  the  various  projects  and  to  secure 
maximum  economy,  it  has  been  found  desirable  to  have  located,  at 
a  convenient  point  in  the  West,  the  headquarters  for  operations  of 
this  kind.  Suitable  office  accommodations  have  been  had  in  the 
Federal  building  at  Los  Angles,  and  there  has  grown  up  under  Mr. 
O.  H.  Ensi^'s  care  the  electrical  and  mechanical  branch  of  the 
service.  This  is  organized  and  eouipped  for  the  purpose,  amonff 
others,  of  advising  die  principal  officers  of  the  service  m  a  general 
way  concerning  aU  electrical  and  mechanical  problems. 
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The  principal  work  is  in  connection  with  the  development  of 
power  and  pumping  systems  for  irrigation  and  drainage  purposes, 
while  the  next  important  problem  has  been  in  connection  with  the 
desim  of  outlet  works  for  large  reservoirs.  The  office  also  makes 
purdiases  of  construction  equipment  involving  the  use  of  power 
and  advises  in  a  general  way  in  the  layout  of  construction  plants. 
In  the  development  of  hydroelectric  systems,  primarily  for  construc- 
tion purposes  and  pumpmg,  there  is  generally  a  demand  to  construct 
power  plants  beyond  the  immediate  needs  of  these  two  uses,  and 
where  tne  sale  of  excess  power  would  result  as  an  asset  to  the  project 
this  has  been  done,  in  some  instances  resulting  in  a  direct  source  of 
revenue  for  reducing  the  costs. 

In  carrying  on  this  work  the  method  of  procedure  differs  some- 
what from  the  usual  steps  leading  up  to  the  development  of  hydro- 
electric power  plants  in  commercial  practice.  Such  developments 
are  usually  promoted  by  persons  who  appreciate  the  business  oppor- 
tunity made  possible  by  the  utilization  or  a  certain  water  power  and 
who  may  not  grasp  fully  all  of  the  essential  features  leaaing  up  to 
the  successful  and  economical  operation.  They,  as  a  rule,  are  more 
interested  in  the  financial  transactions  than  in  the  real  economical 
delivery  of  power,  so  far  as  the  greatest  good  to  the  greatest  number 
is  concerned. 

With  the  Beclamation  Service  the  initiation  is  in  the  hands  of 
engineers  whose  prime  object  is  to  be  certain  of  the  economic  and 
operating  results,  their  greatest  reward  beinff  in  the  reputation  ac- 
(][uired  by  the  successful  operation  of  such  plants.  In  private  prac- 
tice a  considerable  expenditure  in  connection  with  power-plant 
development  is  made  up  of  (a)  promotion  expenses,  (&)  costs  inci- 
dental to  the  sale  of  bonds,  (o)  outlay  in  connection  with  the  sale  of 
stock,  including  sometimes  gratuities.  Thus  it  often  results  that  a 
water-power  scheme  is  financed  and  securities  sold  to  an  amount  far 
above  that  necessary  to  build  the  works.  Nothing  of  that  sort  enters 
into  the  costs  of  hydroelectric  development  in  connection  with  Gov- 
ernment operations.  The  work  from  its  inception  to  its  completion, 
and  later  m  operation,  is  in  the  hands  of  tramed  engineers,  who  are 
constantly  in  the  public  eye  and  open  to  criticism,  and  by  this,  as 
well  as  tne  desire  to  hold  a  good  reputation,  they  are  spurred  to 
build  permanent  and  economical  works.  Alonff  this  line  there  is 
coincident  the  desire  of  manufacturers  to  meet  the  extreme  require- 
ments of  efficiency  and  operating  conditions  in  plants  of  a  more  or 
less  public  character  built  under  Government  auspices.  The  specifi- 
cations are  mone  strictiy  drawn  and  lived  up  to,  probably,  than  they 
are  in  commercial  practice. 

This  organization  has  been  able  to  construct  a  number  of  installa«> 
tions  that  are  interesting  from  the  standpoint  of  first  cost  and  oper- 
ating cost  For  instance,  at  Minidoka,  Idaho,  up  to  the  year  ending 
Januanr  1, 1914,  the  complete  investment  on  the  project  was  $1,124,- 
208.14  for  all  the  construction  work  in  connection  with  a  system  sup- 
plving  power,  pumping,  and  commercial  service,  including  a  7,000- 
kilowatt  power  plant  at  46-foot  head  and  three  large  pumping 
plants  of  capacity  of  575,500  and  875  second-feet,  respectively,  at 
30-foot  lift.  These  plants  alone  absorb  a  maximum  power  demand 
of  6,550  kilowatts,  a  number  of  small  drainage  and  pumping  plants, 
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sabstations  for  supplying  the  towns  on  the  project  with  commercial 
light  and  power,  and  transmission  lines  to  cover  this  whole  terri- 
tory, which  includes  60  miles  of  high-tension  lines.  The  operating 
cost  of  the  system,  including  upkeep  of  ^und,  buildings,  and  all 
other  costs  entering  into  operation  and  maintenance,  is  as  follows : 

Cents. 
Gost  of  kilowatt  hoar  generated  at  plant  on  load  ftictor  per  year  of 

89.0  per  cent 0.0024 

Ooet  of  operation  of  three  large  pumping  plants  mentioned  for  the  year 

for  power  operation  and  maintenance  is  per  acre-foot  per  foot  of  lift..  0. 294 

The  ayerage  lift  of  each  plant  is  about  29  fbet 
The  average  combined  lift  of  plants  is  68.3  feet 

In  the  pumping  plants  of  this  project  during  the  past  year  pumps 
that  were  purchased  seven  vears  ago  have  been  reconstructed  under 
the  direction  of  this  office  by  installing  new  impellers  and  niaking 
certain  other  modifications  indicated  necessary  by  physical  test 
which  raised  individual  pumps  irom  a  rated  capacity  of  125  second- 
feet  against  80-foot  head  and  manufacturer's  efficiency  of  72.6  per 
cent  to  a  new  capacity  of  166  second-feet  and  81  per  cent  efficiency, 
thus  giving  increased  capacity  and  higher  eccmomy  in  operation  of 
plant.  The  cost  to  irrigators  on  the  project  of  water  at  an  average 
lift  of  68.3  feet  to  a  distributing  systan  supplying  about  60,000  acres 
for  1912  was  ^.11  per  irrigable  acre.  On  this  project  a  sale  of  the 
surplus  power  out  of  the  irrigating  season  is  returmng  a  large  reve- 
nue, current  being  used  for  heat,  lighting,  cooking,  and  all  maimer  of 
commercial  purposes. 

Some  interestmg  developments  in  individual  cases  might  be  worth 
mentioning,  as,  for  instance,  in  connection  with  centrifugal  pumps. 
When  the  Iteclamation  Service  be^an  to  investigate  pumping  for 
irrigation  a  centrifugal  pump  could  not  be  purchased  of  high  effi- 
ciency and  desirable  characteristics  for  altematinji^  current  constant 
speed  motors.  This  office  investigated  the  subject  and  prepared 
specifications,  insisting  on  such  characteristics,  which  resulted  m  the 
development  and  purchase  of  pumps  giving  a  high  efficiency  over  a 
wide  range  of  head, at  constant  speed — a  very  desirable  thinff  when 
pumping  from  wells.  Such  pumps  have  been  m  (^ration  in  Arizona 
for  four  years,  and  recent  tests  show  a  combined  efficiency  from  power 
input  to  motor  from  water  surface  to  water  surface  for  water  horse- 
power delivered  of  65  per  cent.  These  pumps  will  continue  for  many 
years  to  hold  approximately  this  result  and  sustain  it  with  at  least 
25  per  cent  variation  in  head. 

At  the  Boosevelt  power  plant  water  wheds  have  been  purchased 
and  put  in  successful  operation  under  heads  varying  from  90  to  226 
feet  with  a  high  over-all  efficiency  under  these  conditions  and  a  de- 
sirable capacity  at  low  heads.  This  work  has  been  accomplished 
within  the  range  of  reasonable  cost  in  spite  of  the  restrictions  neces- 
sarily imposed  by  doing  work  under  (Government  authority.  It  is 
believed  tnat  the  methods  of  procedure  involved  in  connection  with 
purchases  by  this  bureau  are  conducive  to  low  prices,  to  the  satis- 
faction of  the  many  bidders,  and  to  cood  working  arrangements, 
including  public  advertising,  open  bidding,  and  awarding  in  strict 
accordance  with  the  terms  ox  the  specifications  to  the  lowest  and  best 
bidder. 
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In  dealing  with  the  sale  of  power  to  communities  so  far  it  has  not 
been  thought  desirable  for  tne  Government  to  retail  power,  and 
where  previous  contracts  or  franchises  have  not  existed  the  service 
lias  sold  the  power  to  the  distributing  companies  and  in  most  cases 
controls  the  rates  of  such  distributer.  To  broadly  summarize  the 
whole  matter,  certain  advantages  of  doing  work  under  such  an  or- 
ganization lie  in  the  fact  that  the  engineering  problems  are  solved 
with  the  one  aim  in  view  of  makinfir  the  maxunum  development  of 
any  resources  at  a  minimum  cost.  ^  This  is  assisted  by  the  condition 
that  costs  of  promotion  in  financing  are  eliminated.  Further,  the 
engineer  is  not  influenced  by  the  individual  wishes  of  the  financiers 
as  to  sdection  of  apparatus  and  method  of  development.  In  the  sale 
of  power  to  a  community  under  (Government  methods  the  resulting 
cost  to  the  consumer  does  not  contain  the  items  mentioned  above  oi 
promotion  and  financing  costs,  but  only  those  concerning  operation 
and  maintenance,  depreciation,  und  a  sinking  fund.  Hence  it  is 
possible  to  serve  a  district  at  a  cost  which  womd  be  a  minimum  for 
the  water  power  developed. 

UHIT  FBICES  TTRDEK  FOBMAL  SPECIFICATIONS. 

It  is  a  matter  of  common  remark,  unsupported  usually  by  roecific 
facts,  that  the  Grovemment  pays  more  for  materials  than  ao  the 
ordinary  corporations  and  business  men.  To  disabuse  the  mind  of 
the  public  on  this  point,  it  has  been  customary  to  print  in  the  annual 
report  bids  for  various  items  of  work  so  as  to  make  i^^dily  available 
the  facts  as  to  the  amount  actually  offered  and  paid.  The  table  in 
the  appendix  gives  the  principal  unit  prices  bid  for  work  and  mate- 
rials and  contract  unit  prices  therefor  in  connection  with  formal 
specifications  proposals  for  which  have  been  received  by  the  Recla- 
mation Service  during  the  fiscal  year  ending  June  30,  1914.  In 
almost  all  cases  contracts  have  be^  awarded  to  the  lowest  bidder, 
but  as  the  contracts  have  been  awarded  on  definite  divisions  of  the 
work  as  a  whole  it  has  frequently  happened  that  the  contract  price 
for  a  i)articular  item  is  higher  than  the  lowest  bid  on  that  item. 
Unit  bids  and  contract  prices  for  cement,  explosives^  headgates, 
machinery,  and  electrical  equipment  are  not  included  m  the  table 
referred  to. 

CEHEITT  TESTS. 

One  of  the  largest  items  of  direct  purchase  by  the  Reclamation 
Service  is  Portland  cement.  This  manufactured  product  varies 
materially  in  quality  not  only  between  the  various  miUs  making 
it  from  different  raw  materials  but  even  from  the  same  mill.  The 
product  may  change  from  hour  to  hour  and  to  a  degree  which  re- 
(]uires  continual  vigilance  to  maintain  a  definite  stanoard.  In  mak- 
ing purchases,  therefore,  it  is  necessary  to  require  that  the  product 
shall  meet  certain  tests,  and  that  these  must  be  applied  at  short 
intervals  or  to  each  lot  delivered.  On  account  of  the  great  impor- 
tance of  securing  a  uniformly  high  qualitjr  of  cement,  it  has  been 
found  desirable  to  have  a  laboratory  under  direct  control  of  the 
service.  This  is  located  near  the  office  of  the  supervising  engineer 
in  Denver,  and  is  in  charge  of  Mr.  J.  Y.  Jewett,  cement  expert,  who 
states  that  the  amount  of  cement  for  which  tests  were  made  during 
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the  fiscal  year  ending  June  80,  1914,  was  404,886  barrels,  of  which 
891,185  bfurrels  were  accepted  and  18,760  rejected.  The  following 
table  shows  the  nnmber  of  barrels  for  whidi  tests  have  been  made 
and  the  amount  and  per  cent  accepted  from  1904,  when  the  testing 
laboratory  was  opened,  to  June  80, 1914: 


Oemeiit  iegteA. 


Y^w. 

Amount 

for  which 

tests  wcro 

mado. 

Aceq>tad. 

AmoQOt. 

Per  cut 

Jan.  1.1904.  to  TmM  80. 1008 

Bamli. 
100,044 

187,821 
147,564 
188,007 
140,288 
08886 
100,668 
181,663 
404,886 

Bcmli. 
148^808 

101,304 
137,528 
168,738 
127,743 
88,886 
149,308 
170,473 
881,135 

81.6 

igSTT^ 

06.0 

1908 

08.2 

190Q      ,^^^,  ., ,. 

88.5 

ino 

01.1 

iwi 

04.6 

W12 

010 

1918 

08.8 

1914 

06.6 

Total 

1,682,886 

1,666,706 

88.1 

All  cement  purchased  during  the  fiscal  year  ending  June  30, 1914, 
has  been  purchased  under  the  United  States  Oovemment  specifica- 
tions for  Portland  cement  issued  under  date  of  May  1, 1912,  and  the 
methods  of  testing  employed  in  the  laboratonr  have  conformed  with 
those  provided  for  by  these  specifications.  In  the  appendix  will  be 
found  a  table  giving  the  averam  results  of  all  tests  on  accepted 
cement  from  January  1, 1904,  to  June  80, 1914. 

Be^lar  sets  of  long-time  tests  have  been  continued  and  occasional 
chemical  analyses  have  been  made  as  a  matter  of  record  on  all  brands 
of  cement  under  test  Other  general  work  has  included  sand  and 
sand-cement  tests  for  various  projects;  water  analyses  for  various 
projects,  continuation  of  tests  and  analyses  in  connection  with  the 
investigation  of  the  action  of  alkali  on  cement  concrete;  and  miscel- 
laneous tests  and  analyses  as  required. 

That  the  maintenance  of  a  cement-testing  laboratory  is  in  accord 
with  good  engineering  practice  is  evidenced  by  the  various  engineer- 
ing works  in  connection  with  which  such  laboratories  are  or  have 
been  maintained.  This  laboratory  has  been  a  pioneer  in  this  line  in 
the  western  field  and  has  followed  the  development  of  the  cement 
industry  in  advance  of  any  general  development  of  commercial  test- 
ing in  this^  field.  While  there  are  various  commercial  concerns  now 
operating  in  this  section,  the  work  of  this  laboratory,  as  now  organ- 
ized, covers  the  whole  field  in  a  more  comprehensive  way  than  any  of 
these.  Under  the  present  system  the  work  is  carried  on  under  one 
organization  by  experienced  men  who  take  a  direct  personal  and  not 
merely  a  commercial  interest  in  it,  and  who,  through  making  a  study 
of  the  conditions  prevailing  at  the  various  plants,  can  plan  the  work 
along  lines  of  operation  best  suited  to  each  mdividual  case.  Another 
feature  worthy  of  note  has  been  its^  influence,^  as  representing  a 
branch  of  the  Government  service,  in  promoting  the  testing  of 
materials  and  in  bringing  about  the  adoption  of  standard  specifica- 
tions for  these  materials. 
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In  addition  to  the  routine  work  of  cement  testing  and  shipment,  a 
laboratory  of  this  kind  can  perform  a  large  amount  of  useful  work 
of  a  miscellaneous  nature,  such  as  long-time  cement  tests;  the  testing 
of  concrete  ag^gates,  which  is  coming  to  be  recognized  as  of  equal 
importance  with  the  testing  of  cement  in  high-grade  concrete  con- 
struction ;  the  making  of  water  analyses  and  miscellaneous  chemical 
analyses,  including  such  as  those  connected  with  the  investigation  of 
the  alkali  problem ;  the  carrying  out  of  a  series  of  tests  such  as  that 
which  preceded  the  adoption  of  the  sand-cement  process,  etc.,  all  of 
which  general  work,  witn  the  laboratory  once  or^nized,  can  be  per- 
formed at  much  lower  cost  than  it  could  be  obtamed  elsewhere.  As 
an  example  of  the  value  of  the  records  established  and  the  experience 
gained  in  connection  with  this  miscellaneous  work,  a  recent  instance 
may  be  noted  in  which  tests  were  called  for  by  the  Grand  Valley 
project  on  a  sample  of  stone  proposed  for  use  as  a  sand  supply,  the 
suitability  of  which  for  this  purpose  was  under  question.  In  report- 
ing on  this  sample,  records  were  available  of  lon^-time  tests  on  simi- 
lar grades  of  material  from  other  projects,  these  in  one  case  running; 
to  tne  7i-year  period  on  similar  material  from  the  Uncompahgre 
project. 

With  a  laboratory  once  organized  and  the  overhead  charges  fixed 
within  fairly  definite  limits,  the  unit  costs  depend  largely  on  the 
volume  of  work  handled.  ITnder  the  rate  of  shipment  prevailing 
during  the  present  year  the  unit  cost  of  the  routine  worK,  without 
taking  into  account  the  general  work  referred  to  above,  has  been 
lower  than  the  prices  charged  for  similar  work  by  commercial  labo- 
ratories. 

In  connection  with  the  investigation  of  the  action  of  alkali  on 
cement,  it  has  been  clearly  established  that  Portland  cement  concrete 
is  subject  to  attack  and  disintegration  through  seepage  action  of 
alkaline  waters  containing  sulphates  in  solution.  The  obvious  rem- 
edy is  the  production  of  a  ricn,  dense  concrete,  impervious  to  such 
percolation.  The  best  mixtures  and  materials  to  be  used  for  this 
purpose  is  a  matter  to  be  determined  by  field  experiments  whenever 
funds  are  available  for  carrying  out  a  series  of  these  experiments  on 
•a  broad  and  comprehensive  scale,  such  that  definite  conclusions  can 
be  deduced  therefrom. 

With  regard  to  decrease  of  tensile  strength  on  long  time  tests, 
the  records  of  such  tests  show  that^  the  modern  rotary  kiln  Port- 
land cements  as  a  general  rule  (subject  to  variations  in  individual 
cases)  develop  an  increase  in  tensile  strength  up  to  periods  ranging 
from  three  months  to  one  year,  followed  by  a  moderate  decrease  at 
later  periods,  which  is  more  marked  on  the  neat  specimens  and  less 
marked  on  tne  sand  mortar  specimens.  It  is  not  definitely  known 
whether  compressive  tests  would  show  the  same  falling  off  in  strength 
at  these  periods  or  whether  this  is  due  merely  to  an  increased  brit- 
tleness  of  structure  which  manifests  itself  under  tensile  strain,  but 
does  not  indicate  a  real  lo^  of  strength  in  the  material.  A  series  of 
compressive  tests  along  this  line  would  furnish  a  desirable  addition 
to  our  knowledge  of  the  subject. 

In  connection  with  the  development  of  the  process  of  cement  manu- 
facture during  the  period  in  which  this  laboratory  has  been  in 
operation,  it  may  be  noted  that  with  the  introduction  of  improved 
grinding  machinery  there  has  been  a  marked  improvement  m  fine** 
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ness  of  grinding,  with  resulting  development  of  higher  strength  in 
the  finished  pn^uct.  The  importance  of  finer  grinding  of  the  raw 
materials  as  tending  to  eliminate  so-called  ^^unsoundness"  in  the 
finished  product,  and  to  promote  a  better  combination  of  the  ma- 
terials during  the  process  of  burning,  has  come  to  be  more  generally 
recognized  than  formerly.  There  has  been  a  ^adual  development 
toward  standardization  of  product  coincident  with  the  general  adop- 
tion during  recent  years  of  the  cement  specifications  of  the  Ameri- 
can Society  for  Testing  Materials  as  a  standard  for  this  material 
throughout  the  country. 

PEBSONNEL. 

On  June  30, 1914,  the  force  of  the  Reclamation  Service  comprised 
7,998  persons,  subdivided  as  follows:  Secretary's  appointees,  584; 
registered  employees,  1,527 ;  laborers,  etc.,  employed  temporarily  and 
locally  on  the  various  projects,  5,937.  In  addition,  the  employees  of 
contractors  working  on  reclamation  projects  numbered  1,058.  A 
more  detailed  statement,  j^ivin^  the  administrative  personnel  of  the 
service  and  the  number  of  employees  by  projects,  classified  as  above, 
will  be  found  in  the  appendix. 

Injuries  to  employees. — ^Under  the  terms  of  the  compensation  act 
of  May  30, 1908,  403  injuries  to  employees  were  reported  during  the 
calendar  year  1913,  the  corresponding  figure  for  1912  being  459. 
In  1913  claims  for  compensation  were  allowed  in  217  of  the  cases  of 
reported  iiijury,  or  53.8  per  cent,  and  in  1912  in  230  cases,  or  50.1 
per  cent.  The  average  compensation  paid  for  injuries  received  in 
1912  amounted  to  $206.80,  as  compared  with  $187.42  in  1911.  Pay- 
ments have  not  yet  been  completed  for  iniuries  received  in  1918. 
Further  detailed  statistics  showing  the  number  of  injuries  reported, 
claims  allowed,  and  compensation  paid,  by  projects,  since  1908,  will 
be  found  in  the  appendix. 

Inoculaiion  with  typhoid  prophylactic. — Since  July,  1912,  when 
arrangements  were  made  with  the  Surgeon  General  of  the  Armv  to 
fomi^  the  Reclamation  Service  with  specified  quantities  of  typnoid 
prophylactic,  as  requested,  nearly  1,900  complete  treatments  have 
been  sent  to  the  field.  Of  these  nearly  1,200  were  sent  during  the 
past  fiscal  year.    Reaction  reports  have  been  received  from  700  em- 

Sloyees,  but  this  does  not  represent  all  who  have  taken  the  treatment 
n  many  cases  the  employees  were  inoculated  by  local  physicians 
and  it  was  not  possible  to  secure  reports  from  them.  During  the 
fiscal  year  reports  regarding  the  reactions  noted  after  inoculation 
were  received  from  431  cases.  These  are  summarized  in  the  fol- 
lowing table: 
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Following  the  first  dose  the  reactions  were  either  absent  entirely 
or  mild  in  character  in  95.4  per  cent  of  the  cases,  after  the  second 
dose  in  92.9  per  cent,  and  after  the  third  dose  in  95.7  per  cent. 

A  few  sporadic  cases  of  typhoid  fever  developed  daring  the  year, 
but  in  every  case  the  evidence  appeared  conclusive  that  uie  dis^ise 
had  been  contracted  prior  to  employment  in  a  reclamation  camp« 
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DISCUSSION  OF  PROJECTS. 

(A  brief  statem^it  of  Uie  origin  of  each  project  and  of  the  preliminary  In- 
vestigations made  and  a  concise  description  of  the  construction  work  completed 
prior  to  Jnly  1,  1910,  may  be  found  In  the  ninth  annual  report.  For  principal 
current  contracts,  data  for  complete  projects*  and  results  to  June  30,  1013, 
see  appendix.) 

ASIZOFA,  SALT  BI VEB  FEO JECT.  • 

G.  H.  Fitch,  project  manager,  Phoenix,  Ariz.;  Oro  McDermith,  assistant 
project  manage. 

(For  Re^ulU  to  June  50, 19H,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

Counties:  Maricopa  and  Gila. 

Townships:  2  S.  to  3  N.,  Ba  1  to  6  B.  and  1  W.,  and  Tpa  8  to  6  N.,  Bs.  11 
to  14  E.,  Gila  and  Salt  River  base  and  meridian. 

Bailroads :  Santa  Fe,  Prescott  &  Phoenix ;  Arizona  Eastern. 

Bailroad  stations  and  other  towns,  showing  estimated  population  January 
1,  1914:  Phoenix,  23,000;  Mesa,  3,000;  Glendale,  1,200;  Tempe,  2000;  Chandler, 
300;  Peoria,  300;  GUbert,  50;  Scottsdale,  50;  Hlgley,  Lehi,  and  Tolleson. 

WATEB  STJFPIiT. 

Source  of  water  supply :  Salt  and  Verde  Rivers  and  wells  In  various  parts 
of  the  valley. 

Area  of  drainage  basins  at  Granite  Reef  Dam:  Salt  River,  0,260  square 
miles;  Verde  River,  6,000  square  miles. 

Annual  run-off  in  acre-feet:  Salt  River  at  Roosevelt  (6,700  square  miles), 
1889  to  1913,  maximum,  3,226,000;  minimum,  164,000;  mean,  773,810.  Verde 
River  at  McDowell  (6,000  square  miles),  1889  to  1913,  maximum,  1,850,000; 
nninlmum,  117,000;  mean,  66li509. 

AGBICULTXTBiAIf  AHD   CLUCATIC   CONDITIONS. 

Area  for  which  service  is  prepared  to  supply  water,  season  1914:  187,000 
acre&  (This  amount  consists  of  169,000  acres  of  private  and  homestead  lands 
contracted  with  the  Water  Users'  Association,  10,000  acres  of  cultivated  school 
lands,  and  8,000  acres  under  town  sites.) 

Area  under  rental  contracts,  season  1914 :  186,(X)0  acres. 

Length  of  irrigating  season :  From  October  1  to  September  30 — 365  days. 

Average  elevation  of  Irrigable  area :  1,200  feet  above  sea  level. 

Average  annual  rainfall  on  Irrigable  area:  30-year  period,  approximately  8 
inches ;  calendar  year  1913,  5.39  inches.    Dry  year. 

Range  of  temperature  on  irrigable  area :  22"  to  117'  F. 

Character  of  soil  of  irrigable  area :  Sandy  loam,  with  clay  in  places. 

Principal  products:  Alfalfa,  grain,  cotton,  semitropical  fruits. 

Principal  markets :  Phoenix  and  other  Arizona  towns,  Pacific  coast  cities,  and 
eastern  marlieta 

LANDS  OFENBD  FOB  IBBIGATION. 

No  lands  have  been  op^ied  for  irrigation  by  public  notice.  All  lands  are  being 
irrigated  under  rental  contract 

CHBONOLOOICAL  STJMKABT. 

Reconnoissance  made  and  preliminary  surveys  begun:  1902. 
Construction  reconmiended  by  the  director :  March  7,  1903. 
Construction  conditionally  authorized  by  Secretary :  March  14, 1903. 
Grand,  Water  Power,  Salt  River  Valley,  Maricopa,  and  Joint  Head  Canals 
purchased:  June  15,  1906, 

Power  Canal  completed:  October,  1906.  ^  . 
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Irrigation  by  the  Reclamation  Service  began :  May  16,  1907. 

Granite  Reef  Dam  completed :  August,  1908. 

South  Canal  completed:  June,  1909. 

Eastern  Canal  completed :  December,  1909. 

Roosevelt  Dam  completed:  February  5,  1911;  formal  dedication  March  18, 
1911. 

San  Francisco  pumping  plant  completed :  October,  1911. 

Western  Canal  completed :  February,  1913. 

Highllne  pumping  plant  put  in  operation :  June,  1913. 

Raising  of  spillways,  Roosevelt  Dam,  completed :  August,  1913. 

Joint  Head  Dam  completed :  March,  1914. 

Project  96.3  per  cent  completed  May  31, 1914.  (Based  on  authorised  expendi- 
tures to  Dec.  31,  1914.) 

IBBIGATION  PLAN. 

The  irrigation  plan  of  the  Salt  River  project  provides  for  the  storage  of 
water  in  the  reservoir  created  by  the  building  of  the  Roosevelt  Dam,  which  is 
situated  at  the  confluence  of  Tonto  Creek  and  Salt  River,  about  78  miles  north- 
east of  Phoenix,  Ariz.  This  stored  water  is  carried  down  Salt  River  to  a  point 
about  4  miles  below  the  mouth  of  the  Verde  River,  where,  together  with  such 
water  as  may  be  discharged  by  the  Verde,  it  is  diverted  to  the  North  and  South 
Side  Canal  systems  by  the  Granite  Reef  Diven^on  Dam.  The  water  supply  for 
the  canals  on  the  nofth  side  of  the  river  is  further  augmented  by  the  water 
diverted  by  the  Joint  Head  Diversion  Dam. 

There  have  been  completed  and  put  into  operation  eight  pumping  plants  with 
an  approximate  capacity  each  of  10  second-feet  A  pumping  plant  located  at 
the  Junction  of  the  Western  Canal  and  Kyrene  branch  pumps  water  through  a 
54-inch  pressure  pipe  5,930  feet  long  to  an  elevation  of  40  feet  and  waters 
approximately  7,500  acres  of  land.  The  United  States  claims  all  waste,  seep- 
age, unappropriated  spring,  and  percolating  water  arising  within  the  project, 
and  proposes  to  use  such  water  in  connection  therewith. 

The  United  States  Reclamation  Service  now  operates  and  maintains  715 
miles  of  canal  and  lateral  system  on  the  Salt  River  project. 

A  power  plant  located  at  Roosevelt  generates  power  from  stored  water  in 
the  reservoir  and  from  water  delivered  from  the  Power  Canal,  heading  at  a 
diversion  dam  in  Salt  River,  19  miles  above  the  storage  dam.  Other  power 
plants  completed  and  in  course  of  construction  by  the  water  users'  association, 
and  which  will  ultimately  become  a  part  of  the  project,  are  the  South-Con- 
solidated, the  Arizona  Falls,  and  the»  Cross  Cut  A  portion  of  the  power  de- 
veloped will  be  used  for  pumping  water  for  irrigation  and  the  remainder  for 
industrial  purposes. 

The  principal  features  completed  are  the  Roosevelt  Dam,  Granite  Reef  Dam, 
the  main  canals  of  the  distributing  system,  and  practically  the  power  system. 
There  remain  to  be  done  the  flnal  unit  of  the  Roosevelt  power,  plant  about  3 
miles  of  Arizona  Canal,  a  few  structures  on  the  main  canals,  the  laterals  neces- 
sary to  connect  up  the  pumping  plants,  the  enlargement  of  the  Wallace  feeder, 
and  the  completion  of  the  McQueen  well. 

CONSTRUCTION  DUBINO  FISCAIi  TEAS. 

Roosevelt  Dam. — ^During  July  and  Au^st  the  spillways  of  the 
Koosevelt  Dam  were  raised  5  feet  in  height,  giving  an  increased 
capacity  to  the  reservoir  of  83,100  acre-feet. 

rumving  plants. — ^Battery  C  was  completed  and  the  reequipment 
of  McQueen  well  carried  on.  Pumping  this  well  for  irrigation  has, 
however,  delayed  its  completion. 

Transmission  lines. — ^The  Mesa-Roosevelt  transmission  line  was 
reconstructed,  having  been  converted  into  a  suspension  type,  long 
span  line.  The  Inspiration  Consolidated  Copper  Co.  completed  its 
Ime  under  contract  of  August  2,  1912,  and  power  was  turned  on 
March  21, 1914. 

Canals. — ^Very  little  work  was  done  on  the  canal  systems  during 
the  fiscal  year.  Under  contract  with  H.  M.  Lewis,  excavation  of 
lateral  20  of  the  Arizona  Canal  was  completed  and  the  tail  structure 
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of  the  canal  was  put  in,  besides  some  minor  structures.  The  Con- 
solidated Canal  spillway  below  the  South-Consolidated  power  plant 
was  constructed  by  Government  forces,  and  a  large  amount  of  survey 
work  was  done  in  connection  with  the  Wallace  feeder  of  the  Western 
Canal  system. 

Diversion  Dam  at  Joint  Head. — ^The  Joint  Head  Dam,  located  in 
Salt  Biver,  about  2  miles  west  of  Tempe,  was  completed  during  the 
year.  It  is  a  concrete  weir  600  feet  long  and  diverts  about  100  second- 
feet  of  water  into  the  Joint  Head  Canal. 

Water  Users^  Association  work. — ^The  construction  of  the  Cross 
Cut  power  house  under  contract  with  Martin  &  Gillis  is  rapidly  near- 
ing  completion  and  the  plant  will  probably  be  ready  to  operate  by 
October.  The  pressure  pipes  connecting  the  new  Cross  (Jut  Canal 
with  the  power  plant  were  completed. 

OPEBATIOK  AKD  MAINTEKAKCE. 

Irrigation  works  operated  during  the  fiscal  year  1914  included  the 
Roosevelt  Reservoir,  Granite  Reef  Dam,  Joint  Head  Dam,  the  Ari- 
zona, Grand,  Maricopa,  and  Salt  River  Valley  Canals  on  the  north 
side  of  the  Salt  River,  the  South  Canal,  Consolidated,  Mesa,  Eastern, 
Highline,  Western,  and  San  Francisco  Canals  on  the  south  side  of  the 
Salt  River.  In  addition,  water  was  pumped  from  the  batteries  A,  B, 
C,  D,  E,  F,  Clemans,  and  San  Francisco  wells  in  connection  with  the 
water  distribution  on  the  south  side  of  the  river.  Water  was  supplied 
to  the  canals  on  the  north  side  through  the  Arizona  Canal  and  the 
Joint  Head.  On  the  south  side  gravity  water  was  furpished  through 
the  South  Canal.  The  total  area  irrigated  with  water  supplied 
through  the  canals  of  the  United  States  Reclamation  Service  is  ap- 
proximately 186,000  acres,  an  increase  over  that  of  last  year  of  23,000 
acres.  About  12,000  acres  lying  under  the  Tempe  Canal  were  supplied 
with  water  through  the  South  Canal,  operated  by  the  Reclamation 
Service.  The  Tempe  Canal  is  an  independent  organization  and  the 
water  was  supplied  to  the  head  of  their  canal.  For  the  year  ending 
June  30, 1914,  there  were  diverted  through  the  canals  of  the  Reclama- 
tion Service  820,751  acre-feet,  of  which  approximately  533,488  acre- 
feet  were  actually  applied  to  the  land.  On  July  1, 1913,  the  elevation 
of  the  surface  of  the  reservoir  was  151.07  feet,  representing  a  storage 
of  414,561  acre-feet  of  water.  The  maximum  point  reached  was  on 
that  day.  The  minimum  was  108.06  feet,  representing  a  volume  of 
140,833  acre-feet  on  November  15, 1913.  On  June  30, 1914,  the  eleva- 
tion of  the  reservoir  was  123.60  feet,  representing  a  storage  of  219,283 
acre-feet,  a  net  loss  at  the  end  of  the  fiscal  year  of  27.47  feet  in  ele- 
vation and  a  volume  of  195,278  acre-feet 

Operation  and  maintenance  work  has  consisted  almost  entirely  of 
removing  sediment  from  canals  and  laterals,  cleaning  the  weed  growth 
along  the  banks,  cleaning  moss  from  the  beds  of  tne  canals,  and  re- 
pairmg  existing  structures.  Water  has  been  run  in  all  the  canals 
during  the  entire  year.  The  total  length  of  canals  and  laterals  oper- 
ated by  the  Reclamation  Service  during  the  year  ending  June  30, 
1914,  was  715  miles,  of  which  405  miles  are  on  the  north  side  and  810 
on  the  south  side  of  the  Salt  River.    All  the  pumping  plants  were 

r rated  continuously  as  far  as  possible  and  materially  augmented 
supply  available  for  irrigation. 
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The  average  run-off  of  the  year  has  been  less  than  normal  and  as 
a  consequence  there  has  been  but  a  limited  supply  of  water  available 
for  irrigation.  On  account  of  the  limited  amount  of  reservoir  water, 
a  basis  of  distribution  was  adopted  allowing  1  acre-foot  per  acre 
of  reservoir  water  for  each  acre  of  land  in  cultivation  on  the  project. 
Early  in  the  summer  of  1914  it  was  found  that  this  l-acre-foot  per 
acre  of  reservoir  water  would  not  mature  certain  of  the  valuable  and 
perishable  crops,  such  as  cotton,  melons,  cantaloupes,  etc.,  so  an  addi- 
tional 10,000  acre-feet  was  sold  at  an  advanced  price  to  water  users 
having  such  crops  and  requiring  a  small  amount  of  water  to  mature 
the  crop.  This  water  was  charged  for  at  the  rate  of  $1.25  per  acre- 
foot.  Other  water  has  been  furnished  on  the  acre- foot  basis  at  the 
same  rates  as  last  year,  which  were  $1.10  for  the  first  2  acre-feet,  40 
cents  for  the  third  acre-foot,  50  cents  for  the  fourth  acre-foot,  and  60 
cents  for  anything  furnished  over  4  acre- feet  per  acre  of  land  signed 
in  the  association;  and  for  land  not  signed  in  the  association,  $1.20 
for  the  first  2  acre-feet,  50  cents  for  the  tnird,  and  60  cents  for  all  over 
the  third  acre-foot.  On  account  of  the  limited  supply  of  water  the 
average  use  of  water  has  been  low  and  the  duty  of  water  correspond- 
ingly high. 

HUtorical  review,  Salt  River  project. 
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1910 


1911 
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1913 


1914 
(esti- 
mate). 


Acreage  for  whioh  sarvlce  was  prapared  to 

supply  water. 

Acreage  irrigated 

Miles  of  canal  operated 

Water  diverted  (acre-feet) 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  irrigated  (acre-feet) 


190,000 

76,038 

4M 


150,000 

92,251 

499 


420,000 
4.2 


882,000 
3.6 


160,000 
115,042 
534 
551,093 
362,609 
8.63 


160,000 


676 

663,256 

430,928 

3.94 


190,000 
163,312 
715 
770,063 
462,087 
2.97 


187,000 
186,000 
716 
650,000 
890.000 
2.10 


SBTTLEMENT. 

During  1914  the  tendency  has  been  toward  the  cutting  up  of  the 
large  farms  and  dividing  them  into  smaller  holdings  of  10  to  20 
acres.  This  has  brought  a  number  of  families  into  the  valley  who 
are  now  living  on  the  land.  There  has  also  been  a  marked  increase 
in  the  number  of  cooperative  organizations,  principally  for  the  sale 
of  produce.  This  is  especially  true  of  the  Farmers'  Union,  which 
cncleavors  to  market  all  the  crops  raised  by  the  members,  and  of 
the  organizations  for  the  production  and  sale  of  cotton. 


Bettlement  data,  SM  River  project. 


Item. 


1912 


1913 


1914 


1.  Total  number  of  ftffms  on  project 

2.  Population  of  (1) 

8.  Number  of  irrigated  farms 

4.  Operated  by  owners  or  managers 

6.  Operated  by  tenants 

6.  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

9.  Total  population  in  towns  and  on  fanos  (sum  of  (2)  and  (8)  ). 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banks , 

13.  Total  capltal^stock 

14.  Total  amount  of  deposits 


2,964 

18,250 

2,964 

1,999 

956 

18,260 

11 

25,000 

43,250 

60 

44 

9 

$681,000 

86,716,292 


2,680 

20,000 

2,680 

1,946 

736 

20,000 

11 

20,600 

46,600 

62 

48 

11 

8925,100 

17,986,234 


8,000 

22,000 

8,000 

2,000 

1,000 

22,000 

11 

80,500 

52,500 

60 

60 

11 

$798,600 

$8,353,619 
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PBINCrPAl*  CHOPS. 


&1 


There  has  been  a  great  increase  in  the  acreage  planted  to  intensive 
crops,  such  as  cotton,  sugar  cane,  melons,  etc.  The  acreage  planted 
to  alfalfa  has  also  increaied,  although  not  to  airjr  great  extent.  This 
is  due  principally  to  the  low  prices  of  alfalra  and  the  relatively 
higher  prices  for  intensive  crops.  During  the  season  191^18  ap- 
proximately 4,500  acres  of  cotton  yielded  a  gross  return  of  about 
$340,000.  This  season  there  are  about  12,500  acres  planted  to  cotton, 
and  at  this  time  it  is  in  better  condition  than  was  last-  year's  crop.  If 
this  crop  is  brought  to  maturity,  as  indicated  by  the  conditions  at 
the  present  time,  me  total  crop  will  be  worth  nearly  $1,000,000.  There 
are  approximately  1,500  acres  in  cantaloupes  and  melons  this  year 
as  agamst  980  acres  last  year.  The  total  production  will  not  lie  as 
lar^e  this  year  as  was  last  season's,  but  the  quality  is  better  and 
hi^er  prices  are  bein^  obtained.  Approximately  4,000  acres  are 
planted  to  sugar  cane  this  year  as  against  500  last  season.  The  cane 
looks  well  and  promises  good  production,  but  it  is  impossible  to  state 
at  this  time  what  the  yield  will  be.  Fruits  and  vegetables  promise 
a  large  return.  Oranges,  especially,  look  well  and  a  heavy  yield  is 
expected. 

Crop  report^  Bait  River  project,  far  year  ended  Sept.  SO,  1919} 


Area, 
acres. 

Unit  of 
yldd. 

Yields. 

Values. 

Crop. 

Total. 

per  acre. 

Per  unit 
of  yield. 

Total. 

Per 
acre. 

^jffi2iih.y 

84,784 
2,166 

24,046 
1623 
1,528 
4545 
1888 
061 
707 
1,436 
1  100 

2,390 

133 

11,688 

478 

249 

1,480 

487 

9,403 

350 

152 

U,800 

Ton..... 
Ton..... 
Bushel.. 
Bushel.. 

Ton 

Pound.. 
Bushel.. 
Pound.. 
Pound.. 

Acre.... 

838,066 
4332 

748,372 
25,078 
12,045 

37,770 
3,676,875 
2,110,500 
6,463,125 

4 

2 

30 

16 

8.5 

375 

20 

8,750 

8,000 

4,500 

87.00 

0.00 

.65 

2.40 

5.00 

.20 

.85 

.016 

.04 

.02 

85.00 

16.00 

.55 

.025 

82,878,302 
88  968 

486,442 
62,342 
64,727 

340,837 
82,104 
58,830 
84,780 

120,268 
99,365 

260,116 
46,190 
10,013 

130,650 
17,208 
2968 
17,760 
86,563 

212,632 
35,000 
13,680 

828.00 

AiKpifc-eniinbay.... 

18.00 

mS^^^.™:..    .... . 

10.50 

^^. : 

38.40 

B€et8 

42.50 

Cotton 

75.00 

Com. 

17.00 

OantAlonpes 

60.00 

P^«tt,cimis 

120.00 

Fruit,  dffcidnouff 

.  90.00 

Garden 

85.00 

IfOoniAfce 

Ton 

Bushel.. 
Pound.. 

15,682 
83;  982 

.75 
35 
8,000 

12.00 

Oats 

10.25 

Olives 

75.00 

12.00 

Potatoes 

Bushel.. 

Ton 

Ton,.... 

Ton 

Bushel.. 

Ton 

Pound.. 

10,120 

'l87 

1,U0 

7,312 

266,790 

3500 

456,000 

40 
.75 
.75 

15 

28 

10 
3,000 

.00 
16.00 
16.00 
5.00 

.80 
10.00 

.03 

86.00 

flhfin^i    .              

12.00 

OO^KuUI'B    ••■                ■>■■•«■■ 

12.00 

siunr  oaneL...  r . . . . . 

75.00 

wSt?:. :.::::.::...:.:. 

22.40 

100.00 

Vineyard 

90.00 

Less  Wlicated  areas. 

Total 

161,642 

4,552,870 

28.17 

'"^'(g5*£)  

364 

1,016 

290 

Yards 

Yoangfmtt...,.  r 

Total          

1,670 

Total  irrigated 

163,312 

" 

i  Limited  to  areas  irrigated  from  system  operated  by  Reclamation  Service,  elimitating  areas  under  pri- 
vate canab  of  Salt  River  Valley  Included  in  reports  for  former  years. 
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Crop  report.  Salt  River  project,  for  year  ended  Sept.  SO,  191S — Ck>litiniied. 


Areas. 


Number 
offi 


Irrigable  area  farms  reported. 

Irrigated  area  farms  reported 

Under  rental  contracts . . . 

Cropped  area  farms  reported . 


2,680 
2,680 
2,680 
2,680 


FINANCIAL  STATEUBNT& 
Assets,  liabilities,  reserves,  and  capital.  Salt  River  project,  to  June  SO,  19H. 

ASSETS. 

Accounts  receivable : 

Uncollected  water  rentals $9, 082. 87 

Uncollected  miscellaneous  rentals 31,321.62 

Uncollected  miscellaneous  Items 19,607.14 


Total 

Inventories : 

Animals 

Mechanical  and  other  equipment 

Material  and  supplies  on  hand  in  storehouses. 

Unadjusted  transfers  between  projects 

Undistributed  cost  (freight  and  handling  on 
Inventory  property) - 


$9,993.00 

63, 849. 61 

134, 666. 62 

2.632.36 

5,174.57 


Total 

Ck>nstruction  work  in  process: 

Gross  expenditures  for  construction  of  proj- 
ect to  date $11,857,804.36 

Less  revenue  earned  during  con- 
struction, as  follows: 

Rentals  of  cottages 

Rentals  of  grazing  lands 

Rentals  of  power  and  light- 
Rentals   of   irrigation   wa- 
ter   1, 145, 975. 35 

Miscellaneous  revenues 9, 886. 14 

Profits  on  mess  houses 17,545.32 

Profits  on  mercantile  stores- 

Loss  on  hospitals 

Contractors'      freight      re- 
funds   

Forfeitures     by     default — 
bidders  and  contractors- 
Adjustments  : 

Depreciation  on  plant  and 

equipment 138, 508. 32 

Profits   shown   on    Govern- 
ment animals 25,856.05 

Rentals — ^water   for   power 
purposes 38, 642. 82 


$8,489.37 

18,  806. 14 

405,  660.  95 


2, 609.  37 
*466.32 

9, 131.  52 

3, 980. 00 


Total  deductions 1, 824, 625. 03 


$60,011.63 


216, 316. 16 


Net  expenditures  for  construction  of  project  to  date 10,033,179.33 


Total  assets 10,309,507.12 


»  Deduct. 
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UABILITIEB,   RE8EBVE8,  AND  CAPITAL. 

▲oconnts  payable: 

Unpaid  labor |26, 077. 86 

Unpaid  purchases 9,916.40 

Unpaid  contract  estimates 7,620.00 

Unpaid  contract  holdbacks 2,  C540. 00 

Unpaid  freight  and  express  charges 10, 672. 57 

Unpaid  passenger  fares 364. 16 

Unpaid  agreements  to  purchase  real  estate..  2, 626. 20 

Unpaid  mlsceUaneouB 1, 148. 71 


Total $60, 56&  89 

Reseryes  for  repayment  to  reclamation  fund  of 
cost  of  project: 
Construction  charges  accrued  on  contracts  with 

water>rlght  applicants $100,000.00 

Construction    charges    paid    in    advance    by 
water-rlght  applicants 52,269.00 


Total 152, 269. 00 

Net  investment: 

Disbursements $12, 085, 082. 49 

Transfers  received  from  other 
projects ^^_  366, 299. 31 


Collections 2, 248, 650. 55 

Transfers  issued  to  other 
projects 56, 00&  52 


$12,401,881.80 


2, 304,  659. 07 


Totel 10, 096, 672. 78 


Total  liabilities,  reserves,  and  capital  investment  of 
the  Government 10,309,507.12 

Functional  feature  costs  of  Salt  River  project  to  June  30,  J9l.i. 

Development  (storage)   works $3,965,414.61 

Carriage  system ^ 1, 844, 582. 85 

Distribution  system 807, 674. 44 

Drainage  and  flood-protection  system 1,823.35 

Power  ^stem 2,788,578.58 

Real  estate 85,643.90 

Telephone  lines 69, 139. 59 

Farm-unit  subdivisions 18, 238. 82 

Roads  and  bridges 620,942.14 

Miscellaneous  preliminary  Investigations 185, 596. 98 

,  Operation  and  maintenance  during  construction 1, 565, 993. 84 

Cost-ledger  Inventories 4, 675. 76 


Gross  expenditure  for  construction  of  project  to  dnte 11, 857, 804. 86 

Esttmaied  cost  of  contemplated  workf  Salt  River  project,  during  fiscal  year  1915, 

Development  (storage)  worlcs: 

Sluicing  tunnel $35, 000 

McQueen  wells 19,800 

11  new  pumping  plants 206,250 

Carriage  system :  *^^»  ^^ 

Arizona  C^nal 77, 944 

Eastern  canal 7, 300 

B.  branch,  consolidated 65,000 

Structures,  consolidated 8, 8(X) 

By-pass,  consolidated 5,0(X) 

Division  gates,  consolidated 15,000 

South  Canal 10,000 

Sluice  gates.  South  Canal 15, 000  , 
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Distribution  system: 

Old  laterals,  north  side $44, 569 

Old  laterals,  south  side 19, 097 

Wallace  feeder \  37,412 

Eureka  feeder 1,615 

Battery  connections 22, 030 

Zanjero  stations,  etc 6, 100 

$130,813 

Drainage  and  flood  protection : 

Engineering  and  investigations 5, 000 

Power  system: 

Final  unit  Roosevelt  power  house $83, 000 

Installation  account  Chandler  contract.^ 5, 000 

Transmission  line  for  11  new  pumping  plants—  56, 100 

144, 100 

Farm  unit  subdivisions: 

Engineering  and  surv^s 7,000 

Operation  and  maintenance  during  construction : 

Power  division $135, 000 

Canals,  etc 375, 000 

510,000 


Total 1, 262, 007 
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ABIZOFA-CAUFOBITIA,  COLOKABO  BIVEB  PKOJECTS. 
IBBIOATION  TLAK. 

The  Colorado  River  projects  consist  of  a  number  of  possible  irri- 
table developments  on  the  lower  Colorado  River  in  Arizona  and 
California,  the  principal  of ^  which  are  the  Blythe-Parker  and 
Needles  projects.  The  irrigation  plan  of  these  projects  provides  in 
general  for  the  diversion  of  water  irom  Colorado  Kiver  for  irrigation 
of  lands  near  the  river,  the  diversion  for  the  Blythe-Parker  project 
being  made  at  Headgate  Rock,  near  Parker,  Ariz.,  about  120  miles 
above  Yuma,  and  the  diversion  for  the  Needles  project  being  made 
a  few  miles  north  of  Mohave  City,  Ariz.,  and  about  200  miles  above 
Yuma.  The  normal  low-water  supply  of  Colorado  River  is  insuffi- 
cient for  present  satisfactory  irrigation  of  these  projects,  and  their 
success  therefore  will  depend  on  the  storage  of  water  in  the  drainae;e 
areas  of  the  Orand  and  Oreen  River  systems,  forming  the  Colorado 
River. 

IHVESTlQATIOya 

In  1903  topographic  surveys  were  made  of  the  lands  along  the 
Colorado  River  from  the  Mexican  border  to  about  100  miles  north 
of  Needles.  Beginning  in  1904  and  continuing  intermittently  to  the 
present  time,  preliminary  examinations  and  surveys  of  reservoir  sites 
on  the  Grand  and  Oreen  River  systems  have  been  made  as  follows : 
The  Krenmiling,  Windy  Gap,  and  Lehman,  on  the  Grand  River; 
the  Grand  Lake,  at  the  head  of  the  North  Fork  of  Grand  River;  the 
Flaming  Gorge,  Island  Park,  and  Browns  Park,  on  Green  River;  and 
two  sites  on  i  ampa  River,  a  tributary  of  Green  River.  Diamond- 
drill  and  wash  borings  at  the  proposed  dam  site  for  Browns  Park 
Reservoir  were  begun  in  the  summer  of  1907  and  continued  through 
the  seasons  of  1908  and  1909. 

No  investigations  have  been  made  during  the  fiscal  year  ending 
June  80,  1914. 

FIKAKCIAL  STATEKEKTS. 

The  assets  and  liabilities  are  shown  in  the  financial  statement  for 
the  secondary  projects.  The  costs  are  given  in  the  functional  feature 
cost  report  which  follows  the  above  statement,  and  the  net  invest- 
ment is  given  in  Tables  11  and  12  in  the  appendix. 
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F.  L.  Sellew,  project  manager,  Yuma,  Ariz. ;  A.  N.  Kelly,  irriga- 
tion manager. 

(For  Results  to  June  SO,  19H,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

Counties :  Yoma,  Ariz. ;  Imperial,  Cal. 

Townships:  3  to  13  S.,  Rs.  21  to  25  W.,  Gila  and  Salt  River  meridian;  9  to 
17  S.,  R&  16  to  23  K,  San  Bernardino  meridian. 

Railroad:  Soutliem  Pacific. 

Railroad  stations  and  estimated  population  January  1,  1914:  Yuma,  Arix., 
4,500;  Potholes,  CaL,  25. 

WATEB  SUPPLY. 

Source  of  water  supply :  Colorado  River. 

Area  of  drainage  basin :  229,000  square  miles  above  Laguna  Dam. 
Annual  run-off  in  acre-feet  of  Colorado  River  at  Yuma  (287,000  square  miles), 
1902  to  1913:  Maximum,  26,000,000;  minimum,  7,960,000;  mean,  16,300,000. 

AGSICULTimAL  AND  CLIXATIC  CONDiriOlTO. 

Area  for  which  the  service  is  prepared  to  supply  water,  season  of  1914: 
58,000  acres. 

Area  under  water-right  applications  and  rental  contracts,  season  of  1914: 
30,050  acres. 

Length  of  irrigating  season :  365  days. 

Elevation  of  irrigable  area :  100  to  300  feet  above  sea  levti. 

Average  annual  rainfall  on  irrigable  area:  Five  years^  3.90  inches;  15 
years,  2.5  inches ;  1913,  1.04  inches,  relatively  dry  year. 

Range  of  temperature  on  irrigable  area :  22*  to  118°  F. 

Character  of  soil  of  irrigable  area :  Bottom  lands,  rich  alluvium ;  mesa  lands, 
f resno  gravelly  sand. 

Principal  projects:  Semitropical  fruits,  alfalfa,  grain,  and  cotton. 

Principal  markets :  Los  Angeles  and  San  Francisco,  Cal. ;  Arizona  towns;  and 
eastern  markets  for  early  produce. 

LANDS  OPENED  FOB  IBBIGATION. 

Date  of  public  notices:  January  12,  1910;  March  8,  1912;  March  6,  1913; 
June  23,  1913. 

Location  of  lands  opened:  Tps.  15  and  16  S.,  R.  23  B.,  San  Bernardino 
meridian. 

Present  status  of  irrigable  lands  opened:  6,200  acres  entered,  subject  to 
the  reclamation  act  and  the  act  of  April  21,  1904. 

Limit  of  area  of  farm  units :  Public,  40  acres. 

Duty  of  water :  4^  acre-feet  per  acre  per  annum  at  the  farm. 

Building  charge  per  acre  of  irrigable  land :  $55  and  $66. 

Annual  operation  and  maintenance  charge :  $1  per  acre  of  Irrigable  land. 

CHBONOLOGICAL  SXJMKABT. 

Reconnoissance  made  and  preliminary  survey  begun  in  1902. 
Construction  recommended  by  board  of  engineers  April  8,  1904. 
Construction  authoriased  by  Secretary  May  10,  1904. 
First  Irrigation  by  Reclamation  Service  season  of  1907. 
Laguna  Dam  completed  March,  1909. 
Colorado  River  siphon  completed  June  29,  1912. 
Yuma  Vall^  Railroad  constructed  June,  1914. 

Entire  project  69.2  per  cent  completed  June  30,  1914  (in  accordance  with 
budget  as  revised  in  August,  1913). 
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IBBIOATION  PTiAN, 

The  irrigation  plan  of  the  Yuma  project  provides  for  the  diversion  of  water 
from  the  Ck>lorado  Bfver  at  the  Laguna  Dam,  10  miles  northeast  of  Yuma, 
Ariz.,  into  two  canal  systems — one  heading  on  the  California  side,  conveying 
water  to  the  irrigable  lands  on  that  side  of  the  river,  including  those  in  the 
Yuma  Indian  Reservation,  crossing  the  river  at  Yuma  through  an  inverted 
siphon  and  serving  lands  in  the  Ck)lorado  Valley  below  Yuma,  and  the  other 
heading  on  the  Arizona  side  of  the  stream  and  watering  lands  in  the  Colorado 
and  Gila  Valleys  lying  east  of  the  Colorado  and  north  of  the  Oila.  The  plan 
also  provides  for  a  large  pumping  plant  about  2^  miles  below  Yuma  on  the 
east  main  canal  for  raising  water  to  irrigate  70,000  acres  of  mesa  land,  and 
for  a  small  pumpinjp^  plant  at  the  terminus  of  the  gravity  canal  on  the  Arizona 
side  of  the  river  below  Laguna  Dam  for  raising  the  water  through  a  small 
lift  to  irrigate  about  6,000  acres.  The  lands  adjacent  to  the  Gila  and  Colorado 
Rivers  are  protected  from  overflow  of  these  streams  by  means  of  levees.  The 
United  States  claims  all  waste,  seepage,  unappropriated  spring  and  percolat- 
ing water  arising  within  the  project  and  proposes  to  use  such  water  in  con- 
nection therewith.  The  Laguna  Dam,  271.7  miles  of  canals 'and  laterals, 
15.6  miles  of  drainage  ditches,  the  Colorado  River  siphon,  830  feet  in  length 
and  14  feet  in  diameter,  and  about  70  per  cent  of  the  levee  system  are  completed* 

CONSTBUCTIOir  DUBINa  FISCAL  YEAB. 

Laguna  Dam. — Quarries  were  opened  at  each  end  of  this  stmc- 
ture  to  furtiish  rock  for  river- front  protection.  A  small  amount  of 
work  was  done  in  training  the  river  toward  the  sluice  way  above  the 
dam  on  the  California  side. 

Canals. — ^About  one-eighth  of  a  mile  of  canal  was  built  on  the 
Yuma  Indian  Reservation.  Other  construction  comprised  2  small 
concrete  checks,  also  6  timber  checks,  25  turnouts,  and  1  culvert.  In 
the  Yuma  Valley  an  extension  of  8  miles  was  made  to  the  West 
Main  Canal,  increasing  the  area  to  which  we  are  able  to  supply 
water  by  about  8,000  acres.  Sixteen  miles  of  smaller  canals  were  also 
built.  The  East  Main  Canal  below  the  Somerton  turnout  was  en- 
larged and  extended  to  the  Mexican  boundary  line,  a  distance  of  14J 
miles.  This  extension  will  be  used  as  a  wasteway.  The  total  ex- 
cavation accomplished  was  as  follows:  West  Main  Canal,  350,535 
cubic  yards;  small  canals  under  contract,  126,821  cubic  yards;  small 
canals  by  Government  forces,  64,413  cubic  yards;  East  Main  Canal, 
405,100  cubic  yards;  total,  986,869  cubic  yards.  In  addition  the  fol- 
lowing wooden  structures  were  built:  Twelve  bridges,  24  checks,  101 
turnouts,  18  culverts,  and  2  flumes;  and  the  following  concrete  struc- 
tures :  Four  combination  checks  and  bridges,  1  check,  and  1  drainage 
culvert. 

Levees. — ^The  only  levee  work  accomplished  was  in  connection  with 
river-front  protection,  described  under  that  head. 

River- front  protection. — Yuma  Indian  Keservation:  Along  this 
portion  of  the  levee  system,  which  also  includes  the  protection  of 
the  sluice  way  immediately  below  Laguna  Dam,  there  were  placed, 
from  January  to  June,  1914,  75,303  cubic  yards  from  the  Potholes 
quarry  and  17,953  cubic  yards  from  the  Yuma  quarries.  In  addition, 
4,400  feet  of  track  were  laid  in  the  yards  and  guanr  at  Laguna  Dam. 

Arizona  side,  above  Yuma :  The  work  of  river-front  protection  at 
this  point  consisted  of  establishing  a  camp  at  Laguna  Dam  and 
opening  a  quarry  there;  also  of  laying  track  along  the  levee  for 
6  or  7  miles  oelow  the  dam  and  the  construction  of  3  spur  dikes,  one 
a  mile  below,  another  2  miles  below,  and  the  third  5  miles  below  the 
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danL  These  dikes  were  first  thrown  up  with  Fresno  scrapers  and 
afterwards  faced  with  rock  to  protect  them  from  erosive  currents. 
In  the  3  dikes  there  was  a  total  of  36,500  cubic  yards  of  earth  ex- 
cavation. There  were  also  placed  from  the  quarries  at  Laguna  Dam 
about  40,000  yards  of  rock  excavation. 

Arizona  side,  below  Yuma:  The  river-front  work  on  this  feature 
consisted  of  the  construction  of  a  railroad  alon^  the  levee  top  from 
Yuma  to  a  point  about  19  miles  below,  the  dumping  of  rock  at  points 
where  the  levee  was  attacked,  and  the  construction,  between  the  12 
and  14  mile  posts,  where  the  levee  had  been  cut  out  in  previous  years, 
of  numerous  temporary  levees  to  protect  the  valley  from  overflow  at 
this  point.  Nineteen  and  three-tenths  miles  of  track,  spurs,  and  sidings 
were  built  in  Yuma  Valley,  and  72,000  cubic  yards  of  earth  excavation 
were  handled  in  grading.  Three  and  a  half  miles  of  emergency  levees 
were  built  near  the  12-mile  break,  involving  a  yardage  of  about 
24,000.  In  addition  about  1^  miles  of  new  fevee  were  built  across 
Big  Bend,  where  it  is  proposed  to  modify  the  course  of  the  stream. 
In  this  work  21,200  cubic  yards  of  earth  excavation  were  handled.  A 
quarry  was  opened  in  the  town  of  Yuma  and  connected  with  the 
Yuma  Valley  Railroad,  being  used  in  connection  with  some  of  the 
tracks  of  the  Southern  Pacmc  Railroad.  This  quarry  furnished 
about  18,000  cubic  yards  of  rock  during  the  fiscal  year,  which  was 

1)laced  on  the  levees  below  Yuma;  and  also  some  17,900  yards  for  the 
evees  above  Yuma,  already  referred  to.  The  total  excavation  for 
railroad,  wading,  emergency  levees,  and  the  Bi^  Bend  levee  was 
117,000  cubic  jards.  In  addition,  one  trestle  165  feet  long  was  built 
across  the  mam  canal  and  one  trestle  30  feet  long  over  the  waste  way 
.  from  the  west  main  c^nal,  both  trestles  being  on  the  line  of  the  Yuma 
Valley  Railroad. 

DBAINAGEw 

Yuma  Indian  Reservation.— Jyxyrmg  the  year,  about  1  mile  of  open 
drainage  channel  and  approximately  21,000  feet  of  closed  drain  were 
constructed.  The  total  excavation  on  open  channel  was  38,338  cubic 
yards  and  on  the  closed  drains  82,246  cubic  yards  of  excavation  with 
the  same  amount  of  back  fill.  The  pipe  used  in  tile  drains  ran^d 
in  sizes  from  15  to  20  inches,  and  they  were  placed  at  depths  ranging 
roughly  from  6  to  8  feet.  These  drains  were  located  about  600  feet 
back  from  the  levees  bordering  the  Colorado  River,  and  were  designed 
to  intercept  the  percolation  from  the  river  under  the  levees  during 
the  hi^h- water  stage,  where  the  water  in  the  river  is  above  the  surface 
of  the  irrigated  lands. 

The  result  of  these  drainage  works  was  to  carry  away  a  large  part 
of  the  ground  waters  which  entered  the  reservation.  The  number 
and  capacity  of  the  drains  were  not  sufficient,  however,  to  entirely 
prevent  seepage  on  the  reservation  during  the  flood  stages  of  the 
river  of  1914,  when  about  1,200  acres  of  the  reservation  became  seri- 
ously damaged.  The  effect  of  the  drains  in  partially  protecting  the 
lands  was  Siown  by  the  fact  that  in  1912,  before  drainage  works 
were  constructed,  a  similar  though  smaller  flood  and  of  shorter  dura- 
tion affected  approximately  3,000  acres  of  lands  adjacent  to  the 
levees. 

The  large  amount  of  water  which  entered  the  reservation  through 
percolation  itom  the  river  during  1914,  indicates  that  in  order  to  pro- 
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tect  the  lands  drains  of  much  larger  capacity  and  possibly  at  more 
frequent  intervals  than  those  heretofore  built  will  have  to  be  om- 
structed.  Plans  for  works  of  this  nature  are  now  under  considera- 
tion. 


OPEBATION  AND  HAimnSNANCE. 

The  irritable  area  of  the  project  is  divided  into  4  units — the 
Yuma  Indian  Reservation,  comprising  some  15,000  acres,  6,503  acres 
of  which  were  opened  to  white  settlement^ in  1910,  the  balance  being 
divided  into  10-acre  units  for  the  Indians;  the  Gila  Valley,  compris- 
ing some  18,000  acres,  8^000  of  which  are  north  of  the  Oila  Biver ;  the 
Yuma  Valley,  comprismg  about  55,000  acres;  and  the  mesa  lands, 
comprising  70,000  acres. 

There  are  now  constructed  70^  miles  of  canals  on  the  Indian 
reservation,  18  miles  in  the  North  Gila  Valley,  1544  miles  in  the 
Yuma  Valley,  and  13^  miles  of  main  canal  m>m  the  dam  to  the 
siphon  on  the  California  side  of  the  river.  There  are  also  in  opera- 
tion on  the  Indian  reservation  15.2  miles  of  drainage  canaL  The 
areas  on  the  mesa  and  in  the  South  Gila  Valley  are  n^  yet  receiving 
water. 

Water  is  run  for  irrigation  during  the  entire  year  on  a  7-day 
rotation  system.  In  addition  to  the  necessary  work  of  operating  and 
maintaining  the  canal  system  extensive  rock  protection  of  the  levees 
was  made  necessarv  by  the  June  flood.  The  maximiim  discharge  of 
the  river  during  the  season's  flood  was  136,000  second-feet,  and  the 
long  duration  or  the  high  water  against  the  reservation  levee  brought 
about  seepage  conditions  on  some  of  the  units.  Owing,  however,  to 
the  operation  of  the  drainage  canals  in  this  (^strict,  conditions  are. 
much  more  favorable  than  they  were  in  1912,  and  an  extension  of 
the  system  will  no  doubt  entirely  relieve  most  of  the  units. 

Including  all  costs  of  operation  and  maintenance,  except  river- 
front protection,  $305.75  per  mile  of  canal  was  expended  during  1913. 

Historical  review,  Yuma  project. 


Item. 


190» 


1910 


1911 


1913 


1913 


1914  to 
June  90. 


Acreage  for  which  service  was  prepared 
to  supply  water 

Number  of  Utfins  farigated 

Miles  canal  operated 

Water  diverted  (acre-feet) 

Water  delivered  to  land 

Acre-feet  per  acre  to  area  under  cultivation. 


7,000 

7,000 

280 

157 

48,043 

84,019 

4.85 


16,000 

10,000 

440 

157 

43,018 

31,057 

8.10 


16,000 

10,000 

447 

157 

71,563 

64,346 

5.43 


16,  Ao 
13,767 

470 

163.6 

06,409 

68,373 

4.6 


60,000 

19,607 

616 

237.6 

137,307 

86, 4U 

4.36 


58,000 

33l00O 

650 

37L7 

60,361 

44,086 

3 


SETTLEMENT. 

While  lands  are  not  coming  under  cultivation  as  rapidly  as  antici- 
pated and  the  arrival  of  new  settlers  is  slow,  such  growth  as  there 
IS  seems  to  be  of  a  permanent  character,  and  the  general  outlook  for 
more  rapid  development  is  good.  Two  or  three  organizations  for 
producing  and  marketing  produce,  cotton,  alfalfa  s^d,  etc.,  have 
Seen  able  to  maintain  a  membership,  but  the  cooperative  tendencies 
are  not  all  that  could  be  desired.  Improvement  of  the  roads  in  the 
Yuma  Valley,  for  which  bonds  have  been  voted,  will  do  much  toward 


Digitized  by  V^OO^  ItT 


ARIZONA-CALIFORNIA,  YUMA  PROJECT. 


77 


the  more  rapid  settlement  and  cultivation  of  this  area.  The  railroad 
down  the  x  uina  Valley  levee,  which  is  now  under  construction  by 
the  service,  while  primarily  for  protection  of  the  levee  against  floods, 
will  undoubtedly  be  used  for  commercial  purposes,  and  should  be  a 
great  factor  in  the  settlement  and  development  of  the  lower  portion 
of  the  Yuma  Valley. 

Settlement  data,  Yuma  project. 


Item. 


i      1912 


1913 


To  June 
30, 1914. 


Total  number  of  forms  on  project  (when  completed). 

FopQlation  of  farms  irrigated 

Number  o  f  irrigated  farms 

Opvated  by  owners 

(^Mrated  by  tenants 

Komber  of  towns 

Fopalation  of  towns 

Total  population  of  towns  and  farms 

Number  o  C  publJo  schools 

Number  of  churches 

Number  of  banks 

ToUl  capital  stock 

Total  amount  of  deposits 

Totalnumber  of  depositors 

Number  of  relinquishments 

Number  of  cancellations 


4,000 

1,490 

470 


3 
3,150 
4,640 
13 
6 
3 


4,000 

1,663 

616 

496 

120 

3 

4,075 

5,738 

14 

7 

3 


4,000 

1,765 

650 


3 

4,576 

6,330 

14 

7 

3 

$160,000 

$732,442 

2,346 

1 

0 


PBINCrPAIi  CHOPS. 


From  the  canals  already  constructed,  it  would  be  possible  for  the 
service  to  irrigate  approximately  60,000  acres  of  land.  During  the 
year  1913,  19,607  acres  were  under  cultivation,  and  this  area  on 
June  30,  1914,  had  been  increased  approximately  2,500  acres.  Prob- 
ably 75  per  cent  of  the  cultivated  area  is  planted  to  alfalfa,  the  re- 
turns from  this  crop  during  1913  being  $287,000.  The  principal 
crops  raised  are  alfalfa,  alfalfa  seed,  barley,  wheat,  corn,  maize, 
cotton,  truck,  and  small  fruits.  The  canvass  taken  December  31, 
1913,  shows  a  gross  return,  from  all  crops,  of  $610,000,  an  increase 
over  1912  of  about  6,000  acres  and  $115,000. 

The  6,000  acres  brought  under  during  the  year  will,  of  course, 
not  show  favorable  returns  until  they  have  been  cropped  for  at  least 
one  season.  The  returns  per  acre  for  1913  approximated  $36.50,  and 
for  1912,  $45.  The  value  of  live  stock  and  larm  equipment  at  the 
end  of  1913  was  $755,000,  being  an  increase  over  1912  of  about 
$300,000.  A  general  movement  toward  feeding  the  farm  products 
to  stock  shows  a  noticeable  advance,  6,000  feeders  being  fattened  on 
the  project  during  1913,  while  during  1912  practically  all  the  prod- 
ucts were  sold  on  the  farm,  hay  being  shipped  to  outside  markets. 
Since  the  first  of  the  present  year  approximately  3,000  acres  are 
reported  planted  to  cotton ;  last  year  out  60  acres  were  planted  to 
this  crop. 

With  a  year-around  growing  season,  a  wonderfully  productive 
soil,  and  a  never-failing  water  supply,  there  is  no  reason  to  doubt 
that  the  settlement  and  cultivation  of  new  lands,  while  slow,  will 
continue  to  show  a  steady  and  stable  increase  until  the  entire  area 
of  the  project  will  be  cultivated.  The  year  1914  should  show  about 
the  same  increase  over  1913  as  that  year  did  over  1912. 

64162*— 15 6  ^  ^ 
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Crop  report,  Yuma  project,  year  of  1913, 


Area, 
acres. 

Unit  of 
yield. 

Yields. 

Vahies. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

Total.      Per  acre. 

10,321 

10,321 

3,388 

1,201 

54 

289 

2,928 

598 

264 

47 

62 

985 

1,007 

384 

15,123 

Ton.... 

38,100 

3.69 

$7.53 

1287,195  1        S27.83 

Alfftlfo  straw  and  winter 
pastore 

30,963 
126,450 
23,475 

'3.00 

AiMlaseed, 

Pound . . 
B-shel.. 
...do.... 
...do.... 
...do.... 
Ton 

1,139.100 

37,370 

395 

3,752 

112,597 

1,709 

336.00 
31.00 

7.3 
13.00 
38.5 

2.86 

.111 
.628 

2.00 
.735 
.513 

3.733 

37.33 

Baxley 

19155 

BeanA . . . , 

790             14.63 

Indian  com 

2,759 
57,740 

22,000 
5,623 
4,123 
13,309 
22  765 
6,656 

9.55 

Mllo  make 

19.72 

Cane  and  oom  fodder 

Truck 

ia66 
83.34 

Fruit 

119.62 

Cotton 

Pound . . 
Ton 

19,610 
1,485 

316.00 
1.5 

.210 
8.96 

66.50 

Hay  (except  above) 

Pasture 

13.52 
22.61 

Wheat 

Bushel.. 

7,705 

20.1 

.864 

17.32 

Lees  duplicated  areas 

Total 

16,726 
2,881 

610,228  1          36.48 

Irrinted,  no  crop: 

Dry  ground  and  nonbear- 
ing  ondiards  (total) 

1 

Total  iiiigated 

19,607 

1 

Areas. 

Acres. 

Number 
offanns. 

Total  irrigable  area  farms  repo 

Total  irrigated  area  farms  repo 

Under  water-right  applica 

Under  rental  contracts  anc 

Total  cropped  area  farms  repoi 

rted 

32,732 
19,607 
4,096 
15,511 
16,726 

616 

rted 

616 

tlons. 

174 

1  other  agri 
rted...?!. 

Mments 

442 

FINANCIAIi   STATEMENTS. 

Assets,  liabilities,  reserves,  and  capital,  Yuma  project,  to  June  SO,  19 H. 

ASSETS. 

Cash  in  other  employees'  hands  awaiting  transfer  to  fiscal  agent  -            $118.  85 
Accounts  receivable: 

Uncollected  freight  refunds $0. 25 

Uncollected  water  rentals 4, 867. 95 

Uncollected  miscellaneous  items 78.38 

Construction  charges  due  and  uncollected  from 

water-right    applicants 127, 479. 42 

Operation  and  maintenance  charges  due  and  un- 
collected from  water-right  applicants 18,359.32 

Total 150, 785. 32 

Inventories : 

Mercantile-store  stock  on  hand $352.62 

Animals 12, 368. 00 

Mechanical  and  other  equipment _ 178,604.47 

Material  and  supplies  on  hand  in  storehouses—  94, 376.  52 

Unadjusted  transfers  between  projects 2,363.36 

Undistributed  cost,  freight  and  handling 11,040.85 

Total 299, 105.  82 
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Construction  work  In  process: 

Gross  expenditures  for  construction  of  project 

to  date »7, 054. 947. 81 

Less  reyenues  earned  during  con- 
struction as  follows: 

Rental  of  irrigating  water $207. 1S6. 05 

Miscellaneous  revenues 2,439.25 

Profits  on  mess  houses 3,444.43 

Profits  on  mercantile  stores..  60. 730. 18 

Contractor's  freight  refunds-  18, 506. 11 
Adjustments : 

Depreciation    on    plant    and 

equipment 12, 372. 75 

Profits  shown  on  Government 

animals 46. 563. 60 


Total    deductions 351, 192.  97 


Net  expenditures  for  construction  of  project  to  date $6, 703, 754. 84 

Deferred  operation  and  maintenance  charges 133,363.24 


Total  assets 7, 287, 128. 07 

LIABILITUBS,  BESEKVES,  AND  CAPITAL. 

Accounts  payable: 

Unpaid  labor $30, 454.  83 

Unpaid  purchases 88, 854. 50 

Unpaid  freight  and  express 66,  846. 85 

Unpaid  passenger  fares—' 246.37 

Unpaid  right  of  way  agreements 2, 689. 90 

Unredeemed  coupon  booics 585.  50 

Unredeemed  meal  ticlsets 2, 077.  25 

Unpaid  miscellaneous 795. 00 


Total $192, 550. 20 

Reserves   for   repayment   to   reclamation    fund   of 
cost  of  project: 

Ck>nBtruction  charges  accrued  on  contract  with 

water-right  applicants $269, 530. 18 

Construction  charges  paid  in  advance  by  water- 
right   applicants 617. 50 

Construction    charges   paid    and    forfeited    by 
water-right  applicants 754.00 


Total —      270, 901. 68 

Net  Investment: 

Disbursements $7, 232, 382. 73 

Transfers  received 194,137.91 


Total 7, 426, 520: 64 

CoUecUons $515. 195. 65 

Transfers  issued 87,648.80 

602.  844. 45 


Total 6,  823, 676. 19 


Total  liabilities,  reserves,  and  capital  investment  of 
the  Government 7,287,128.07 

Functional  feature  coats  of  Yuma  project  to  June  SO,  19H. 

Development   (storage)   works $2,024,655.16 

Carriage  system ' 580, 092.  29 

Distribution  system 1, 936, 234.  82 
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Drainage  and  flood-protection  system $1,600,909.80 

Real  estate 136, 327.  33 

Telephone  lines 8,414. 31 

Farm  unit  subdivision 22, 019.  68 

Miscellaneous  preliminary  investigation 332,841.54 

Operation  and  maintenance  during  construction 412, 853.  74 

Cost  ledger  inventories 599.14 

Gross  expenditures  for  construction  of  project  to  date 7, 054, 947.  81 

Operating  revenues  and  expenses^  Yuma  project^  to  June  SO,  19H, 

EXPENSES. 

Development  (storage)  works: 

Operation $2, 634.  80 

Maintenance 38,  778.  87 

Distribution  system: 

Operation 22, 258.  86 

Maintenance , 39, 529. 08 

Drainage  and  flood-protection  system : 

Operation 4,001.27 

Maintenance 636.  34 

Supplemental  construction 89, 546. 42 

Total 197, 385. 63 

REVENUES. 

Operation  and  maintenance  charges  accrued  on  contracts  with 
water-right   applicants 62, 445.  70 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 8. 17 

Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right  applicants 251. 00 

Rental  of  land  and  buildings 1. 317.  52 

Deferred  operation  and  maintenance  revenues 133, 363.  24 

Total 197, 385. 63 

Estimated  cost  of  contemplated  work,  Yum^i  project,  during  fiscal  year  1915. 

Development  (storage)  works: 

Arizona    levee $84,000.00 

Modification  of  gates  at  Laguna  Dam 36, 000. 00 

-•    $120,000.00 

Carriage  system : 

Yuma  main  canal 9,000.00 

Siphon 2,  000. 00 

11,  000. 00 

Distribution  system : 

Completion  of  Yuma  Valley  distribution  system—  247, 000. 00 

Completion  of  reservation  distribution  system 128, 000.  (X) 

Completion    of    North    Gila    Valley    distribution 

system 56, 000. 00 

431.000.00 

Drainage  and  flood-protection  system : 

River-front  protection 462,  500. 00 

Drainage 255,000. 00 

Miscellaneous  construction 1,970.92 

719, 470.  92 

Real    estate 15, 000. 00 

Farm  unit  subdivisions:  Surveys 14,000.00 

Operation  and  maintenance  during  construction 73, 929. 11 

Operation  and  maintenance  under  public  notice 31,645.49 

Total 1, 416, 045. 52 

Digitized  by  VjOOQ IC 


CAIIFOBHIA,  ntON  CANYOK  COOPEKATIVE  WOBX. 

John  T.  Whistler,  engineer.  Portland,  Oreg. 

Under  date  of  October  6,  1913,  an  agreement  was  entered  into  be- 
tween the  United  States  and  the  Iron  Canyon  Project  Association 
for  further  surveys,  investigations,  and  studies  of  the  Iron  Canyon 
project.  The  sum  of  $10,000  had  been  subscribed  by  various  indi- 
viduals and  organizations  through  the  Iron  Canyon  Project  Asso- 
ciation, and  an  equal  sum  was  alloted  by  the  Secretary  of  the  Inte- 
rior, making  $20,000  available  for  these  investigations.  Work  was 
started  immediately  by  a  diamond  drill  party  with  two  drills,  mak- 
ing borings  at  the  several  alternative  sites  in  Iron  Canyon,  about  7 
miles  above  Red  Bluff. 

Preliminary  studies  had  previously  been  made  for  storage  at  this 
site,  but  no  biorings  had  been  made.  The  height  of  dam  previously 
proposed  was  approximately  100  feet,  with  a  very  limited  storage 
above  the  diversion  elevation  proposed. 

For  the  present  investigations  detailed  surveys  on  a  scale  of  1,000 
feet  to  the  inch  were  made  of  the  reservoir  site  showing  and  classify- 
ing all  properties  within  the  site.  Between  the  diversion  elevation 
previously  considered  and  a  flow  line  some  50  feet  higher  a  storage 
capacity  was  found  of  over  600,000  acre-feet.  This  reservoir  site 
lies  in  townships  28,  29,  30,  and  31  north,  ranges  2,  3,  and  4  west, 
Mount  Diablo  meridian.  The  problems  developed,  requiring  con- 
sideration in  the  studies,  were  the  irrigation  of  something  over 
200,000  acres  of  land  below  Red  Bluff,  the  development  of  75,000 
to  80,000  electric  horsepower,  the  reduction  of  Sacramento  River 
flood  peaks  at  Red  Blun  from  over  250,000  cubic  feet  per  second  to 
lOOfiOb  cubic  feet  per  second,  and  the  material  increase  of  river  dis- 
charge as  affecting  navigation  interests. 

Studies  have  been  made,  and  material  is  being  prepared  for  a 
report  on  this  project. 


FINANCIAL  STATEMENTS. 

The  assets  and  liabilities  are  shown  in  the  financial  statement  for 
the  secondary  projects.  The  costs  are  given  in  the  functional  feature 
cost  report,  which  follows  the  above  statement  and  the  net  investment 
is  given  in  Tables  11  and  12  in  the  appendix. 
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A.  N.  BuBCH,  project  manager,  Orland,  Cal. 
(For  Results  to  June  SO,  1914,  and  Data  for  Complete  Projects  see  appendix.) 

LOCATION. 

Conntiee :  Glenn  and  Tehama :  reservoir  and  storage  feed  canal  In  Coluaa 
County. 

Townships :  21  to  23  N.,  Its.  2  to  4  W.,  Mount  Diablo  meridian. 

Railroads  and  other  transportation  lines:  Southern  Pacific  Railroad  and 
steamers  on  Sacramento  River. 

Railroad  station  and  estimated  population  January  1,  1014:  Orland,  1360; 
railroad  flag  stations  with  freight  sidetracks,  (>reenwood,  Wyo,  and  Malton. 

WATEB  STJPPIiT. 

Source  of  water  supply :  Stony  Creek. 

Area  of  drainage  basin:  Above  project  diversion  dams.  7«S5  square  miles; 
above  feed  canal  diversion  dam,  97  square  miles;  above  East  Park  Dam  (Lit- 
tle Stony),  102  square  miles. 

Annual  run-off  in  acre-feet:  Stony  Creek,  near  Fruto  (601  square  miles), 
1907  to  1913,  maximum,  940,000;  minimum,  135,200;  mean,  500,000.  Little 
Stony  Creek,  at  East  Park  Dam  (102  square  miles),  1907  to  1913,  maximum, 
170,800;  minimum,  12,000;  mean,  71,000. 

AGBIGUIiTXTBAL  AND  GUMATIC  CONDITIONS. 

Area  for  which  the  service  is  prepared  to  supply  water,  season  of  1914: 
14300  acres. 

Area  under  rental  contracts,  season  of  1914 :  8,000  acres. 

Length  of  irrigating  season :  From  April  1  to  October  31 — 214  days. 

Average  elevation  of  irrigable  area :  250  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area :  1883  to  1914,  17  inches ;  1913-14, 
2830  inches  (excessive). 

Range  of  temperature  on  irrigable  area :  26**  to  114**  F. 

Character  of  soil  of  irrigable  area  :  Sandy  and  gravelly  loam,  silt  loam. 

Principal  products :  Alfalfa,  citrus  and  other  fruits,  and  vegetables. 

Principal  markets :  San  Francisco,  Cal. ;  Portland,  Greg. ;  eastern  markets. 

LANDS   OPENED   FOB   IBBIOATION. 

No  lands  have  been  opened  for  irrigation  by  public  notice.  All  lands  are  be- 
ing irrigated  under  rental  contracts. 

CHBONOLOOICAI.  SXJMHABY. 

Beconnolssance  and  preliminary  surreys  made  in  1906. 
Construction  recommended  by  board  of  engineers  November  12,  1906. 
Construction  authorized  by  Secretary  October  5,  1907. 
First  irrigation  by  Reclamation  Service,  seamn  of  1910. 
East  Park  Dam  completed  July,  1910. 

Construction  of  ESast  Park  feed  canal  and  second  unit  of  the  project  au- 
thorized by  Secretary  July  25,  1913. 
Entire  project  70  per  cent  completed  June  30,  1914. 
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IBBiaATION   PLAN. 

The  irrigation  plan  of  the  Orland  project  provides  for  the  storage  of  water 
in  a  reservoir  controlled  by  East  Park  Dam  on  Little  Stony  Creek,  about  40 
miles  southwest  of  Orland,  Cal.,  and  a  feed  canal  6i  miles  long  connecting  the 
storage  basin  with  Stony  Creek.  The  diversion  works  for  the  feed  canal  are 
located  about  3i  miles  west  of  Stonyford.  For  the  irrigation  of  lands  in  the 
vicinity  of  Orland  water  is  diverted  from  Stony  Creek  into  the  canal  systems 
at  two  points,  namely,  Miller  Buttes,  9i  miles  northwest  of  Orland.  for  the 
South  Canal  system,  and  at  the  north  side  weir,  5  miles  northwest  of  Orland, 
for  the  North  Side  Canal  system.  The  South  Canal  system  is  to  irrigate  13,000 
acres  on  the  south  side  and  the  North  Canal  system  7,000  acres  on  the  north  side 
of  Stony  Creek.  The  stored  water  is  conveyed  from  East  Park  in  the  natural 
creek  channel  41  miles  to  the  Miller  Buttes  diversion  and  45  miles  to  the  north 
side  weir,  where  it  is  taken  out  in  distribution  systems  comprising  135  miles 
of  canals  and  lateralsw  The  plan  also  includes  a  high  line  canal  from  which 
power  may  be  developed  for  pumping.  The  United  States  intends,  for  and  in 
connection  with  the  project,  to  use  the  waste,  seepage,  spring,  and  percolating 
water  arising  within  the  same,  and  asserts  a  right  thereto  by  virtue  of  its 
reservation  of  all  unappropriated  waters  of  the  project  source  of  supply  and 
of  its  appropriation  of  said  waters  in  accordance  with  the  State  law  heretofore 
made  for  the  purposes  of  the  project. 

Work  now  under  way  includes  bulding  a  feed  canal  6^  miles  in  length  from 
Stony  Creek  to  East  Park  Reservoir,  involving  220,000  cubic  yards  of  excavation 
and  4,000  cubic  yards  of  concrete  in  structures,  raising  East  Park  spillway,  en- 
larging a  portion  of  the  South  Canal,  and  building  35  miles  of  laterals  with 
their  control  structures. 

The  present  limits  of  the  Orlnnd  project  may  be  considered  as  a  unit  of  the 
Sacramento  Valley  project.  It  may  be  extended  by  constructing  additional 
reservoirs  on  Stony  Creek  and  its  tributaries.  The  chief  additional  reservoir 
sites  available  are  Millslte,  on  Stony  Creek,  near  Fruto;  Briscoe,  on  Briscoe 
Creek,  near  Elk  Creek;  Stonyford,  on  Stony  Creek,  at  Stonyford;  and  Stony 
Gorge,  on  Stony  Creek,  near  Elk  Creek. 

CONSTBUCTION   DURINa  FISCAL  TEAB. 

The  following  construction  work  was  done  during  the  year : 

Structures  built,  fiscal  year  J91J/. 

Canal  lining square  yards..  7, 185 

Farm  and  lateral  turnouts 20 

Checks  and  drops 8 

Timber  deck  and  pii)e  bridges 7 

Culverts 15 

Product  of  pipe  yard,  fiscal  year  191^. 

12-inch linear  feet—  688 

18-inch A do 460 

24-Inch do 814 

Excavation,  fiscal  year  J91^, 

East  Park  feed  cannl,  all  classes cubic  yards..    t>3,00l 

Distribution  system do 11, 020 

Total 104, 021 

OPEBATION  AND  MAINTENANCE. 

The  irrigation  works  operated  in  1913  included  the  East  Park 
Reservoir  and  the  North  and  South  Canal  headworks,  together  with 
28  miles  of  canals  with  capacities  of  50  to  150  second-feet  and  68 
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miles  of  laterals  with  capacities  of  10  to  45  second- feet.    The  distribu- 
tion system  operated  contains  1,125  structures. 

Historical  review,  Orland  project. 


Item. 


1910 


1911 


1912 


1913 


1914 
(estimaterl). 


Acreage  lor  which  service  was  prepared  to  supply- 
water 

Acreage  irrigated 

Miles  of  canal  operated 

Water  stored  (acre-feet) 

Water  diverted  (acre-feet) 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  irrigated  (acre-feet) 


2,000 
TOO 
22 


4,800 

2,400 

3.4 


14,000 
2,603 
64 
47,000 
39,200 
10,335 
3.9 


14,200 
4,230 
88 
26,000 
34,000 
16,702 
3.97 


14,300 
6,617 
91 
14,800 
40,500 
19,850 
3.00 


14,300 
8,000 
96 
46,600 
42,000 
24,000 
3.50 


SETTLEMENT. 

The  farmers  appear  to  be  in  a  fairly  prosperous  condition,  as 
evidenced  by  the  extent  of  the  investment  and  the  quality  of  farm 
buildings  and  other  improvements  made  during  the  past  year.  There 
are  no  strictly  cooperative  organizations  on  the  project  for  the  hand- 
ling of  farm  Dusiness.  The  creamery,  which  handles  all  of  the  butter 
product,  is  a  stock  concern  which  was  financed  principally  by  the 
dairy  interests.  The  almond  growers  are  aflUiated  with  the  State 
or^nization,  through  which  their  crop  is  marketed.  A  great  many 
dairy  cows  have  been  brought  in  by  the  creamery  company,  banks, 
and  others  interested  in  the  development  of  the  industry  and  placed 
with  the  farmers  on  easy  terms  of  payment.  There  has  been  very 
moderate  activity  in  the  disposal  of  unimproved  lands  and  not  a 
great  deal  of  developed  land  has  changed  hands.  As  to  the  per- 
manency of  the  population,  to  the  best  of  my  knowledge,  there  has 
been  but  one  instance  during  the  year  of  a  farmer  disposing  of  his 
place  and  leaving  the  project. 

Settlement  data,  Orland  project. 


Item. 


1912 


1913 


1914 


Total  number  of  fiu:ins  on  the  project  ^ 

Population 

Number  of  irrigated  farms 

Operated  by  owners 

Operated  by  tenants 

Population 

Number  of  towns. 

Population 

Total  population 

Number  of  public  schools 

Number  of  churches 

Numberofbanks 

Total  capital  stock 

Total  amount  of  deposits 

Total  number  of  depositors 


350 

700 

211 

193 

18 

645 

1 

1,200 

1,900 

5 

4 

1 

155,000 


350 

950 

246 

226 

20 

896 

1 

1,300 

2,250 

6 

5 

2 

S110,000 


I 


507 

1,100 

275 

253 

22 

1,000 

1.350 

2)450 

8 

5 

2 

SllO.OOO 

1391,000 

1,263 


1  40-acre  units. 


PBINCIPAL  CBOPS. 


The  principal  money-producing  crop  for  1913  was  alfalfa,  com- 
prising 5,084  acres,  an  increase  of  1,461  acres  over  the  previous  year. 
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The  yield  was  15,300  tons,  all  but  3,600  tons  of  which  was  consumed 
on  the  project  in  feeding  dairy  and  other  stock.  At  the  close  of  the 
year  there  were  1,384  head  oi  dairy  stock  on  the  project,  which  by 
the  end  of  1914  it  is  estimated  will  be  increased  to  2,400  head. 

The  total  acreage  of  alfalfa  in  1914  will  be  about  6,000,  with  a 
yield  of  about  24.000  tons.  Prior  to  1914  the  proportion  of  orchard 
planting  to  alfalia  planting  has  been  greatly  in  favor  of  alfalfa,  but 
lor  1914  the  planting  of  orchards  will  probably  exceed  that  of  alfalfa. 

Crop  report,  Orland  project,  year  of  19 IS. 


Area, 
acres. 

Unit  of 
yield. 

Yields. 

Values. 

Crop. 

Total 

Average 
per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

Cropped: 

Alfkl^My 

94 
21 

71 

68 
4 

71 
5 
5 

20 
2,913 

Ton 

15,324 

4.27 

$10.01 

$153,477 
15,087 

$42.74 

AlftUftt  pasture 

4.35 

Alfolfo  voonffi 

Berries 

Pound.. 

Ton 

Bushel.. 
Boxt.... 
Pound.. 

6,206 

69 

342 

7,083 

140,000 

2,003 

.73 

16.7 

100.6 

2,045 

.10 

28.78 

.96 

2.47 

.012 

521 
1,848 

327 

17,550 

1,661 

709 
7,651 
1,628 
1,540 
2,000 

2oaoo 

rorn,  sorg^nn* 

19.55 

Com!  Indian 

15.06 

Fruit,  citrus 

248.94 

Fruit,  deciduous* 

04.25 

Fruit,  smf^ll^. .. 

177  35 

Garden 

106.50 

Nursery 

286  91 

Olives.. 

Found.. 
Pound.. 

19,250 
100,000 

3,500 
5,000 

.08 
.02 

280.00 

Pnines ...    

100.00 

Less  duplicated  areas 

Total 

6.987 

208,049 

84.07 

Irrintted,  no  crop: 

NcMibearing  orchard 

MI«!ellwn«nw 

498 

137 

Total 

630 



Total  irrigated 

6,617 

~^ 

" 



Areas. 


Number 
ol  farms. 


Total  irrigable  area  fkirms  reported , 
Total  irrigated  area  farms  reported 

Under  rental  contracts 

Under  vested  rights 

Total  cropped  area  farms  reported. 


246 
246 
244 
2 
246 


1  No  hay  on  account  of  water  shortage. 

*  Equivalent  to  70  to  75  pounds  of  fruit;  average,  71  pounds. 

s  Peaches,  pears,  prunes,  apricots. 

4  Berries,  grapes,  etc. 

FINANCIAL  STATEMENTS. 

Assets,  liabilities,  reserves,  and  capital,  Orland  project,  to  June  SO,  19H. 

ASSSETS. 

Inventories : 

Animals $425.00 

Mechanical  and  other  equipment 9, 572. 64 

Material  and  supplies  on  hand  in  storehoues 4, 903. 58 

Total $14,  90L  22 
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Constrnction  work  in  process : 

Groas  expenditures  for  constmctfon  of  project  to 

date $676,634.  50 

Less  revenue  earned  during  construc- 
tion, as  follows — 

Bentals  of  cottages $744.00 

Rentals  of  grazing  lands 2, 815. 00 

Rentals  of  irrigation  water 33,887.60 

Miscellaneous  revenues 1, 485. 61 

Profits  on  mess  houses 14.97 

Loss  on  mercantile  stores "6. 51 

Profits  on  hospitals 187.75 

Contractor's  freight  refunds 221.35 

Forfeitures  by  default — bidders  and 

contractors 1,725.  00 

Adjustments — 

Depreciation    on    plant    and    equifn 

ment 176. 64 

Profits   shown   on   Government    ani- 
mals    10. 52 


Total  deductions 41,26L»3 


Net  expenditures  for  construction  of  projwt  to  date $635,372.  57 


Total    assets 650,  273. 79 

LIABILITIES,    RESERVES.    AND    CAPITAL. 

Accounts  payable: 

Unpaid  labor $1,  245. 61 

Unpaid  purchases 596.48 

Unpaid  contract  estimates 11, 046. 24 

Unpaid  contract  holdbacks 2,713. 29 

Unpaid  freight  and  express  charges 1,092.61 

Unpaid  passenger  ftires 51. 25 

Unpaid  agreements  to  purchase  real  estate 2, 107. 50 

Unpaid  miscellaneous 202.00 


Total $19, 054.  98 

Net  investment: 

Disbursements $643. 272.  25 

Transfers  received  from  other  proj- 
ects        as,  087. 32 

$681.  359.  57 

Ck)llectJons 45,  750.  61 

Transfers  issued  to  other  proj- 
ects         4. 390. 15 

50, 140.  76 


Total 631,  218.  81 


Total  liabilities,  reserves,  and  capital  investment  of 
the  Government 650.  273.  79 

Functional  feature  costs  of  Orland  project  to  June  30,  191^. 

Development   (storage)   works $353,091.74 

Distribution   system 246, 487.  86 

Real  estate — ^Headquarters  buildings  and  grounds 14,047.50 

Miscellaneous  preliminary  investigations 4,351.15 

Operation  and  maintenance  during  construction 58, 656. 25 


Gross  expenditures  for  construction  of  project  to  date 676, 634. 50 

1  Deduct. 
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Estimated  coat  of  contemplated  work,  Orland  project,  during  fiscal  year  1915. 

Development  (storage)  works: 
East  Park  feed  canal — 

Surveys $3, 084.  56 

Rights  of  way 1, 795. 38 

Excavation 87, 963. 33 

Structures 67, 355. 37 

$150, 198. 94 

Distribution  system : 

Canal  system — 

Raising  banks  and  enlarging  South  Canal 6, 000. 00 

Structures  and  lining 4, 000. 00 

Lateral  system — 

Excavation 27,000.00 

Structures,  lining,  etc 86,000.00 

123,000.00 

Examination  and  investigations,  miscellaneous  surveys 500. 00 

Drainage 10, 000. 00 

Operation  and  maintenance  durinj;  construction 23,000.00 

Total 306.  eoa  64 
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J.  H.  Miner,  project  manager.  Grand  Junction,  Colo. 
(For  Results  to  June  SO,  1914,  and  Data  for  Complete  Projects,  see  appoidix.) 

LOCATIOK'. 

County:  Mesa. 

Townships:  1  N.,  Sa.  1  R  and  1  to  3  W.;  2  N.,  Ra  2  and  3  W.;  1  S.,  Rs.  1  R 
and  1  W.,  Ute  meridian.  9  S.,  Rs.  101  to  104  W. ;  10  S.,  Rs.  98,  101,  and  103  W. ; 
11  8.,  Rs.  98  and  99  W.,  sixth  principal  meridian. 

RaUroads :  Denver  &  Rio  Grande ;  Colorado  Midland. 

Railroad  stations  and  estimated  population,  January  1,  1914:  Palisade,  968; 
CUfton,  138;  Grand  Junction,  8,250;  Fruita,  978;  Loma,  83;  Mack,  40. 

WATEB  SUPPLY. 

Source  of  water  supply :  Grand  River. 

Area  of  drainage  basin :  8,550  square  miles  above  Palisade. 

Annual  run-off  In  acre-feet  of  Grand  River  at  Palisade,  1897  to  1899  and 
1902  to  1913:  Maximum,  5,230,000  (1912)  ;  minimum,  2,300,000;  mean,  3,733,800. 

Discharge  in  second-feet  of  Grand  River  at  Palisade,  1902  to  1913 :  Maximum, 
43,400;  minimum,  944. 

AGBICUIiTTTBAL  AND  GLIBIATIG  CONDITIOirS. 

Length  of  inlgatlon  season :  From  April  1  to  October  31 — ^214  days. 

Average  elevation  of  irrigable  area :  4,700  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area :  21  years,  8.23  inches ;  1913,  7.28 
inches. 

Range  of  temperature  on  irrigable  area :  —15°  to  100°  F. 

Cliaracter  of  soil  of  irrigable  area :  Sandy  loam,  sandy  mesas,  and  adobe. 

Principal  products :  Fruit,  sugar  beets,  alfalfa. 

Principal  markets:  Large  cities  east  of  Rocky  Mountains  for  ftuit;  other 
products,  local. 

CHBONOLOGICAL  STTMMABT. 

Reconnoissance  and  preliminary  surveys  begun  in  September,  1902. 
Construction  recommended  by  board  of  engineers  December  15,  1908. 
Purchase  of  rights  of  way  authorized  by  Secretary  November  4,  1911. 
Construction  authorized  by  Secretary  September  23,  1912. 
Entire  project  24.3  per  cent  completed  June  30,  1914. 

IBBIGATION  PLAN. 

The  irrigation  plan  of  the  Grand  Valley  project  provides  for  the  diversion 
of  water  from  the  Grand  River  by  a  dam  to  be  located  about  8  miles  northeast 
of  Palisade,  Colo.,  into  a  canal  system  on  the  north  side  of  the  river,  for  the 
irrigation  of  lands  lying  north  and  west  of  Grand  Junction,  Fruita,  and  Mack, 
Colo.  About  42J50  acres  will  be  supplied  by  gravity  and  10,250  acres  by  elec- 
trically operated  pumping  plants  to  be  located  on  the  gravity  canal.  The  United 
States  claims  all  waste,  seepage,  spring,  and  percolating  water  arising  within  the 
project  and  projposes  to  use  such  water  in  connection  therewith.  On  the  first 
6i  miles  of  the  main  canal,  located  in  the  canyon  of  the  Grand  River,  there 
are  3  tunnels,  respectively  3,723,  1,655,  and  7,292  feet  long.  On  June  30,  1914, 
the  headworks  were  30.8  per  cent  completed,  the  earthwork  and  structures  on 
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the  canal  through  vhe  canyon  were  practically  completed,  Tunnel  No.  1  was 
completed,  and  the  excavation  of  Tunnels  Nos.  2  and  3  was,  respectively.  100 
per  cent  and  57.5  per  cent  completed.  Acceptable  bids  for  the  earthwork  on 
the  next  30  miles  of  main  canal  had  been  received.  Preparations  for  the  early 
construction  of  the  laterals  to  supply  the  eastern  15,000  acres  under  the  gravity 
canal  were  under  way. 

CONSTBUCTION  DUBIira  PISCAL  YBAB. 

Headworka. — ^\Vork  on  this  feature  has  been  carried  on  by  Govern- 
ment forces.  The  excavation  for  the  canal  intake  and  sluiceway  was 
begun  in  August,  1913,  and  completed  in  April,  1914.  The  exca- 
vated material  consisted  principally  of  cobblestones  compactly  em- 
bedded in  gravel.  In  October  the  railroad  siding  and  camp  build- 
ings were  completed.  The  first  concrete  was  placed  January  9, 
1914.  Concrete  work  on  the  sluiceway  was  completed  May  4,  1914, 
and  on  the  intake.  May  23,  1914.  The  work  on  the  paved  slopes 
above  and  b6low  the  canal  intake  was  interrupted  by  high  water  at 
that  time,  when  about  75  per  cent  complete.  The  installation  of  the 
nine  7  by  7  foot  regulator  gates  was  completed  in  April.  A  tem- 
porary pile  footbridge,  to  be  subsequently  used  in  depositing  ma- 
terial in  the  cofferdam,  was  completed  in  March.  On  Jime  3,  1914, 
a  flood  flow  of  43,000  second-feet,  practically  equal  to  the  maximum, 
passed  down  the  Grand  River  without  damage  to  the  pile  bridge 
or  the  completed  work.  The  installation  of  a  cableway,  a  crushing, 
screening,  and  concrete  mixing  plant,  and  a  power  station  for  use 
in  completing  the  concrete  work  on  the  weir  has  been  90  per  cent 
completed.  The  steel  roller  weirs  to  form  the  movable  crests  of  the 
structure  have  been  ordered  from  the  German  patentees.  The  cubic 
yards  of  material  handled  on  this  feature  were  as  follows:  Dry 
excavation,  14,335 ;  wet  excavation,  6,690;  concrete,  3,955 ;  riprap,  608. 

Main  canci^  canyon  division, — ^Work  on  the  three  tunnels  has  been 
performed  by  Government  forces  and  on  the  canal  excavation  by 
contract.  Tunnel  No.  1  was  holed  through  September  27,  1913, 
1.578  linear  feet  being  excavated  after  June  30,  1913,  bv  two  daily 
snifts.  The  material  excavated  was  mainly  a  hard,  blocky  shale. 
The  concreting  plant  was  completed  in  October,  1913;  placing  of 
the  concrete  lining  was  begun  in  November,  1913,  and  completed  in 
March,  1914.  Nine  thousand  five  hundred  and  forty-five  cubic  yards 
of  concrete  were  used  in  lining  the  3,723  foot  tunnel,  the  portals,  and 
the  492  feet  of  lined  canal  connecting  the  lower  portal  with  the  Jerry 
Creek  siphon.  The  excavation  of  Tunnel  No.  2  was  continued  from 
the  upper  portal  through  sandstone  until  the  last  of  October,  1913, 
when  it  was  discontinued  at  a  distance  of  1,000  feet  in  from  the  por- 
tal, to  allow  the  grading  contractor  to  finish  up  the  waste  banks. 
At  the  lower  portal,  the  excavation  of  an  incline  through  the  portal 
cut  was  begun  in  July,  and  of  the  tunnel  proper,  on  August  5,  1913. 
The  tunnel  was  holed  through  December  27,  1913,  and  excavation 
fully  completed  January  12,  1914.  During  the  fiscal  year  650  feet 
were  excavated  in  the  upper  heading  and  655  feet  m  the  lower. 
The  material  encountered  in  the  latter  heading  consisted  of  alternat- 
ing thin  layers  of  shale  and  sandstone. 

Work  on  the  excavation  of  Tunnel  No.  3  has  been  conducted  from 
both  portals  and  both  ways  from  an  adit  95  feet  long  located  3,170 
feet  from  the  upper  portal.    The  material  excavated  has  been  largely 
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earth  and  boulders  in  headings  Nos.  1  and  2,  and  a  gritty  shale  in 
headings  Nos.  3  and  4.  (The  headings  are  numbered  consecutively 
beginning  at  the  upper  portal.)  Work  was  begun  on  the  adit  October 
20,  1913,  and  on  the  portal  cuts  soon  afterwards.  The  excavation  of 
headings  Nos.  2, 3,  and  4  was  begun  in  December,  1913,  and  of  heading 
No.  1  in  January,  1914.  On  June  30,  1914,  the  advance  was  as  fol- 
lows: Heading  Iso.  1,  971  feet;  heading  No.  2,  929  feet;  heading 
No.  3,  1,169  feet;  heading  No.  4,  1,125  feet.  Total,  4,194  feet,  or 
57.5  per  cent  of  the  total  length. 

The  camp  buildings  and  concrete  plant  used  at  Tunnel  No.  1  have 
been  razed,  moved  to  the  upper  portal  of  Tunnel  No.  3,  and  partially 
reassembled  for  use  in  lining  Timnels  Nos.  2  and  3. 

Work  was  begun  July  9,  1913,  on  the  excavation  of  the  earthwork 
on  the  canyon  division  of  the  main  canal.  On  June  30,  1914,  the 
contract  was  99  per  cent  complete.  The  material  moved  consisted 
of  333,063  cubic  yards  of  earth,  21,158  cubic  yards  of  indurated  ma- 
terial, and  14,856  cubic  yards  of  rock.  Six  hundred  and  thirty-one 
cubic  yards  of  riprap  were  placed,  and  1,421,003  cubic  yards  of 
material  overhauled  one  station.  Sixteen  thousand  eight  hundred 
and  seventy-three  cubic  yards  of  the  material  excavated  on  schedule 
No.  3  were  loaded  into  standard-gauge  dump  cars  and  handled  by 
forces  of  the  Eio  Grande  Junction  Railway  in  raising  the  grade  of 
the  railroad  track  in  the  vicinity  of  the  project's  diversion  dam.  A 
total  of  5,800  feet  of  track  was  raised.    The  highest  rise  was  4.7  feet. 

A  double  4.5  by  5  foot  reinforced  concrete  culvert  was  built  at 
station  237+56.5.  Three  reinforced  concrete  siphons  were  built  to 
carry  the  waters  of  Asbury,  Jerry,  and  Coal  Canyon  Creeks  across 
the  canal.  The  culvert  required  1,792  cubic  yards  of  concrete,  and 
the  siphons  averaged  2,050  cubic  yards  of  excavation,  604  cubic  yards 
of  concrete,  and  850  cubic  yards  of  paving.  Wooden  trestle  bridges 
have  been  built  to  carry  the  operation  and  maintenance  road  across 
Asbury,  Jerry,  and  Coal  Canyon  Creeks  and  the  tram  tracks  of 
the  Grand  Junction  Mining  &  Fuel  Co.  A  wooden  trestle  was  con- 
structed to  support  the  Eio  Grande  Junction  Eailroad  track  during 
the  excavation  of  the  canal.  The  concrete  supports  for  the  per- 
manent bridge  have  been  completed. 

Main  cwnm^  divisions  2,  <?,  amd  4* — Final  location  of  80  miles  of 
main  canal  from  Palisade  west  was  made  in  March  and  April,  1914. 
Bids  for  the  earthwork  were  opened  June  16,  1914.  Preparations 
for  the  construction  of  the  structures  by  Government  forces  have 
been  well  advanced.  A  5  by  5  foot  concrete  culvert,  containing  270 
cubic  yards  of  concrete,  has  been  completed  at  station  356.  Thirty- 
five  carloads  of  vitrified  pipe  have  been  ordered  for  the  smaller 
culverts  and  the  drainage  of  canal  banks  built  on  steep  side  slopes. 

SETTLEMENT. 

No  settlement  on  project  land  has  been  effected  during  the  year, 
because  the  time  of  delivering  water  appeared  too  far  in  the  future 
to  make  settlement  expedient.  The  Grand  Valley  Water  Users' 
Association  has  made  preparations  to  render  valuable  assistance  ta 
prospective  settlers  when  the  lands  are  ready  for  settlement. 
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ITKAKCIAI.  STATEMENTS. 

AasetSf  Jkihilities,  reserves,  and  capital^  Grand  Valley  project,  to  June  SO,  1914- 

ASSETS. 

Cash  In  fiscal  agent's  possession  awaiting  remittance $86.  25 

Accounts  receivable,  uncollected  miscellaneous  rentals 178.00 

Inventories : 

Mercantile  stores,  stoclt  on  hand $211.39 

Animals  _^ 812.  50 

Mechanical  and  other  equipment 43,569.55 

Material  and  supplies  on  hand  in  storehouses.  29,  846. 83 

Goods  in  transit 4,931.81 

Unadjusted  transfers  between  projects *  10, 978.  83 


Total 68, 303. 25 

Construction  work  in  process: 

Gross  expenditures  for  construction  of  proj- 
ect to  date 1, 123, 981.  92 

Less  revenue  earned  during  con- 
struction— 

Rentals  of  cottages $271. 65 

Rentals  of  grazing  lands 1, 483. 00 

Rentals  of  power  and  light 56. 91 

Rentals  of  telephones 7.  85 

Profits  on  mess  houses 3, 470. 85 

Profits  on  mercantile  stores 736. 58 

Profits  on  hospitals 1, 426.  76 

Adjustments — 

Depreciation     on     plant     and 

equipment 11, 177.  89 

Profits  shown  on  Government 

animals 600.  96 


Total  deductions 19,232.45 


Net  expenditures  for  construction  of  project  to  date 1,104,749.47 

Total  assets 1, 173. 406. 97 

LIABILITIES,    RESERVES,    AND    CAPITAL. 

Accounts  payable: 

Unpaid  labor $25, 576. 91 

T'Upaid  purchases 16, 189. 14 

Unpaid  contract  estimates 4,203.53 

Unpaid  contract  holdbacks 11, 081. 54 

Unpaid  freight  and  express  charges 8, 149. 30 

Unpaid  passenger  fares 105.95 

Unpaid  agreements  to  purchase  real  estate —  1, 765. 00 


Total 67, 071. 37 

Net  investment: 

Disbursements $1, 051, 251. 11 

Transfers  received  from  other 
projects 60,  996. 64 


Less — 

Collections 2, 497. 54 

Transfers  issued  to  other 
projects 3, 414.  61 


1, 112,  247.  75 


5, 912. 15 


Total 1, 106, 335. 60 


Total  liabilities,   reserves,   and  capital   investment 
of   the   Government 1.173.406.97 


^  Deduct. 
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Functional  feature  costs  of  Grand  Valley  project  to  June  SO,  19U. 

Carriage  system $1, 031, 470. 40 

Telephone  lines S 1, 443. 94 

f^nn-nnlt  subdlylsions 1, 729. 48 

Roads  and  bridges .       6,305.24 

Miscellaneous  preliminary  investigations 82, 175. 07 

Cost-ledger  Inventories 857.84 


Gross  expenditures  for  construction  of  project  to  date 1, 123, 981. 92 

Estimated  cost  of  contemplated  works.   Grand   Valley  project,  during  fiscal 

year  1915. 

/Carriage  system: 

Headworks Z $200,000.00 

Main  canal,  division  No.  1 300.000.00 

Main  canal,  division  No.  2 200,500.00 

Main  canal,  division  No.  3 197,500.00 

Main  canal,  division*  No.  4 102, 000. 00 

$1,000,000.00 

Distribution  system: 

Laterals 270, 000. 00 

Miscellaneous  permanent  buildings 10,000.00 

280^000.00 

Drainage  and  flood  protection  system : 

Preliminary  investigations ^._        3,000.00 

Protection  of  wasteway  channels 25, 000. 00 

28,000.00 

Power  system 7, 000. 00 

Real  estate -^ 2, 000. 00 

Telephone  system 8, 500. 00 

.  Farm-unit  subdivision 1, 800. 00 

Roads  and  bridges 5,000.00 

Miscellaneous  preliminary  investigations 1, 500. 00 

Operation  and  maintenance  during  construction 10,000.00 

Total : 1, 343, 800. 00 

e4162*— 15 7 


Digiti 


zed  by  Google 


Digiti 


zed  by  Google 


COLOKADO,  inroOMFAEOBE  VALLET  PBOJECT. 

F.  D.  Pylb,  project  manager,  Montrose,  Colo. 
(For  Results  to  June  SO,  1914,  ai^  Data  for  Complete  Pro}ect$,  see  appendix.) 
LOCATIOir  AND  CLIUATIC  CONDinOK& 

Counties:  Montrose  and  Delta. 

Townships:  15  S.,  Ra  94  to  96  W.,  sixth  principal  meridian;  48  to  51  N., 
Ra  7  to  12  W.,  New  Mexico  meridian. 

Railroad :  Denver  &  Rio  Grande. 

Railroad  stations  and  estimated  population  January  1, 1914:  Montrose,  3300; 
Olathe,  600;  and  Delta,  2,300. 

WATEB  STTPPIiT. 

Sources  of  water  supply :  Gunnison  and  Uncompahgre  Rivers. 

Area  of  drainage  basins:  Gunnison  River,  3,850  square  miles;  Uncompahgre 
Xtiver,  500  square  miles. 

Run-off  in  acre-feet:  April  to  November,  inclusive,  Gunnison  River  at  River 
Portal  (3,850  square  miles),  1905  to  1913:  Maximum,  1,798,000;  minimum, 
917,000;  mean,  1,431,700.  Uncompahgre  River  at  Fort  Crawford  (500  square 
miles),  1896-1899,  1903-1905,  1908-1913:  Maximum,- 207,000;  minimum,  124,000; 
mean,  164,000. 

LANI>S  OPWnSD  FOB  IBBiaATIOir. 

No  lands  have  been  opened  for  irrigation  by  public  notice.  All  lands  irri- 
gated from  canals  operated  by  the  Reclamation  Service  are  furnished  water 
under  rental  contracta  All  unaltered  public  lands  within  the  project  were  with- 
drawn from  all  forms  of  entry  July  27,  1906. 

AGBICTJIiTUBAIi  AKD  CUICATIC  CONDITIOK& 

Area  for  which  the  service  is  prepared  to  supply  water,  season  of  1914 :  Esti- 
mated at  58,000  acre& 

Area  under  rental  contracts,  season  of  1914 :  Estimated  at  43,000  acres. 

Area  irrigated,  season  of  1913 :  37,482  acres. 

Note. — Of  the  above  area  31,428  acres  were  irrigated  from  the  canals  operated 
by  the  service,  and  6,054  acres  from  canals  that  were  operated  by  their  owners, 
who  have  contracted  to  turn  them  over  to  the  Government,  and  that  were  sup- 
plied with  Gunnison  water. 

Length  of  irrigating  season:  From  April  1  to  October  31,  214  days,  on  all 
Grovemment  canals  except  the  Loutsenhizer,  under  which  the  season  ends 
November  15. 

Average  elevation  of  irrigable  area :  6,000  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area:  14  years,  9.07  inches;  1913,  at 
Montrose,  8.06  inchea 

Range  of  temperature  on  irrigable  area :  —26"  to  98*  F. 

Character  of  soil  of  irrigable  area :  Red  sandy  gravel,  adobe,  and  clay  loam. 

Principal  products:  Alfalfa,  grain,  fruits,  sugar  beets,  potatoes,  and  veg- 
etablea 

Principal  markets :  Denver,  Colo. ;  Chicago,  111. ;  and  local  mining  camps. 

CHBOKOLOGICAI.  STTHMABT. 

Reconnoissance  and  preliminary  surveys  begun  in  June,  1901. 
Construction  recommended  by  director  March  7,  1903. 
Construction  conditionally  authorized  by  Secretary  March  14,  1903. 
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Construction  authorized  by  Secretary  June  7,  1904. 

Contract  for  construction  of  Gunnison  Tunnel  approved  October  18, 1904. 

First  irrigation  by  Reclamation  Service,  season  of  1908. 

Gunnison  Tunnel  completed  for  present  use  June,  1910. 

Gunnison  River  diversion  dam  completed  January,  1912. 

Entire  project  62.4  per  cent  completed  June  90,  1914. 

IBBIGATIOir  PLAN. 

The  Irrigation  plan  of  the  Uncompahgre  Valley  project  provides  for  the 
diversion  of  water  from  the  canyon  of  Gunnison  Biver  by  means  of  a  tunnel 
about  6  miles  long  and  a  canal  11  miles  long  to  supplement  the  flow  of  Uncom- 
pahgre River,  and  in  addition  thereto  the  utilization  of  all  waste,  seepage, 
spring,  percolating,  and  return  water  arising  within  the  project  in  the  irriga- 
tion of  lands  in  Uncompahgre  Valley.  To  distribute  the  waters  of  the  Uncom- 
pahgre and  Gunnison  Rivers  thus  combined  the  plan  provides  for  the  purchase^ 
enlargement,  and  extension  of  the  more  important  private  canals  taking  water 
from  Uncompahgre  River  and  for  supplementing  them  by  laterals  diverting 
from  the  South  Canal  and  by  high-line  canals,  one  on  either  side  of  the  valley, 
taking  water  from  Uncompahgre  River. 

The  surveys  for  and  diamond  drlUing  investigation  of  the  Taylor  Park  Reser- 
voir have  been  completed,  but  no  construction  work  has  been  undertaken.  The 
diversion  dam  in  the  Gunnison  River  is  complete  except  for  the  Installation  of 
steel  flashboards.  The  Gunnison  Tunnel  is  complete  to  the  extent  necessary 
for  its  present  use ;  there  remains  about  60  per  cent  of  the  length  of  the  tunnd 
to  be  lined  with  concrete.  The  South  Canal  system  is  now  complete  except 
for  the  enlargement  and  extension  of  one  or  two  of  the  laterals,  the  replacing 
of  the  timber  flume  on  division  18  of  the  main  line  and  the  construction  of  the 
concrete  outlet.  The  Montrose  and  Delta  main  line  and  a  portion  of  the  lateral 
system  have  been  completed;  the  unfinished  work  under  this  system  embraces 
the  completion  of  the  concrete  headworks  and  lateral  system  and  the  replace- 
ment of  some  of  the  older  structures.  The  Loutsenhizer  Canal  system  is 
complete  except  for  the  building  of  a  feeder  channel  out  of  Cedar  Creek  and 
the  replacement  of  older  structures.  The  main  line  and  a  portion  of  the  lateral 
system  under  the  East  Canal  have  been  completed ;  the  uncompleted  work  con- 
sists of  the  'building  of  a  control  weir,  the  completion  of  the  lateral  system, 
and  the  building  of  the  Garnet  Mesa  siphon. 

The  main  line  and  lateral  system  of  the  West  Canal  are  complete  except  for 
the  building  of  the  siphon  headworks  and  miscellaneous  minor  structures.  The 
main  line  of  the  Selig  Canal  system  is  complete  for  50  per  cent  of  its  length; 
no  construction  work  whatsoever  has  been  accomplished  on  the  lateral  ayston. 

CONSTBUCTIOK  DUBING  FISCAL  YEAR 

Taylor  Park  Reservoir. — ^At  the  upper  dam  site  two  holes  were 
drilled  to  a  depth  of  45  and  103  feet,  respectively.  At  the  lower  dam 
site  five  holes  were  driven  to  a  depth  of  37,  55.3.  38,  57,  and  98.2  feet, 
respectively.  The  location  surveys  for  the  Taylor  Park  cut-oflf  road, 
4.56  miles  in  length,  were  completed. 

Gunmson  Twnnel. — ^Two  thousand  two  hundred  and  forty-two 
linear  feet  of  washed-out  floor  between  the  track  from  station  294+55 
to  station  306+00  and  from  station  268+05  to  station  279+02  were 
replaced  with  new  concrete.  Sixteen  bays  8  feet  hiffh  by  4  feet  wide 
by  2  feet  deep  were  torn  out  of  the  ruptured  sicfewalls  at  station 
194+00,  and  these  openings  were  replaced  with  fresh  concrete.  A 
rock  wall  was  laid  at  station  78+00  and  32  gage  boxes  for  making 
coefficient  determinations  were  placed  at  every  1,000-foot  station  in 
the  tunnel. 

South  Comal  system. — ^Under  the  direction  of  the  Bureau  of  Stand- 
ards, an  8-inch  experimental  tile  drain  750  feet  long  was  placed  near 
mile  post  6.    Five  hundred  and  sixty-eight  linear  feet  oi  4-inch  re- 
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inforced  concrete  floor  were  placed  on  top  of  the  old  concrete  floor; 
644  linear  feet  of  4-inch  reinforced  concrete  on  top  of  the  old  cc»crete 
lining;  and  22  linear  feet  of  4-inch  reinforced  concrete  on  top  of  the 
old  concrete  lining  on  the  right  side  of  the  canaL  This  repair  work 
extended  at  various  places  from  station  224  to  station  238,  and  25 
cubic  yards  of  concrete  were  used  in  repair  work  on  a  culvert  at  sta- 
tion 275+00.  The  concrete  reconstruction  changes  on  division  18  of 
the  main  line  were  completed;  the  timber  flume  was  extended  81 
linear  feet  and  joined  to  a  288  linear-foot  section  of  new  concrete 
lining,  necessitating  the  tearing  out  of  188  linear  feet  of  the  old  con- 
crete section.  A  600  linear-foot  timber  chute  was  built  on  lateral  C 
of  the  Cedar  Valley  high  line.  Several  tap  boxes  and  other  minor 
structures  were  also  built  on  the  lateral  system. 

Montrose  and  Delta  system. — ^Three  hundred  and  sixty  linear  feet 
of  round  piles  8  feet  center  to  center  were  driven  as  a  protecticm 
for  the  dike  at  the  headworks  and  72  linear  feet  of  sheet  piling  were 
driven  as  a  protection  for  the  dike  and  also  to  form  an  abutment  for 
the  weir  to  be  placed  at  a  later  date.  Five  concrete  guide  walls  were 
built  in  the  sluiceway  of  the  headworks  to  facilitate  the  removal  of 
gravel.  Three  walls  were  found  to  be  ineffective  and  were  later  re- 
moved. Thirty-seven  cubic  yards  of  concrete  were  placed  in  abut- 
ment piers  for  a  highway  crossing  near  mile  post  1,  the  superstruc- 
ture or  which  will  be  built  by  and  at  the  e^>en8e  of  Montrose  County. 
The  drainage  trenches  to  prevent  diding  ox  the  main  canal  banks  near 
Happy  Camion  were  completed.  The  old  timber  flume  on  the  main 
line  over  Hfappy  Canycm  Creek  was  replaced  with  a  No.  204  twin 
semicircular  steel  flume  252  feet  long,  with  concrete  approaches,  the 
upper  approach  being  50  feet  long  and  the  lower  one  40  feet.  In 
order  to  prevent  seepage  at  the  ends  of  the  High  Mesa  siphon  it  was 
found  necessary  to  place  610  linear  feet  of  No.  84  bench  nume  on  the 
upper  mesa  and  1,350  linear  feet  on  the  lower  mesa.  Five  hundred 
linear  feet  of  No.  84  semicircular  steel  bench  flume  were  built  on  the 
Poverty  Mesa  lateral  to  prevent  excessive  seepage.  The  timber  work 
on  the  22  semicircular  steel  flumes  on  the  King  lateral  extension  and 
the  2  on  the  King  lateral  was  given  two  coats  of  paint ;  4.7  miles  of 
laterals  were  built  on  this  system.  Several  small  structures  such  as 
drops,  chutes,  headgates,  ana  bridges  were  built  on  the  lateral  system 
and  other  minor  structures  replac^  on  the  older  ditches. 

Lautsenhizer  system. — ^Two  timber  overflows  for  carrying  flood 
waters  over  the  main  canal  were  built  and  several  small  minor  struc- 
tures such  as  taps,  etc,  were  replaced. 

East  Canal  system. — ^A  contract  was  entered  into  under  date  of 
Au^st  80,  1913,  for  the  excavation  of  8.8  miles  of  the  East  Canal 
mam  line,  embracing  schedules  2  and  4  to  7,  inclusive.  The  con- 
tractor was  unable  to  complete  the  contract  at  the  specified  time  on 
account  of  the  severity  of  the  winter  conditions,  ana  two  extensions 
of  time  were  granted  to  him.  The  work  was  finally  completed  on 
March  14,  1914,  and  involved  the  total  excavation  of  81,867  cubic 
yards.  In  addition  to  the  foregoing  contract  work.  Government 
forces  excavated  schedules  1  and  8  of  the  main  line,  involving  the 
removal  of  25,250  cubic  yards;  completed  the  excavation  of  laterals 
1  and  2  and  Branch  ^^B"  of  lateral  2,  necessitating  the  removal  of 
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15,880  cubic  yards;  and  began  excavation  work  on  laterals  4  and  6 
during  the  latter  part  of  the  fiscal  year.  A  timber  headwork  sup- 
ported on  round  piles  and  having  10  gate  openinp;,  together  with 
sheet  piling  canal  and  river  protection  wings,  was  built.  Four  hun- 
dred and  eighty  linear  feet  of  continuous  sheet  piling  were  driven  on 
Division  1  as  a  protection  for  the  lower  bank  from  the  washing  of 
the  Uncompahgre  River,  and  a  timber  wasteway  was  built  at  Station 
38  in  connection  with  the  protection  piling.  A  concrete  lined  chan- 
nel, involving  the  excavation  of  300  cubic  yards  and  the  placing  of 
200  cubic  jBrds  of  concrete,  was  built  under  the  Denver  &  Rio 
Grande  Railroad  tracks.  Division.  3,  3,900  feet  long,  was  lined 
throughout  its  entire  length  with  a  timber  bench  flume  in  order  to 
prevent  excessive  seepage  into  the  town  of  Olathe.  A  temporary 
timber  bench  flume  1,000  feet  long  was  built  along  the  berm  of  the 
canal  bank  on  Division  5  in  order  to  continue  temporarily  the  irri- 
gation to  lands  formerly  watered  through  the  Colorow  Ditch,  but 
which  eventually  will  be  irrigated  from  the  Selig  Canal  system. 
Two  No.  228  semicircular  steel  flumes  of  the  C!olorado  Culvert  & 
Flume  Co.  type  were  installed ;  these  flumes  have  a  total  length  of 
832  feet,  are  supported  on  a  pile  foundation,  and  have  timber  ap- 
proaches at  both  ends.  Six  timber  checks  and  13  bridges  were  built 
along  the  main  line,  and  4  headgates,  7  bridges,  18  drops,  9  culverts, 
and  1  small  flume  were  built  on  the  lateral  system.  Numerous  other 
minor  structures,  such  as  taps,  etc.,  were  also  built  on  this  system. 

West  OanaZ  system, — ^The  contractor  completed  the  excavation  of 
schedule  2  of  the  West  Canal  extension  tunnel  in  July,  1913.  Thirty 
linear  feet  of  tunnel  were  driven  during  the  fiscal  year.  An  informal 
contract  was  entered  into  under  date  of  September  24,  1913,  for  the 
excavation  of  the  West  Canal  extension  lateral,  involving  the  exca- 
vation of  4,523  cubic  yards.  Government  forces  completed  the  exca- 
vation of  the  West  Canal  extension  from  station  830  to  station  1004. 
One  concrete  and  two  timber  wasteways  were  built  along  the  main 
line  at  Happy  Canyon  Creek,  Dolores  Creek,  and  Spring  Creek,  re- 
spectively. The  West  Canal  extension  tunnel  and  its  approaches 
were  lined  with  concrete,  620  cubic  yards  being  placed.  On  the 
Shavano  lateral,  concrete  approaches  were  built  to  tnree  semicircular 
steel  flumes,  and  a  reinforced  concrete  box  culvert,  60  feet  long,  and 
a  26-inch  reinforced  concrete  pipe  siphon,  77  feet  long,  were  also  con- 
structed. The  14  flumes  on  this  system  were  given  two  coats  of  paint, 
and  4  bridges,  2  bulkheads,  3  drops,  1  chute,  and  miscellaneous  taps 
and  other  structures  were  built 

Selig  Oa/nal  system, — ^A  contract  was  entered  into  under  date  of 
May  10,  1913,  for  the  excavation  of  6.2  miles  of  the  Lower  Selig 
Extension  Canal,  and  3.4  miles  of  the  Peach  Valley  lateral.  The  con- 
tractor was  unable  to  complete  the  work  at  the  specified  time  on  ac- 
count of  the  severity  of  winter  conditions  and  two  extensions  of  time 
were  as  a  consequence  granted  to  him.  The  work  was  finally  ccmi- 
pleted  in  February,  1914;  191,080  cubic  yards  were  excavated  and 
930  linear  feet  of  tunnel  driven.  A  contract  was  entered  into  under 
date  of  December  22,  1913,  for  the  excavation  of  2.05  miles  of  the 
Lower  Selig  Extension  Canal.  The  contractor  was  unable  to  com- 
plete the  work  at  the  specified  time  on  account  of  the  severity  of  the 
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winter  season,  and  an  extension  of  time  was  granted  to  him.  The 
work  was  completed  in  April,  1914,  29,676  cuBic  yards  being  exca- 
vated. An  informal  contract  was  entered  into  under  date  of  May 
29,  1914,  for  the  excavation  of  schedule  9  of  the  Upper  Sel^  Exten- 
sion Canal.  This  work  was  completed  in  June,  1914,  3,W1  cubic 
yards  being  excavated.  The  four  tunnels  on  the  Lower  Selig  Exten- 
sion Canal,  together  with  tiieir  approaches  were  lined  with  concrete, 
845  cubic  yards  of  concrete  being  placed.  One  No.  168,  608  feet  long, 
and  one  No.  156,  457  feet  long,  semicircular  steel  flumes  of  the  Colo- 
rado Culvert  &  Flume  Co.  type  were  installed.  These  flumes  have 
concrete  approaches  and  are  supported  on  a  timber  subbent  founda- 
tion. Four  bridgies  and  one  flood  chute  were  also  built  on  this 
system. 

GPBBATIGir  AND  ICAIKTEKAKCE. 

During  the  season  of  1913  the  Reclamation  Service  supplied  and 
distributed  water  for  the  irrigation  of  31,428  acres  of  land,  19,190 
acres  of  which  were  supplied  from  the  Montrose  and  Delta  Canal 
ssystem;  6,885  acres  from  the  Loutsenhizer  Canal  system;  3,817  acres 
from  the  South  Canal  system;  and  1,536  acres  from  the  West  Canal 
system.  The  following  private  canals.  North  Mesa,  Delta  Chief, 
Homerun,  Logan,  Colorow,  Chipeta,  Selig,  and  Garnet,  were  sup- 
plied with  Gunnison  water  and  6,054  acres  were  irrigated  under  them. 
During  the  season  182,191  acre-feet  of  water  were  diverted  into  the 
canals  operated  by  the  service,  160,056  acre- feet  of  this  amount  being 
delivered  to  the  land.  All  water  was  furnished  on  a  rental  basis,  the 
charge  being  $80  per  second-foot  per  season  for  all  consumers  along 
the  Montrose  and  Delta  and  South  Canals ;  those  consumers  possess- 
ing water  rights  in  the  Loutsenhizer  Canal  were  assessed  |20  per 
second-foot  for  UncompahOTe  water  and  $60  additional  per  second- 
foot  for  Gunnison  water.  Private  canals  were  furnished  with  Gun- 
nison water  at  the  South  Canal  outlet  at  the  rate  of  $60  per  second- 
foot.  The  operation  of  the  Gunnison  Tunnel  and  South  Canal  con- 
tinued until  October  10, 1913,  except  for  two  shutdowns  of  two  days 
to  make  minor  repairs.  Operation  during  the  1914  season  began 
on  these  features  on  April  19, 1914.  The  Montrose  and  Delta  Canal 
was  operated  continuously  except  for  average  weekly  shutdowns  in 
order  to  sluice  out  gravel  from  the  headworks,  and  except  for  the 
shutdown  on  May  12  to  repair  the  temporary  dam  at  the  headworks 
and  also  on  June  8  and  9  to  remove  the  sluiceway  guide  walls  and 
gravel.  The  operation  of  the  old  High  Mesa  lateral  was  abandoned 
m  August,  1913,  on  account  of  sidehill  slipping,  and  it  was  neces- 
sary thereafter  to  furnish  irrigating  water  for  Hi^h  Mesa  through 
the  siphon.  Considerable  trouble  was  experienced  m  operating  this 
new  lateral  on  account  of  excessive  seepage  near  both  ends  of  the 
siphon,  due  to  the  gravel  and  gypsum  formation.  Some  difficulty 
was  also  experienced  in  operating  the  new  Poverty  Mesa  lateral  on 
account  of  the  ^ound  formation.  The  operation  of  all  the  other 
canals  was  practically  continuous.  During  the  irrigation  season  the 
operating  force  was  employed  in  regulating  the  distribution  of  water 
and  in  making  minor  repairs,  and  during  the  remainder  of  the  year 
the  force  was  engaged  in  cleaning  the  canals  of  vegetable  growth  and 
deposits  of  sand  and  in  repairing  and  instaUing  structures. 
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Historical  review,  Uncompahgre  Valley  project. 


Item. 


1909 


1910 


1911 


1913 


1913 


1914 


Acreage  for  which  service  was  prepared 

to  supply  water 

Acreage  irrigated 

Miles  of  canal  operated 

Water  diverted  (acre-feet) 

Water  delivered  to  land  (aore^eet) 

Per  acreof  land  irrigated  (acre-feet) 


20,000 
16,600 
117.5 
73,968 
73,988 
4.6 


24,000 

17,060 

129.3 

106,335 

106,765 

6.26 


30,000 
20,996 
181.0 
113,708 
118,789 


44,500 
37,887 
310.7 
130,932 
133,912 
4.81 


48,000 
81,438 
338.0 
182,191 
160,066 
&.00 


6&000 

37:850 

338.0 

300,000 

186,750 

5.00 


SETTI.EMEKT. 

Ko  public  land  under  this  project  is  open  to  entry  at  the  present 
time,  and  no  public  notices  have  been  issued.  The  only  settlement 
that  has  taken  place  in  the  past  few  years  has  been  due  to  either  the 
transfer  of  private  lands  or  to  entries  made  prior  to  July  27,  1908. 
Many  owners  have  subdivided  their  holdings  and  have  sold  small 
tracts  to  new  settlers.  Pepper  &  Co.,  owners  of  an  old  stock  ranch 
of  several  himdred  acres  west  of  Montrose,  have  worked  up  a  unique 
and  successful  method  of  disposing  of  their  excess  holdings.  The 
ranch  was  cut  up  into  5,  10,  and  20  acre  farms,. with  roads,  lateral 
ditches  to  each  tract,  and  connections  with  the  Olathe  city  water 
supply,  put  in  for  domestic  use.  These  farms  were  then  sold  to 
prospective  farmers  without  any  cash  payment  down.  Each  pur- 
chaser contracted  to  pay  a  certain  percentage  of  his  crop  on  the 
purchase  price  of  the  land.  Sales  have  been  made  at  about- $200 
per  acre,  but  no  more  than  20  acres  were  sold  to  an  individual. 

There  is  no  experiment  farm  on  the  project,  but  considerable 
interest  is  manifested  in  the  work  the  Colorado  Agricultural  Colle^ 
is  accomplishing  in  experimental  work.  Once  each  year  an  agri- 
cultural special  train  passes  through  the  State  and  spends  several 
hours  in  each  town.  Exhibits  of  various  crops  are  shown  and 
lectures  given,  and  this  yearly  demonstration  has  proven  to  be  of 
great  interest  and  success.  The  farmers  in  various  localities  have 
formed  clubs  and  are  doing  much  beneficial  work  in  a  cooperative 
way.  A  farmers'  grang:e  has  been  organized,  the  chief  purpose  being 
to  secure  better  prices  in  supplies  that  have  to  be  purchased.  For 
instance,  coal,  sugar,  flour,  lumber,  ete.,  are  purchased  in  carload 
lots  and  a  consequent  saving  to  the  farmers  is  thereby  effected. 

Settlement  data,  Uncompahgre  Valley  project. 


Item. 


1913 


1913 


1914 


Total  number  of  forma  on  project 

Population  of 

Number  of  irrigated  farms 

Operated  by  owners  or  managers. . .. 

operated  by  tenants 

Population  of. 

Number  of  towns 

Population  of. 

Total  population  in  towns  and  on  farms. 

Number  of  public  schools 

Number  of  churches 

Number  of  banks 

Total  capital  stock 

Total  amount  of  deposits 

Total  number  of  depositors 

Number  of  relinouishments 

Number  of  cancellations 


1,345 

6,171 

1,346 

No  data. 

No  data. 

6,171 

8 

6,830 

11,491 

No  data. 

No  data. 

No  data. 

No  data. 

No  data. 

No  data. 

3 

7 


1,844 

4,365 

1,844 

839 

505 

4,365 

3 

6,400 

10,666 

36 

No  data. 

NotTata. 

No  data. 

No  data. 

No 


1.479 
6,300 

990 

550 

6,300 

8 

6,500 

11,700 

33 

33 

8 

1436,000.00 

$1,693,613.64 

6,960 
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The  season  of  1913  was  a  fair  crop  year,  with  better  than  average 
prices,  and  has  improved  the  financial  condition  throughout  the 
valley.  Alfalfa,  potatoes,  oats,  wheat,  sugar  beets,  and  apples  had 
the  largest  acreage  in  the  order  named.  Onions,  apples,  potatoes, 
garden  and  sugar  beets,  in  the  order  named,  gave  the  largest  return 
per  acre  of  crop.  Potatoes,  alfalfa,  apples,  sugar  beets,  wheat,  and 
oats,  in  the  order  named,  gave  the  largest  per  cent  of  total  returns. 
The  potato  crop  was  slightly  below  normal  on  account  of  the  ex- 
tremely dry  spring.  The  alfalfa,  wheat,  and  oat  yield  was  about 
normal,  and  the  apple  crop  was  slightly  above  normal.  Very  little 
smudging  was  required  during  the  growing  of  the  fruit  crop.  The 
sugar-beet  yield  was  below  normal^  due  to  the  dry  roring  and  shortage 
of  water  under  some  canals  at  critical  periods.  Onions  averaged  a 
fair  yield,  but  the  acreage  was  low  on  account  of  the  low  prices  re- 
ceived during  1912.  The  outlook  for  1914  is  very  good.  The  fruit 
is  in  excellent  condition  and  no  dama^  whatsoever  has  been  expe- 
rienced tfojn  the  spring  frosts.  The  yield  from  the  first  cutting  of 
alfalfa  was  rather  light  and  some  slight  damage  was  done  to  this  crop 
by  the  ravages  of  a  species  of  cut  worm.  The  sugar-beet  acreage  will 
be  rather  low  on  account  of  the  reduction  in  contract  prices  offered 
by  the  sugar  factories  for  tiie  1914  season. 


Crop  report,  Unconupahgre  Valley  project,  year  of  191S} 

Area, 
acres. 

Unit 
of  yield. 

Yields. 

Values. 

dope. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

^uSSifuhfty 

10,645 

18 

1,661 

m 

66 

2,263 
144 
20 

n? 

67 

40 

81 

444 

4,7»7 

160 

060 

106 

14 

241 

23 

6,364 

14 

8,031 

82 

836 

• 

Ton,.... 
Bushel.. 

Bushel.. 
...do.... 

Ton..... 
...do.... 

Ton 

Pound.. 

28,716 

20 

7,000,960 

8816 

752 

16,071 

81 

16 

4,683 

138 

42,168 

2.7 
1.6 

13.7 

7.6 

.6 

.8 

40.0 

2.4 

1,054 

17.48 

0.38 

.018 

.37 

2.34 

6.46 

7.36 

12.00 

1.00 

6.68 

.077 

272 

128,027 

T,421 

1762 

02,471 

606 

180 

4,672 

777 

6S:S§ 

V90 

160 

604 

2,378 

374,633 

421 

67,504 

2,185 

S20.82 

AUU&seed. 

15.11 

Apples 

82.60 

BSey......!;!!!!... 

14.66 

Beans 

82.00 

Beets,  sncar 

40.88 

Cloyflr  hay 

4.14 

Ckyverseed 

0.00 

Coin,  Tndlan 

40.28 

Com  fodder 

13.63 

Frnlt.snm11 

81.00 

Garden        

60.00 

Hw : 

Ton 

Bushel.. 
...do.... 

674 
130,247 
80,428 

1.3 
20 
246.4 

6.27 
.43 
.68 

&10 

oS:::::::::::::::::::::: 

12.43 

OnVn»  . 

167.05 

Pasture. 

3.00 

Vm/^tm 

Pound.. 
...do.... 

Bushel.. 

Pound.. 

Bushel.. 
...do.... 
...do.... 

1,825 

3,200 

452 

04,600 

726,066 

302 

86,102 

0.4 
220 
1.0 

lk4 
21.6 
21.7 

.030 
.06 

1.53 
.025 
.52 

1.30 
.70 

a  37 

Peais 

11.43 

Peas. 

2.88 

Prunes 

103.40 

Potatoes,  Irish 

00.06 

Rye '. 

80.00 

m«t:::;;::::::::::::::: 

17.17 

Ifli^n^l^ri^lA^q 

26.66 

Less  duplicated  areas 

Total 

30,366 

006,153 

32.77 

. 

'^*;*;e"^,2!2' 

2,214 

1414 

774 

60 

8,400 

Nonbesrinff  or^iard 

Qroond  fiiu  plowed 

MfsoeUaneous 

Total 

1,062 

Total  irrigated 

31,428 

== 

- 

=== 

>  Umlted  to  anas  ixtigated  from  system  operated  by  Reclamation  Service,  elhninatlng  areaa  imderprl- 
^te  canals,  Inoladed  in  reports  for  former  years,  even  where  these  use  some  Gunnison  water.  J  O  v  I V^ 
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Crop  report,  Uncompahgre  VaUey  project,  year  of  191S — Ck>ntiiiued. 


Aims. 


Acns. 


Number 
otiaims. 


Total  irrigable  area  iiEurms  nported 

Total  irrigated  area  farms  reported 

Under  rental  and  carriage  contracts . 
Total  cropped  area  (ianns  reported. 


52,015 
31,428 
31,428 
30,386 


JFTNAJSfClAL  STATEHENTS. 

Assets,  Uabiliiies,  reserves,  and  capital,  Uncompahgre  VaUey  project,  to  June 

SO,  1914, 


Gash  in  other  employees'  hands  awaiting  transfer  to  fiscal  agent..  $16. 20 

Accounts  receivable: 

Uncollected  miscellaneous  items 1, 240. 00 

Inventories : 

Mercantile  stores  stock  on  hand $&5. 00 

Animals 4, 585. 00 

Mechanical  and  other  equipment 28, 268. 12 

Material  and  supplies  on  hand  in  storehouses 46, 901. 09 

Goods  In  transit 925.28 

Unadjusted  transfers  between  projects 72.56 

Undistributed  cost  (freight  and  handling  on  in- 
ventory property) 700.76 


Total - 81, 547. 81 

Construction  work  In  process: 

Gross  expenditures  for  construction  of  project 

to  date , 5, 613, 095. 20 

Less  revenue  earned  during  construction  as 
follows : 

Rentals  of  cottages $17, 841. 98 

Rentals  of  irrigation  water    231,791.39 

Profits  on  mess  houses 8, 488. 88 

Profits  on  mercantile  stores-      20, 792. 55 

Profits  on  hospitals 1, 353. 10 

Contractors*  freight  refunds       2,646.66 
Adjustments : 

Depreciation   on    plant   and 

equipment 3, 269. 49 

Profits  shown  on  Government 

animals 10, 409. 95 


Total  deductions 296, 594. 00 


Net  expenditures  for  construction  of  project  to  date 5, 316, 501.  20 

Total  assets 5, 399, 305.  21 

LIABILITIES,  BESEBVES,  AND  CAPITAL. 

Accounts  payable: 

Unpaid  labor $8,206.88 

Unpaid  purchases .- 4, 745. 69 

Unpaid  contract  estimates 105.78 

Unpaid  contract  holdbacks 100. 00 

Unpaid  freight  and  express  charges .  5, 947. 30 

Unpaid  passenger  fares 93.40 

Unpaid  agreements  to  purchase  real  estate 1, 214. 00 

Unredeemed  coupon  books 444.35 

Unredeemed  meal  tickets 52. 50 

Total 20, 909. 90 
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Net  investm^t: 

DisDuraements $5, 027, 007. 73 

Transfers  received  from  other 

projects 131, 579. 04 


$5,768,586.77 


CJoUections 351, 396. 62 

Transfers  Issued  to  other 

projecte l 28. 794. 84 


380, 191. 46 


Total $5, 378, 395. 31 


Total  liabilities,  reserves,  and  capital  investment  of 

the  Government 5, 399, 305. 21 

Functional  feature  costs  of  Uncomfiahffre  Valley^  project  to  June  SO,  19H. 

Development  (storage)  works $12,111.53 

Carriage  system 3, 744, 789. 89 

Distribution  system 1, 194, 540. 91 

Drainage  and  flood  protection  system 776. 04 

Power  system 262. 50 

Real  estate 15, 776. 31 

Telephone  lines 6, 190. 45 

Farm  unit  subdivisions 3, 224. 23 

Roads  and  bridges J 24,376.78 

Miscellaneous  preliminary  investigations 277,205.94 

Operation  and  maintenance  during  construction 333, 840. 62 


Gross  building  expenses  of  project  to  date 5, 613, 095. 20 

Estimated  cost  of  contemplated  toork,  Uncompahgre  Valley  project,  during 

fiscal  year  1915. 

Development  (storage)  works: 

Taylor  Park  Dam $5,000. 00 

Carriage  system: 

Gunnison  Tunnel $100, 000. 00 

Gunnison  River  weir 5, 000. 00 

South  Canal  system 16,000.00 


121, 000. 00 


Distribution  system: 

Purchase  of  canals  and  rights  of  way 150, 0(X).  00 

Buildings 4, 000. 00 

South  Canal  system 3, 000. 00 

Montrose  and  Delta  Canal  system 29, 000. 00 

Loutsenhizer  (3anal  system 4, 000. 00 

Bast  Canal  system 157, 000. 00 

West  Canal  system .^ 25, 000. 00 

Selig  Canal  system 122, 000. 00 

Ironstone  Canal  system 168, 000. 00 

Garnet  Canal  system 5, 000. 00 

667,000.00 

Drainage  and  flood  protection  system :  South  Canal 1, 000. 00 

Farm  unit  subdivisions 2, 000. 00 

Roads  and  bridges: 

Montrose  and  Delta  system 1, 000. 00 

East  Canal  system 3, 000. 00 

Selig  Canal  system 3, 000. 00 

Ironstone  Canal  system 2, 000. 00 

9, 000. 00 
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Operation  and  maintenance  during  construction:  « 

Gunnison  Tunnel $9, 000. 00 

South  Canal  system 20,000.00 

Montrose  and  Delta  system 20,000.00 

Loutsenhlzer  Canal  system 6,000.00 

West  Canal  system 6, 000. 00 

Bast  Canal  system 8,000.00 

Selig  Canal  system , 8, 000. 00 

Garnet  system 3, 000. 00 

Contingencies ^ 20,000.00 

$100, 000. 00 

Total 906,000.00 


Digiti 


zed  by  Google 


IDAHO,  BOISE  FB07ECT. 

G.  H.  Bliss,  project  manager,  Boise,  Idaho ;  G.  H.  Paul,  construction  engineer, 
Arrowrock  Dam,  Arrowrock. 

(For  Results  to  June  SO,  19H,  and  Data  far  Complete  Projects,  see  appendix.) 

LOCATION. 

Comities:  Ada,  Boise,  Canyon,  and  BImora 

Townships :  1  S.  to  5  N.,  Rs.  6  W.  to  6  E.,  Boise  meridian,  and  Tps.  21  and  22 
S.,  R.  46  E.,  Willamette  meridian. 

Railroads:  Oregon  Short  Line;  Boise,  Nampa  &  Owyhee;  Idaho  Northern; 
Idaho  Traction ;  Arrowrock. 

Railroad  statloi\^  and  estimated  population  January  1,  1914:  ^Ise,  20,000; 
Nampa,  4,500;  Caldwell,  4,000;  Meridian,  650;  and  Kuna,  200. 

W  ATEB  SXTPPLT. 

Source  of  water  supply :  Boise  River. 
Area  of  drainage  hasin :  2,610  square  miles. 

Annual  run-off  In  acre-feet  of  Boise  River  near  Highland  (2,610  square  miles), 
1895  to  1913:  Maximum,  3,100,000;  minimum,  1,200,000;  mean,  2,500,000. 

AOBICTJIiTlTBAIi  AND  CLIMATIC  CONDITIONa 

Area  for  which  the  service  is  prepared  to  supply  water  season  1914,  243,000 
acres,  including  18,000  acres  of  lands  in  territory  of  New  York  Canal  Co.  and 
36,000  acres  of  doubtful  land. 

Area  under  water-right  applications  and  rental  contracts  season  1914,  84,360 
acres;  under  special  contracts,  18,000  acres. 

Length  of  irrigation  season :  From  April  1  to  October  31 — 214  days. 

Average  elevation  of  irrigable  area :  2,500  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area:  At  Boise  station  for  35  years, 
13.50  inches ;  1913, 16.04  Inches.    Year  considered  comparatively  wet 

Range  of  temperature  on  Irrigable  ar^ :  —28*  to  107*  F. 

Character  of  soil  of  Irrigable  area :  Clayey  loam,  light  sandy  loam,  and  sandy 
loam. 

Principal  products:  Alfalfa,  wheat,  oats,  potatoes,  apples,  prunes,  and  small 
fruit 

Principal  markets:  Boise,  Nampa,  Caldwell,  and  Meridian,  Idaho;  Portland, 
Greg. ;  and  eastern  cities. 

LANDS  OPBNED  FOR  IBBiaATION. 

The  project  has  not  yet  been  formally  opened. 

Limit  of  area  of  farm  units:  Public,  80  acres;  private,  160  acres. 

Duty  of  water :  2i  acre-feet  per  acre  per  annum  at  the  farm. 

CHBONOLOGICAL  STTHMABT. 

Reconnaissance  made  and  preliminary  surveys  begun  in  1902. 
Construction  recommended  by  board  of  engineers  February  15,  1905. 
Construction  authorized  by  Secretary  March  27,  1905. 

Main  canals  of  New  York  Canal  Co.  and  Idaho-Iowa  Lateral  ft  Reservoir  Co. 
acquired  March  3,  1906. 
First  Irrigation  by  Reclamation  Service,  season  of  1906. 
Boise  River  Dam  completed  September,  1908. 
Arrowrock  Dam  construction  authorized  January  6,  1911. 
Upper  Deer  Flat  embankment  completed  March,  1911. 
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Deer  Flat  Forest  embankment  completed  June,  1911. 

Lower  Deer  Flat  embankment  completed  January,  1912. 

Boise  River  power  plant  completed  May,  1912. 

Pioneer  district  drainage  started  in  November,  1913. 

Project,  exclusive  Boise  River  storage  and  exclusive  Pioneer  drainage,  80  per 
cent  completed  June  30,  1914. 

Pioneer  drainage  30  per  cent  completed  June  30, 1914. 

Project,  inclusive  of  Boise  River  storage  and  Pioneer  drainage,  6B  per  ceat 
completed  June  30,  1914. 

IBBIOATIOK  PLAN. 

The  irrigation  plan  of  the  Boise  project  provides  for  storage  of  water  in  tlie 
Arrowrock  Reservoir  on  Boise  River  about  20  miles  above  Boise  and  in  the  Deer 
Flat  Reservoir  near  Caldwell  and  Nampa,  Idaho ;  the  diversion  of  water  from 
Boise  River  by  the  Boise  River  Dam  about  8  mUes  above  Boise;  the  distribn- 
tion  of  water  on  the  south  side  of  Boise  River  through  the  Main  Canal  leading 
from  the  dam  to  the  Deer  Flat  Reservoir;  distributing  laterals  heading  in  the 
Main  Canal ;  distributing  canals  heading  in  the  Deer  Flat  Reservoir ;  and  dis- 
tributing canal  systems  heading  in  the  Boise  River  below  the  Boise  R4ver  Dam ; 
and  the  distribution  of  water  on  the  north  side  of  the  Boiqp  River  to  a  small 
area  of  land  east  of  Boise  through  a  canal  system  heading  at  the  Boise  River 
Dam.  The  United  States  claims  all  waste,  seepage,  spring,  and  percolating 
water  arising  within  the  project  and  proposes  to  use  such  water  in  connection 
therewith.  The  Boise  River  Dam,  the  Deer  Flat  Reservoir,  and  the  entire  canal 
i^ystem,  except  a  few  minor  ditches  and  structures,  are  completed.  Constmction 
work  on  the  Arrowrock  Reservoir  is  in  progresa 

COKSTBUCTIOIT  DUBIKO  FISCAL  YEAR. 

Storage  tmit  (Arrowrock  Dam  and  related  features). — ^The  Boise 
power  plant  has  furnished  all  the  electric  power  necessary  for  the 
construction  work  at  Arrowrock,  and  a  large  amount  of  the  surplus, 
amounting  to  about  40  per- cent  of  the  output  during  the  year,  has 
been  sold  to  the  Idaho-Oregon  Light  &  Power  Co. 

The  Boise  &  Arrowrock  Railroad  has  been  operated  successfully 
throughout  the  entire  year.  At  the  beginning  of  the  working  season 
of  1914  the  railroad  crew  was  reorganized,  and,  in  addition  to  the 
regular  freight  and  passenger  train,  gravel  trains  hauling  concrete 
material  from  the  screening  plant  at  diversion  dam  to  the  concrete 
plant  at  Arrowrock  were  put  mto  service,  and  have  since  been  operat- 
mg  two  shifts  per  day. 

Operations  at  the  Cottonwood  sawmill  were  continued  until  all 
the  available  timber  within  easy  reach  of  the  mill  had  been  cut  and 
sawed  into  lumber.  The  mill  was  then  dismantled  and  the  machin- 
ery put  in  storage. 

The  second  section  of  the  dam,  which  was  started  early  in  the  fiscal 
year,  was  completed  during  the  working  season  of  1913.  With  the 
exception  of  a  small  section  across  the  lava  bench  on  the  south  side 
of  the  river,  the  whole  dam  is  now  completed  up  to  about  elevation 
8060,  and  the  highest  section  is  completed  to  about  elevation  3100, 
which  is  about  240  feet  above  the  lowest  point  of  bedrock.  Nearly 
300,000  cubic  yards  of  concrete  have  been  placed  during  the  fiiscal 
year. 

The  concrete-mixing  plant  was  moved  and  remodeled  during  the 
winter  of  1918-14,  since  all  the  concrete  material  available  from  the 
river-bed  excavation  had  been  used  up,  and  a  plant  of  different  de- 
sign was  needed  to  handle  concrete  material  brought  in  on  the  rail- 
road. 
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All  excavation  is  completed,  excepting  a  small  amount  of  trimming 
of  abutments  as  the  concrete  worK  progresses,  and  the  removal  of 
some  lava  rock  until  suitable  foundation  is  reached  for  the  short 
section  of  the  dam  just  mentioned,  on  the  south  side  of  the  river. 

The  rough  excavation  on  the  spillway  was  completed  during  De- 
cember, 1913,  and  the  bottom  and  slopes  of  the  spillway  trencn  are 
now  being  trimmed  up  preparatory  to  placing  tne  reinforced-con- 
crete  lining. 

The  CTavel  pit  where  concrete  material  for  the  completion  of  the 
dam  is  Deing  obtained  was  opened  up  along  the  line  of  the  railroad 
near  diversion  dam,  and  the  steam-snovel  outfit  has  been  moved  to 
that  point,  where  it  is  being  operated  two  shifts  per  day.  A^  screen- 
•  ing  plant  was  also  erected  at  that  point,  where  this  material  is  being 
screened  before  being  hauled  to  Arrowrock. 

The  sand-cement  plant  has  been  operated  throughout  the*  year 
during  the  time  that  concrete  operations  have  been  carried  on  and  has 
furnished  all  the  sand  cement  required  for  the  construction  of  the 
dam.  The  total  output  of  the  mill  during  the  fiscal  year  has  been 
about  280,000  barrels. 

The  five  5- foot  slide  ^tes  for  the  sluicing  outlets  at  river  level  have 
been  delivered,  and  their  installation  is  completed.  The  seven  regu- 
lating outlets  and  the  three  power  outlets  through  the  dam  at  eleva- 
tion 3018  have  been  built,  and  the  balanced  valves  for  these  outlets, 
as  well  as  for  the  10  regulating  outlets  at  elevation  3105,  have  been 
contracted  for. 

A  rolling  dam  was  installed  in  the  l(^way  at  diversion  dam  for  the 
purpose  of  getting  a  greater  available  head  at  the  Boise  power  plant 
and  a  greater  maximum  flow  into  the  New  York  Canal  during  the 
low- water  period. 

Main  Canal. — ^During  the  year  very  little  construction  work  has 
been  undertaken  on  the  Main  Canal  with  the  exception  of  a  rein- 
forced-concrete  stand  box  at  the  outlet  of  Eagleson-Kerr  tap,  station 
436,  and  the  ffraveling  and  paving  of  a  considerable  portion  of  the 
banks  of  the  Main  Canal  above  Indian  Creek  to  prevent  erosion. 

Deer  Flat  Reservoir. — ^No  construction  work  has  been  undertaken 
except  the  puddling  of  new  land,  flooded  for  the  first  time  during  the 
season  of  1913.  The  reservoir  was  filled  during  the  year  to  a  height 
of  24.6  feet  above  the  sill  of  the  gates,  a  depth  of  7  feet  remaining  at 
the  end  of  the  irri^tion  season. 

Wasteways. — Additional  wasteways  were  provided  to  control  more 
effectively  the  delivery  of  water;  the  Sunnyslope  wasteway  was 
straightened  and  concrete  lined ;  and  better  wasteways  were  provided 
at  the  end  of  the  Nordica,  Fargo  High  Line,  Teed,  and  Ramsey 
laterals,  and  from  the  Mora  Canal  through  Bernard  Gulch. 

BRAIKAGE. 

Under  the  provision  of  a  contract  entered  into  with  the  Pioneer 
irrigation  district,  drainage  work  was  begun  in  that  district  in 
November,  1913.  From  that  time  until  the  end  of  the  fiscal  year  the 
work  was  prosecuted  practically  continuously  by  means  of  two  elec- 
trically operated,  drag-line  excavators.  On  July  30, 1914,  the  Elijah 
and  Mason  Creek  drains  were  about  completed.  These  are  both  open 
drains  located  in  natural  depressiona    They  are  intended  to  serve 
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for  carrying  the  surface  waters  which  accumulated  from  irrigation 
and  other  sources  in  these  low  depressions,  as  well  as  for  loweriog 
and  controlling  the  groimd  waters.  The  drains  are  consequently 
classed  as  deep  drains. 

In  all  of  the  drains  so  far  constructed  large  amounts  of  water  have 
been  developed.  This  has  resulted  in  a  drying  up  and  lowering  of 
the  ground-water  table  in  the  slough.  The  effect  of  this  lowering 
of  the  water  table  in  the  depressions  is  also  to  cause  a  general  lower- 
ing over  the  higher  areas  adjacent  thereto  which  were  gradually 
becoming  threatened.  The  results  so  far  accomplished  seem  to  indi- 
cate that  deep  open  drains  so  located  in  the  low  depressions  as  to 
intercept  the  underground  flow  toward  them  will  be  effective  in  a 
great  measure  in  lowering  and  controlling  the  water  table  of  the 
district.  These  drains  will  also  act  as  main  outlets  for  the  drainage 
of  the  project  lands  situated  above  the  Pioneer  district. 

In  addition  to  the  drainage  work  carried  on  in  the  Pioneer  district 
preliminary  surveys  and  estimates  have  been  made  covering  drains 
m  portions  of  the  *Nampa-Meridian  and  Fargo  districts. 

OPERATION  AND  IIAINTENANCR 

During  the  season  of  1913,  76,265  acres  were  actually  irrigated, 
including  18,000  acres  of  New  York  Canal  Co.'s  lands,  as  compared 
with  61,y25  acres  in  1912.  The  water  obtained  by  Government  water 
users  was  rented  at  40  cents  per  acre-foot  for  early  water  and  60 
cents  per  acre-foot  for  late  water.  The  average  amount  used  was 
2.38  acre-feet,  at  an  average  cost  of  approximately  $1.20  per  acre. 
The  right  of  the  United  States  to  divert  water  from  the  Boise  River 
terminated  on  July  11  with  the  exception  of  a  short  period  there- 
after when  water  again  became  available  through  heavy  rains.  Water 
was  available  after  the  termination  of  the  flood- water  right  in  Boise 
River  by  an  exchange  of  the  water  in  the  Deer  Flat  Iteservoir  for 
the  older  rights  of  the  Riverside  and  Phyllis  canals  and  transfer 
to  the  Main  Canal  at  the  Boise  River  diversion  dam  for  rotation  on 
the  land  above  the  Deer  Flat  Reservoir.  The  rotation  of  the  water 
onto  the  higher  lands  proved  to  be  of  considerable  value  to  the  water 
users  on  those  lands  and  resulted  in  their  obtaining  generally  very 
satisfactory  crops. 

Pending  the  construction  of  the  Arrowrock  Reservoir,  which  is 
now  about  one-half  completed,  and  which  will  furnish  late  water  to 
all  lands  above  the  Deer  Flat  Reservoir,  these  lands  do  not  have  a 
complete  water  right,  and  exchange  water  must  be  resorted  to  in 
order  to  carry  them  through  the  season. 

Idaho-Iowa  Lateral  <&  Reservoir  Co?%  reservoirs. — ^In  accordance 
with  the  contract  entered  into  March  3,  1906,  between  the  United 
States  and  the  Idaho-Iowa  Lateral  &  Reservoir  Co.,  the  Kuna, 
Watkins,  and  Catherine  reservoirs  have  been  filled  by  the  United 
States  during  the  year. 

Maintenance. — During  the  year  a  number  of  wooden  structures, 
mostly  checks  and  weirs,  have  been  replaced  with  concrete  or  rubble 
masonry  structures  of  a  permanent  type.  Several  small  wasteways 
and  chutes  have  been  mortar  and  cobble  lined  to  prevent  erosion. 
All  of  the  canals  and  laterals  have  been  given  a  thorough  cleaning 
and  repairing  and  placed  in  excellent  operating  condition.    Several 
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thousand  feet  of  the  banks  of  the  Main  Canal  above  Indian  Creek 
have  been  gravel  lined  or  paved  to  prevent  wave  action.  Most  of  the 
maintenance  work  accomplished  during  the  year  was  in  connection 
with  the  repair  of  small  structures  and  ditches.  No  serious  breaks 
in  the  canals  occurred,  and  the  flow  of  water  was  constant  and 
satisfactory. 


JlistOfHcal  review,  Boise  project. 


Item. 


Acreage  for  which  service  was  prepared  to 
supply  water 

Acreage  inigated 

Miles  of  canals  operated 

Water  diverted  (acre-feet) 

Water  delivered  to  land  per  acre  of  land 
irrigated  (acre^eet) 


1909 

1910 

90,000 

33,377 

340 

232,181 

1911 

1912 

1913 

42,000 

21,300 

198 

177,124 

120,000 

45,575 

624 

337,963 

200,000 

61,725 

966 

370,056 

1207,000 

76,265 

960 

495,470 

2.39 

1.67 

1.79 

1.93 

2.38 

1 

1914 


1207,000 

84,360 

971 

500,206 


1  In  addition  there  are  36,000  acres  of  land  included  under  the  system  which  because  of  a  partial  water 
right  are  classed  as  doubtful. 
*  Not  yet  determined. 

SETTLEMENT. 

Conditions  pertaining  to  settlement  have  not  changed  materially 
during  the  year  and  the  present  population  is  considered  fairly 
permanent.  All  of  the  public  land  subject  to  filing  has  been  entered, 
and  there  remain  unentered  only  91  farm  units  that  under  the  acts 
of  June  25,  1910,  and  February  18,  1911,  are  not  subject  to  entry 
until  the  project  is  opened.  Comparatively  few  farm  units  have 
been  assigned  or  relinquished  during  the  year.  A  small  acreage 
of  State  land  under  the  project  has  been  sold,  and  a  few  pieces  of 
private  land  have  changed  hands.  There  are  387  water  users  under 
the  project  who  have  submitted  permanent  water-right  applications 
during  the  year. 

Settlement  data,  Boise  project. 


Item. 


1912 

1913 

2,391 

2450 

7,000 

7,600 

1,223 

1,575 

1,050 

1,350 

173 

225 

3,660 

4,275 

9 

10 

30,000 

30,350 

37,000 

37,850 

16 

18 

40 

45 

10 

11 

0) 

(0 
0) 

<'>i5 

None. 

None. 

1914 


1.  Total  number  of  farms  on  project 

2.  Population  of  (1) 

3.  Nomber  of  irrigated  Iktrms 

4.  Operated  by  owners  or  managers 

5.  (n>erated  by  tenants 

«.         Populatfcmof(3) 

7.  NomberolM^ 

K         PopuJ«!on  of  (7) 

9.  Total  population  in  towns  and  on^rms. 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banks 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  number  of  depositors 

16.  Number  of  relinquishments 

17.  Number  of  cancellations 


2,600 

8,000 

1,771 

1,521 

250 

5,313 

10 

30,400 

38,400 

20 

50 

11 

11,505,000.00 

17,326,479.23 

27,038 

10 

None. 


1  No  record. 
PBINCIFAL  CBOPS. 


During  the  season  of  1914  there  are  approximately  84,360  acres 
of  land  under  the  Boise  project  in  actual  cultivation,  including  18,000 
acres  irrigated  with  New  York  Canal  water.    Of  this,  33,740  acres, 
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or  40  per  cent,  are  in  hay ;  38,700  acres,  or  46  per  cent,  in  grain  and 
seed  crops;  4,200  acres,  or  5  per  cent,  in  orchard;  and  7,720  acres,  or 
9  per  cent,  in  miscellaneous  crops.     The  average  crop  returns  for 

1913  were  more  satisfactory  than  during  any  previous  year,  although 
the  grain  crop,  due  to  continued  hot  weather,  was  lighter  than  during 
average  years.  The  largest  increase  in  acreage  of  any  variety  of 
crop  during  1913  was  that  for  clover,  which  was  cropped  principally 
for  seed  with  gratifying  returns,  the  yield  being  large  and  tlie  seed 
of  good  quality.    The  prospects  of  a  good  yield  for  all  crops  during 

1914  are  excellent. 

Crop  report f  Boise  project ,  year  of  1913. 


Area, 
acres. 

Unit 
of  yield. 

YWds. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

TotaL 

Peracfe. 

^tSSifehay 

15,428 

344 

91 

5 

2,315 

119 

1 

2 

1,368 

3,244 

65 

2,862 

40 

96 

6 

459 

563 

3 

48 

6,877 

9 

10 

2,976 

39 

30 

8 

1,265 

13 

315 

2 

12,042 

1,447 

Ton 

Bushel.. 
Pound.. 
Bushel.. 
....do... 
....do... 

Ton 

....do... 
....do... 
Bushel.. 

Ton 

Bushel.. 
Pound.. 

Ton 

Pound.. 
Acre 

54,162.5 

598.8 

739,970.0 

600.0 

43,269.9 

1,414.9 

6.0 

10.0 

2,111.8 

15,056.9 

28.6 

67,819.0 

60,130.0 

313.9 

25,968.0 

3.5 

1.74 

8,095.95 

120.00 

18.69 

11.92 

10.00 

5.00 

1.54 

4.64 

.44 

20.19 

1,484.7 

3.27 

4,260.4 

15.60 

7.20 

.015 

.33i 

.50 

2.70 

8.00 

8.00 

7.00 

7.60 

60.00 

.70 

.Q2i 

7.00 

.017 

S297,8M 

4  311 

11,100 

200 

21,635 

3,820 

40 

80 

14,783 

112,937 

1,716 

40,473 

1603 

2,197 

456 

20,670 

6.«7 

480 
60,239 
374 
613 
27,493 
325 
625 
452 

922 

637 

64 

125,514 

$19.31 

Alfalfa  seed 

12.54 

Applee 

121.44 

Artichokes 

4a  00 

Barley 

9.34 

Beans 

82.18 

Beetfl,  manule 

80.00 

Beets,  sugar 

40.00 

Clover  hay 

10.81 

Clover  seed 

34.81 

Com,  broom 

26w40 

fV>rn,  Tndffm 

14.14 

Com,  pop 

37  12 

Com,  fooder 

22.80 

Fruit,  small 

74  75 

Gturden 

44.78 

Hav,  except  as  above 

Ton 

Acre 

722.5 

1.28 

7.00 

&98 
1L67 

Millet  seed 

Bushel.. 
....do... 
....do... 

Pound.. 

Acre.... 

326.0 

167,464.2 

747.0 

2,052.0 

6.76 
24.36 
81.2 
205.2 

.150 
.30 
.50 
.26 

10.14 

Oats 

7.31 

OnloDs 

40.60 

Onion  seed 

61  30 

Pasture 

9.34 

Peaches 

Pound.. 
Bushel.. 
Pound.. 
Bushel.. 
Pound.. 
Bushel.. 

Ton 

Bushel. . 

26,000.0 

148.7 

36,168.0 

113,087.8 

26,340.0 

1,061.6 

8.0 

190,172.3 

658.2 
4.9 
4,636.9 
90.1 
1,951.00 
3.4 
4.00 
15.8 

.0126 
4.20 

.0125 

.60 

.035 

.60 
8.00 

.66 

&23 

Peas 

30.68 

Prunes 

57.96 

Potatoes,  common 

Potatoes,  sweet 

45.05 
08.29 

Rye..... 

2.03 

SjMltS 

92  00 

Wheat 

10.42 

Total 

149,191 

1 

>802,994 

*16  33 

Irriflited,  no  crop: 

Nonbearing  orchard 

6.063 

1 

Young  alf^fa  and  young  j 
clover 5, 892 

1 

i 

Ground,  fall  plowed I,a53 

1 

MiscellMieous. 588 

1 

Less  duplicated  areas 6. 440 

1 

:::::::::::::::::::  :::::::::r::'"" 

Total 

Total  Irrigated 

' 

1 1 

7,156 

1 

'         ''          1 

1 

-     .-     1 

56,347 

^ 

1 



1 

Area.s. 


Number 
of  farms. 


Total  Irrigable  area  farms  reported . 
Total  irrigated  area  farms  reported 

Under  rental  contracts 

Total  cropped  area  f^ums  reported. 


86,130 
66,347.1 
56,347.1 
49,191.4 


1,377 
1,377 
1,377 
1,377 


1  Exclusive  of  79  farms  of  1,918  irrigated  acres  from  which  data  not  available,  and  316  farms  of  18,000 
Irrigated  acres  of  New  York  Canal  lands. 
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FINANCIAL  STATEMENTS. 
Assets,  liahUiiies,  reserves,  and  capital,  Boise  project,  to  June  SO,  19H. 

AS8XTB. 

Cash  in  other  employees*  hands  awaiting  transfer  to  fiscal  agent.  $26. 84 

Acoonnts  receivable: 

Uncollected  water  rentals $559.  83 

Uncollected  miscellaneous  items 17, 015. 56 


Inyentories: 

Mercantile  stores  stock  on  hand 9.531.93 

Animals 12, 196. 15 

Mechanical  and  other  equipment 356, 467.  29 

Materials  and  supplies  on  hand  in  storehouses—  88, 206. 77 

Goods  in  transit 22, 130.  80 

Unadjusted  transfers  between  projects 1,299.49 

Undistributed  cost  (freight  and  handling  on  in- 
ventory property) 3,051.63 


17, 576. 39 


492, 884. 06 


Constmction  work  in  process: 

Gross  expenditures  for  construction  of  project 
to  date 9, 837, 639. 56 

Bevenue  earned  during  construction,  as  follows : 

Bentals  of  cottages 16. 768. 37 

Rentals  of  grazing  lands 11,449.67 

Rentals  of  irrigating  water 189, 045. 33 

Rentals  of  power  and  light 49, 786.  90 

Miscellaneous  revenues 555. 24 

Profits  on  mess  houses 47, 420. 97 

Profits  on  mercantile  stores aS,  708.  55 

Loss  on  hospitals *  4, 239.  23 

Contractors  freight  refunds 13,030.71 

Forfeiture  by  defaulting  bidders  and  con- 
tractors    19, 167. 92 

Adjustments : 

Depreciation  on  plant  and  equipment 218, 360.  73 

Profit  shown  on  Government  animals 22,484.04 

Profit  on  operation  Boise  &  Arrowrock  Rail- 
road    31, 496. 98 

Total  deduction 649, 036. 18 

Net  expenditures  for  construction  of  project  to  date 9, 188, 603. 38 

Total  assets 9, 699, 089.  67 


LIABILITIES,  RESERVES,  AND  CAPITAL. 

Accoonts  payable: 

Unpaid  labor $66, 517.  94 

Unpaid  purchases 93, 012.  66 

Unpaid  freight  and  express  charges 135, 973. 36 

Unpaid  passenger  fares 158.  67 

Unpaid  agreements  to  purchase  real  estate 475. 00 

Unredeemed  coupon  books 804.  22 

Unredeemed  meal  tickets 312.76 

Unpaid  miscellaneous 2, 694. 69 

Total 299, 949. 30 

» Deduct. 
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Net  Investment  : 

Disbursements $9, 566, 339. 09 

Transfers   received   from   other 

projects 325,  558.  85 

$9,  891, 897.  94 

1^88 

Collections 402.  586.  40 

Transfers   Issued    to   other 

projects 90, 171. 17 

492,  757.  57 


Total $9, 399, 140. 37 


Total  liabilities,  reserves,  and  capital  Investment  of 

the  Government 9, 699, 080. 67 

Functional  feature  costs  of  Boise  project  to  June  SO,  1914. 

Development  (storage)  works $4,445,356.71 

Carriage  system 2, 031, 597. 91 

Distribution    system 2, 185. 943. 81 

Drainage  and  flood  protection ; 173,  836. 54 

Power  system 235,932. 75 

Real  estate 21, 749. 07 

Telephone   lines 34, 377. 50 

Farm-unit   subdivisions 63, 521. 17 

Roads  and  bridges 71.300.02 

Miscellaneous  preliminary  Investigations 66,961.83 

Operation  and  maintenance  during  construction 466, 752.  70 

Cost  ledger  Inventories 40, 309. 55 


Gross  expenditures  for  construction  of  project  to  date 9, 837, 639. 56 

Estimated  cost  of  contemplated  xcorks,  Boise  project,  during  fiscal  year  1915. 

Development  (storage)  works: 

Arrowrock  Reservoir $1,400,000.00 

Purchase  power  rights,  Boise  River 20,000.00 

Deer  Flat  Reservoir 20,000.00 


Distribution  system : 

Supplemental  construction 35, 000. 00 

From  Main  Canal 25,000.00 

From  Deer  Flat  Reservoir 35,000.00 


$1,440,000.00 


95, 000. 00 


Drainage  and  flood  protection : 

Pioneer  Irrigation  district 230,000.00 

Nampa  and  Meridian  irrigation  district 75,000.00 

Fargo  drainage 50, 000. 00 

Miscellaneous 25, 000. 00 

380,000.00 

Telephone  lines 500.  00 

Farm  units,  subdivision  maps,  etc. : 

Subdivision  Into  farm  units 6, 000. 00 

Farming  Government  lands 1,000.00 

Duty  of  water  investigations 5,000.00 


12,000.00 

Roads  and  bridges 2, 000. 00 

Miscellaneous  preliminary  Investigations  (water  supply) 3,000.00 

Operation  and  maintenance  during  construction 160, 000. 00 


Total - 2, 092, 600. 00 
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H.  M.  Schilling,  project  manager,  Rupert,  Idaho. 
(For  R€8ult8  to  June  30, 1914,  and  Data  for  Complete  Project/*,  see  apf)endix.) 

LOCATION. 

Counties :  Lincoln  and  Cassia,  Idaho ;  Jackson  Lake  Reservoir,  Uinta,  Wyo. 

Townships :  8  to  11  S.,  Rs.  22  to  25  R,  Boise  meridian ;  Jackson  Lake  Reser- 
voir, Tps.  44  to  46  N.,  Rs.  114  to  116  W.,  sixth  principal  meridian,  Wyoming. 

Railroads :  Oregon  Short  Line ;  Salt  Lake  &  Idaho. 

Railroad  stations  and  estimated  population  January  1,  1913:  Rupert,  1,000; 
Heybuin,  300;  Burley,  IJOO;  Ashton,  600;  Paul;  and  Marshfield. 

WATEB  STJPPLY. 

Source  of  water  supply :  Snake  River  supplemented  by  storage. 

Area  of  drainage  basin :  22,600  square  miles  above  diversion  dam. 

Annual  run-off  in  acre-feet  of  Snake  River  at  Montgomery  Ferry  and  Neely 
(16,000  square  miles),  1896  to  1913:  Maximum,  8,900,000;  minimum,  3,830,000; 
mean,  6.985,000.  South  Fork  of  Snake  River  at  Monin,  Wyo.  (980  square 
mUes),  1904  to  1913:  Maximum,  1,640,000;  minimum,  920,000;  mean,  1,330,000. 

AOBICXJLTUBAL  AND  CLIMATIG  CONDITIONS. 

Area  for  which  the  service  is  prepared  to  supply  water,  season  of  1914: 
116,400  acres. 

Area  under  water-right  applications  and  rental  contracts,  season  of  1014: 
304,205  acrea 

Length  of  irrigating  season :  From  April  1  to  October  31 — 214  days. 

Average  elevation  of  irrigable  area :  4,225  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area;  8}  years,  12.08  Inches;  1913,  12.16 
inches.    Relatively  dry. 

Range  of  temperature  on  irrigable  area :  —11'  to  100*  F. 

Character  of  soil  of  irrigable  area :  On  north  side  of  river  sand  and  sandy 
loam  predominate ;  about  one-third  of  the  area  is  clay  loam.  On  the  south  side 
of  the  river  the  soil  is  a  disintegrated  lava  ash. 

Principal  products:  Alfalfa,  grasses,  rye,  wheat,  oats,  sugar  beets,  potatoes, 
small  fruit. 

Priucipal  markets.  Pocatello,  Idaho;  Salt  Lake,  Utah;  Butte  and  Helena, 
Mont. 

LANDS  OPENED  FOB  IBBIGATION. 

Dates  of  public  notices  and  orders  relating  thereto  (gravity  unit)  :  Public 
notices— March  9,  1907;  November  23,  1908;  February  11,  March  30.  1909;  Feb- 
ruary 7,  March  22.  June  10,  October  13,  November  3  and  25,  1910 ;  January  23, 
December  30,  1911;  March  21,  1912.  Orders— July  19.  December  10,  1907;  July 
9.  1908;  December  27,  1910;  March  18  and  31,  May  4,  June  8.  1011;  February 
26,  March  19  and  25,  July  21,  1913;  January  19,  March  26  and  31,  1914. 
(South  side  pumping  unit) :  Orders— March  24,  1911;  March  19,  May  13,  Octo- 
ber 10,  1912;  March  25,  1913;  March  23,  1914. 

Location  of  lands  opened :  Tps.  8  to  10  S.,  Rs.  22  to  25  E.,  Boise  meridian. 

Present  status  of  irrigable  lands  oi)ened :  63,295  acres  entered  subject  to  the 
reclamation  act ;  929  acres  open  to  entry ;  6,914  acres  of  State  land ;  287  acres  in 
private  ownership. 

Limit  of  area  of  farm  units :  Public,  80  acres ;  private,  160  acres. 
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Duty  of  water :  3  acre-feet  per  acre  per  annum  at  the  farm. 

Building  charge  per  acre  of  irrigable  land :  $22,  $30,  and  $40. 

Annual  operation  and  maintenance  charge:  $1.50  and  $1.75  per  acre  of 
irrigable  land.  About  36,000  acres  in  the  south  side  pumping  unit  were  irri- 
gated in  1913  on  a  rental  basia 

CHBONOLOGICAL  SUMKABY. 

First  surveys  with  reference  to  storage  possibilities  in  1902. 
Reconnoissance  and  preliminary  surveys  for  main  project  begun  March,  1903. 
Ck>nstruction  recommended  by  board  of  engineers  March  21,  1904. 
Construction  authorized  by  Secretary  April  23,  1904. 
Minidoka  Dam  completed  September,  1906. 

Temporary  dam  on  the  Moran  site,  Jackson  Lake,  completed  in  1907. 
First  irrigation  by  Reclamation  Ser\'ice,  season  of  1907. 
Jackson  Lake  Dam  completed  November  25,  1911. 

Contract  for  enlargement  of  Jackson  Lake  reservoir  entered  Into  February 
25,  1913. 

Gravity  unit  86  per  cent  completed  June  30,  1914,  including  drainage. 

South  side  pumping  unit  95  per  cent  completed  June  30,  1914. 

Entire  project  91  per  cent  completed  June  30,  1914,  including  drainage^ 

IBBIGATION  PLAN. 

The  irrigation  plan  of  the  Minidoka  project  provides  for  the  diversion  of 
the  waters  of  Snake  River  by  a  combined  storage,  diversion,  and  power  dam 
about  6  miles  south  of  Minidoka,  Idaho,  into  two  canal  systems,  one  on  eith^ 
side  of  the  river,  watering  lands  in  the  vicinity  of  Acequia,  Rupert,  Heybum, 
and  Hurley,  Idaho.  Power  developed  at  the  dam  is  utilized  primarily  for  pump- 
ing water  from  the  canals  to  irrigate  high  lands,  but  also  for  pumping  fbr 
drainage  purposes,  and  for  furnishing  heat,  light,  and  current  for  commercial 
use  to  the  towns  on  the  project  and  the  farms  adjacent  to  them.  The  United 
States  claims  all  waste,  seepage,  spring,  and  percolating  water  arising  within 
the  project  and  proposes  to  use  such  water  in  connection  therewith.  Storage 
for  the  project  is  prjv'ded  mainly  by  a  reservoir  constructed  in  the  upper  drain- 
age basin  of  Snake  Iliver,  at  Jackson  Lake,  Wyo.  This  is  supplem^ited  by 
the  reservoir  formed  by  the  Minidoka  Dam  and  known  as  Lake  Walcott  Jack- 
son Lake  Dam,  as  originally  planned,  and  Minidoka  Dam  are  completed.  It  is 
now  proposed  to  raise  Jackson  Lake  Dam  17  feet.  The  irrigation  system  for 
the  gravity  unit  and  the  south  side  pumping  unit  and  the  drainage  system  for 
the  gravity  canals  are  under  construction. 

CONSTRUCTION  DURING  FISCAL  YEAR. 

Buildings. — ^Three  frame  cottages  were  built  at  the  diversion  dam 
for  the  accommodation  of  employees. 

Radial  gates — During  the  fall  of  1913  a  series  of  four  radial  gates, 
each  10  feet  wide  by  12  feet  high,  was  installed  in  the  spillway  of 
the  Minidoka  Dam  to  aid  in  reflating  the  discharge  of  water  irom 
Lake  Walcott  and  also  to  permit  water  to  be  drawn  below  the  spill- 
way crest  if  desired. 

A^orth  Side  Canal  system. — ^The  rebuilding  of  laterals  in  the 
gravity  unit  was  continued  and  several  weirs  and  orifices  were  in- 
stalled. The  West  End  pumping  system  was  operated  throughout 
the  season  and  gave  satisfactory  service.  Two  small  pumping  sta- 
tions were  built  and  operated,  one  on  the  A-4  Canal  and  the  other  at 
the  head  of  the  1812  lateral.  A  concrete  siphon  was  built  under  the 
railroad  track  about  1  mile  southwest  of  Rupert. 

South  Side  Canal  system. — The  "  B  "  feeder  canal  was  enlarged  to 
its  ultimate  capacity.  A  large  number  of  measuring  devices  were  in- 
stalled at  the  heads  of  the  laterals.  New  runners  were  put  in  three 
of  the  pumps  at  the  first-lift  pumping  station,  increasing  their  ca- 
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pacity  from  20  to  82  per  cent.  Other  pumps  will  be  enlarged  during 
the  fall  of  1914.  Several  short  sections  of  laterals  were  constructed. 
A  concrete  siphon  under  the  railroad  track  was  built  on  the  G-16-B 
lateral. 

Com/merdaL  power, — There  was  a  large  increase  in  the  sale  of 
power  for  commercial  use.  At  Rupert  three  350-kilowatt  transform- 
ers were  installed  to  replace  three  75-kilowatt  transformers  which 
were  moved  to  Heyburn.  A  transformer  station  was  erected  at 
Burley.  A  transmission  line  was  built  from  the  pumping  stations 
to  Burley  and  Heyburn,  thus  providing  duplicate  lines  over  the  entire 
system. 

Jackson  Lake  Dam  Eidargernent, — ^This  work,  which  was  begun 
early  in  1913,  was  suspended  later  in  the  year  on  account  of  financial 
difficulties  of  the  Twin  Falls  Canal  Co.  These  difficulties  were  over- 
come, however,  sufficiently  to  permit  work  to  be  resumed  in  tiie 
spring  of  1914,  under  the  supervision  of  the  Reclamation  Service. 

Jackson  Lake  was  filled  to  its  capacity  of  380,000  acre-feet  in  the 
spring  of  1914,  the  water  distribution  being,  as  heretofore,  in  charge 
of  a  deputy  State  engineer. 

DRAXNAGE. 

Excavation  was  continued  on  the  lands  under  the  Main  North 
Side  Canal  with  two  steam  drag-line  excavators,  two  electric  drag- 
line excavators,  and  one  suction  dredge.  Exceptionally  good  results 
were  obtained  from  the  electric  machines.  A  number  of  pumping 
stations  were  operated  throughout  the  year.  At  the  end  of  the 
fiscal  year  the  major  portion  or  the  drainage  work  so  far  as  outlined 
had  l>een  completed. 

Construction  during  the  year  consisted  of  a  continuation  of  exca- 
vation of  deep  open  drains  which  are  intended  to  effect  a  general 
lowering  of  the  water  table  on  the  project.  On  account  of  the  very 
porous  nature  of  the  subsoils  these  deep  drains  are  effective  at  long 
distances  from  them,  and  the  system  as  planned  and  constructed  is 
apparently  sufficient  for  protecting  the  greater  portion  at  least  of 
the  lands  from  seepage,  provided  due  care  is  exercised  in  the  use 
of  water.  Where  excessive  irrigations  are  indulged  in  it  is  possible 
to  raise  the  water  table  near  enough  to  the  surface  to  interfere  witii 
agricultural  operations  and  thus  produce  a  temporary  condition  of 
seepage  before  the  excess  applied  to  the  soils  can  reach  the  drains. 
Future  drainage  work  is  consequently  to  a  large  extent  dependent 
upon  the  amount  of  water  applied  to  the  lands  m  irrigation. 

Supplementary  to  the  drainage  system  a  silting  plant  was  estab- 
lished on  the  Main  North  Side  Canal,  about  2  miles  below  its  head. 
At  this  point  there  is  a  large  body  of  clay  which  is  being  hydraulic- 
ally  sluiced  into  the  canal  and  thence  carried  down  the  distributing 
system  until  it  is  finally  deposited  on  the  bottom  and  sides  of  the 
canals.  It  is  hoped  in  tnis  way  to  check  seepage  losses  in  the  canals 
and  thus  reduce  the  necessity  for  drains.  It  is  not  yet  possible,  how- 
ever, to  determine  whether  the  desired  results  have  been  obtained. 

North  Side  Canal  system. — About  320  linear  feet  of  the  A-4 
Canal  were  lined  with  concrete  to  stop  seepage  on  adjacent  land. 

South  Side  Canal  system. — A  concrete  drop  was  constructed  in  the 
Main  South  Side  waste  canal  which  will  permit  the  canal  below    ho 
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drop  to  be  lowered  about  6  feet.  It  is  hoped  that  the  water  plane 
will  be  lowered  correspondingly  and  the  seepage  of  adjacent  lands 
stopped. 

STJBVEYS. 

A  complete  survey  was  made  of  all  borrow  pits  and  rights  of  way 
and  a  revised  list  of  farm-xmit  areas  was  prepared.  A  survey  was 
also  made  of  the  flow  line  of  certain  portions  of  Lake  Walcott. 


OFEBATION  AND  MAINTENANCE. 


The  early  part  of  the  season  of  1914  was  characterized  b^ 
heavy  demand  for  water,  especially  on  the  North 


an 

imusually  heavy  demand  for  water,  especially  on  the  North  Side. 
To  meet  this  demand  the  discharge  of  the  main  canal  increased 
rapidly  until  it  reached  more  than  1,500  second-feet. 

On  May  30,  while  the  canal  was  carrying  1,465  second-feet,  a 
serious  break  occurred  about  3  miles  from  the  head.  The  work  of 
repair  was  rapidly  pushed  and  on  June  3  a  small  amount  of  water 
was  turned  into  the  canal.  By  June  12  it  was  carrying  its  normal 
capacity.  No  damage  to  crops  resulted  on  account  of  a  shortage  of 
water,  although  a  few  farms  were  injured  by  flooding. 

Operation  of  the  pumps  on  the  South  Side  was  begun  on  April  30, 
and  was  continued  without  interruption.  On  account  of  the  change 
in  the  pump  runners,  a  much  larger  supply  of  water  is  being  fur- 
nished this  year  than  formerly.  In  October,  1913,  an  attempt  was 
made  to  raise  the  water  in  the  Main  South  Side  Canal  to  the  normal 
depth  of  6  feet,  when  a  break  occurred  about  5  miles  from  the  head. 
It  was  quickly  repaired,  with  only  slight  damage  to  adjacent  farms. 

The  West  End  pumping  station  was  operated  throughout  the  year 
and  about  500  acres  were  watered  therefrom.  The  A-4  pumpinj^ 
system  began  furnishing  water  in  the  spring  of  1914.  Approxi- 
mately 700  acres  will  be  irrigated  from  this  plant.  A  small  pumping 
station  to  water  about  75  acres  was  built  on  the  1812  lateral  under  a 
plan  of  cooperation  between  the  service  and  the  settlers,  and  was 
put  into  operation. 

The  total  acreage  irrigated  in  1914  is  estimated  at  about  81,000 
acres,  of  which  46,000  acres  are  on  the  gravity  unit  and  35,000  acres 
on  the  South  Side  pumping  unit. 

It  is  expected  that  the  run-oflF  in  Snake  River  in  1914  will  be  about 
normal  and  that  there  will  be  an  abundant  water  supply  for  the 
project. 

A  large  number  of  laterals  have  been  taken  over  during  the  year 
for  operation  by  the  service.  At  the  present  time  only  about  10  per 
cent  of  the  laterals  still  remain  in  the  hands  of  the  settlers. 

Historical  review,  Minidoka  project. 


Item. 


1909 


1910 


1911 


1912 


1913 


19141 


Acreaee  for  which  service  was  prepared  to 

fiirmsh  water , 

Acreage  irrigated , 

Miles  of  canal  operated 

Water  diverted  (acre-feet) 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  Irrigated  (acre-feet) 


81,400 

43,500 

256 

387.300 


^l 


101,000 
46,000 

335 
442,000 
336,170 

7.3 


112,000 
55,600 

315 
466,300 
327,100 

5.9 


112,000 
70,200 

382 
440,200 
304,172 

4.3 


116,600 

76,000 

457 

489,200 

383,000 

6.44 


1116,400 

181,800 

520 


1  Estimated. 


*  Data  not  available, 
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SETTLEHENT. 

Economic  conditions  on  the  project  are  improving.  The  farmers 
are  learning  how  to  raise  crops  and  how  to  market  them  profitably. 
In  this  they  have  been  aided  by  numerous  cooperative  organizations 
which  include  a  producers'  association,  a  potato  growers'  association, 
a  creamery  company,  a  Jersey  breeders'  association,  and  others  of 
like  nature.  Several  companies  have  been  formed  for  building  power 
lines  over  the  project  for  furnishing  electricity  to  the  farmers.  The 
plan  for  graduated  payments  ox  the  construction  charges  also 
gave  the  settlers  an  opportunity  to  invest  their  money  in  improve- 
ments on  their  farms  and  so  increase  their  productive  capactity. 

In  1913,  the  rural  population  of  the  project  was  estimated  at  5,200,. 
and  the  population  of  the  towns  at  3,000  additional.  Many  per- 
manent and  substantial  buildings  have  been  erected  both  in  town 
and  country.  New  settlers  are  constantly  coming  in  who  find  farms, 
for  themselves  on  the  project.  This  is  accompushed  largely,  how- 
ever, by  subdivision  of  farm  units  with  a  corresponding  increase  in 
their  number  and  a  reduction  in  their  size.  It  is  believed  that  fewer 
of  the  early  settlers  are  leaving  than  during  former  years. 

Settlement  data,  Minidoka  project. 


Item. 


Total  nnmber  of  fanns  on  project 

Population  of  lanna  on  project 

Nomber  of  Inigated  fanns 

Operated  by  owners  or  managers . 

Operated  by  tenants. 

Popolatlon  of  Irrigated  farms 

Number  of  towns 

Population  of  towns 

Total  population  of  towns  and  fiums.. 

Nmnber  of  public  schools 

Nomber  of  churches 

Number  of  banks 

Total  capital  stock 

Total  amount  of  deposits 

Total  number  of  depositors 

Number  of  relinquishments 

Number  of  cancellations 


1912 


2,109 

U,400 

1,606 

1,406 

200 


1,700 
16,100 


11 

5 

S89,7fi0.00 

9426,353.64 

2,846 


1913 


2,092 
4,800 
1,708 
1,496 
212 
4,800 

2,200 

7,000 

20 

11 

6 

I97,60a00 

1547,234.84 

2,954 

9 


1014 


2,113 

5,200^ 

1,741 

1,525 

216 

5,200 

5 

3,000 

8,200 

21 

13 

6 

S137,50O.0O 

$677, 007.  Ig 

4,119 


1  Estimated. 


I  No  data. 


PRINCIPAL  CHOPS. 

Comparing  the  crop  results  for  1913  with  those  for  1912,  it  is  seen 
that  the  acreage  of  alfalfa  increased  about  22  per  cent;  oats  and  beets 
decreased  slightly  in  acreage,  although  their  value  showed  an  in- 
crease; potatoes  increased  in  acreage  more  than  27  per  cent;  while 
wheat  shows  an  increase  of  less  than  1^  per  cent  in  acreage,  but  nearly 
18  per  cent  in  value. 

The  outlook  for  1914  is  encouraging.  The  first  cutting  of  alfalfa 
has  been  harvested,  and  the  yield  has  been  good.  It  is  estimated  that 
the  acreage  planted  to  potatoes  is  much  greater  than  that  of  last  year, 
and  the  general  condition  of  the  fields  is  excellent  Other  crops  are 
equally  promising,  and  from  present  indications  1914  will  be  a  profit-^ 
able  year. 
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Crop  report,  MitUdoka  project,  gravity  unit,  year  of  191S. 

Area, 
acres. 

Unit 
of  yield. 

Yields. 

Valaes. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

^"PiRiv. 

17,427 

250 

662 

27 

472 

858 

29 

211 

5 

9 

54 

298 

620 

5,608 

15 

4,600 

2 

46 

4 

1,396 

288 

3,849 

381 

241 

Ton 

Pound.. 
Bushel.. 

...do 

Ton 

...do 

Bushel.. 

...do 

Ton 

Bushel.. 
Pound.. 

53,065 

136,681 

20,147 

513 

4,607 

2,482 

141 

3,928 

9 

14 

25,913 

3.04 

546.72 

3a  43 

19.00 

9.76 

2.89 

4.86 

18.62 

1.80 

1.55 

479.87 

S5.50 

.02 

.48 

3.00 

4.75 

5.50 

6.60 

.75 

6.75 

1.36 

.05 

S291,8Q2 

2,734 

9,671 

1539 

21,883 

13,651 

931 

2,946 

52 

19 

1,296 

14,437 

8,706 

60,739 

11237 

23,328 

16 

3,330 

21 

75,728 

3,314 

52,624 

3,101 

S16. 74 

Annies 

ia94 

Bafi^....::..::::::.:::: 

14.61 

B<M^n<i_    .,. 

57.00 

Beets,  sugar 

46.36 

Clover  hay 

15.91 

Clover  secKl 

32.10 

Com 

13.96 

Com  fodder 

ia40 

Flax 

2l11 

FruH-s,  smaU 

24.00 

Garden 

4&45 

Hay  (mfaced) 

Ton 

Bushel.. 
...do 

1,393 

168,720 

1,475 

2.25 
30.09 
9a  33 

6.25 

.36 

I0.9O-.60 

14.04 

Oate.. ...: 

ia83 

Onions 

82.47 

Pasture 

5w06 

Pears 

Pound.. 
Bushel.. 
Pound.. 
Bushel.. 

...do 

...do 

647 

1,110 

850 

210,355 

5,855 

87,706 

323.50 
24.13 
212.50 
15a  68 
2a  33 
22.79 

.025 

3.00 

.OK 

.36 

.566 

.60 

&00 

Peas 

72.39 

Pninw 

5.25 

Potatoes 

54.25 

Rye 

1L51 

Wheat 

13.67 

Mi»*AllAPW>Uff        

8wl4 

Less  duplicated  areas 

Total 

36,879 

593,106 

16.  OB 

Irrigated,  no  crop: 

Nonbearing  orchard 

Young  alalia 

947 

4,161 

1,830 

969 

913 

Ground,  fall  plowed 

Miscellaneous 

Less  duplicated  areas 

' 

Total 

6,994 

Total  irrigated 

43,873 

1 

Areas. 


Number 
of  farms. 


Total  irrigable  area  farms  reported. 
Total  irrigated  area  f^ms  reported: 

Under  water-right  applications. 

Under  rental  contracts 

Total  cropped  area  farms  reported. 


1,125 


Crop  report,  Minid 

oka  project.  South  Bide  pumping 

unit,  year  of  1913. 

Ana, 
acres. 

Unit 
of  yield. 

Yields. 

Values. 

Crop. 

TotaL 

Average 
per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

Cropped: 

All&li& 

8,417 

24 

12 

945 

67 

2,102 

143 

50 

52 

18.5 

5 

307 

39 

1,802 

Ton 

Bushel.. 

Pound.. 

Bushel.. 
...do.... 

Ton 

...do.... 

Bushel.. 
...do.... 

Ton 

Pound.. 

Acre 

*'1S 

16,750 

23,315 
718 

17,396 

308 

170 

530 

54 

13,500 

3.02 
3.75 
1,395.83 
24.67 
ia72 
8.26 
2.16 
3.4 

iai9 

2.92 
2,700 

16.50 

6.60 

.02 

.43 

3.00 

4.75 

5.60 

6.60 

.75 

6.00 

.05 

50.00 

6.25 

.38 

.90 

5.00 

$139,640 

504 

335 

10,025 

2,154 

82,626 

1,694 

1,123 

398 

270 

675 

15,350 

356 

51.456 

90 

9,460 

S16.59 

Alfalfa  seed 

24.75 

Annies 

27.92 

BSey.....:::.:::::::::: 

10.61 

Beans         »       

32.15 

Beets 

39.31 

Clover 

11.85 

Clover  seed 

22.44 

Com 

7.65 

Com  fodder 

14.50 

Fruits,  small 

135.00 

Q^f  ^en                 

50.00 

TTav  mlxAd 

Ton 

Bushel.. 
...do.... 
Acre 

57 

135,410 

100 

L46 
27.9 
200 

9.13 

Oats 

10.60 

Onions .... 

180.00 

Pasture 

5.00 
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Crap  report,  Minidoka  project, 

Area, 
acres. 

Unit 
of  yield. 

Yields. 

Values. 

Clop. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

Grojmd— Continued. 

2 

462 

3,U» 

6,825 
20 

Boshel.. 
...do.... 
...do.... 
...do.... 
...do.... 

10 

7,763 

351,468 

105 

144,105 

5 

16.8 
111.26 
15 
21.13 

t2.00 

1.80 

.36 

.60 

.60 

120 

13,073 

126,520 

63 

86,517 

S10.00 

Peas 

30.24 

Potatom  . 

40.05 

Rye 

0.00 

Wiieat 

12.68 

Lfeas  dnpUcated  areas 

Total 

29,362 

543.347 

18.51 

' 

Iirioted,  no  crop: 

Nonbearing  orchard 

403 

2,483 

30 

400 
1,308 
1,006 

Voimg  cJovur. 

Ground  fall  plowed 

Misnellanefnu 

Total 

2,722 

Total  iirigated 

32,  OM 

Areas. 


Acres. 


Number 
ofliBtfnis. 


Total  irrigable  area  fiarms  nported . 
Total  irrigated  area  tanna  reported. 

Under  rental  oootncts. 

Total  cropped  area  firms  reported. . 


85,071 
32.084 
32,084 
29,362 


528 
528 
528 
528 


OBDEB  DATED  MABCH  23,  1914. 

1.  Whereas,  under  the  provisions  of  orders  heretofore  issued,  water 
was  furnished  on  a  rental  basis  in  1911, 1912,  and  1913  to  lands  in  the 
South  Side  pumping  unit,  Minidoka  project,  Idaho,  constructed  under 
the  reclamation  act  of  June  17,  1902  (32  Stat.,  388),  and  acts 
amendatory  thereof  or  supplemental  thereto;  and 

2.  Whereas  a  large  number  of  the  settlers  or  landowners  are  unable 
to  comply  with  said  orders  and  pay  in  full  the  rental  charges  hereto- 
fore announced,  and  it  is  desired  to  continue  the  development  of  the 
lands  by  irrigation  in  1914 : 

3.  Now,  therefore,  it  is  hereby  ordered  that  water  may  be  furnished 
for  the  season  of  1914  to  all  lands  shown  on  approved  farm-unit 
plats  as  applied  for  on  the  form  hereto  attached,  which  shall  be  filed 
in  the  office  of  the  Reclamation  Service  at  Burley,  Idaho,  accom- 
panied by  payment  in  full  of  that  portion  of  the  rental  charge  which 
accrued,  it  any,  on  account  of  the  use  during  June,  July,  ana  August, 
in  1912  and  1913,  of  water  in  excess  of  1.75  acre-feet  per  acre  in 
cultivation,  as  set  forth  in  order  dated  March  25, 1913. 

4.  The  minimum  rental  charge  for  the  irrigation  season  of  1914 
shall  be  $1.25  per  acre  of  irrigable  land,  whether  or  not  water  is  used 
thereon. 

5.  For  that  portion  of  the  season  beginning  June  1  and  ending 
August  31,  1914,  the  maximum  amount  of  water  which  will  be  fur- 
nished for  the  minimum  charge  named  in  paragraph  4  is  1.75  acre- 
feet  per  acre  of  irrigable  land  actually  under  cultivation,  approxi- 
mately equal  portions  of  such  amount  to  be  delivered  during  each 
month  of  the  said  period  at  approximately  a  uniform  rate,  so  far  as 
practicable,  and  not  in  excess  of  the  applicant's  proportionate  share 
of  the  available  water  supply  and  capacity  of  the  works :  Provided, 
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however^  That  a  rotation  system  of  deliverjr  may  be  installed  to 
encourage  the  economical  use  of  water,  but  in  no  case  shall  more 
water  be  delivered  than  is  reasonably  required  for  beneficial  use. 

6.  All  the  water  used  on  any  farm  unit  during  June,  July,  and 
August,  1914,  in  excess  of  1.75  acre-feet  per  acre  of  land  actually 
in  cultivation  thereon  shall  be  charged  for  at  the  rate  of  20  cents  per 
acre- foot  as  measured  by  the  engineers  of  the  Beclamation  Service. 

7.  All  charges  for  1914,  including  both  the  minimum  rate  and  the 
acre-foot  charge  for  excess  supply,  shall  be  due  December  1,  1914, 
and  payable  to  the  proper  agent  of  the  United  States  Beclamation 
Service  at  Burley,  Idaho.  No  water  will  be  furnished  to  any  farm 
unit  in  1915,  or  subsequent  seasons,  until  all  charges  due  against  such 
unit  shall  have  been  paid. 

8.  This  is  a  preliminary  order  made  prior  to  the  completion  of  the 
project  to  provide  for  the  rental  of  water  during  the  season  of  1914 
only,  and  is  not  to  be  considered  as  a  public  notice  for  South  Side 
pumping  unit  or  any  part  thereof. 

9.  The  entire  rental  charges  which  have  heretofore  accrued  against 
lands  under  the  South  Side  pumping  unit,  whether  or  not  any  por- 
tion of  such  charges  have  been  paid,  except  such  amounts  as  may  be 
due  for  excess  water  furnished  in  1912  and  1913,  shall  be  added  to 
and  incorporated  in  the  building  charge  to  be  hereafter  announced, 
and  credit  for  the  amount  paid  for  water  supplied  therefor  will  be 
allowed  on  the  building  charge  on  account  of  each  tract :  Provided^ 
That  excess  water  shall  be  separately  charged  against  the  land  on 
which  it  is  used,  and  shall  be  separately  collected  from  the  owner 
or  holder  thereof. 

Andrieus  a.  Jones, 
First  Assistant  Secretary  of  the  Interior, 

OBDES  DATEB  MABCH  31,  1914. 

1.  Water  will  be  furnished  on  a  rental  basis  in  the  irrigation  sea- 
son of  1914  to  the  lands  in  the  West  End  extension  of  the  gravity 
unit  of  the  Minidoka  project,  Idaho. 

2.  A  list  of  the  lands  which  may  be  irrigated,  together  with  the 
approximate  area  of  each  holding  that  may  be  watered  from  the  com- 
pleted works,  may  be  examined  at  the  office  of  the  United  States 
Reclamation  Service  at  Rupert,  Idaho,  It  is  expressly  understood 
that  such  areas  are  subject  to  revision  for  1915  and  subsequent  years, 
after  final  survey  has  been  made  of  the  irrigable  area.  The  rental 
charge  for  the  irrigation  season  of  1914  shall  be  75  cents  per  acre  of 
irrigable  land,  whether  or  not  water  is  used  thereon. 

3.  Payment  of  the  rental  charge  will  be  due  on  December  1,  1914, 
and  payable  at  the  office  of  the  Reclamation  Service,  Rupert,  Idaho ; 
and  water  will  not  be  furnished  for  such  lands  in  1915  untU  full 
payment  of  all  such  amounts  due  hereunder,  as  well  as  for  water 
used  in  1913,  have  been  made. 

4.  No  water  will  be  furnished  in  1914  to  any  lands  which  were 
served  with  water  in  1913  unless  the  charges  for  1913,  due  December 
1,  1914,  shall  have  been  paid  in  full. 

5.  Public  notice  will  be  hereafter  issued  announcing  the  charges, 
terms,  and  conditions  under  which  entries  and  water-right  applica- 
tions may  be  made  for  such  lands. 

Andrieus  A.  Jones, 
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FINANCIAL  STATEMENTS. 
Assets^  liahUities,  reserves,  and  capital,  Minidoka  project,  to  June  SO,  1914. 

ASSETS. 

Cash  in  other  employees*  hands  awaiting  transfer  to  fiscal  agent.  |6. 97 

Accounts  receivable: 

Uncollected  water  rentals $120, 747. 15 

Uncollected  miscellaneous  rentals 24, 019. 63 

Uncollected  miscellaneous  items 8. 605. 34 

Ck>nstruction  charges  due  and  uncollected  from 

water-right  applicants 51. 142. 85 

Operation  and  maintenance  charges  due  and 

uncollected  from  water-right  applicants 53. 191. 99 


Total 257, 706. 96 

Inventories : 

Animals $6. 332.  50 

Mechanical  and  other  equipment 42,042.61 

Material  and  supplies  on  hand  in  storehouses.  89, 303. 69 

Goods  in  transit 3.  236. 03 

Unadjusted  transfers  between  projects 3, 104. 78 

Undistributed  cost  (freight  and  handling  on 

inventory  pr(^perty) *41. 01 


Total 143, 978. 60 

Construction  work  in  process: 

Gross  expenditures  for  construction  of  project 

to  date $4,547,915.68 

Less  revenue  earned  during  construction,  as 
follows — 

Rentals  of  cottages $3, 916. 37 

Bentals  of  grazing  lands.  _  904. 45 

Rentals       of       irrigation 

water 51, 937. 77 

Miscellaneous  revenues —  9, 171. 50 

Profits  on  hospitals 1, 706. 94 

Receipts     from     sale     of 

town  sites 140. 118. 78 

Contractors'     freight     re- 
funds    552. 39 

Forfeitures  by  defaulting 
bidders  and  contractors.  45. 00 

AdJ  ustments — 

Depreciation  on  plant  and 

equipment 32, 924. 39 

Profits  shown  on  Govern- 
ment animals 700.46 


Total  deductions 241,978.05 


Net  expenditures  for  construction  of  project  to  date 4, 305, 937. 63 

Deferred  operation  and  maintena nee  cha  rges 528, 925.  98 

Total  assets 5. 236, 556. 14 

UABILITIES,    BESEBVES.    AND   CAPITAL. 

Accounts  payable: 

Unpaid  labor $14,  729. 90 

Unpaid  purchases 5, 733.  63 

Unpaid  contract  estimates 15,  848.  71 

Unpaid  freight  and  express  charges 29,941.60 

Unpaid  passenger  fares 192.45 

Unpaid  agreements  to  purchase  real  estate —  491. 50 

Unredeemed  meal  tickets 1,519.00 

Unpaid  miscellaneous 84.37 

Total $68,  541. 16 
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Reserves  for  repayment  to  reclamation  fund  of 
cost  of  project  : 
Construction    charges    accrued    on    contracts 

with  water-right  applicants > $397,733.78 

Construction    charegs    paid    in    advance    by 

water-right  applicants 99,754.96 

Construction  charges  paid  and  forfeited  by 
water-right  applicants 7,214.26 


Total $504, 703. 00 

Net  investment: 

Disbursements $5,  468,  222. 05 

Transfers  received  from  other 

projects 274,  544.  25 

$5, 742,  760. 30 

TjQqq 

Collections 884,  265. 60 

Transfers  issued  to  other 
projects 195, 188.  72 

1,079,454.32 


Total 4,  663, 311. 98 


Total  liabilities,  reserves,  and  capital  investment  of  the 

Government 5,  236, 556. 14 

Functional  feature  costs  of  Minidoka  project  to  June  30,  19 H, 

Development   (storage)   works $1,027,716,77 

Carriage  system 531, 418. 05 

Distribution  system 1, 684.  855. 75 

Drainage  and  flood  protection   system 22,229.08 

Power  system 1,060,509.35 

Real  estate 54, 511. 33 

Telephone  lines 31, 519.  80 

Farm-unit  subdivisions 3, 579.94 

Roads  and  bridges 41,731.23 

Miscellaneous  preliminary  investigations 6, 168. 97 

Operation  and  maintenance  during  construction 83, 675. 41 


Gross  expenditures  for  construction  of  project  to  date 4,  547,915.68 

Operating  revenues  and  expenses,  Minidoka  project,  to  June  30,  1914, 

EXPENSES. 

Development  (storage)  works: 

Operation $56, 480. 92 

Maintenance 37,  861.  69 

Carriage  system: 

Operation 9, 056. 83 

Maintenance 23, 642.  26 

Distribution  system: 

Operation 111,  129. 33 

Maintenance 213, 336. 80 

Drainage  and  flood  protection  system : 

Operation 8, 507.  88 

Maintenance 582, 636.  50 

Undistributed  expenses: 

Operation 68, 651. 94 

Maintenance 35, 943.  85 


Total 1. 147, 248. 00 

REVENUES. 

Operation  and  maintenance  charges  accrued  on  contracts  with 
water-right  applicants $362, 087. 16 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 1, 319. 24 
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Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right  applicants $1, 812. 08 

Rentals  of  lands  and  buildings 642. 00 

Rentals  of  power  and  light 39, 401.  73 

Rentals  of  irrigation  water 165,301.08 

Miscellaneous  revenues 47,758.  82 

Deferred  operation  and  maintenance  revenues  (carried  to  debit 

side  of  assets  and  liabilities  statement) 528, 925. 98 

Total 1, 147, 248. 00 

Estimated  cost  of  contemplated  work,  Minidoka  project,  during  fiscal  year  1915. 

Development  (storage)  works: 

To  complete  radial  gates  in  spillway  at  Mini- 
doka Dam $250. 00 

Ck)ntingeneies,  Jackson  Lake  Dam 5,000.00 

Distribution  (system :  *^»  ^^'  ^ 

Rebuilding  sublaterals 23, 000. 00 

Water-measuring  devices 11,040.00 

Works  for  watering  high  land 13, 100. 00 

Enlargement  feeders 8,200.00 

Canals,  laterals,  and  structures 27,000.00 

Miscellaneous  items 1, 100. 00 

Power  system :  ^'  ^^-  ^ 

Power  house  and  permanent  camp 20,000.00 

Pumping  stations  apd  i)ermanent   camp 30,<X)0.00 

Substations   6,4(X).00 

Transmission  lines 60, 000.  (X) 


116, 400. 00 

Real  estate,  land  purchased  around  Lake  Walcott 7,400.00 

Roads  and  bridges : 

Road  along  Snake  River  from  Minidoka  Dam—      $1,  600. 00 
Bridge  across  Snake  River  in  Jackson  Hole, 

Wyo    36,000.00 

Bridge   across   Main   North    Side    Onal    near 
power  plant 500.  (X) 


38, 000. 00 
Operation  and  maintenance  under  public  notice 180, 000. 00 

Total 431.090. 00 

Assets,  liabilities,  reserves,  and  capital,  Jackson  Lake  enlargement,  to  June 

SO,  1914, 

ASSETS. 

Cash  in  other  employees'  hands  awaiting  transfer  to  fiscal  agent.  $962. 69 

Inventories : 

Mercantile  stores  stock  on  hand $5,290.32 

Animals   2,660.  75 

Mechanical  and  other  equipment 40,291.96 

Material  and  supplies  on  hand  in  storehouses—  63, 380.  78 

Unadjusted  transfers  between  projects 4.85 

Undistributed  cost  (freight  and  handling  on  in- 
ventory property) 3,789.71 


Construction  work  in  process : 

QroBS  expenditures  for  construction  of  enlarge- 
ment to  date 122, 821. 80 

Less  revenue  earned  during  construc- 
tion, as  follows — 

Rentals  of  cottages $179. 90 

Loss  on  mess  house *  971. 72 

Profits  on  mercantile  stores 629.61 

Loss  on  hospitals 484.  55 

Forfeitures  by  defaulting  bidders 
and  contractors 490.00 


115,418.37 
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Adjustments — 

Depreciation  on  plant  and  equip- 
ment  $3,367.  80 

Profits    shown    on    Government 
animals 302.  57 

Total  deductions $3, 513. 61 

Net  expenditures  for  construction  of  enlargement  to  date $119, 308. 19 

Total    assets 235, 689. 25 


LIABILITIES,  BESEBVES,  AND  CAPITAL. 

Accounts  payable : 

Unpaid  labor $7, 4ia  82 

Unpaid  purchases 9,307.57 

Unpaid  freight  and  express  charges 9,068.44 

Unpaid  passenger  fares 300.50 

Unredeemed  coupon  books 19.60 

Unredeemed  meal  tickets 4.25 

Total 26, 119. 18 

Reserves  for  repayment  to  reclamation  fund  of  cost 
of  enlargement : 

Construction  charges  paid  by  Kuhn  Irrigation  & 

Canal  Co $290,925.83 

Construction  charges  paid  by  Twin  Falls  Canal 
Co 105. 341. 02 

Total 396. 266. 85 

Net  investment: 

Disbursements $143,103.06 

Transfers  received  from  projects—      72, 567. 15 

$215, 670. 21 

Collections 401, 902. 43 

Transfers  issued  to  projects 464.  56 

402,366.99 

Total 186, 696. 78 

Total  liabilities,  reserves,  and  capital  investment  of 
the  Government 235, 689. 25 

Functional  feature  costs  of  Jackson  Lake  enlargement  to  June  SO,  1914- 

Development  (storage)  works  (gross  building  expenses  to  date).      $122. 821. 80 

Estimated  cost  of  contemplated  work,  Jackson  Lake  enlargement,  during  fiscal 

year  1915, 

Development  (storage)  works: 

(Roads $500. 00 

Buildings 4. 000. 00 

Telephone 500.00 

Real  estate 20, 000. 00 

Headworks 195. 000. 00 

Dike 80, 000. 00 

Total 300. 000. 00 
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KANSAS,  OAKDEH  CITT  PBOJECT. 

(For  Results  to  June  80, 1914,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

Counties:  Finney  and  Kearney. 

Townships :  23  and  24  S.,  Rs.  32  to  34  W.,  sixth  principal  meridian. 
Railroad :  Atchison,  Topeka  &  Santa  Fe. 

Railroad  stations  and  estimated  population  January  1,  1914:  Garden  City» 
3,500;  and  Deerfleld,  200. 

WATEB  SUPPLY. 

Source  of  water  supply:  Shallow  wells  near  Arkansas  River,  and  natural 
flow  from  the  river. 

AQBICTTLTTTBAL  AND  CLIMATIC  CONDITIONS. 

Area  for  wliich  the  service  is  prepared  to  supply  water,  season  of  1914 :  No 
-  water  being  supplied  by  Reclamation  Service,  on  account  of  failure  of  watet 
users  to  pay  back  cliarges. 
Length  of  irrigating  season :  From  April  1  to  October  31 — 214  days. 
Average  elevation  of  irrigable  area :  2,925  f^t  above  sea  level. 
Average  annual  rainfall  on  irrigable  area:  19  inches;  1913,  19.74  inches. 
Range  of  temperature  on  irrigable  area :  — ^20'  to  105°  F. 
Character  of  soli  of  irrigable  area :  Fertile  black  sandy  loam. 
Principal  products :  Alfalfa,  sugar  beets,  melons,  sweet  potatoes,  small  fruits. 
Principal  markets :  Garden  City,  Kans. ;  Kansas  City,  Mo. ;  Chicago,  III. 

LANDS  OPENED  FOB  IBEIQATION. 

Dates  of  public  notices :  March  6,  1008,  and  November  30,  1908. 
Location  of  lands  opened:  Tps.  23  and  24  S.,  Rs.  32,  33,  and  34  W.,  sixth 
principal  meridian. 
Irrigable  lands  opened :  10,677  acres,  all  in  private  ownership. 
Limit  of  area  of  farm  units :  160  acres. 
Duty  of  water :  2  acre-feet  per  acre  per  annum  at  the  farm. 
Building  charge  per  acre  of  irrigable  land :  ^37.50. 
Annual  operation  and  maintenance  charge:  $2.75  per  acre  of  irrigable  land. 

CHSONOLOQICAL  STJMMABY. 

Reconnoissance  made  and  preliminary  surveys  begim  in  1904. 

Construction  recommended  by  board  of  engineers  September  5,  1905. 

Construction  authoriawd  by  Secretary  October  5,  1905. 

Power  plant  completed  July,  1907. 

Conduit  and  siphon  completed  July,  1907. 

First  irrigation  by  Reclamation  Service,  season  of  1908. 

Wells  completed,  April,  1908. 

Pumps :  10  installed  in  1907,  13  installed  in  1908. 

Entire  project  98  per  cent  completed  June  30,  1914. 

IBBIQATION  PLAN. 

The  irrigation  plan  of  the  Garden  City  project  provides  for  the  utilization 
by  pumping  of  the  underground  flow  of  the  Arkansas  River  Valley  to  supple- 
ment the  normal  flow  of  Arkansas  River  distributed  through  the  Farmers  ditch 
to  irrigate  lands  northwest  of  Garden  City,  Kans. 

A  powerhouse  is  located  on  the  main  line  of  the  Atchison,  Topeka  &  Snntn 
Fe  Railroad  at  Deerfieldi  Kans..  and  electrical  energy  is  transmitted  to  23 
pumping  stations,  located  along  ii  concrete-lined  canal  20,000  feet  in  length. 

The  pumps  are  connected  at  three  of  these  stations  to  12  15-inch  wells  each, 
and  at  20  stations  to  0  wells  each.  All  of  the  features  of  this  plan  are  com- 
pleted. 
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OPEBATION  AND  MAINTENANCE. 

Payment  of  the  Eeclamation  Service  charges  has  not  been  made 
since  1909,  and  inasmuch  as  the  public  notices  which  have  been  issued 
provide  that  no  water  shall  be  furnished  in  any  irrigation  season 
until  the  operation  and  maintenance  charges  of  the  previous  season 
have  been  paid,  the  plant  at  Garden  City  has  been  closed,  and  future 
operations  will  depend  upon  the  action  of  the  settlers.  The  plant 
itself  is  not  a  failure,  but  the  people  will  not  try  to  make  it  a  success. 
Since  1909  no  water  has  been  pumped,  and  maintenance  work  has 
been  confined  to  the  necessary  care  of  the  plant. 

A  fire  occurred  on  November  2,  1913,  destroying  the  two-story 
workshop  in  which  were  stored  several  motors  belonging  to  the 
pumping  stations. 

ETJTXnBE  0PEBATI0N8  OF  PLANT. 

Senate  bill  6784,  permitting  the  sale  of  the  pumps  and  other  equip- 
ment and  a  release  of  a  lien  on  the  lands  of  the  intended  water  users, 
failed  to  pass  the  House  of  Representatives,  the  result  being  that  the 
landowners  have  applied  to  the  courts  for  the  desired  relief. 

The  supervisor  of  irrigation  plans  in  the  near  future  to  make  a 
trip  to  the  project  to  ascertain  the  attitude  and  views  of  the  water 
users  and  devise,  if  possible,  some  method  of  reviving  the  operations 
of  the  pumping  plant.  Consideration  is  also  being  given  to  a  propo- 
sition to  utilize  the  plant  as  a  central  power  plant  to  transmit  elec- 
tricity to  the  farms  in  the  vicinity  to  operate  individual  pumping 
plants. 

FINANCIAX  STATEMENTS. 
AasetSt  liaWities,  reserves,  and  capital.  Garden  City  project^  to  June  30,  19H, 

ASSETS. 

Inventories : 

Mechanical  and  other  equipment $2, 951. 88 

Material  and  supplies  on  hand  in  storehouses 1, 922. 19 

Unadjusted  transfers  between  projects 125.00 

$4,999.07 

Construction  worlE  in  process: 

Gross  expenditures  for  construction  of  project  to 

date 384, 536. 26 

Less    revenues    earned    during    construction    as 
follows : 

Rentals  of  cottages $619. 58 

Miscellaneous  revenues 13.00 

Profits  on  mess  houses 860.82 

Profits  on  hospitals 685.58 

Contractors'  freight  refunds 1,911.73 

Forfeitures  by  defaulting  bidders 
and  contractors 5,800.00 


Total  deductions 9, 790. 71 


Net  expenditures  for  construction  of  project  to  date 374, 745. 65 


Total  assets 879, 744. 62 

LIABILITIES,  BB8EBVX8,  AND  CAPITAL. 

Accounts  payable: 

Unpaid  contract  holdbacks , |3, 711.  86 

Unpaid  passenger  fares 3.60 

S3, 716. 46 
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Net  inTestinent : 

Disbursements $379, 899. 52 

Transfers  received  from  other  proj- 
ects       11. 546. 95 


Collectloiis -•- 4, 78a  73 

Transfers  issued  to  other  proj- 
ects        10, 028.  58 


391,446.47 


15,417.31 


Total 376, 029. 16 


Total  liabilities,  reserves,  and  capital  investment  of 
the  Government 379, 744. 62 

FuncHandl  feature  cost  of  Garden  City  project  to  June  SO,  19H. 

Development  works $105,081. 64 

Carriage  ^st^n 89, 960. 40 

Power  f^tem 123, 996. 30 

Real  estate 5, 587. 46 

Farm-unit  subdivisions 285. 66 

Miscellaneous  preliminary  Investigations 7,618.72 

Operation  and  maintenance  during  construction 52,006.08 


Gross  expenditures  for  construction  of  project  to  date 384, 536. 26 

Estimated  cost  of  contemplated  work,  CHtrden  City  project,  during  fiscal  year 

1915. 

Operation  and  maintenance  during  construction $600 
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MOHTAHA,  BLACOEET  (IKOIAH)  PBOJECT. 

G.  J.  Moody,  project  manager.  Browning,  Mont 
(For  Results  to  June  30, 1914,  ai^d  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

County:  Teton. 

Townships:  31  to  34  N.,  Rs.  5  to  10  W.;  20  N.,  R.  8  W.;  30  N.,  Rs.  6  to  9 
W. ;  and  35  N.,  Rs.  6  and  7  W.,  Montana  meridian. 

Railroad:  Great  Northern. 

Railroad  stations  and  estimated  population,  January  1,  1914 :  Browning,  250 ; 
Blaclsfoot,  50;  Bombay;  Seville;  Garnet;  Glacier  Park,  100;  and  Cut  Bank,  800. 

WATE&  SUPPLY. 

Source  of  water  supply :  Cut  Bank,  Two  Medicine,  Badger,  Birch,  Wbltetall, 
and  Blacktail  Creeka 

Area  of  drainage  basins :  1,700  square  miles. 

Annual  run-off  in  acre-feet :  Cut  Bank  Greek  at  Cut  Bank  (971  square  miles), 
1906  to  1913,  maximum,  269,000;  minimum,  100,210;  mean,  181,801.  Two 
Medicine  Creek  at  Family  (368  square  miles),  1907  to  1913,  mean,  327,130. 
Badger  Creek  at  Family  (224  square  miles),  1907  to  1913,  mean,  180,000. 
Birch  Creek  at  Dupuyer  (156  square  miles),  1907  to  1913,  mean,  115,560. 

AQBICnLTTmAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  service  is  prepared  to  furnish  water,  season  of  1914:  26,649 
acres. 

Area  under  water-right  applications,  season  of  1914 :  760  acres. 

Area  irrigated  season  of  1914 :  About  400  acres  to  June  30. 

Length  of  irrigating  season :  May  1  to  September  30 ;  153  days. 

Average  elevation  of  irrigable  area :  3,850  feet  above  sea  level. 

Average  annual  rainfall  on  Irrigable  area:  1900-1913,  13.08  Inches;  1918, 
13.17  inches. 

Range  of  temperature  on  irrigable  area :  —44^  to  100"*  F. 

Character  of  soil  of  irrigable  area :  Principally  rich  sandy  loam ;  some  grav- 
elly loam  and  gumbo. 

Principal  products:  Hay,  grain,  and  vegetables. 

Principal  markets:  Great  Northern  Railway  towns  from  St.  Paul  to  the 
Padfic  coast    Local  demand  for  hay  for  stock  feeding. 

LANDS  OPENED  TO  IBBIGATION. 

No  lands  liave  been  opened  to  irrigation  by  public  notice.  All  lands  covered 
by  canals  are  allotted  to  Indians. 

CHBONOLOGICAL  STTMMABY. 

Reconnoissance  and  preliminary  surveys  made  in  1907. 

Construction  work  on  the  Two  Medicine  unit  begun  in  July,  1908. 

Construction  of  Two  Medicine  Lake  Dam  begun  in  July,  1911. 

Construction  of  Badger-Fisher  unit  begun  hi  June,  1911. 

Two  Medicine  unit  73  per  cent  completed,  June  30,  1914. 

Badger-Fisher  unit  60  per  cent  completed,  June  30,  1914. 

Entire  project  31  per  coit  completed,  June  30,  1914.  ^  , 
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IBBIQATION  PLAN. 

The  Irrigation  plan  of  the  Blackfeet  project  provides  for  five  Irrigation  sys- 
tems on  the  Blackfeet  Indian  Reservation,  as  follows:  (1)  The  Garlow  Canal 
system,  heading  on  the  right  bank  of  Out  Bank  Greek  and  supplying  water  for 
18,000  acres  of  land  near  Carlow  and  Seville  stations  on  the  Great  Northern 
Railway;  (2)  the  Cut  Bank  Canal  system,  heading  on  the  left  bank  of  Cut 
Bank  Creek  and  supplying  water  for  20,000  acres  of  land  north  and  east  of  the 
creek,  11,000  acres  of  which  are  outside  the  reservation;  (3)  the  Two  Medi- 
cine Canal  system,  diverting  from  the  left  bank  of  Two  Medicine  River  and 
supplying  water  tlirough  the  North  Branch  Canal,  the  Spring  Lake  Reservoir, 
and  South  Branch  Canal  to  48,000  acres  of  land;  (4)  the  Badger  Canal  system, 
diverting  water  from  the  right  bank  of  Badger  Creek,  supplying  water  direct 
through  a  feeder  canal  to  3,000  acres  of  land  on  Piegan  Flats  and  through 
Four  Horns  Supply  Canal  and  Reservoir  to  33,000  acres  of  land  between  Badger 
and  Birch  Creeks;  and  (5)  the  Birch  Creek  Canal  system,  diverting  from 
Birch  Creek,  and  supplying  water  to  3,500  acres  of  land  between  Birch  and 
Blacktall  Creeka  The  United  States  claims  all  waste,  seepage,  spring,  and 
percolating  water  arising  within  the  project,  and  proposes  to  use  such  water  In 
connection  therewith. 

The  irrigable  lands  of  the  project  are  located  in  general  in  the  southeastern 
portion  of  the  Blackfeet  Indian  Reservation,  between  Cut  Bank  and  Birch 
creeks.  Of  the  above  irrigation  plan  the  first  development  of  the  Two  Medicine 
Canal  system  has  been  completed,  including  36  miles  of  main  canal,  with  head- 
works  and  other  structures  and  a  complete  distributing  system,  with  structures, 
to  deliver  water  to  approximately  24,000  acres  of  land.  On  the  Badger  unit  a 
small  canal  diverts  water  from  Badger  Creek  direct  to  approximately  3,000 
acres  of  Piegan  Flats.  A  supply  canal  12  miles  long  is  completed,  except  for  a 
structure  at  the  crossing  of  Whltetall  Creek,  wtdch  will  divert  the  water  of 
Badger  Creek  into  Four  Horns  Reservoir,  where  storage  will  be  available  by 
proposed  construction  of  dam  and  controlling  worka  Water  from  this  storage 
will  follow  a  natural  channel  of  Blacktall  Creek,  from  which  it  is  diverted  into 
Fisher  Canal,  designed  to  irrigate  approximately  30,000  acres  on  Fisher  Flat& 
The  Fisher  main  canal  is  completed  both  as  to  excavation  and  structures  to  the 
end  at  mile  30.  Excavation  of  the  main  laterals  under  this  system  is  75  per 
cent  completed  and  of  the  sublaterals  10  per  cent  Two  large  chute  drops  on 
lateral  K  have  been  completed.  Construction  work  of  the  Inunediate  future  in- 
cludes the  completion  of  the  excavation  and  structures  for  the  Fisher  Canal 
distributaries ;  construction  of  the  Whltetall  Creek  crossing  for  the  Four  Horns 
supply  canal;  excavation  of  the  outlet  of  Four  Horns  Reservoir  and  resurvey 
of  all  reservoir  sites.  The  Carlow,  Cut  Bank,  and  Birch  units  remain  to  be 
constructed  upon  the  completion  of  the  Two  Medicine  and  Badger  unita 

CONSTBTJCTION  DTTBINa  FISCAL  YEAB. 

Two  Medicine  umL — ^The  Two  Medicine  Dam  embankment  and 
paving  were  completed. 

Badger  unit. — Excavation  of  Fisher  Canal  was  completed  and 
about  16  miles  of  laterals  of  the  Fisher  system.  Two  chute  concrete 
drops  of  185  second-feet  capacity  on  lateral  K  of  the  Fisher  Canal 
system  have  been  constructed. 

SUBVBYS. 

Location  of  sublaterals  has  been  made  on  the  Badger  unit.  Pre- 
liminary location  has  been  made  for  a  canal  between  Middle  Two 
Medicine  Lake  and  Willow  Creek  for  the  Carlow  and  Cut  Bank  units. 

OPEBATION  AND  MAINTENANCE. 

No  water  was  delivered  to  land  in  1913,  since  there  were  no  requests 
for  it.  The  Two  Medicine  Canal  was  placed  in  condition  for  irriga- 
tion and  is  now  being  operated  for  about  1,000  acres  of  Indian  land. 
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Item. 

1909 

1910 

1911 

1912 

1913 

19141 

sapphr  water 

20,000 
0 
0 

24,000 

0 

26 

,.«0 

26,649 
0 

26,649 

AcroSm  irrigated 

500 

¥ikw  4^  cfliMlfl  oimmt^ 

Water  diverted  (acre-feet) 

700 
0 

7,000 

Water  delivered  to  land  (acre-feet) 

1,000 

^f^r  acre  of  land  irriiratfd  racre-ftwt) 

'     1 

1  Estimated. 
SETTLEMENT. 


Land  under  the  project  has  not  been  opened  for  settlement ;  46,000 
acres  have  been  allotted  to  Indians,  but  have  not  yet  been  settled 
upon  by  them  or  farmed. 

tiettletnent  data,  Blackfeet  project. 


Item. 


1912 


1913 


1914 


1.  Total  number  of  farms  on  project 

2.  Popiilatkinof(l) 

3.  Number  of  irrigated  CBrms 

4.  Operated  by  owners  or  managers 

5.  Operated  by  tenants 

6.  FopnlatlQaofCS) 

7.  Number  of  towns 

8.  Populatioaof(7) 

9.  Total  population  in  towns  and  on  turns,  sum  of  (2)  and  (8) . 

10.  Number  of  publte  schools 

11.  Number  of  churches 

12.  Nnmber  of  banks 


3,000 
0 


3.000 
0 


3,000 
13 


4 

300 
340 

1 
2 
0 


4 
300 
340 
1 
3 
0 


40 
4 

300 

340 

1 

2 

0 


1  Not  opened. 
PBINCIPAL  CHOPS. 

The  principal  crops  will  be  hay,  grain^  and  vegetables.  None  of 
the  irrigable  area  was  farmed  in  1913.  In  1914  tne  principal  crops 
planted  on  the  irrigable  lands  are  oats  and  hay,  with  small  areas 
of  vegetables.  Agricultural  conditions  in  1914  are  good  for  irrigated 
land  and  poor  for  dry  fanning.  All  crops  are  late  on  account  of  cold 
weather  in  the  early  part  of  Uie  season. 

EnrANCIAL  STATEMENTS. 
Assets,  liabilities,  reserves,  and  capital,  Blackfeet  project,  to  June  $0,  19H, 

ASSETS. 


Cash  in  fiscal  agents'  possession  awaiting  remittance 

Accounts  receivable: 

UncoUected  freight  refunds $10.67 

Uncollected  miscellaneous  Items 28, 655. 73 


$56.10 


Total 28, 666. 40 
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Inventories : 

Mercantile  stores,  stock  on  hand |3, 972. 71 

Animals 12, 428. 19 

Mechanical  and  other  equipment 11, 859.  61 

Materials  and  supplies  on  hand  in  storehouses..  5,564.51 

Goods  in  transit 35.40 

Unadjusted  transfers  between  projects ^4,696.42 

Undistributed  cost   (freight  and  handling  on  in- 
ventory property) 2, 380. 27 


Total $31,  544.  27 

Construction  work  In  process: 

Gross  expenditures   for   construction  of  project 

to   date $895, 716. 59 

Less  revenue  earned  during  construc- 
tion, as  follows — 

Rentals  of  cottages $420.19 

Rentals  of  telephones 594.60 

Profits  on  mess  houses 8,965.30 

Profits  on  mercantile  stores 20, 098. 05 

Profits  on  hospitals 204.04 

Profits  on  blacksmith  shops 310.48 

Loss     shown     on     Government 

animals *  811. 55 


Total  deductions 29, 781. 11 


Net  expenditures  for  construction  of  project  to  date 865, 935. 48 

Total   assets 926, 202. 25 

LIABILITIES,   BESEBVES,   AND   CAPITAL. 

Accounts  payable: 

Unpaid   labor $3, 379. 02 

Unpaid  purchases 1, 425. 74 

Unpaid  freight  and  express  charges 1, 716. 10 

Unpaid  passaiger  fares 80.93 

Unredeemed  coupon  books 199.50 

Unredeemed  meal  tickets 4.75 


Total 6, 806. 04 

Reserves  for  repayment  to  reclamation  fund  of  cost  of  project: 

Construction  charges  accrued  on  contract  with  Indian  Service.    856, 355.  23 
Net  Investment: 

Disbursements $882, 098. 18 

Transfers      received      from      other 

projects 94, 932. 01 

$977, 030. 19 

Collections 849, 101. 95 

Transfers  Issued  to  other  projects      64, 887. 26 

913,989.21 


Total 63, 040. 98 


Total  liabilities,  reserves,  and  capital  investment  of  the 
Government 926, 202. 25 

Functional  feature  costs  of  Blackfect  project  to  June  30,  191  k. 

Development   (storage)   works $147,213.82 

Carriage  system 598,  801. 83 

Distribution  system 107, 453. 21 


I  Deduct. 
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Telephone  lines $8, 279. 58 

Roads  and  bridges 6,634.35 

Miscellaneous  preliminary  Investigations 8, 641«62 

Operation  and  maintenance  during  construction 18,037.2S 

Cost  ledger  inventories 654.98 

Gross  expenditures  for  construction  of  project  to  date 895»  710. 59 

Estimated  cost  of  contemplated  work,  Blackfeet  project,  during  fiscal  year  1915^ 

Carriage  ^stem : 

Whitehall  crossing,  wood  stavepipe  siphon — 

Excavation $123. 17 

Back  fill 660. 00 

Concrete,  44  cubic  yards 794.70 

Wood  stavepipe,  1,050  linear  feet 5,250.00 

Engineering  and  contingencies 1, 058. 69 

$7, 78a  66 

Distribution  system : 

Four  Horns  controlling  works — 

Excavation  of  16,000  cubic  yards,  at  65  cents 

(material  to  be  placed  in  dam  section) 10, 400. 00 

Fisber  Canal  station  1534— 

Drop  and  turnouts 4,710.00 

Lateral  K  186— 

Drops  and  turnouts 3,697.00 

Lateral  M  station  94-104— 

2  drops 3, 825. 00 

7  wooden  bridges 1,450.00 

Fisher  distribution  system — 

Excavation  of  sublaterals  with  go-devil,  60,000 

cubic  yards,  at  12  cents 7,200.00 

Excavation    of    laterals    with    teams,    30,000 

cubic  yards,  at  22  cents 6,000.00 

Engineering  and  contingencies 4,8.31.44 

42, 213, 44 

Total —      50,000.00 
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E.  F.  Tabob,  project  manager,  St.  Ignatius,  Mont;  S.  G.  Swigabt,  irrigation 

manager. 

(For  Results  to  June  SO,  1914,  &i^<i  I><i^^  /or  Complete  Projects,  see  appendix.) 

LOCATION. 

Counties:  Flathead.  Missoula,  Sanders. 

Townships :  15  to  25  N.,  Rs.  17  to  25  W.,  Montana  meridian. 

Railroad:  Northern  Pacific. 

Towns  and  estimated  population,  January  1,  1914:  Evaro,  39;  Arlee,  100; 
Ravalli,  75;  Dixon,  175;  Perma,  50;  Camas,  250;  Dayton,  145;  Big  Arm,  83; 
Poison,  1,300;  St.  Ignatius,  200;  and  Ronan,  400. 

WATEB  SXTPPLY. 

Source  of  water  supply :  Flathead,  Jocko,  and  Little  Bitter  Root  rivers ;  Mud, 
Crow,  Post,  Mission,  Dry,  Finley,  Agency,  Big  Knife,  and  Valley  creeks,  and 
about  00  smaller  streams. 

Area  of  drainage  basin :  8,000  square  mile& 

Annual  run-off  in  acre-feet  of  Flathead  River  at  Poison,  1908  to  1913 :  Maxi* 
mum,  9,740,000;  minimum,  7,455,000;  mean,  8,534,800. 

AOBICTJLTTJBAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  the  service  is  prepared  to  supply  water,  season  of  1914: 
48,400  acres. 

Area  under  water-rental  applications,  season  of  1914 :  13,996  acres. 

Length  of  irrigating  season :  May  1  to  September  30 — 153  days. 

Average  elevation  of  irrigable  area :  3,000  feet  above  sea  level. 

Average  annual  rainfall  on  Irrigable  area:  At  St.  Ignatius,  Mont,  station, 
1909  to  1913,  16.4  inches;  1913,  17  inches.  Probably  less  on  average  irrigable 
area. 

Range  of  temperature  on  irrigable  area :  — SO*'  to  96**  F. 

Character  of  soil  of  irrigable  area:  Varies  from  light  sandy  loam  to  heavy 
clay. 

Principal  products :  Grain,  hay,  vegetables,  fruit,  and  cattle. 

Principal  markets:  Missoula,  Butte,  and  Anaconda,  Mont.,  and  other  mining 
and  lumber  towns  and  camps. 

LANDS  OPENED  FOB  IBBIGATION. 

Dates  of  public  notices  and  orders:  Proclamation  of  the  President,  May  22, 
1909,  opened  lands  to  filing  under  certain  rules  as  to  registration,  etc.,  first 
filing  to  be  May  2.  1910. 

Location  of  lands  opened :  Tps.  17  to  24  N.,  Rs.  19  to  24  W.,  Montana  meridian. 

Present  status  of  Irrigable  area  opened :  About  49,000  acres  have  been  entered ; 
1,000  acres  open  to  entry;  97,000  acres  in  private  ownership,  mostly  Indian 
allotments  held  under  trust  patents ;  5,000  acres  of  State  lands. 

Limit  of  area  of  farm  units :  160  acres.    Average  irrigable,  about  40  acres. 

Duty  of  water:  Works  will  provide  about  1.5  acre-feet  per  acre  per  annum 
at  the  farm. 

Building  charges:  Not  fixed. 

Annual  operation  and  maintenance  charges:  $1  per  acre-foot;  minimum 
charge,  $1  per  acre,  1914. 
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Heconnoissance  and  preliminary  surveys  begun  In  1907. 
Construction  authorized  and  first  appropriation  made  by  act  of  Congress 
approved  April  30,  1908. 
Irrigation  begun  in  Jocko  and  Mission  divisions  In  1910. 
Irrigation  in  Post  division  begun  In  1911. 
Kicklnghorse  Feeder  Canal  completed  in  1912. 
Irrigation  in  Poison  and  Pablo  divisions  begun  in  1913. 
Entire  project  20.7  per  cent  completed,  June  80,  1914. 

IBBIQATION  PLAN. 

The  irrigation  plan  of  the  Flathead  project  provides  for  the  irrigation  of 
about  152,000  acres  of  land  in  various  parts  of  what  was  the  Flathead  Indian 
Reservation,  water  being  diverted  from  creeks  and  rivers  rising  in  the  Mission 
Mountains  and  conducted  by  canals  directly  to  the  land  and  to  reservoirs  for 
the  storage  of  flood  water.  About  12  reserx'olrs  will  be  constructed.  Some 
of  these  are  lakes,  the  capacity  of  which  will  Increase,  and  others  natural  basins, 
which  will  require  only  the  building  of  embankments  at  low  points.  The  water 
supply  will  be  supplemented  when  necessary  by  pumping  from  Flathead  Lake. 
Irrigable  tracts  on  the  Jocko,  Mission,  Post,  Pablo,  and  Poison  divisions,  which 
contain  the  largest  percentage  of  irrigable  land  allotted  to  the  Indians,  have 
been  selected  for  the  first  development  The  United  States  claims  all  waste, 
seepage,  spring,  and  percolating  water  arising  within  the  project  and  proposes 
to  use  such  water  in  connection  therewith. 

The  following  principal  features  have  been  completed :  A  distribution  system 
covering  approximately  5,000  acres  of  land  north  of  the  Jocko  River,  taking  water 
from  the  Jocko  River;  a  distribution  system  covering  6,000  acres  on  the  south 
side  of  Jocko  River,  using  the  Finley,  Agency,  and  Big  Knife  Creeks  and 
Jocko  River  as  water  supply;  Mission  lateral  B,  covering  approximately  5,000 
acres  of  land  between  Mission  and  Post  Creeks ;  a  distribution  system  covering 
16,000  acres  of  land  lying  under  the  Nlnepipe  Reservoir;  the  Pablo  feeder 
canal  from  Post  Creek  to  North  Pablo  Reservoir;  a  distribution  eiystem  covering 
about  2,000  acres  lying  under  Kicklnghorse  Reservoir;  a  distribution  syston 
covering  about  8,000  acres  lying  under  the  Pablo  Reservoirs;  a  distribution 
system  covering  about  1,000  acres  lying  under  the  Pablo  feeder  canal  on  the 
Poison  Slope;  a  canal  system  (except  structures)  covering  3,000  SLcres  for 
lands  under  Pablo  Reservoirs  in  Valley  View  district;  and  a  canal  Eastern  (ex- 
cept metal  portion  of  flumes)  for  Irrigation  of  2,000  acres  in  Moiese  Valley. 
Pablo  Dams  have  been  completed  to  hold  about  5,000  acre-feet  and  Ninepipe 
Dam  to  hold  about  5,000  acre-feet 

CONSTRUCTION  DTTRXNG  FISCAL  YEAR. 

Pablo  division. — Contract  work  on  South  Pablo  Dam  was  com- 
pleted early  in  the  iBscal  year  to  store  about  5,000  acre-feet  when 
paved.  Four  thousand  four  hundred  square  yards  of  paving  were 
placed  during  the  winter  months  by  Government  forces  to  store  about 
2,000  acre-feet  at  present.  Government  forces  also  constructed  two 
large  paved  inclined  drops  and  completed  the  principal  turnouts 
and  small  drops  needed  for  about  8,000  acres  under  Pablo  lateral  A. 
Contract  work  was  started  and  completed  on  earthwork  only  for 
about  3,000  acres  southwest  of  Pablo  Reservoirs,  and  these  works 
when  extended  by  sublaterals  will  reach  about  7,O0fO  acres  additional. 
Under  the  same  contract  work  is  under  way  extending  the  Pablo 
lateral  A  to  reach  2,000  acres  now,  and  by  extensions  about  10,000 
acres  additional  later.  Contract  work  was  begun  and  nearly  com- 
pleted on  a  tunnel  441  feet  long  to  conduct  water  from  constructed 
canals  to  the  canal  system  completed  as  above. 
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Post  division, — Work  was  begun  by  Government  forces  on  Crow 
Creek,  taking  water  for  the  Moiese  \  alley  to  reach  2,000  acres  now, 
and  by  extensions  about  2,000  more  in  the  future.  This  system  was 
completed  at  the  end  of  the  fiscal  year  except  for  placing  two  metal 
flumes  under  contract.  The  flumes  form  part  of  the  mam  line,  car- 
rying 115  second-feet,  and  the  system  will  probably  be  in  use  by  the 
latter  part  of  July,  1914. 

Additional  farm  turnouts  and  measuring  devices  were  built  in 
all  parts  of  the  project  as  the  needs  of  the  irrigators  required. 

OPEBATION  AND  MAINTENANCE. 


During  the  calendar  year  1913,  197  water  rental  applications  were 
received,  but  owing  to  a  comparativelv  rainy  spring  onlv  155  farmers 
actually  irrigated.  The  total  irrigable  area  of  the  197  farms  making 
application  was  13,892  acres  and  of  the  155  farms  irrigated,  11,371 
acres.  The  area  actually  irrigated  was  4,631  acres,  and  the  total 
amount  of  water  delivered  was  6,014  acre-feet,  or  1.3  acre-feet  per 
acre,  a  reduction  of  0.68  acre-foot  per  acre  from  the  previous  season. 
The  rotation  system  of  delivery  was  continued  with  satisfactory 
results,  one  of  which  is  the  reduction  in  water  used  per  acre. 
To  June  30,  1914,  212  applications  for  water  were  received,  repre- 
senting 13,996  acres.  Up  to  June  20,  1914,  112  farms  used  1,502 
acre- feet  of  water  on  2,020  acres. 

Historical  revieic,  Flathead  project. 


Item. 


1910 


1911 


1912 


1913 


1914 


Acreage  for  which  service  was  prepared  to  supply 

water 

Acreage  irrigated 

KUes  of  canal  operated 

W&ter  diverted  (acre-feet) 

Water  delivered  to  the  land  (acre-feet) 

Per  acre  of  land  irrigated  (acre-feet) 


10,000 
2,191  I 


18,857 
9,936  I 

4.53 ; 


19,000 
2,309 
46 
10,940 
4,719 
1.99 


32,000 

4,203 

103 

21,875 

8,344 

1.98 


42,400 
4,631 
180 
22,945 
6,014 
1.30 


48,400 
6,416 
233 
24,523 
8,782 
1.36 


SETTLEMENT. 

Settlement  of  that  portion  of  the  project  under  irrigation  works 
is  increasing  and  such  farms  as  are  changing  hands  are  being  pur- 
chased by  a  more  industrious  and  better  class  of  farmers.  Home- 
stead entrymen  in  the  "dry"  section  are  commuting  and  vacating 
the  lands,  either  leasing  the  lands  or  letting  them  remain  idle.  Ap- 
proximately 1,000  acres  have  been  taken  up  oy  homestead  entry  since 
January,  1913.  On  May  21,  1914,  67  Indian  allotments  were  offered 
at  public  sale,  of  which  but  8  were  sold.  A  farmers'  association, 
known  as  the  Farmers'  Society  of  Equity,  has  been  organized,  with 
branches  at  St.  Ignatius,  Moiese  Valley,  Ronan,  and  Dixon,  for  the 
purpose  of  economic  and  social  advancement  of  the  settlers  of  the 
project.    The  present  membership  of  the  organization  is  about  100. 
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Item. 


1912 


1913 


1914 


1.  Total  number  of  fanns  on  project  (ixrigable).. 

2.  Population  of  (1) 

3.  Number  of  irrigated  farms 

4.  Operated  by  owners  or  managen 

5.  Operated  by  tenants 

6.  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

9.  Total  population  In  towns  and  on  liEumt. 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banks 

13.  ToUl  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  number  of  depositors 

16.  Number  of  relinquishments 

17.  Number  of  cancellations 


2,980 

18,000 

111 

84 

27 


s 


2»980 

8,400 

155 

127 

28 


?1 


?! 


2,960 

13,855 

212 

182 

30 

997 

10 

2,842 

16,097 

36 

14 

9 

1306,000 

$535,870 

2,614 


(«) 


1  Includes  both  irrigated  and  "dry"  ftoms  on  the  project. 

s  Included  in  (>). 

I  Information  not  available. 

PRINCIPAL  CBOPa 

There  was  a  good  increase  of  forage  and  hay  crops  in  1913,  which 
were  all  consumed  on  the  farms,  and  there  is  a  much  larger  increase 
of  such  crops  this  season.  This  is  a  most  satisfactory  sign  of  the 
tendency  to  diversified  farming,  stock  raising,  and  feeding.  This  is 
also  indicated  in  the  stock  returns,  which  show  an  increase  of  $185  per 
farm  in  value  of  stock  of  all  kinds. 

Crop  report,  Flathead  project,  year  of  191S. 


Area, 
acres. 

Unit  of 
yield. 

Yields. 

Values. 

Crop. 

TotaL 

Average 
per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

Cropped: 

A]MtAhAY 

53 

122 

1 

147 

3 

6 

3 

35 

266 

2 

2,552 

2 

106 

6 

49 

1 

1 

1.225 

Ton 

Bushel.. 

89.9 
1,953.0 

156.0 
49.0 
24.0 

1.7 
16.0 

iiaoo 

.56 

1899 

1,094 

$17.00 

Barley.... 

a96 

fMfans 

Clover  hay 

Ton 

Bushel.. 

Ton 

Bushel.. 

1.4 

62.0 

8.0 

8.0 

laoo 

.60 
5.00 
1.12 

2,079 

94 

245 

27 

1.768 

"•IS 

793 

106 

25 
12,659 

14.00 

Com r 

37.20 

Com  fodder 

40.00 

Flax 

8.96 

Garden 

5a  00 

&'5SC!.''°:.*v.:;::: 

Ton 

Bushel.. 

...do 

Pound.. 

212.3 

33.0 

95,929.0 

6,500.0 

.8 

18.0 

38.0 

4,06a0 

ii'66 

L50 
.30 
.02 

9.60 
27.00 

Oats 

11.40 

Orchard  (apples) 

81.20 

Pasture.  I .'.'. . . .'. 

7.50 

Peas 

Bushel.. 
...do 

Ton 

...do.... 

Bushel.. 

43.0 

4,234.0 

ZO 

5.0 

19,475.0 

8.0 
86.0 
2.0 
5.0 
16.0 

2.50 

.60 

4.00 

5.00 

.65 

2a  00 

Potatoes 

51.60 

Rape 

8.Q0 

Suear  beets 

25.00 

'Wheat 

ia40 

Total 

4,579 

53.846 

11.76 

* 

Irrigated,  no  crop: 

20 
32 

Young  orchard 

Total 

52 

Total  irrigated 

4,631 
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Crop  report,  Flathead  project,  year  of  i9i3— Continued. 

Awas.  Acns.     ^fr^ 


Total  irrigable  area  farms  reported 11,371  lU 

Total  irrigated  area  farms  reported 4,631  lU 

Under  rental  contracts 4,631  155 

Total  area  cropped  under  irrigation  on  farms  reported 4,570  166 

iFallore. 

FINANCIAI.  STATEMENTa 

Assets,  lialMities,  reserves,  an4  capital,  Flathead  project,  to  June  30,  19H. 

ASSETS. 

Cash  in  otber  employees'  hands  awaiting  transfer  to  fiscal  agent.  $22. 36 

Accounts  receivable: 

Uncollected  water  rentals $6,764.90 

Uncollected  miscellaneous  rentals 68.  20 

Uncollected  miscellaneous  items 48,157.45 


Total 54, 990. 55 

Inventories: 

Mercantile  stores,  stock  on  hand 1, 568. 66 

Animals 21, 184. 52 

Mechanical  and  other  equipment 37,452.92 

Material  and  supplies  on  hand  in  storehouses.  40, 378. 08 
Undistributed  cost  (freight  and  handling  on 

inventory  property) 713.36 


Total IJOI.  297. 54 

Construction  work  in  process: 

Gross  expenditures  for  construction  of  proj- 
ect to  date $1,385,879.17 

Less  revenue  earned  during  construction,  as 
follows — 

Rentals  of  cottages $1,653.04 

Rentals  of  irrigation  water..    17, 518. 50 

Rentals  of  telephones 3, 388. 16 

Miscdlaneous  revenues 310.31 

Profits  on  mess  houses 15,379.97 

Profits  on  mercantile  stores.      8,525.50 

Profits  on  hospitals 1,780.01 

Contractors*  freight  refunds.      1,236.49 
Adjustments — 

Depreciation    on    plant    and 

equipment 3,570.05 

Profits  shown  on  Government 

animals 11, 526. 63 


Total  deductions 64, 888. 66 


Net  expenditures  for  construction  of  project  to  date—    1, 320, 990. 61 
Total   asseU 1, 477, 300. 95 

LIABILITIES,  BE6EBVE8,  AND  CAPITAL. 

Accounts  payable: 

Unpaid  labor $4, 977. 49 

Unpaid  purchases 1,998.09 

Unpaid  contract  estimates 10, 246. 50 

Unpaid  contract  holdbacks 2, 662.  89 

Unpaid  freight  and  express  charges 4, 157. 02 

Unpaid  passenger  fares 12. 00 

Total ,   ^^i,^-,?? 
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Reserves  for  repayment  to  reclamation  fund  of  cost  of  project : 

Construction  cliarges  accrued  on  contract  with  Indian  Service-  $1, 317, 368.  20 
Net  investment: 

Disbursements $1, 385, 907. 76 

Transfers  received  from  other 

projects 78, 835. 85 

$1, 464, 74a  61 

Collections 1, 305, 152. 34 

Transfers  issued  to  other 

projects 23, 712. 57 

1,328,864.91 


Total 135,  878. 70 


Total  liabilities,   reserves,  and  capital,  investment 

of  the  Government 1,477.300.95 

Functional  feature  costs  of  Flathead  project  to  June  30,  19H. 

Development  (storage)  worlss $530,692.89 

Distribution  system 478, 083. 91 

Power  system - 95, 553. 15 

Telephone  lines 9, 162. 59 

Farm  unit  subdivisions 6, 692. 06 

Roads  and  bridges 24, 704. 83 

Miscellaneous  preliminary  investigations 197, 927. 11 

Operation  and  maintenance  during  construction 42,073.34 

Cost  ledger  inventories 980.  29 


Gross  expenditures  for  construction  of  project  to  date 1, 385, 879. 17 

Estimated  cost  of  contemplated  work,  Flatheal  project,  during  fiscal  year  1915, 

Development  (storage)  worlts: 

Pablo  storage  feeder  canal $4, 000.  (X) 

Survey  and  design 18,000.00 

Stream  gaging 2,000. 00 


Distribution  system : 

Pablo  canals 151, 500. 00 

Post  canals 2, 500. 00 

Joclio  canals 600. 00 

Mission  canals 1, 262. 10 

Poison  canals 137. 90 


$24,000.00 


156,000.00 


Operation  and  maintenance  during  construction 20,000.00 


Total 200, 000.  00 
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XONTAFA,  FORT  PECK  (INDIAN)  PBOTECT. 
R.  M.  Conner,  Project  Manager,  Poplar,  Mont. 
(For  Results  to  June  30,  1914,  and  Data  for  complete  projects,  see  appendix.) 

LOCATION. 

Ck>untie8:  Valley,  Sheridan. 

Townships:  26  to  33  X..  Rs.  39  to  56  E.,  Montana  meridian. 

Railroad:  Great  Northern. 

Railroad  stations  and  estimated  iK>pulation  January  1, 1914 :  Wiota  ;^  Kintyre  ;^ 
Frazer,  30;  Oswego,  60;  Ix)hmiller;*  Wolf  Point,  400;  Chelsea;*  Poplar,  800; 
Sprole;*  Brockton,  100;  Calais,'  and  Blair/ 

WATER  SUPPLY. 

Source  of  water  supply:  Missouri  and  Poplar  rivers;  Big  Porcupine,  Little 
Porcupine,  Wolf,  Smoke,  and  Big  Muddy  creeks. 

Area  of  drainage  basins :  Missouri  River,  85,000  square  miles ;  Poplar  River, 
3,000  square  miles. 

Annual  run-off  in  acre-feet  (1909  to  1913)  :  Poplar  River,  mean,  69,600;  Big 
Porcupine  Creek  at  Nashua,  mean,  17,200;  Little  Porcupine  Creek  near  Frazer, 
mean,  6,300;  Wolf  Creek  at  Wolf  Point,  mean,  5,600;  Big  Muddy  Creek  near 
Culbertson,  mean,  22,300. 

AGBICTTLTTTBAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  service  is  prepared  to  supply  water,  season  of  1914:  Little 
Porcupine  unit,  2,330  acres ;  Poplar  River  unit,  7,890  acres. 

Area  irrigated,  season  of  1914 :  800  acres  to  June  30,  1914. 

Length  of  irrigating  season :  From  April  1  to  August  15,  137  daya 

Average  elevation  of  irrigable  area :  2,000  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area:  1896  to  1913,  14.28  inches;  1913, 
11.76  inches.    Dry  year. 

Range  of  temperature  on  irrigable  area :  — 40®  to  100**  F. 

Character  of  soil  of  irrigable  area :  Heavy  clay  and  loam. 

Principal  products:  Hay,  grain,  and  vegetables. 

Principal  market:  Local. 

LAND  OPENED  FOB  IBBIGATION. 

In  the  construction  of  the  systems  laterals  are  being  constructed  to  the 
allotted  areas  only.  The  work  of  allotting  has  been  practically  completed,  but 
a  few  changes  are  being  made.  The  area  allotted  in  each  unit  is  as  follows: 
Big  Porcupine,  6,400  acres;  Little  Porcupine,  2,330  acres;  Missouri  River 
gravity,  38,000  acres;  Poplar  River,  11,600  acres;  and  Big  Muddy,  12,900  acres. 

CHRONOLOGICAL  SUMMARY. 

Reconnoissance  and  preliminary  surveys  made  in  1908. 
Little  Porcupine  unit  completed  to  allotted  irrigable  area  in  July,  1911. 
Construction  work  on  project  discontinued  temporarily  July  31,  1911,  and 
resumed  October  10,  1912. 

Entire  project  7i  i)er  cent  completed  June  30,  1914. 

1  Population  less  than  25. 
64162*"— 15 10  141 
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IBBIGATION  PLAN. 

The  irrigation  plan  of  the  Fort  Peck  project  provides,  in  so  far  as  the  water 
Fupply  is  found  sufficient,  for  the  irrigation  of  lands  in  various  parts  of  the 
Fort  Peclt  Indian  Reservation  and  adjacent  territory  as  follows:  (1)  4,000 
acres  in  the  vicinity  of  Wiota  station,  with  flood-water  supply  from  the  Big 
Porcupine  Creek;  (2)  2,000  acres  in  the  vicinity  of  Frazer,  with  water  supply 
from  Little  Porcupine  Creek,  conserved  by  storage;  (3)  28,000  acres  in  the 
vicinity  of  Poplar  and  extending  along  Poplar  River  a  distance  of  about  35 
miles,  with  water  supply  from  Poplar  River,  conserved  by  storage  below  the 
forks  of  Poplar  River  and  West  Branch;  (4)  16,000  acres  lying  along  the  west 
side  of  Big  Muddy  Creek,  with  water  supply  from  Big  Muddy  Creek,  conserved 
by  storage  on  Smoke  and  Wolf  Creeks;  (5)  50,000  acres  of  clear  bench  land  and 
approximately  34,000  acres  of  brush  and  timber  land  extending  along  the  Mis- 
souri River,  with  water  supply  from  the  Missouri  River  by  a  gravity  canal 
heading  near  the  site  of  old  Fort  Peck;  (6)  10,000  acres  known  as  the  Galpin 
Bottom,  lying  above  the  Missouri  River  Canal  west  of  Milk  River  and  the  Fort 
Peck  Indian  Reservation,  with  water  supply  by  pumping  from  the  Missouri 
River  Gravity  Canal,  with  a  lift  of  about  20  feet;  (7)  8,000  acres  lying  above 
the  Missouri  River  Canal,  east  of  Milk  River,  in  the  Fort  Peck  Indian  Reserva- 
tion, with  water  supply  by  pumping  from  the  Missouri  River  Gravity  Canal, 
with  a  lift  of  from  10  to  20  feet.  The  United  States  claims  all  waste,  seepage, 
spring,  and  percolating  water  arising  within  the  project  and  proposes  to  use 
such  water  in  connection  therewith. 

The  Little  Porcupine  unit,  with  storage  reservoir  of  3,900  acre-feet,  has  been 
completed  to  irrigate  2,330  acres.  Poplar  River  West  Canal  "B"  has  been 
completed  to  irrigate  2,560  acres  of  allotted  area,  and  Poplar  River  East  Canal 
**  C  "  to  irrigate  5,330  acres  of  allotted  land  is  95  per  cent  completed. 

It  is  proposed  next  to  construct  the  Big  Muddy  unit  on  the  east  boundary  of 
the  reservation,  to  irrigate  12,920  acres  of  allotted  land,  and  provide  necessary 
storage  for  this  unit  and  for  Poplar  River  and  Big  Porcupine  units.  The  con- 
struction of  the  Missouri  River  Canal  to  irrigate  37,900  acres  of  allotted  land 
should  be  begun  at  an  early  date. 

CONSTBUCTION  DUBING  FISCAL  YEAR 

The  work  performed  on  the  Fort  Peck  project  to  date  has  been 
on  the  construction  of  units  irrigated  from  the  small  streams  of  the 
reservation.    The  canals  and  laterals  have  been  constructed  to  irri- 

fate  only  the  allotted  areas  under  the  Little  Porcupine  unit  and  the 
'oplar  Kiver  East  and  West  Canals.  Poplar  River  West  Canal  B 
was  extended  in  the  fall  of  1913  to  furnish  40  second-feet  of  water 
to  the  Agency  Ditch  to  avoid  the  yearly  construction  of  a  brush  dam 
and  reconstruction  of  head  gates.  Work  began  in  October,  1913, 
on  the  construction  of  the  Big  Porcupine  unit  with  a  main  canal 
of  100  second-feet  capacity,  to  irrigate  4,000  acres  of  very  desirable 
allotted  land  near  Wiota.  The  excavation  of  the  main  canal  has 
been  completed  and  work  begun  on  the  laterals.  The  last  12  miles 
of  Poplar  River  East  Canal  C  have  been  excavated  and  bridges  and 
lateral  turnouts  from  the  main  canal  installed.  Work  is  in  progress 
on  the  construction  of  farm  turnouts,  checks,  and  drops,  and  this 
work  was  30  per  cent  completed  on  June  30,  1914. 

OPEBATION  ANB  MAINTENANCE. 

The  Little  Porcupine  unit  and  Poplar  River  West  Canal  B  were 
operated  during  the  season  of  1913,  but  owing  to  the  very  wet  year 
in  1912  it  was  difficult  to  persuade  the  Indian  allottees  to  use  water. 
A  small  amount  was  used,  however,  as  an  object  lesson.  Good  prog- 
ress was  being  made  in  1914  up  to  the  1st  of  June,  when  an  ex- 
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ceptional  rainfall  of  over  5  inches,  extending  over  10  days,  tempo- 
rarily discouraged  irrigation.  Water  has  been  delivered  on  the 
Little  Porcupine  unit  throughout  the  month  of  May  and  early  June 
for  the  irrigation  of  hay  meadows  and  a  small  acreage  of  gram. 


Historical  review.  Fort  Peck  project. 


Item. 


19141 


Acreage  for  which  service  was  prepared  to  supply  water. . 

Acreage  irrigated 

Miles  of  cazial  operated 

Water  diverted  (acre-feet) 

Water  delivered  to  land  (aore>feet) 

Per  acre  of  land  irrigated  (acre-feet) 

1  Estimated 


10,220 
800 
85 

2,000 

2,000 

1.5 


SETTIiEliENT. 

During  the  past  year  the  grazing  land  on  the  Fort  Peck  Reserva- 
tion hasl)een  opened  to  settlement  through  a  drawing  in  September, 
1913,  and  filings  in  May  and  June,  1914.  About  30,000  acres  had 
been  entered  up  to  June  30.  Sixty-three  per  cent  of  the  irrigable 
land  within  the  reservation  has  been  allotted  to  Indians,  and  a  small 
percentage  of  these  live  on  their  allotments. 

Settlement  data.  Fort  Peck  project. 


Item. 


1.  Total  number  of  allotments  on  project — 

2.  Populationi 

3.  Nomber  of  irrigated  farms 

4.  Operated  by  owners  or  managers 

5.  Operated  by  tenants 

6.  Population  of  Irrigated  farms 

7.  Number  of  towns 

8.  Populatiofn  of  towns,  wbite 

9.  Total  population  in  towns  and  on  farms.. 

10.  Number  of  schools: 

Indian. 

White 

11.  Number  of  churches 

12.  Number  of  banks 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  number  of  depositors 


1913 


1,991 
18 
18 


»50 

5 

980 

2,971 

5 

1 

5 

3 

165,000 

$160,000 

900 


1914 


1,780 

1,991 

^25 

23 

3 

»70 

5 

1,440 

3,431 

5 
2 

6 

4 

185,000 

1223,300 

1,250 


I  Estimated. 


FBINCIPAL  CBOFS. 


The  principal  crops  raised  on  the  reservation  are  oats,  wheat,  flax, 
and  vegetables  and  a  large  tonnage  of  bluejoint  hay.  The  crops  or 
410  acres  were  valued  at  $1,960.  On  dry  land  the  crops  were  small 
and  scattering.  There  is  an  increase  of  acreage  this  year  over  1913, 
both  on  irrigated  and  unirrigated  land.  The  greater  part  of  the 
land  farmed  by  the  Indians  lies  under  the  Missouri  River  Canal,  the 
construction  of  which  has  not  been  undertaken.  Over  8  inches  of 
rain  fell  during  June  and  the  outlook  for  a  lar^e  crop  is  exceptionally 
good,  even  without  irrigation.  This  rainfall  is  over  two  and  one- 
half  times  the  normal  for  the  month  of  June  for  the  past  19  years. 

Digitized  by^^jUU^^lC 


144    THIRTEENTH  ANNUAL  REPORT  OF  RECLAMATION  SERVICE. 
Crop  report.  Fort  Peck  project,  year  of  1913. 


Area 
acres. 

Unit 
of  yield. 

Yields. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

Hay 

360 
20 
20 
10 

Ton 

Bushel.. 
...do.... 

360 
300 
160 

1 

16 
8+ 

$4.50 
.60 
LOO 

160 

S4.50 

Grain 

9.00 

Flax 

8.00 

Oaidens 

Total    irrigated     and 
cropped 

410 

Totaland  average 

1,960 

4.78 

*■  "1  

Areas. 


Acres. 


Number 
of  farma. 


Total  Irrigable  area  farms  reported . 
Total  irrigated  area  farms  reported . 
Total  cropped  area  farms  reported. . 


1,160 
410 
410 


28 


FINANCIAL  STATEMENTS. 

Assets,  liahilities,  reserves,  and  capital.  Fort  Peck  project,  to  June  30, 19H. 

ASSETS. 

Cash  in  fiscal  agent's  possession  awaiting  remittance $ld3. 49 

Accounts  receivable,  uncollected  miscellaneous  Items 47, 293. 33 

Inventories : 

Mercantile  stores,  stock  on  hand $7,651. 91 

Animals 8,  204.  60 

Mechanical  and  other  equipment 8,477.17 

Material  and  supplies  on  hand  In  storehouses 8,590.00 

Undistributed  cost   (freight  and  handling  on  In- 
ventory property) 143.  57 


Total 33, 067. 25 

Construction  work  in  process: 

Gross  expenditures  for  construction  of  project  to 

date 386, 457,  20 

Less  revenue  earned  during  construction,  as  fol- 
lows: 

Rentals  of  cottages $137.44 

Miscellaneous  revenues 255.  55 

Profits  on  mess  houses 518. 68 

Profits  on  mercantile  stores 7,  549.  38 

Profits  on  hosi)ltals 203.22 

Adjustments : 

Depreciation   on   plant   and   equliv 

ment 1,059.  a3 

Profits  shown  on  Government  ani- 
mals        146. 55 


Total  deductions- 


9.  870. 45 


Net  e.Kpenditures  for  construction  of  project  to  date 376,586.  75 

Total  assets 457, 140.  82 
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LIABILITIES,   BE8EBVES,  AND   CAPITAL. 

Accounts  payable : 

Unpaid  labor $10, 068.  96 

Unpaid  purchases 4, 031.  72 

Unpaid  freight  and  express  charges 2,033,55 

Unpaid  passenger  fares 37.  35 

Unredeemed  coupon  books 170.45 


Total «. $16, 342. 03 

Reserves  for  repayment  to  reclamation  fund  of  cost  of  project : 

Construction  charges  accrued  on  contract  with  Indian  Service-    378, 389. 14 
Net  investment: 

Disbursements $371,  216.  50 

Transfers  received  from  other  proj- 
ects       38, 383. 11 

$409, 599. 61 

Less — 

Collections 334, 577.  25 

Transfers  issued  to  other  proj- 
ects       12, 612.  71 

347,189.96 


Total 62, 409.  65 


Total    liabilities,    reserves,   and   capital    investment   of 

the  Government 457, 140.  82 

Functional  feature  costs  of  Fort  Peck  project  to  June  SO,  191  J. 

Development  (storage)  works $9,495.81 

Carriage  system 246, 261.  74 

Distribution  system 81, 988. 45 

Real  estate 7,  707. 44 

Roads  and  bridges 2, 896.  ^ 

Miscellaneous  preliminary  investigations 30,857.68 

Operation  and  maintenance  during  construction 5,949.03 

Cost   ledger   inventories 1,300.71 


Gross  expenditures  for  construction  of  project  to  date 386,457.20 

Estimated  cost  of  contemplated  work.  Fort  Peck  project,  during  fiscal  year  1915, 

Carriage  system : 

Big  Porcupine  unit $22, 305. 00 

Poplar  River  unit 1, 100. 00 

Big  Muddy  unit 80,000.00 

$103,  405. 00 

Distribution  system: 

Big  Porcupine  unit—^-^ 43,300.00 

Poplar  River  unit 22, 000. 00 

65,  300. 00 

Telephone  lines.  Big  Porcupine  unit 100.00 

Roads  and  bridges: 

Little  Porcupine  unit 200.00 

Big  Porcupine  unit 1,000.00 

Poplar  River  unit 200. 00 


Miscellaneous  preliminary  investigations: 

Stream   gauging 2,000.00 

Big  Muddy  unit,  surveys 5,000.00 


1,400.00 


7,000.00 


Operation  and  maintenance  during  construction 5,000.00 

Cost  ledger  inventories 2,000.00 


Total 184, 205. 00 
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XOlflTANA,  HUIITLEY  PROJECT. 

R.  H.  FiFiELD,  project  manager,  Huntley,  Mont 
(For  Results  to  June  SO,  1914,  and  Data  far  Complete  Projects,  see  appendix.) 

LOCATION. 

CJounty:  Yellowstone. 

Townships:  2  and  3  X.,  Rs.  27  to  31  E.,  Montana  meridian. 

Railroads:  Northern  Pacific;  Chicago,  Burlington  &  Quincy. 

Railroad  stations  and  estimated  population  January  1,  1914:  Huntley,  150; 
Osbom;*  Worden,  100;  Newton;*  Pompeys  Pillar,  75;  Bull  Mountain;*  Ballan- 
tiae,  100;  and  Anita,^  Mont 

WATER  SUPPLY. 

Source  of  water  supply :  Yellowstone  River. 
Area  of  drainage  basin :  12,000  square  miles. 

Annual  run-off  in  acre-feet  of  Yellowstone  River  at  Huntley  (12,000  square 
miles),  1908  to  1913:  Maximum,  7,391,600;  minimum,  5,280,000;  mean,  6,335,517. 

AGBICTTLTtJRAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  the  service  Is  prepared  to  supply  water,  season  1914 :  28,808 
acrea 

Area  under  water-right  applications,  season  1914:  24,756.52  acres. 

Length  of  irrigating  season:  May  1  to  September  30  (153  days). 

Average  elevation  of  irrigable  area :  3,(XX)  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area :  7  years,  13.81  inches ;  1913,  12.49 
inches.    Relatively  dry  year. 

Range  of  temi)erature  on  irrigable  area :  —35**  to  100**  F. 

Character  of  soil  of  irrigable  area:  Ranges  from  heavy  clay  to  light  sandy 
loam. 

Principal  products:  Alfalfa,  oats,  sugar  beets,  and  wheat 

Principal  markets:  Billings,  Mont;  St  Paul  and  Minneai)olis,  Minn.;  Denver, 
Colo. ;  Kansas  City,  Mo. 

LANDS  OPENED  FOB  IRRIGATION. 

Dates  of  public  notices:  May  21,  1907;  March  3,  1909;  March  13,  1912;  June 
23,  July  21,  August  9,  1913. 

Location  of  lands  opened :  Tps.  2  and  3  N.,  Rs.  27  to  31  E.,  M.  M. 

Present  status  of  Irrigable  lands  opened:  24,020.71  acres  entered  subject  to 
the  reclamation  act;  1,595.46  acres  open  to  entry;  3,192  acres  in  private 
ownership. 

Limit  of  area  of  farm  units:  100  acres. 

Duty  of  water :  21  acre-feet  per  acre  per  annum  at  the  farm. 

Building  charge  per  acre  of  irrigable  land:  Public  land,  $30  per  acre,  addi- 
tional charge  of  $4  per  acre  to  Indians;  private  land,  $50  per  acre  since  De- 
cember 1,  1913. 

Annual  operation  and  maintenance  charge :  Lands  entered  prior  to  August  9, 
1913,  $1  per  acre  of  irrigable  land;  for  lands  entered  subsequent  to  August  9, 
1913,  $1  per  acre  of  Irrigable  land,  which  entitles  the  water  user  to  one  acre- 
foot  of  water  for  each  acre  of  land  irrigated,  and  additional  water  furnished 
at  the  rate  of  50  cents  per  acre-foot. 

^  Less  than  25  population. 
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CHBONOLOGICAL  SUMMABY. 

Reconnoissance  made  and  preliminary  surveys  begun  in  1904. 

Construction  recommended  by  board  of  engineers  February  26,  1905. 

Construction  authorized  by  Secretary  April  18.  1905. 

First  irrigation  by  Reclamation  Service,  season  1908. 

Main  unit  completed  in  1908. 

Entire  project  98  per  cent  completed  June  30,  1914. 

IRRIGATION  PLAN. 

The  Irrigation  plan  of  the  Huntley  project  provides  for  the  diversion  of  water 
from  the  south  side  of  the  Yellowstone  River,  about  2  miles  above  Huntley, 
Mont,  into  a  main  canal  which  extends  down  the  valley  about  27  miles  to  a 
point  2  miles  east  of  Bull  Mountain.  The  greater  portion  of  the  water  is  dis- 
tributed by  gravity.  Fourteen  miles  below  the  head  gates  a  pumping  plant  is 
installed,  and  a  small  portion  of  the  water  is  lifted  45  feet  into  a  high-line 
canal,  which  will  feed  the  proposed  high-line  equalizing  reservoir.  The  high- 
line  and  reservoir-line  canals  serve  about  5,160  acres  of  land  above  the  main 
canal,  in  the  vicinity  of  Ballantine,  Anita,  and  Pompeys  Pillar.  The  pumping 
plant  is  a  reinforced  concrete  building  containing  two  pumping  units,  each 
with  a  capacity  of  28  second-feet  and  each  comprising  a  turbine  water  wheel 
directly  connected  with  a  centrifugal  pump  by  means  of  a  vertical  shaft.  Two 
hundred  and  eighty-six  net  horsepower  is  developed  by  a  34-foot  drop  in  the 
main  canal. 

The  proposed  high-line  canal  reservoir  will  be  located  7  miles  below  the 
intake  of  the  high-line  canal  and  will  have  a  storage  capacity  of  853  acre- 
feet,  created  by  throwing  an  earthen  dam  containing  151,350  cubic  yards  of 
material  across  the  mouth  of  a  coulee  in  the  vicinity  of  Anita,  Mont.  The 
water  stored  in  the  equalizing  reservoir  will  insure  at  all  times  an  adequate 
supply  to  the  reservoir-line  canal,  which  at  present  is  fed  direct  from  the 
high-line  canal  by  a  34-foot  concrete  drop.  During  the  present  season  the  main 
canal  is  being  utilized  for  irrigation  purposes  only  as  far  as  Lost  Boy  Creek 
and  the  high-line  canal  as  far  as  the  resen^oir  ^te.  Practically  all  proposed 
construction,  with  the  exception  of  the  reservoir,  was  completed  at  the  end  of 
the  fiscal  year  1913. 

The  United  States  claims  all  waste,  seepage,  spring,  and  percolating  water 
arising  within  the  project,  and  proposes  to  use  such  water  in  connection  there- 
with. 

The  entire  project  is  completed,  with  the  exception  of  the  proposed  high-line 
canal  reservoir  and  three  small  structures  coming  under  the  extension  of  the 
high-line  canal,  which  have  been  partly  constructed. 

DRAINAGE. 

Drains  Nos.  6,  7,  8,  and  9,  aggregating  40,800  linear  feet,  were  con- 
structed under  contract,  and  drains  Nos.  10,  11,  14,  and  the  exten- 
sion of  No.  9,  aggregating  47,707  linear  feet,  were  constructed  by 
Government  forces.  In  addition  to  the  above,  8,500  linear  feet  oi 
open  drains,  serving  as  outlets  to  tile  drains,  were  lowered  to  proper 
grade  by  Government  forces. 

The  contractor  started  work  on  July  9,  1913,  and  completed  the 
contract  April  13,  1914.  Work  by  Government  forces  was  in  prog- 
ress at  the  beginning  and  close  of  the  fiscal  yeac  Both  contract 
and  Government  work  were  suspended  from  December  20,  1918,  to 
April  1,  1914,  on  account  of  climatic  conditions. 

All  of  the  drains,  except  those  designated  as  open  outlets,  are  deep, 
closed  drains,  intended  for  removing  the  excess  water  which  finas 
its  way  into  the  subsoil  through  underground  losses  from  irrigation 
or  seepage  from  canals.  In  locating  the  drains,  careful  investiga- 
tions were  made  of  the  subsoil  conditions,  and  the  drains  were  located 
as  far  as  practicable  in  pervious  or  water-bearing  materials.     The 
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results  obtained  have  been  a  general  lowering  of  the  ground  waters 
over  those  areas  tributary  to  the  drains. 

The  closed  drains  apparently  possess  advantages  over  the  open 
ones  on  this  project,  in  that  the  reauired  depth  can  be  more  easilj 
maintained  in  them  over  much  of  the  material  encountered  than  is 
the  case  with  an  open  drain. 

OPEBATION  AND  MAINTENANCE. 

The  operating  season  of  1913  opened  May  9  and  closed  September 
22.  The  season  was  quite  dry  and  there  were  heavy  demands  for 
water  during  periods  in  July  and  August.  Owing  to  a  number  of 
light  rains  about  the  20th  of  September  the  irrigation  season  closed 
10  days  earlier  than  usual. 

The  operating  season  of  1914  proper  did  not  begin  until  May  25. 
Water  had  previously  been  turned  into  the  main  canal  for  irrigating 
purposes  on  May  8  and  15,  but  subsequent  rains  made  irrigation 
unnecessary  in  each  case  and  the  water  was  again  turned  out. 

Water  was  delivered  under  a  4-day  rotation  system  providing  for 
a  continuous  flow  in  the  laterals  and  the  rotation  of  alternate  farm 
units.  The  entire  canal  system,  comprising  194  miles  of  canals  and 
the  pumping  plant,  serving  the  first  unit  of  the  project,  was  in  opera- 
tion. 

During  the  irrigation  season  there  were  no  unusual  rainstorms  to 
give  trouble  and  no  serious  breaks  in  the  canals.  A  small  mainte- 
nance force  was  employed  throughout  the  operating  season  mowing 
weeds  and  making  minor  repairs  to  canals  and  structures,  the  greater 
portion  of  the  work  being  performed  during  the  fall  of  1913  and 
the  spring  of  1914. 

Historical  review ,  Huntley  project. 


Item. 


1009 


1910 


1911 


1912 


1913 


1914  i 


Acreage  for  which  Mirice  was  prepared  to  sapply  water. 
Acreage  irrigated. 


Ifllea  of  canal  operated 

Water  dlvertedfCacre-feet) 

Water  deUvared  to  land  (acre-feet) . . 
Per  acre  of  land  irrigated  (acre-feet) . 


28,805 

6,000 

155 


28,805 

8,000 

175 


I 


12,000  I 
2.0 


15,767 
2.03 


28,805 

12,000 

175 

48,788 

22,550 

1.88 


28,805 
14,425 

194 
46,994 
21,437 

1.5 


28,805 
15,798 
194 
54,702 
24,118 
1.53 


28,808 
18,000 

194 
60,000 
27,000 

1.5 


1  Estimated. 


SETTLEMENT. 


During  the  fiscal  year  there  were  nine  new  filings,  four  farms 
changed  hands  by  relinquishment,  and  nine  farms  changed  hands  by 
assignment  and  transfer.  Apparently  the  majority  of  the  present 
population  on  the  project  is  permanently  settled;  the  speculators 
and  the  floating  class  of  settlers  are  being  gradually  replaced  by 
permanent  settlers. 

In  the  summer  of  1913  a  number  of  settlers  in  the  vicinity  of 
Huntley  formed  a  dairy  association  for  the  purpose  of  purchasing 
dairy  stock.  The  project  was  fijianced  by  the  Huntley  State  Bank, 
and  several  carloa(is  ox  Holstein  cattle  were  purchased.    The  settlers 
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are  gradually  accumulating  large  numbers  of  dairy  cows,  hogs,  and 
other  stock,  and  each  year  finds  them  feeding  more  of  their  products 
on  the  farms.  At  the  end  of  the  fiscal  year  the  settlers  as  a  whole 
were  in  much  better  circumstances  than  ever  before. 

Settlement  data,  Huntley  project. 


Item. 


1912 


1913 


1914 


1.  Total  number  of  farms  on  project 

2.  Population  of  (1) 

3.  Number  of  irrigated  farms 

4.  Operated  by  owners  or  managers 

6.  Operated  by  tenants 

6.  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

9.  Total  population  in  towns  and  on  farms,  sum  of  (2)  and  (8) . 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Nu  mber  of  banks 

13.  Total  capital  stock 

14.  Totalamountof  deposits 

15.  Total  number  of  depos itors 

16.  Number  of  relinquishments 

17.  Number  of  cancellations 


1,420 
480 


1,420 

8 

325 

1,745 

13 

5 

2 

$40,000 


1,650 
527 


1,650 

8 

350 

2,000 

13 

5 

2 

140,000 


16 


586 

1,700 

535 

433 

103 

1,700 

8 

475 

2,175 

14 

6 

3 

160,000 

S220,000 

886 

4 

1 


FBINCrPAL  CHOPS. 

During  the  season  of  1913  there  were  15,798  acres  of  land  in  irri- 
gated crops.  Sugar  beets  was  the  most  profitable  crop  and  next 
to  alfalfa  comprised  the  largest  acreage.  The  yield  averaged  10.17 
tons  per  acre  for  the  whole  project,  being  1.87  tons  per  acre  greater 
than  the  yield  for  1912.  The  maximum  yield  reported  was  25  tons 
per  acre.     The  gross  return  from  the  beet  crop  amounted  to  $273,066. 

The  alfalfa  crop  came  next  to  sugar  beets  in  value  and  for  the 
first  time  surpassed  the  beets  in  acreage.  The  acreage  of  alfalfa  has 
increased  each  year,  and  for  the  year  1913  comprised  about  one-third 
of  the  total  cropped  area.  The  season  was  favorable  for  the  alfalfa 
crop,  and  the  total  yield  amounted  to  16,725  tons.  The  average 
yield  was  3.45  tons  per  acre,  which  was  0.85  ton  greater  than  the  yield 
for  1912.  A  larger  portion  of  the  hay  was  fed  on  the  farms  than  in 
previous  years.  The  gross  value  of  the  alfalfa  crop  amounted  to 
$91,987. 

A  total  of  5,446  acres  of  land  were  seeded  to  small  grains.  These 
crops  did  exceptionally  well  and  some  good  yields  were  reported. 
The  acreage  in  oats  was  3,942,  and  wheat  came  next  with  an  acreage 
of  1,177.  The  remaining  acreage  was  divided  between  barley,  flax, 
and  spelts.  The  gross  returns  from  the  small  grain  crops  amounted 
to  $52,681. 

Potatoes  and  cucumbers,  although  two  of  the  smallest  crops  in 
acreage,  produced  net  average  returns  per  acre  above  the  other  crops. 

The  remaining  crops,  comprising  blue  stem  and  timothy  hay,  millet, 
and  garden  truck,  made  up  a  small  acreage,  but  were  good  paying 
crops.  The  gross  crop  returns  for  the  year  amounted  to  $464,698, 
which  surpassed  that  of  the  pre\4ous  year  by  $104,627. 

At  the  end  of  the  fiscal  year  the  crops  w^ere  in  excellent  condition, 
and  the  prospects  are  good  that  the  crop  returns  of  1914  will  exceed 
those  of  1913.    There  are  17,078  acres  in  crops. 
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Crop. 


Area 
(acres). 


Unit 
of  yield. 


Yields. 


Total. 


Average 
per  acre. 


Values. 


Per  unit 
of  yield. 


Total. 


Per  acre. 


Alfalfa 

Barley 

Beans 

Blue-stem  hay. 

Cucumbers 

Com 

Flax 

Millet 

Oats 

Potatoes 

Sugar  beets. — 

Spelt 

Trock 

Timothy 

Wheat 

Less  duplicated 


4,848 
191 
30 
292 
40 
326 
89 
10 

3,M2 
90 

4,475 
47 
218 
33 

1,177 


Ton 

Bushel. 
..do.... 

Ton 

Pound., 
Bushel. 
...do — 

Ton 

Bushel. 
..do... 

Ton 

Bushel., 
Dollar... 

Ton 

Bushel. 


16,735 

3,535 

306 

543 

600,000 

5,418 

530 

15 

113,766 

11,889 

45,511 

470 


3.45 

13.27 

7.85 

1.86 

15,000 

16.62 

6.06 

1.50 

28.86 

130.10 

10.17 

10.00 


50 
21,410 


1.52 
18.19 


S5.50 

.48 

3.00 

IZOO 

.01 

1.05 

L20 

6.00 

.32 

.45 

6.00 

.60 

100.00 

12.00 


191,987 

1,217 

918 

6,516 

6,000 

5,689 

647 

90 

86,405 

.5,350 

273,066 

282 

31,800 

600 

14,131 


$18.97 

6.37 

23.55 

32.32 

150.00 

17.45 

7.27 

9.00 

9.24 

54.04 

61.02 

6.00 

100.00 

18.20 

12.00 


Total     irrigated     and 

cropped , 

Total  and  average , 


15,798 


464,698 


29.35 


Areas. 


Acres. 


Number 
of  f^ms. 


Total  irrigable  area  f^rms  reported . 

Total  irrigated  area  Hums  reported. 

Under  water-right  applications. 

Total  cropped  area  bums  reported. 


23,577 
15,798 
15,798 
15,798 


527 
527 
527 
527 


PUBLIC  NOTICE,  DATED  AUGUST  9,  1913. 


1.  In  pursuance  of  the  provisions  of  the  reclamation  act  of  June 
17,  1902  (32  Stat.,  388),  and  acts  amendatory  thereof  and  supple- 
mentary thereto,  notice  is  hereby  given  that  for  all  water-right 
applications  for  lands  in  private  ownership  filed  on  or  after  Decem- 
ber 1,  1913,  the  building  charge  shall  be  $50  per  acre,  payable  in 
installments,  as  follows : 

First   installment $10 

Second  Installment 1 

Third  installment 2 

Fourth  Installment 3 

Fifth    Installment 4 

Sixth   Installment n 

Seventh  installment 5 

Eighth  installment 5 

Ninth  Installment 5 

Tenth  installment 10 

2.  The  first  payment  on  account  of  such  water-right  application 
shall  consist  or  the  first  installment  of  the  building  charge  plus  tlie 
operation  and  maintenance  charges  then  in  force  for  the  first  unit 
or  the  project,  and  shall  be  payable  at  the  time  of  the  filing  of  the 
application  in  the  local  project  office.  The  second  payment  shall  be 
due  on  December  1  of  the  next  calendar  year,  and  subsequent  pay- 
ments shall  be  due  on  December  1  of  each  year  thereafter. 

3.  For  land  for  which  water-right  application  is  made  in  the  first 
unit  after  the  date  of  this  notice,  whether  private  land  or  entered 
land,  in  cases  where  there  has  been  no  written  assignment  of  credits 
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by  former  entrymen,  the  operation  and  maintenance  charge,  until 
further  notice,  shall  be  $1  per  acre  per  annum  whether  water  is 
used  thereon  or  not,  and  payment  thereof  will  entitle  the  water  user 
to  one  acre-foot  of  water  for  each  acre  of  land  irrigated.  Additional 
water  will  be  furnished  at  the  rate  of  50  cents  per  acre- foot. 

4.  In  all  other  respects,  water-right  applications  for  such  private 
and  entered  lands  shall  be  subject  to  the  payments  and  conditions 
prescribed  in  the  public  notices  and  orders  heretofore  issued  for 
the  Huntley  project,  the  same  being  for  the  first  unit  thereof. 

5.  All  payments  shall  be  made  to  the  special  fiscal  agent  of  the 
Reclamation  Service  assigned  to  make  collections  for  the  Huntley 
project. 

A.  A.  Jones, 
Acting  Secretary  of  the  Interior. 

FINANCIAIi  STATEKENT8. 
Assets,  UaUlitieSy  reserves,  and  capital,  Huntley  project,  to  June  SO,  1914, 

ASSETS. 

Accounts  receivable: 

Uncollected  freight  refunds |0. 90 

Construction  charges  due  and  uncollected  from 
water-right  applicants 75, 526. 18 

Operation  and  maintenance  charges  due  and 
uncollected  from  water-right  applicants 4«210.33 


Total $79,  737. 41 

Inventories : 

Animals $1, 417. 00 

Mechanical  and  other  equipment 12,651.00 

Material  and  supplies  on  hand  in  storehouses. .  23, 127.  73 

Unadjusted  transfers  between  projects..! *  170. 15 

Undistributed  cost    (freight   and   handling   on 

inventory  property) 7. 16 


Total 37, 032. 74 

Ck)n8truction  work  in  process: 

Gross  expenditures  for  construction  of  project 

to  date $973,411.87 

Less   revenue   earned   during   con- 
struction, as  follows: 

Rentals  of  cottages $315.00 

Rentals  of  grazing  lands 1,100.69 

Rentals  of  telephones 406.  79 

Miscellaneous  revenues 212.00 

Profits  on  hospitals 1,449.04 

Receipts   from   sale   of   town- 
sites  34. 279. 07 

Ck)ntractors*  freight  refunds—        7,552.24 
Adjustments : 

Depreciation     on     plant     and 

equipment 1,048. 76 

Repairs  to  equipment *3, 186. 17 

Profits  shown  on  Government 
animals 302. 05 


Total  deductions 43,479.46 

Net  expenditures  for  construction  of  project  to  date 929, 932. 41 

Deferred  operation  and  maintenance  charges 310, 257. 51 


Total  assets 1, 356, 960, 07 


1  Deduct. 
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LIABILITIES,  RESERVES,   AND   CAPITAL. 

Accounts  payable: 

Unpaid  labor |9, 298. 25 

Unpaid  purchases •  5, 137. 09 

Unpaid  contract  lioldbacks 3, 630.  70 

Unpaid  freight  and  express  charges 6,228.15 

Unpaid  passenger  fares 108. 24 


Total $23, 402. 43 

Reserves  for  repayment  to  reclamation  fund  of  cost 
of  project: 
Construction  charges  accrued  on  contracts  with 

water-right  applicants $306,218.21 

Construction  charges  paid  in  advance  by  water- 
right  applicants 6,545.77 

Construction    charges    iiaid    and    forfeited    by 
water-right  applicants 3, 289. 68 


Total 316, 053. 66 

Net  investment: 

Disbursements..-* $1,506,049.  72 

Transfers  received  from  other 

projects 62, 600. 45 

$1, 568, 650. 17 

Collections 391, 538. 81 

Transfers  issued  to  other 

projects 159, 607. 38 

551, 146. 19 


Total 1, 017, 603. 98 


Total  liabilities,  reserves,  and  capital  investment  of 

the  Government 1, 356, 960.  07 

Functional  feature  costs  of  Huntley  project  to  June  SO,  19H, 

Carriage  system $637,948. 52 

DiRtributlon  system 290, 035. 99 

Real  estate 17, 785. 46 

Telephone  lines 9, 041. 01 

Miscellaneous  preliminary  investigations 18, 600.  89 


Bross  expenditures  for  construction  of  project  to  date 973, 411. 87 

Operating  revenues  and  expenses,  Huntley  project,  to  June  SO,  1914, 

EXPENSES. 

Carriage  system: 

Operation $10,  835. 38 

Maintenance 21, 228.  32 

Distribution  system: 

Operation 21, 096.  56 

Maintenance ^ 105,  558.  73 

Drainage  and  flood-protection  system,  maintenance 3, 659.  88 

Undistributed  expenses,  maiotenance 17, 873. 10 

Supplemental  construction 219,010.  83 


Total 399,  262.  80 

REVENUES. 

Operation  and  maintenance  charges  accrued  on  contracts  with 
water-right  applicants $84, 877. 76 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 47. 75 
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Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right  applicants 1851.  23 

Rentals  of  lands  and  buildings 3,096. 80 

Rentals  of  irrigating  water 91. 75 

Miscellaneous  revenues • 40. 00 

Deferred  operation  and  maintenance  revenues  (carried  to  the 

debit  side  of  assets  and  liabilities  statement) 310,257. 51 

Total 399, 262. 80 

Estimated  cost  of  contemplated  works,  Huntley  project,  durinff  fiscal  year  1915. 

Development  (storage)  works: 

151,350  cubic  yards  embankment,  at  35  cents $52, 972. 50 

400    cubic    yards    excavation    for    structures,    at 

50  cents 200. 00 

15  cubic  yards  concrete  plain,  at  |14 210.00 

140  cubic  yards  concrete,  reinforced,  at  $20 2,800.00 

100  cubic  yards  puddling,  at  $1 100.00 

10  cubic  yards  riprap,  at  $6 60.00 

30  square  yards  grouted  paving,  at  $2 60.00 

Gates  and  guides 500.00 

Engineering,  etc ^ 11, 644. 13 

Total $68, 546. 63 

Distribution  system : 

6,000  cubic  yards  excavation,  class  1,  at  30  cents 1, 800. 00 

6    lateral    crossings    under    Northern    Pacific    Ry., 

at  $500 3,000.00 

To  complete  steel  j)res8ure  pipe  crossing  High  Line 

Canal,  station,  429-437 800.00 

Engineering,  etc 952.00 

Total 6, 552. 00 

Drainage  and  flood  protection  system 149,742.00 

Operation  and  maintenance  under  public  notice 40, 185. 00 

Total 265,025. 63 
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W.  W.  ScHLECHT,  project  manager,  Malta,  Mont. ;  Joseph  Wright,  engineer, 
St.  Mary  storage  unit,  Fletcher,  Mont. 

(For  Results  to  June  SO,  19 H,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

Counties:  Teton,  Hill,  Blaine,  and  Valley. 

Townships:  d4  to  37  N.,  R.  14  W.;  34  N.,  R.  15  W.;  37  N.,  Rs.  11  to  13  W.; 
27  to  33  N.,  Rs.  17  to  42  E.,  Montana  meridian. 

Railroads :  Great  Northern  and  Canadian  Pacific. 

Railroad  stations  and  estimated  population  January  1,  1914:  Browning; 
HaTre,  5,000;  Chinook,  1,300;  Harlem,  700;  Savoy,  40;  Coburg,  30;  Dodson, 
300;  Wagner,  75;  Malta.  800;  Saco,  600;  Hinsdale,  400;  Glasgow,  1,800;  and 
Nashua,  Mont.,  200 ;  Cardston  and  Woolford,  Canada. 

WATER  STTPPLY. 

Source  of  water  supply:  St  Mary  Lakes,  Swift  Current  Creek,  and  Milk 
River. 

Area  of  drainage  basin :  St.  Mary  Lakes  and  Swift  Current  Creek,  298  square 
miles;  Milk  River  at  Havre,  5,500  square  miles;  Milk  River  at  Malta,  13,000 
square  miles;  Milk  River  at  Hinsdale,  22,000  square  miles. 

Annual  run-off  in  acre-feet  of  St  Mary  River  (including  Swift  Current 
Creek)  :  At  Babb  (298  square  miles),  1902-1913— maximum,  830,000;  minimum, 
469,000;  mean,  618,357.  At  International  Line  (452  square  miles),  1903- 
1912— maximum,  1,107,300;  minimum,  514,100;  mean,  744,800.  Of  Milk  River: 
At  Havre  (5,500  square  miles),  1898-1913— maximum,  426,000;  minimum, 
17,100;  mean,  207,500.  At  Malta  (13,000  square  miles),  1903-1913— maximum, 
647.000;  minimum,  29,400;  mean,  304,000.  At  Hinsdale  (22.000  square  miles), 
1909-1913— maximum,  1,299,000;  minimum,  207,000;  mean,  574,000. 

AGBICTJLTTJBAI.  AND  CLIBCATIC  CONDITIONS. 

Area  for  which  the  service  is  prepared  to  supply  water,  season  1914,  14,000 
acres. 

Area  under  rental  contracts,  season  1914,  2,150  acres. 

Length  of  irrigating  season :  From  April  1  to  September  15,  168  days. 

Average  elevation  of  St.  Mary  storage :  4,500  feet  above  sea  level. 

Average  elevation  of  irrigable  area :  2,2(X)  feet  above  sea  level. 

Average  annual  rainfall  on  St  Mary  storage:  About  24  inches  (Teton  County, 
including  the  snow  equivalent). 

Average  annual  rainfall  on  irrigable  area:  At  Havre,  34  years,  13.67  inches; 
1913, 11.37  inches;  at  Malta,  8  years,  13.40  inches;  1913,  11.29  Inches, 

Range  of  temperature  on  irrigable  area,  — 50**  to  103**  F. 

Character  of  soil  of  irrigable  area :  Sandy  loam,  clayey  loam,  and  some  gumbo. 

Principal  products :  Alfalfa  and  other  fodder  crops,  grain,  and  vegetables. 

Principal  markets :  Minneapolis  and  St.  Paul,  Minn.,  Great  Falls,  Mont,  and 
local. 

LANDS  OPENED  FOB  IRRIGATION. 

No  lands  have  been  opened  for  irrigation  by  public  notice.  The  irrigated  area 
during  1911  was  2,074  acres,  during  1912,  353  acres,  during  1913,  2,545  acres, 
and  during  1914  to  June  30,  2,160  acres. 
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CHBONOLOGICAL  SUMMABY. 

Reconnolssance  and  preliminary  surveys  begun  by  the  Reclamation  Serrice 
.  In  1902. 

Construction  recommended  by  director  March  7,  1903. 

Construction  conditionally  authorized  by  Secretary  March  14,  1903. 

Construction  of  St  Mary  storage  unit  recommended  by  board  of  engineers 
September  19,  1901. 

Construction  of  St.  Mary  storage  unit  authorized  by  Secretary  March  26,  1905. 

Construction  begun  July  27,  1906. 

Dodson  Diversion  Dam  completed  in  January,  1910. 

Treaty  with  Great  Britain  relating  to  distribution  between  Canada  and  the 
United  States  of  the  waters  of  St  Mary  and  Milk  Rivers  signed  January  11, 
1909,  and  proclaimed  May  13,  1910. 

Recommendations  covering  construction  of  the  project  approved  by  Secretary 
June  13,  1912. 

Earthwork  of  Vandalia  South  Canal  completed  May  1914. 

Earthwork  of  Dodson  South  Canal  completed  May,  1914. 

Milk  River  unit  35  per  cent  completed  June  30,  1914. 

St  Mary  storage  unit  30  per  cent  completed  June  30,  1914. 

Entire  project  34  per  cent  completed  June  30,  1914. 

ISBIGATIOK  FLAN. 

The  irrigation  plan  of  the  Milk  River  project  provides  for  the  storage  of 
water  in  the  Sherburne  Lakes  and  the  St.  Mary  Lakes,  and  its  diversion  through 
a  canal  28.8  miles  long,  heading  three-fourths  of  a  mile  below  the  reser\'oir 
and  discharging  into  the  North  Fork  of  Milk  River,  thence  flowing  through 
Canada  for  100  miles  or  more  and  returning  to  the  United  States;  the  storage 
of  water  in  Nelson  Reservoir  south  of  Milk  River  and  14  miles  northeast  of 
Malta ;  the  discharge  of  stored  water  into  Milk  River  as  required ;  the  diversion 
of  water  from  Milk  River  by  a  dam  near  Chinook  into  two  canals,  one  on  each 
side  of  the  river,  for  the  iri'igation  of  lands  near  Chinook  and  Harlem,  com- 
prising the  Chinook  division ;  the  diversion  of  water  from  Milk  River  by  a  dam 
near  Dodson  into  two  canals,  the  north  side  canal  irrigating  lands  near  Dod- 
son, Wagner,  and  Malta,  and  the  south  side  canal  conveying  water  to  Nelson 
Reservoir  and  irrigating  lands  near  Wagner,  Malta,  Bowdoin,  and  Ashfleld ;  the 
irrigation  of  lands  on  both  sides  of  Milk  River  and  Beaver  Creek  in  the  vicinity 
of  Saco  and  Hinsdale  from  the  stored  waters  of  Nelson  Reservoir,  comprising 
the  Malta  division ;  and  in  the  Glasgow  division  the  diversion  of  water  at  Van- 
dalia Dam  into  a  canal  on  the  south  side  of  Milk  River  for  the  irrigation  of 
lands  near  Tampico,  Glasgow,  and  Nashua.  In  case  the  normal  flow  of  Milk 
River  at  Vandalia  Dam  is  not  sufficient  for  the  irrigation  of  lands  in  the  Glas- 
gow division,  the  stored  waters  In  Nelson  Reservoir  will  be  returned  to  Milk 
River  and  diverted  again  at  Vandalia  Dam.  The  United  States  claims  all 
waste,  seepage,  spring,  and  percolating  water  arising  within  the  project,  and 
proposes  to  use  such  water  in  connection  therewith. 

The  features  of  the  above  irrigation  plan  which  have  been  completed  are: 
10.4  miles  of  the  St.  Mary  Canal;  the  Dodson  diversion  dam  to  the  height 
of  the  flxed  crest;  head  works  for  the  Dodson  North  and  South  Canals;  10 
miles  of  Dodson  South  Canal,  with  a  capacity  of  900  second-feet  including 
Point  of  Rocks  equalizing  reservoir,  34  miles  with  a  capacity  of  500  second- 
feet,  and  the  lateral  system  to  cover  about  9,000  acres  above  Malta;  20  miles 
of  the  Dodson  North  Canal,  with  from  200  to  100  second-feet  capacity,  includ- 
ing laterals  and  structures,  supplying  water  to  about  5,000  acres  in  the  vicinity 
of  Dodson,  and  46  miles  of  Vandalia  South  Canal,  with  from  250  to  10  second- 
feet  capacity.  The  work  under  construction  comprises  the  St  Mary  Canal; 
the  distribution  s>'stem  of  the  Dodson  South  Canal,  first  and  second  units,  to 
irrigate  about  10,000  acres ;  the  distribution  system  for  the  Dodson  North  Canal, 
first  and  second  units,  to  irrigate  about  8,000  acres;  the  distribution  system 
for  the  first  and  second  units  of  the  Vandalia  South  Canal,  to  irrigate  about 
12,000  acres;  and  the  Vandalia  diversion  and  headworks.  The  principal  fea- 
tures remaining  to  be  completed  are  the  St.  Mary  Lakes  and  Sherburne  Lakes 
storage  works,  and  18.4  miles  of  the  St  Mary  Canal,  with  all  its  structures; 
the  Chinook  division,  comprising  the  diversion  dam  and  the  Chinook  North  and 
South  Canals;  Nelson  Reservoir;  Nelson  North,  Nelson  South,  Bowdoin,  and 
Ashfield  canal  systems ;  the  movable  crest  for  Dodson  Dam  and  the  repairs  to 
Dodson*  South  Canal  at  Dodson  Bridge. 
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CONSTBUCTION  BUBING  FISCAL  YEAR. 
MILK  RIVER  PROJECTT. 

On  Dodson  North  Canal  the  contracts  for  the  earthwork  to  Exeter 
were  completed  early  in  December,  1913.  On  August  30, 1913,  a  con- 
tract was  let  for  the  construction  of  the  laterals,  waste- water  ditches, 
and  structures  of  the  second  unit.  Dodson  North  Canal.  On  this 
work  several  crossings  under  the  Great  Northern  Railway  were  re- 
quired and  contract  was  entered  into  with  the  railway  company  to 
provide  temporary  bridges  to  carry  the  track  untU  the  permanent 
structures  could  oe  built  by  the  contractor.  This  contract  for  lat- 
erals, waste-water  ditches,  and  structures  is  at  present  85  per  cent 
completed,  and  when  finished  will  reclaim  approximately  6,000  acres 
^  in  the  vicinity  of  Malta. 

On  Dodson  South  Canal  the  contractors  were  engaged  on  the  earth- 
work necessary  for  the  enlargement  and  extension  of  34  miles  between 
Point  of  Rocks  and  Nelson  Reservoir.  The  team  work,  comprising 
31  miles  of  this  extension,  was  completed  on  November  1,  1913,  and 
the  machine  work,  comprising  3  miles  of  heavy  cut,  on  May  29,  1914. 
On  June  10,  1914,  bids  were  opened  for  the  completion  of  structures 
on  the  Dodson  South  Canal  extension  and  for  the  earthwork  and 
structures  of  the  lateral  system  to  cover  about  4,000  acres  lying  be- 
tween Alkali  Creek  and  Lake  Bowdoin.  This  contract  is  to  be  com- 
pleted on  or  before  May  31,  1915.  The  extension  of  the  Upper  Peo- 
ples Creek  dike  was  beffun  during  August,  1913,  and  completed  in 
September,  thereby  finisning  all  work  in  this  vicinity.  On  October 
10,  1913,  a  contract  was  awarded  for  the  extension  and  completion 
of  the  earthwork  for  the  laterals  and  waste-water  ditches  on  the  first 
unit  of  the  Dodson  South  Canal.  A  large  force  was  employed  on 
this  work,  which  was  completed  during  December,  1913. 

At  Vandalia  Diversion  active  work  Dy  Government  forces  was  be- 
gun on  August  1,  1913,  the  force  employed  ranging  from  60  men 
during  the  winter  months  to  180  men  during  th«  more  favorable  con- 
struction season.  Work  has  been  concentrated  on  the  foundation  for 
the  dam,  two  abutments,  and  the  auxiliary  spillway,  and  at  present 
this  feature  is  50  per  cent  completed. 

The  contracts  for  the  earthwork  of  the  Vandalia  South  Canal  were 
completed  during  May,  1914.  Contracts  for  the  earthwork  and  struc- 
tures of  the  first  unit,  Vandalia  South  Canal,  were  let  during  De- 
cember, 1913.  The  work  was  begun  during  March,  1914,  and  is  at 
present  about  45  per  cent  completed. 

On  June  8  contract  was  awarded  for  the  earthwork  of  the  auxiliary 
spillway  channel  of  Vandalia  Diversion. 

On  May  20  bids  were  opened  for  the  earthwork  and  structures  of 
the  second  unit,  Vandalia  South  Canal,  and  on  May  27  for  the  earth- 
work and  structures  of  the  Vandalia  South  Canal  at  Vandalia  Point. 

These  contracts  and  the  work  under  way  will  complete  the  Dodson 
North  Canal,  Dodson  South  Canal,  and  Vandalia  South  Canal  sys- 
tems to  irrigate  approximately  40,000  acres. 

ST.  MARY  STORAGE  UNIT. 

The  principal  work  comprised  the  completion  of  the  excavation  of 
the  St.  Mary  Canal  between  stations  277  and  486  and  between 
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stations  236  and  263 ;  the  construction  of  a  telephone  line  from  the 
headworks  to  the  St.  Mary  Crossing,  11  miles,  and  from  the  head- 
works  to  Sherburne  Lakes  Reservoir  Dam  site,  6.5  miles;  the  con- 
struction of  a  highway  from  the  headworks  to  Sherburne  Lakes  Res- 
ervoir Dam  site,  6.5  miles ;  the  construction  of  a  temporary  camp  for 
engineers  on  mile  23  of  the  St.  Mary  Canal;  the  partial  construc- 
tion of  a  construction  camp  at  the  Sherburne  Lakes  Reservoir  Dam 
site ;  the  rafting  to  the  sawmill  at  the  foot  of  Lower  St.  Mary  Lake 
of  470,000  feet  b.  m.  of  logs,  and  the  sawing  of  178,000  feet  b.  m. 
of  lumber ;  and  subsoil  investigations  of  the  Sherburne  Lakes  Reser- 
voir Dam  site.  All  the  above  work  was  accomplished  with  Govern- 
ment forces. 

Contracts  were  awarded  for  the  construction  of  the  St.  Mary  Canal 
and  all  of  its  structures,  except  the  St.  Mary  River  Crossing  and 
Hall's  Coulee  Crossing  pressure  pipes.  The  contracts  for  the  earth- 
work of  schedules  1,  3,  and  4  were  awarded  in  July  and  August  of 
1913.  and  for  the  earthwork  of  schedules  2a  and  21  and  for  the 
structures  in  May  and  June,  1914. 

The  contract  for  schedule  1  is  now  50  per  cent  completed ;  schedule 
3,  36^  per  cent ;  schedule  4,  62  per  cent ;  and  schedule  21, 15  per  cent. 
Only  a  beginning  has  been  made  on  the  structures. 

During  the  year  62,929  cubic  yards  were  excavated  from  the  St. 
Mary  Canal  by  Government  forces  and  604,094  cubic  yards  by  con- 
tract.   The  earthwork  of  the  canal  is  now  43^  per  cent  completed. 

A  part  of  the  flowage  lands  at  the  foot  of  lower  St.  Mary  Lake 
was  farmed,  with  a  view  to  the  insurance  of  forage  for  Government 
animals.  One  hundred  and  ten  acres  were  seeded  to  grasses,  with 
oats  as  a  nurse  crop,  in  1913,  from  which  225  tons  of  oat  hay  were 
harvested.  In  1914,  60  acres  were  seeded  to  oats  and  110  acres  of 
grass  irrigated. 

Plans  and  specifications  for  the  structures  of  the  St.  Mary  Canal, 
and  for  the  Sherburne  Lakes  Reservoir  Dam,  were  prepared,  and  the 
contracts  for  the  structures  awarded  during  the  year.  At  the  end  of 
the  year  preparations  were  being  made  to  begin  the  construction  of 
the  Sherburne  Lakes  Reservoir  Dam  with  Government  forces.  De- 
tailed drawings  of  the  structures  of  the  St.  Mary  Canal  have  been 
prepared  in  pencil,  and  they  are  now  being  checked  and  traced. 
Additional  topography  in  the  proposed  Sherburne  Lakes  Reservoir 
was  taken  during  the  year. 

The  installation  of  that  part  of  the  first  line  of  pressure  pipe  of 
the  St.  Mary  River  Crossing  lying  west  of  the  river,  work  on  which 
was  in  progress  at  the  beginning  of  the  fiscal  year,  was  completed 
and  the  backfilling  placed. 

OPERATION'  AND  MAINTENANCE. 

The  system  operated  during  1913  consisted  of  the  upper  ends  of 
both  Dodson  North  and  South  Canals  (about  10  miles  of  the  North 
and  18  miles  of  the  South).  The  North  Canal  heads  with  a  capacity 
of  200  second- feet  and  the  South  Canal  with  a  capacity  of  900  second - 
feet,  but  was  limited  during  the  season  of  1913  by  a  temporary  flume 
across  the  break  at  Dodson  Bridge  to  about  50  second-feet^  which, 
by  using  the  Point  of  Rocks  equalizing  reservoir  for  storage,  was 
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ample  to  supply  the  demands.  During  April,  May,  and  June,  1913, 
the  rainfall  was  sufficient,  and  came  at  suitable  intervals  to  keep  the 
crops  growing  in  good  shape.  The  months  following  were  dry  and 
crops  which  were  not  irrigated  suffered  considerable  damage,  their 
yield  being  reduced  by  alwut  50  per  cent.  No  hailstorms  or  dam- 
aging winds  struck  the  project.  The  last  killing  frost  occurred  on 
Apnl  10  and  the  first  on  September  25,  1913.  The  season  of  1914 
was  Tery  dry  until  the  latter  part  of  May,  and  the  rim-off  of  the  river 
droppedf  to  2  second-feet,  which  was  far  from  being  ample  to  meet 
the  demands  of  irrigators.  By  June  30  thirty  applications  had  been 
received  for  water,  to  be  applied  to  2,200  acres. 

Historical  reiHeic,  Milk  River  project. 


Item. 


Acreage  for  which  service  was  prepared  to  supply  water 

Acreage  Irrigated. 

Number  of  nrms  irrigated 

Miles  of  canal  operated 

Water  diverted  (acre-feet) 

Water  delivered  to  land  (acre-feet) , 

Per  acre  of  land  irrigated  (acre-liBet) 


>  Estimated. 


mi 

1913 

1913 

19141 

7,«00 

2,074 

29 

30 

11.160 

7,800 

353 

9 

30 

2,885 

293 

0.82 

12,800 
2.545 
41 
50 
4.267 
2.340 
0.92 

14,000 
3.500 

50 

55 

7.000 

2,853 
1.28 

4,000 

1.00 

SETTLEMENT. 

As  no  public  notice  announcing  the  opening  of  the  project  has  been 
issued,  no  material  progress  has  been  made  in  settlement,  although 
several  transfers  have  been  made  of  deeded  lands.  There  are  several 
large  holdings  of  land,  but  as  yet  little  has  been  done  toward  sub- 
dividing and  selling  the  excess  holdings.  Water  is  being  delivered  to 
homestead  lands  in  the  Dodson  units  on  a  rental  basis. 

Settlement  data  of  irrigated  diJttrict,  Milk  River  project. 


Item. 


1913 


1914.1 


1 .  Total  nomber  of  fiums  on  project 

2.  Population  of  (1) 

3.  Number  of  irrigated  farms 

4.  Operated  by  owners  or  managers 

5.  Operated  by  tenants 

6.  Population  of  (3) 

7.  Number  of  towns. 

8.  Population  of  (7) 

9.  Total  population  in  towns  and  on  forms  (sum  of  (2)  and  (8)) 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banks. 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  nmnber  of  depositors 

16.  Number  of  relinouishments 

17 .  Number  of  canoeuations 


62 

70 

126 

150 

41 

50 

32 

32 

9 

18 

90 

110 

3 

3 

900 

1,200 

1.026 

1,350 

4 

4 

5 

6 

2 

3 

$75,000 

t05.000 

1450.000 

•530.000 

1.400 

1,700 

0 

0 

0 

0 

1  Estimated. 


PBIKCIPAL  CROPS. 


Grains  occupied  80  per  cent  and  hay  19  per  cent  of  the  lands  cropped 
under  irrigation  from  the  Government  system  on  the  Milk  River 
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project  in  1913.    Wheat  alone  occupied  nearly  50  per  cent  of  the  area. 
The  crop  report  from  these  lands  follows: 

Crop  report,  irrigated  lands.  Milk  River  project,  year  of  191S. 


Area, 
acres. 

Unit, 
of  yield. 

Yields. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

Total. 

Peracr^. 

Cropped: 

Alfelfa,new 

60 

155 

35 

3 

697 

178 

2 

26 

260 

4 

1,139 

Ton 

...do 

Bushel.. 

Ton 

...do 

Bushel.. 

62 

339 

377 

6 

519 

1,429 

1.0 
2.2 
10.8 
2.0 
.9 
8.0 

110.00 

10.00 

.36 

5.00 

11.00 

1.24 

1620 

3,390 

135 

80 

5,709 

i;772 

150 

SiO.33 

Alfalfa,  old 

21.87 

Barley 

8.85 

Beets,  sugar 

10.00 

Blue  stem  hav 

0.90 

Flax 

0.96 

Garden 

7S.00 

Grain  hay 

Ton 

Bushel.. 

...do 

...do 

11 

7,084 

517 

13,301 

.4 
27.2 
129.2 
11.7 

9.00 
.40 

1.20 
.65 

99 ,         am 

Oats 

2,834 

620 

8,646 

10l90 

Potatoes 

155.10 

Wheat 

7.60 

Total 

2,459 

24,005 

OTA 

Irrigated,  no  crop: 

Stubble : 

177 
64 
155 

Sod 

Less  duplicated  areas 

Total 

86 



... 

Total  irrigated 

2,545 

"" 

1 

, 

Areas. 


Total  irrigable  area  farms  reported . 
Total  irrigated  area  farms  reported 

Under  rental  contracts 

Total  cropped  area  farms  reported. 


In  comparison  with  these  figures  is  the  following  report  from  un- 
irrigated  lands  on  the  project.  It  is  seen  that  about  the  same  crops 
were  grown  on  unirrigated  as  on  irrigated  lands  and  in  about  the 
same  proportions  of  tne  area  cropped.  On  the  dry-farmed  areas 
more  gram  and  less  hay  were  grown  and  the  yields  were  generally 
poorer  than  on  irrigated  land. 

Crop  report,  nonirrigated  lands,  Milk  River  project,  year  of  191S, 


Crop. 


Area, 
acres. 


Unit 
of  yield. 


Yields. 


Total. 


Average 
per  acre. 


Values. 


Per  unit 
of  yield. 


Total. 


Per  acre. 


Alfalfo,  new.... 

Alfalfa,  old 

Barley 

Blue-stem  hay.. 

Flax 

Grain  hay 

Oats 

Potatoes 

Wheat 


Total  cropped 

Total  ana  average. 


10 

19 

88 

347 

•    212 

8 

510 

6 

1,107 


Ton. . . . 
...do.... 

Bushel. 

Ton. . . . 

Bushel. 

Ton. . . . 

Bushel. 
...do.... 
...do.... 


10 

30 

1,326 

221 

749 

6 

7,140 

626 

9,139 


1.0 

1.6 

15.1 

.6 

3,5 

.8 

14.0 

104.2 

8.3 


110.00 

10.00 

.36 

11.00 

1.24 

9.00 

.40 

1.20 

.65 


1100 

300 

477 

2,431 

909 

54 

2,856 

760 

5,940 


$10.00 
15.79 
6.42 
7.01 
4.29 
6.75 
5.00 

126.67 
5.37 


2,307 


13,837 


5.99 
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OBDE&  DATED  MABCH  4,  1914. 

In  order  to  provide  for  the  relief  of  those  settlers  who  have  made 
homestead  entries  for  lands  withdrawn  under  the  provisions  of  sec- 
tion 3  of  the  reclamation  act  of  June  17, 1902  (32  Stat,  388),  situated 
in  what  is  known  as  the  Chinook  division,  Milk  River  project, 
Montana,  west  of  Dodson  Dam,  it  is  hereby  ordered : 

(1)  For  all  such  lands  covered  by  existing  uncompleted  homestead 
entries  the  withdrawal  under  the  reclamation  act  will  be  revoked  as 
to  lands  held  to  be  susceptible  of  irrigation  to  the  end  that  patent 
may  issue  upon  proper  compliance  with  the  general  homestead  laws; 
provided,  that  the  reclamation  withdrawal  will  not  be  revoked  as  to 
any  such  land  until  the  entryman  has  become  a  member  of  the  Water 
Users'  Association,  and  has  executed  stock  subscription  and  contract 
with  the  association  covering  the  land,  which  has  been  recorded,  and 
provided  further,  that  when  water  is  made  available  for  the  irriga- 
tion of  the  land  the  area  for  which  any  one  entryman  or  his  successor 
in  interest  may  hold  a  water  right  under  the  project  prior  to  full 
payment  will  be  limited  to  80  acres  of  irrigable  land, 

Franklin  K.  Lane, 
Secretary  of  the  Interior. 

OBDEB  DATED  MABCH  11,  1014. 

In  order  to  provide  for  the  relief  of  those  settlers  who  have  made 
homestead  entries  for  lands  withdrawn  under  the  provisions  of  sec- 
tion 3  of  the  reclamation  act  of  June  17, 1902  (32  Stat.,  388) ,  situated 
in  what  are  known  as  the  Malta  and  Glasgow  divisions  of  the  Milk 
Eiver  project,  east  of  Dodson  Dam,  it  is  hereby  ordered : 

(1)  For  all  lands  situated  east  of  Dodson  Dam,  for  which  water 
for  irrigation  is  now  or  will  probably  be  available  within  a  period 
of  five  years,  the  withdrawal  under  the  reclamation  act  shall  remain 
intact  and  at  the  proper  time  such  settlers  will  be  required  to  conform 
their  entries  to  establish  farm  units. 

(2)  For  all  lands  situated  east  of  Dodson  Dam,  covered  by  exist- 
ing uncompleted  homestead  entries  and  for  which  water  for  irriga- 
tion will  probably  not  be  available  within  a  period  of  five  years,  the 
withdrawal  under  the  reclamation  act  will  be  revoked  to  the  end  that 

}>atent  may  issue  upon  proper  compliance  with  the  general  homestead 
aws ;  provided,  that  the  reclamation  withdrawal  will  not  be  revoked 
as  to  such  lands  until  the  entrymen  have  become  members  of  the 
Water  Users'  Association  and  executed  stock  subscriptions  and  con- 
tracts with  the  association  covering  the  lands ;  and  provided  further, 
that  when  water  is  made  available  for  the  irrigation  of  the  land  no 
such  settler  or  landowner  will  be  permitted  to  acquire  a  water  right 
under  the  project  for  an  area  in  excess  of  80  acres  of  irrigable  land. 

(3)  Nothing  herein  contained  shall  be  construed  as  in  any  way 
modifying  the  terms  of  departmental  order  of  March  12,  1910,  re- 
garding a  farm  unit  of  160  acres  for  lands  in  the  Dodson  South 
Canal  ui^it,  entered  prior  to  that  date  and  which  are  held  by  the 
original  homestead  entrymen. 

Andrieus  a.  Jones, 
First  Assistant  Secretary  of  the  Interior. 
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FINANCIAIi  STATEKEKTS. 
Assets,  liaMHHes,  reserves,  and  eapital,  Milh  River  project^  to  June  SO,  19 H. 


Cash  iu  fiscal  agent's  i)ossesslo]i  awaiting  remittance $9. 05 

Accounts  receivable: 

Uncollected  freight  refunds |10,286.16 

Uncollected  water  rentals 1, 135. 00 


Total . 11, 401. 16 

Inventories : 

Mercantile  stores  and  stock  on  hand 4,820.74 

Animals 12, 569. 01 

Mechanical  and  other  equipment 17,452.42 

Materials  and  supplies  on  hand  in  storehouses.  36, 927. 42 

Goods  in  transit 754. 19 

Undistributed  cost  (freight  and  handling  on 

Inventory  property) 2,094.82 


Total 74, 118. 60 

Construction  work  in  process : 

Gross  expenditures  for  construction  of  project 

to  date 1, 853, 281. 36 

Less  revenue  earned  during  construction,  as 
follows : 

Rentals  of  cottages $411.  53 

Rentals  of  grazing  lands 1. 120. 00 

Rentals  of  irrigation  water 7,794.97 

Miscellaneous  revenues 65. 00 

Profits  on  mess  houses 1, 263. 05 

Profits  on  mercantile  stores. __    2, 539. 60 

Profits  on  hospitals 1, 131. 91 

Contractors'  freight  refunds..  16,654.28 
Forfeitures  by  defaulting  bid- 
ders and  contractors 910.00 

Adjustments : 

Profits  shown  on  Government 
animals 2, 590.  30 


Total  deductions 34,480.64 


Net  expenditures  for  construction  of  project  to  date 1,818,800.72 


Total  assets 1, 904, 329. 53 


LIABILITIES. 

Accounts  payable: 

Unpaid  labor $7. 562. 37 

Unpaid  purchases 9, 121. 58 

Unpaid  contract  estimates 24,634.54 

Unpaid  contract   holdbacks 10,241.12 

Unpaid  freight  and  express  cha rges 28, 798. 16 

Unpaid  passenger  fares 291.  20 

Unpaid  agreements  to  purchase  real  estate..,  2, 100. 60 

Unredeemed  coupon  books 84.55 

Unpaid  miscellaneous 440.96 

Total '    83, 275. 08 
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Net  inyestment: 

Disbursements $1, 759, 565. 47 

Transfers  received  from  other 

projects 107. 585. 98 

$1, 867, 151. 45 

Collections 23, 318.47 

Transfers  issued  to  other 
projects 22, 77a  53 

46,097.00 


Totiil $1,  821, 054.  45 


Total   liabilities,   reserves,   and  capital   investment 

of    the   Government 1,901,329.53 


Functional  feature  costs  of  Milk  River  project  to  June  SO,  lOlJ^. 

Development  (storage)  works $425,766.27 

Carriage  system 989,  516.  86 

Distribution  system 282, 198. 95 

Real   estate 13, 780. 32 

Miscellaneous  preliminary  investigations 96,709.34 

Operation  and  maintenance  during  construction 38,793.89 

Cost  ledger  inventories 6,515.73 


Gross  expenditures  for  construction  of  project  to  date 1, 853, 281. 36 

Estimated  costs  of  contemplated  toork.  Milk  River  project,  dwring  fiscal  year 

1915, 

Development  (storage)   worlss: 

Dodson  diversion $36,755.73 

Vandalia    diversion 195,  (XX).  00 

Nelson  Reservoir 53,  8(X).00 

Chinook  diversion 15. 000. 00 


Carriage  system: 

Dodson  North  Main  Canal 21,688.28 

Dodson  South  Main  Canal 71,532.21 

Vandalia  South  Canal 110,666.67 

Ashfleld  Main  Canal 5CX>.00 

Bowdoin  Main  Canal 73,000.00 

Nelson  Reservoir  Main  Canal 4,500.00 

Chinook  Main  Canal 9,500.00 


$300,  555.  73 


291, 387. 16 


Distribution  system: 

Dodson  North  Main  Canal 43,376.56- 

Dodson  South  Main  Canal 137,064.42 

Vandalia  South  Canal 211,333.33 

Ashfleld  Main  Canal 2,000.00 

Bowdoin  Main  Canal 49,500.00 

Nelson  Reservoir  Main  Canal 7,  (XX).  00 

Chinook  Main  Canal 7,500.00 


457, 774.  31 
Miscellaneous  preliminary  investigations: 

BiXamination  of  project  as  a  whole 6, 045. 66 

Operation  and  maintenance  during  construction 7,000.00 


Total 1, 062, 762. 86 
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Assets,  lialHlities,  reserves,  and  capital,  8t,  Mary  storage  unit,  to  June  SO,  1914- 


Cash  in  fiscal  agent's  possession  awaiting  remittance $366. 32 

Accounts  receivable: 

Uncollected  freight  refunds $438-  80 

Uncollected  miscellaneous  items 253.08 

Total 691.88 

Inventories : 

Mercantile  stores  stock  on  hand 1, 258. 15 

Animals 8,  Oil.  00 

Mechanical  and  other  equipment 40,106.67 

Material  and  supplies  on  hand  in  storehouses..      53, 024. 24 

Goods  in  transit 2,035.45 

Unadjusted  transfers  between  projects 4,691.61 

Undistributed  cost  (freight  and  handling  on  in- 
ventory property) 4,589.64 

Total H 113, 716. 76 

Ck>nstruction  work  in  process: 

Gross  expenditures  for  construction  of  project 

to  date 760, 210.00 

Less  revenue  earned  during  construction : 

Rentals  of  cottages $3,934.00 

Rentals  of  telephones 366.84 

Miscellaneous  revenues 8.50 

Loss  on  mess  houses 1 2, 729. 70 

Profits  on  mercantile  stores 4, 046. 24 

Profits  on  hospitals 439.29 

Profits  on  blacksmith  shops 23. 24 

Contractors*  freight  refunds 818.28 

Forfeitures  by  defaulting  bidders 

and  contractors 110. 00 

Loss  shown  on  Government  ani- 
mals   1 10, 110. 15 

Total  deductions i3, 093. 46 

Net  expenditures  for  construction  of  project  to  date 763, 303. 46 


Total  assets 878,078. 42 

LIABILITIES,    RESERVES,    AND    CAPITAL. 

Accounts  payable: 

Unpaid  labor $2, 817. 28 

Unpaid  purchases 3,539.37 

Unpaid  contract  estimates 40,089.35 

Unpaid  contract  holdbacks 14,060.43 

Unpaid  freight  and  express  charges 7, 845. 83 

Unpaid  passenger  fares 33.65 

Unredeemed   meal   tickets 2.00 

Total $68, 387. 91 

Net  investment:  min-nr  riTJM^ """^  ^ 

Disbursements $765, 411. 13 

Transfers  received  from  other  pro- 

Jects 108,  810. 53 

>-  874,221.66 

Collections 20,755.20 

Transfers  issued  to  other  projects.      43, 775. 95 

>gW^  ' ^'  ^^'  1^ 

Total 809, 690. 51 


Total  liabilities,  reserves,  and  capital  investment  of  the 

Government 878, 078. 42 


1  Deduct. 
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Functional  feature  co8t8  of  8t,  Mary  storage  unit  to  June  30,  19 U, 

Development  (storage)  works $35,117.40 

Carriage  system 500, 568. 47 

Power  system 4,099.43 

Real  estate 19. 467. 26 

Telephone  lines 14, 946. 53 

Roads  and  bridges 125,187.71 

Miscellaneous  preliminary  investigations 50.782.68 

Cost-ledger  inventories 10,040. 52 


Gross  expenditures  for  construction  of  project  to  date 760, 210. 00 

Estimated  cost  of  contemplated  work  8t,  Mary  storage  unit  during  fiscal  year 

1915. 

Develq;)ment  (storage)  works: 

Swift  current  diversion $63,000 

Sherburne  Lake   Reservoir 237,000 

$300,000 

Carriage  system  : 

St.  Mary  Crossing,  pipe  and  bridge 48,  500 

Halls  (Coulee  Crossing,  pipe 14,000 

Earthwork 397, 600 

St.  Mary  <3anal,  headworks 57,500 

Highway  Bridge  over  main  canal 10,  2(X) 

Check  gate.  Station  No.  91 4, 600 

Kennedy  Creek  Crossing - 34,000 

Control  and  sluice  gate,  station  277/50 6,000 

Kennedy  Creek  Dikes 22,000 

Powrfl  Creek  Crossing 9, 500 

St.  Mary  Crossing,  except  pipe  work 40,000 

Spider  Coulee  flume 19.000 

Control  gate.  Station  No.  615 5,000 

Cow  Creek  Crossing 5,000 

Sluice  gate.  Station  No.  884 7,  500 

Intake  and  outlet.  Halls  Coulee  Crossing 10, 000 

Pipe  culverts 2, 500 

Concrete  drops  and  canal  excavation 47,500 

Elarth  dams  and  canal  excavation 40,000 

Upham's  culvert  at  Station  284 750 

781,150 

Real  estate,  purchase  of  lands  for  right  of  way 12,000 

Telephone  lines,  maintenance 500 

Roads  and  bridges,  maintenance 2,  000 

Total 1, 095. 650 
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R.  M.  Snell,  project  manager,  Fort  Shaw.  Mont. 
(For  Re$ult8  to  June  30, 1914,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

Counties:  Teton,  Lewis  and  Clark,  Choteau,  Cascade. 

Townships :  20  to  23  N.,  Rs.  6  E.  to  8  W.,  Montana  meridian. 

Railroads :  Great  Northern ;  Chicago,  Milwaukee  &  St.  Paul. 

Railroad  stations  and  estimated  population,  January  1.  1914:  Vaughn,  100; 
Power,  75;  Button,  125;  Collins,  100;  Largent;*  Fort  Shaw,  103;  SImms,  185; 
Riebllng;^  Oilman,  300;  and  Choteau,  1,000. 

WATER  SUPPLY. 

Source  of  water  supply :  Sun  River  and  tributaries,  Deep  Creek,  Bowl  Creek, 
and  Basin  Creek. 

Area  of  drainage  basins:  Sun  River,  1,070  square  miles;  Deep  Creek,  260 
square  miles ;  Bowl  Creek,  9  square  miles ;  Basin  Creek,  15  square  miles. 

Annual  run-off  in  acre-feet :  North  Fork*  of  Sun  River,  near  Augusta,  1905- 
1913,  maximum,  805,000 ;  minimum,  378,000 ;  mean,  656,000.  Willow  Creek  near 
Augusta,  1906-1913,  maximuifi,  35,300;  minimum,  7.900:  mean,  21.000.  Sun 
River  at  Sun  River,  1906-1913,  maximum,  1,140,000;  minimum,  390,000;  mean, 
804.000.  South  Fork  of  Sun  River,  near  Augusta,  1905-1913,  maximum,  147,000 ; 
minimum,  28,000;  mean,  77,000. 

AaBICXJLTU&AL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  the  service  is  prepared  to  supply  water,  season  of  1914: 
16,346  acres. 

Area  under  water-right  applications,  season  of  1914 :  10,611.20  acres. 

Area  under  rental  contracts,  season  of  1914 :  194  acres. 

Length  of  irrigating  season :  From  May  15  to  October  1 — 138  days. 

Average  elevation  of  irrigable  area :  3,700  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area:  26  years,  12.01  inches;  1913,  12.25 
inche& 

Range  of  temperature  on  irrigable  area :  —40**  to  100**  F. 

Character  of  soil  of  irrigable  area :  Sandy  loam,  clay,  adobe,  and  alluvium. 

Principal  products:  Hay,  grain,  and  vegetables. 

Principal  markets :  Great  Falls,  Helena,  and  Butte,  Mont. 

LANDS  OPENED  FOR  IRRIGATION. 

Dates  of  public  notices:  March  26,  1908;  November  19,  1910;  March  28,  1911; 
March  2.  July  13.  1912;  June  23.  1913. 

Location  of  lands  opened:  Ti)s.  20  and  21  N.,  Rs.  1  to  3  W.,  Montana  me- 
ridian. 

Present  status  of  irrigable  lands  opened:  10.211.20  acres  entered,  subject  to 
the  reclamation  act;  3,041.16  acres  open  to  entry;  281  acres  of  State  lands; 
1,896  acres  in  private  ownership,  which  have  not  applied  for  water;  400  acres 
in  private  ownership,  which  have  applied  for  water. 

Limit  of  area  of  farm  units :  160  acres : 

Duty  of  water :  2  acre-feet  per  acre  per  annum  at  the  farm. 

Building  charge  per  acre  of  irrigable  land :  $30  and  $36. 

Annual  operation  and  maintenance  charge :  $1  per  acre  of  irrigable  land. 


^Population  less  than  25.  Digitized  by  VjUOQIc 
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CHBONOLOGICAL  SUMMA&Y. 

Reconnoissance  made  and  preliminary  surveys  begun  In  1906. 

Construction  recommended  by  board  of  engineer s»  February  13,  1906. 

Construction  authorized  by  Secretary  February  26,  1906. 

Fort  Shaw  Main  Canal  completed  July,  1908. 

First  Irrigation  by  Reclamation  Service,  season  of  1909. 

Fort  Shaw  unit  completed  December,  1909. 

Willow  Creek  Dam  completed,  present  development,  November  7,  1911. 

Entire  project  15.9  per  cent  completed  June  30,  1914. 

IBBIGATION   PLAN. 

The  Irrigation  plan  of  the  Sun  River  project  so  far  as  approved  provides  for 
the  storage  of  water  in  Sun  River  storage  reservoir  on  the  North  Fork  of  Sun 
River;  in  the  Willow  Creek  Reservoir,  on  Willow  Creek;  In  Plshkun  Reservoir, 
north  of  Sun  River ;  the  diversion  of  water  from  the  North  Fork  of  Sun  River 
through  supply  canals  for  the  Willow  Creek  and  Plshkun  Reservoirs;  the  diver- 
sion of  water  from  Sun  River,  supplemented  by  stored  waters  released  from 
Sun  River  storage  and  Willow  Creek  Reservoirs,  into  a  canal  system  watering 
lands  mainly  In  the  abandoned  Fort  Shaw  Military  Reservation ;  and  the  diver- 
sion of  water  from  Pishkun  Reservoir  Into  Sun  River  slope  canal,  supplying 
water  tor  lands  in  the  Sun  River  Valley. 

Possible  future  development  may  Include  the  storage  of  water  In  the  Muddy 
Creek  Reservoir,  on  Muddy  Creek ;  the  diversion  of  water  from  Bowl  and  Basin 
Creeks,  tributaries  of  Flathead  River,  across  the  Continental  Divide  to  Sun 
River  drainage;  and  the  diversion  of  flood  waters  from  De^  Creek  into 
Plshkun  Reservoir. 

The  United  States  claims  all  waste,  seepage,  spring,  and  percolating  water 
arising  within  the  project  and  proposes  to  use  such  water  in  connection  there- 
with. 

The  Fort  Shaw  unit  and  the  Willow  Creek  Dam  (first  development)  of  the 
project  are  completed.  The  major  portion  of  tl^e  diversion  dam  in  Son  River 
canyon  is  built  and  the  diversion  tunnel  driven.  Drawings  of  the  first  mile  of 
the  Plshkun  Reservoir  supply  canal  are  finished  and  the  remainder  of  the 
canal  and  the  structures  thereon  are  under  construction.  The  Sun  River  slope 
canal,  with  the  structures  appurtenant  thereto.  Is  also  under  construction,  and 
drawings  for  the  canals  and  structures  for  the  irrigation  of  Greenfields  Bench 
are  in  course  of  preparation,  the  necessary  surveys  having  been  made. 

CONSTRUCTION  DURING  PISCAL  YEA&. 

The  Sun  River  diversion  dam  has  been  constructed  to  elevation  4385, 
6  feet  above  the  low-water  mark,  and  95  feet  remain  to  be  added  after 
the  high  water.  The  intake  tunnel  is  driven  but  not  lined,  and  the 
excavation  for  the  controlling  works  completed.  The  heavy  canal 
work  under  contract  is  handled  by  two  electric  draglines  and  a  trans- 
mission line  has  been  built  from  substation  No.  3  of  the  Great  Falls 
Power  Co.  at  the  diversion  dam,  28  miles  down  the  canal,  to  convey 
power  to  the  contractors.  MacArthur  Bros.  Co.  have  excavated  under 
contract  approximately  12  miles  of  canaL  including  2  miles  of  heavy 
rock  work,  and  2.500  feet  of  tunnel.  Thirty-four  miles  remain  to 
be  excavated  under  this  contract  to  complete  the  canal  system  as 
far  as  Greenfields  bench,  and  drawings  are  being  made  for  the  65,000 
acres  composing  this  unit. 

Hayden  Bros,  have  completed  three  culverts  on  the  canal  and  have 
started  excavation  on  eight  others.  Their  work  is  about  10  per  cent 
completed. 

Three  camps  to  accommodate  20  men  each  have  been  built  along 
the  work  under  contract,  for  housing  the  engineers  and  field  assist- 
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ants.  The  project  oflBce  has  been  changed  from  the  Fort  Shaw  town- 
sit«  to  the  Duiidings  formerly  occupied  by  the  Fort  Shaw  Indian 
School.  A  two-story  concrete  vault  has  been  built  and  minor  repairs 
to  the  building  made. 

OPEBATIOK  AND  MAINTEKANCE. 

During  the  season  of  1913  the  entire  system  of  121  miles  of  canals 
and  laterals  on  the  Fort  Shaw  unit  was  in  operation,  24,628  acre- 
feet  of  water  being  diverted  and  179  farm  units,  comprising  7,491 
acres,  being  irrigated.  Fourteen  thousand  three  hundred  acre- 
feet  were  stored  in  Willow  Creek  Reservoir ,  but  were  not  used,  as 
the  supply  from  the  river  was  sufficient.  Some  land  has  become 
affected  by  seepa^.  Preliminary  surveys  and  an  investigation  have 
been  made  for  relieving  the  affected  districts. 

About  one-half  of  the  land  under  the  canal  system  was  irrigated, 
and  only  during  the  month  of  July  was  there  a  large  demand  for 
water,  which  was  delivered  upon  demand  and  in  such  quantities 
as  requested  by  the  user.  As  a  result  there  was  an  excessive  demand 
during  10  days  in  the  middle  of  July  which  resulted  in  unsatisfactory 
service,  and  to  eliminate  a  repetition  of  this  sort  it  was  proposed  to 
deliver  water  by  rotation  during  the  season  of  1914.  However,  the 
rotation  system  was  not  desired  by  the  water  users  and  the  same  plan 
is  being  used  as  in  1913.  A  small  force  has  been  employed  from  time 
to  time  in  riprapping  and  cleaning  ditches,  but  no  extensive  repairs 
have  been  made. 

Historical  review,  Sun  River  project. 


Item. 


Acreage  for  which  service  was  prepared  to  supply  water 

Acreage  irrigated 

MOee  of  canals  operated 

Water  diverted  (acre-feet) 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  Irrigated  (acre-feet) 


1910        1911         1912        1918    ,    1914 


16,  (XX) 

4,194 

105 

80,499 

9,707 

2.8 


16.346 
6.892 
121 
24.192 
11.380 
L65 


16,346 
6.824 
121 
20,392 
11,688 
1.71 


16,346  I 
7,491  I 

121 
24,628 
11,187 

1.5  I 


16,846 
8,500 
121 
21,250 
10,625 
1.25 


SETTLEMENT. 

During  1913  there  were  six  new  homestead  entries  made  under  the 
reclamation  act,  six  relin(iuishments,  and  four  transfers  of  title. 

The  Great  Falls  Chamber  of  Commerce  raised  $5,000,  which  was 
subject  to  loan  to  the  farmers  under  the  project  for  the  purchase  of 
dairy  stock.  The  farmer  was  to  make  payment  for  the  stock  from  the 
money  obtained  from  the  sale  of  milk  and  cream.  This  opportunity 
was  not  utilized  on  account  of  the  high  rate  of  interest  asked  by  the 
chamber  of  commerce  and  owing  to  the  fact  that  the  cost  of  insurance 
of  the  stock  had  to  be  carried  by  the  farmer.  Recently  a  rate  of  8 
per  cent  has  been  secured,  and  25  dairy  cows  have  been  subscribed. 
A  cheese  factory  was  established  at  Fort  Shaw  on  November  1,  1913 ; 
15,000  pounds  of  cheese  have  been  manufactured.  Butter  fat  aver- 
aged 80  cents  a  pound. 
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Scttletnent  data,  Fori  Shaw  unit. 
Item. 


1.  Total  number  of  farms  on  project 

3.  Population  of  (1) 

3.  Number  of  Irrigated  farms 

4.  Operated  by  owners  or  managers 

5.  Operated  by  tenants 

6.  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

9.  Total  population  in  towns  and  on  farms.. 

10.  Number  of  public  schools 

11 .  Number  of  churches 

12.  Number  of  banks 

13.  Total  capital  stock » 

14.  Total  deposits* 

15.  Total  depositors » 

16.  Number  of  relinquishments 

17.  Number  of  cancellations 

18.  Homestead  entries 


1  Just  started. 
FBINCIFAL  CBOPS. 

The  following  table  of  crop  statistics  for  1913  shows  the  kind  of 
crops  grown  on  the  Sun  River  project.  There  has  been  a  marked 
decrease  in  the  acreage  of  wheat  and  an  increase  in  that  of  alfalfa, 
as  the  farmers  are  beginning  to  raise  more  hogs  and  stock.  Oats 
are  still  raised  quite  extensively,  as  they  find  a  ready  market. 

Crop  report,  »S'im  River  project,  year  of  1913. 


Crop. 


Alflafa  seed. 

Alfalfa 

Barley 

Beets 

Flax 

Garden 

Millet  seed.. 

Oats 

Oat  hay 

Pasture 

Peas 

Potatoes.... 

Rye 

Timothy.... 

Wheat 

Wild  hay.... 


AR»a, 
acres. 


69 

1,623 

240 

3 

179 

32 

3 

2,636 

43 

416 

5 

181 

10 

26 

943 

398 


Total  cropped . 
Irrigated,  no  crop. . . 


6,807 
612 


Total  irrigated 

Total  and  average. 


7,419 


Yields. 


Unit 
of  yield. 


Bushel. 
Ton.... 
Bushel. 
Ton.... 
Bushel. 


Bushel. 
..do.... 
Ton.... 


Bushel. 
...do... 
...do... 
Ton.... 
Bushel. 
Ton.... 


Total. 


3,707 

6,166 

19 

1,781 


45 

76,949 

43 


100 
18,852 

100 

38 

17,837 


Average 
per  acre. 


4 

10 


15 


20 

104 

10 

li 

19 

1 


Values. 


Per  unit 
of  yield. 


$12.00 

6.00 

.70 

5.00 

1.10 


1.00 

.50 

8.00 


.75 
.75 
.60 

15.00 
.60 

10.00 


Total. 


S468 

22,242 

4,316 

95 

1,059 

8,200 

45 

38,397 

344 

4,992 

75 

14,139 

60 

570 

10,702 

3,960 


Per  acre. 


S6.78 
13.70 
17.98 
31.66 
10.94 
100.00 
15.00 
14.75 

8.00 
12.00 
15.00 
78.10 

6.00 
21.90 
11.35 

9.95 


105,564 


Areas. 


Total  irrigable  area  farms  reported. 

Total  irrigated  area  farms  reported . 
Under  water-right  applications 
Under  rental  contracts 

Total  cropped  area  farms  reported . , 
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FINANCIAI.  STATEMENTS. 

Assets,  liabilities,  reserves,  and  capital.  Sun  River  project,  to  June  SO,  1914. 

ASSETS. 

In  fiscal  agent's  possession  awaiting  remit- 
tance    $59. 58 

In  other  employees*  hands  awaiting  transfer 
to  fiscal  agent . 122.00 

Total $181.58 

Accounts  receivable: 

Uncollected  freight  refunds 8,229.84 

Construction  charges  due  and  uncollected  from 

water-right  applicants 69, 696. 67 

Operation  and  maintenance  charges  due  and 

uncollected  from  water-right  applicants 7, 223.  73 

Total 85, 149. 24 

Inventories : 

Mercantile  stores,  stock  on  hand 895.64 

Animals 8,  273. 51 

Mechanical  and  other  equipment 70, 995. 09 

Materials  and  supplies  on  hand  in  storehouses.  65, 299. 01 

Unadjusted  transfers  between  projects 1,875.88 

Undistributed  cost  (freight  and  handling  on 

inventory  property) 3,443.47 

Total 160. 782. 60 

Construction  work  In  process: 

Gross  expenditures  for  construction  of  project 

to  date 1,543,090.03 

Less  revenue  earned  during  construction,  as 
follows : 

Rentals  of  cottages 3,666.57 

Rentals  of  grazing  lands 6,  557. 11 

Rentals  of  telephones 204.55 

Miscellaneous   revenues 9, 379.  55 

Profits  on  mess  houses 6,785.37 

Profits  on  mercantile  stores 2,138.41 

Profits  on  hospitals 706.42 

Receipts  from  sale  of  townsites 8, 407.  50 

Contractors'  freight  refunds 9,060.26 

Adjustments : 

Depreciation  on  plant  and  equipment 10,  522.  77 

Loss  shown  on  Government  animals '  1, 346.  63 

Total  deductions 55, 081.  88 

Net  expenditures  for  construction  of  project 

to  date 1, 488. 008. 15 

Deferred  operation  and  maintenance  charges 25,  851. 12 

Total    assets 1, 749, 972. 69 

LIABILITIES,  RESERVES,  AND  CAPITAL. 

Accounts  payable: 

Unpaid   labor $6,  319.  21 

Unpaid  purchases 5,464.82 

Unpaid  contract  estimates 82, 307.  25 

Unpaid  contract  holdbacks 32, 124. 06 

Unpaid  freight  and  express  charges 9,  530. 79 

Unpaid  passenger  fares 221.20 

Unredeemed  coupon  books 28.46 

Unpaid   miscellaneous 2, 756.  44 

Total $138, 752.  23 

'  Deduct.  Digitized  by  VjUU^lt: 
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Beeeryes  for  repayment  to  reclamation  fund  of 
cost  of  project: 
Construction   charges   accrued   on   contracts 

with  water-right  applicants $158,950.01 

Construction    charges    paid    in    advance    by 

water-right  applicants 278. 63 

Construction  charges  paid  and  forfeited  by 
water-right  applicants 2, 086. 53 

Total $161, 315. 17 

Net  Investment: 

Disbursements   $1,543,743.92 

Transfers  received  from  other 
projects    114,  725.  72 

1,658,469.64 

Collections    162,550.79 

Transfers  Issued  to  other 
projects    46,013.56 

208,  564.  35 

Total    1, 449, 905. 29 

Total  liabilities,  reserves,  and  capital  Investment  of  the 
Government- 1, 749, 972. 69 

Functional  feature  costs  of  Sun  River  project  to  June  SO,  1914. 

Development   (storage)   works $641,860.76 

Carriage  system 431, 220. 41 

Distribution  system 201, 103.  63 

Power    system 35,108. 18 

Telephone   lines 14, 342. 39 

Farm  unit  subdivisions 4,483.24 

Roads  and  bridges 26,723.57 

Miscellaneous  preliminary  investigations 185.567.43 

Cost  ledger   inventories 2.680.42 

Gross  expenditures  for  construction  of  project  to  date 1,  643, 090. 03 

Operating  revenues  and  expenses.  Sun  River  project,  to  June  SO,  1914, 

EXPENSES. 

Development  (storage)  works: 

Operation $127.53 

Maintenance 191. 32 

Carriage  system: 

Operation 4, 002. 66 

Maintenance 15, 224.  65 

Distribution  system : 

Operation 9. 749.  23 

Maintenance 29, 284. 18 

Undistributed  expenses: 

Operation 2, 157. 19 

Maintenance 6,  831. 11 

Total 67, 567. 87 

REVENUES. 

Operation  and  maintenance  charges  accrued  on  contracts  with 

water-right  applicants $40,  793. 71 

Operation  and  maintenance  charges  paid  In  advance  by  water- 
right  applicants 367. 36 
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Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right   applicants $139. 00 

Rentals  of  irrigating  water 349.25 

Miscellaneous  revenues 66.83 

Deferred  operation  and  maintenance  revenues  (carried  to  debit 

side  of  assets  and  liabilities  statement) 25,851.12 


Total 67, 567.  87 

Estimated   cost   of  work   contemplated   on   Sun  River   project    during   fiscal 

year  1915. 

Development  (storage)  works: 

Sun  River  storage $1,  (XK) 

Pishkun  Reservoir 500 

Willow  Creek  Reservoir 10,000 

Benton  Lake  Reservoir 1,000 

Sun  River  diversion 17,000 

Continental  Divide  Canal 300 

Pishkun  Reservoir  Supply  Canal 300,000 


$329,800 


Carriage  system: 

Sun  River  Slope  Canal,  Spring  Valley  divi- 
sion   300, 000 

Greenfields  division 100, 0(K) 

400,000 

Distribution  system,  Fort  Shaw  Canal  laterals 1,000 

Power  system 7, 0(X> 

Real  estate: 

Purchase  of  lands 1,000 

Construction  of  buildings 7,000 


8,000 

Telephone  lines 4,  (XK) 

Farm-unit  subdivision 1, 000 

Roads  and  bridges 2,500 

Miscellaneous  preliminary  investigations,  stream  gauging 2, 5(X) 

Operation  and  maintenance  under  public  notice : 

Development $1, 000 

Carriage 4, 000 

DiBtrlbution 7, 000 


12,000 


Total 767,800 

64162*--15 ^12 
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MOHTAHA-HOBTH  DAKOTA,  LOWEB  TELLOWSTONE  PBOJECT. 

L.  H.  Mitchell,  Project  Manager,  Savage,  Mont. 
(For  Results  to  June  30,  19 H,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATIOK. 

Counties :  Richland  and  Dawson,  Mont ;  McKenzie,  N.  Dak. 

Townships:  18  to  26  N.,  Ra  56  to  60  E.,  Montana  meridian;  150  to  152  N.,  R, 
104  W.,  fifth  principal  meridian. 

Railroads:  Northern  Pacific,  Great  Northern,  and  Missouri  River. 

Railroad  stations  and  estimated  population,  January  1,  1914:  Intake,  75; 
Bums,  25;  Savage,  250;  CranevlUe,  40;  Sidney,  700;  Fairview,  600;  Dore,  25. 

WATEB  SUPPLY. 

Sonrce  of  water  supply:  Yellowst<Hie  River. 
Area  of  drainage  basin :  66,000  square  miles. 

Annual  run-off  in  acre-feet:  Yellowstone  River  at  Glendlve,  Mont.,  1903-1913, 
maximum,  13,300,000;  minimum,  7,782,000;  mean,  10,800,000. 

AQBICULTUBAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  the  service  is  prepared  to  deliver  water,  season  of  1914: 
40.541  acres. 

Area  under  rental  contracts,  season  1914 :  27,737  acrea 

Area  under  water-right  applications,  season  1914 :  6,542  acres. 

Length  of  irrigating  season:  May  15  to  October  10  (148  days). 

Average  elevation  irrigable  area :  1,900  feet. 

Average  annual  rainfall  on  irrigable  area:  8  years,  15.93  inches;  1913,  10.57 
inches.    I..east  precipitation  since  1905. 

Range  of  temperature  on  irrigable  area :  —46°  to  110°  F. 

Character  of  soil  of  irrigable  area:  Deep  sandy  loam  predomintes;  some 
alkali  and  gumbo. 

Principal  products :  Grain,  forage  crops,  and  vegetables. 

Principal  markets:  Minneapolis,  St.  Paul,  and  Duluth,  Minn;  local  markets 
consume  forage  crops  and  vegetables. 

LANDS  OPENED  FOB  IBBIGATION. 

Dates  of  public  notices  and  orders :  December  21,  1908 ;  April  24, 1909 ;  March 
7,  March  24,  May  1,  August  28,  and  November  8,  1911 ;  March  1  and  April  30, 
1912;  February  26,  May  28,  June  23,  and  July  21,  1913;  January  19  and  March 
4,  1914. 

Ix)cation  of  lands  opened :  Tps.  18  and  19  N.,  R.  57  E. ;  Tps.  19  and  20  N.,  R. 
58  E. ;  Tps.  21,  22,  23,  24,  and  25  N.,  R.  59  E. ;  and  Tp.  24  N.,  R.  60  E.,  Montana 
principal  meridian ;  Tps.  150  and  151  N.,  R.  104  W.,  fifth  principal  meridian. 

Present  status  of  irrigable  area  openetl:  8,902  acres  entered  subject  to  the 
reclamation  act;  1,962  acres  open  to  entry;  1.514  acres  State  land;  33,273  acres 
private  land. 

Limit  of  area  of  farm  unit:  Public,  80  acres;  private,  160  acres. 

Duty  of  water :  2i  acre-feet  per  acre  per  annum  at  the  farm. 

Building  charge  per  acre  of  Irrigable  land:  $42.50  and  $45.  Rental  charge 
for  1914,  50  cents  for  1^  acre-feet  i)er  acre;  additional  water  at  the  rate  of  50 
cents  per  acre-foot. 

Annual  operation  and  maintenance  charge:  $1.50  per  acre  per  annum  for  all 
water-right  applicants. 
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CHBONOLOaiCAL  SUMMA&Y. 

Reconnolssance  made  and  preliminary  surveys  begun  in  1903. 
Construction  recommended  by  board  of  engineers,  April  23,  1904. 
Construction  authorized  by  Secretary,  May  10,  1904. 
Lower  Yellowstone  Dam  completed  February  19,  1910. 
First  irrigation  by  Reclamation  Service,  season  of  1909. 
Entire  project  96  per  cent  completed  June  30,  1914. 

IBBIGATIOK  PI.AN. 

The  Irrigation  plan  of  the  Lower  Yellowstone  project  provides  for  the  diver- 
sion of  water  from  the  Yellowstone  River  at  a  point  18  miles  below  Glendive, 
Mont.,  into  a  canal  on  the  west  side  of  tlie  river,  which  extends  down  the  val- 
ley a  distance  of  67  miles  to  the  confluence  of  the  Yellowstone  and  Missouri 
RiverSi  conveying  water  for  the  irrigation  of  land  lying  between  it  and  the 
Yellowstone  River.  The  fall  of  the  water  which  will  be  discharged  from  the 
main  canal  Into  lateral  KK  at  a  point  19  miles  below  the  head  gates  will  be 
utilized  to  operate  turbines  direct  connected  to  centrifugdl  pumps  for  raising 
water  to  irrigate  approximately  3,000  acres  of  excellent  bench  land.  The 
United  States  claims  all  waste,  seepage,  spring,  and  percolating  water  arising 
within  the  project,  and  proposes  to  use  such  water  in  connection  therewith. 

The  completed  features  are  the  I/)wer  Yellow.stone  Dam  and  diversion  works: 
the  main  canal  for  a  distance  of  66.3  miles  and  the  complete  lateral  system  in 
connection  therewith.  Sublaterals  and  extensions  of  a  few  main  laterals  will 
be  constructed  as  the  needs  of  water  users  require. 

The  features  for  future  construction  are  the  pumping  plant,  and  about  52 
miles  of  laterals  which,  when  completed,  will  irrigate  approximately  16,450 
acres. 

CONSTBUCTIGN  DUBINQ  THE  FISCAL  YEAR 

The  laterals  were  extended  11.1  miles,  and  3.7  miles  of  waste-water 
ditches  and  open  drains  were  dug,  of  which  2  miles  were  on  drainage 
line  No.  1.  Twenty-three  wooden  bridges,  3  concrete  culverts,  14 
terra  cotta  pipe  culverts,  17  wooden  culverts,  and  1  wooden  flume 
were  constructed.  Most  of  these  structures  were  under  the  main 
canal  and  lateral  extensions.  Five  hundred  yards  of  rock  were  placed 
below  the  dam  and  an  equal  amount  was  quarried  and  placed  on  the 
south  side  of  the  river  for  future  use. 

OFEBATION  AND  MAINTENANCE. 

During  the  season  of  1913,  from  June  7  to  October  10,  7,660  acres 
were  irrigated,  6,631  being  in  Montana  and  1,029  in  North  Dakota. 
and  comprising  158  farms,  of  which  136  were  in  Montana  and  22  in 
North  Dakota. 

The  small  amount  of  irrigation  during  1913  can  be  attributed  to  the 
general  fault,  on  the  Lower  Yellowstone  project,  of  water  users  not 
irrigating,  in  the  expectation  that  rains  would  supply  sufficient  mois- 
ture. However,  exceptionally  warm,  dry  winds  and  lack  of  moisture 
destroyed  many  crops. 


Historical  review,  Lotcer  YeUoicatone  project. 


Item. 


Acreage  for  which  service  was  prepared  to  ' 

supply  water 

Acreage  irrigated 

Miles  of  canal  operated 

Water  diverted  (acre-feet) 66. 028  i 

Water  delivered  to  land  (acre-feet ) . . . 
Per  acre  of  land  irrigated  (acre-feet). 


1909 

1910 

1911 

1912 

1913 

1914  to 
JiU)6  90. 

! 
40.133 

40.133 

37.867 

37,8«0 

37.799 

40.541 

7.113 

8,  ft,w 

15, 44o 

6.068 

7.660 

2.420 

110 

118 

1.58 

125. 5 

133 

133 

66.028  1 

51, 142 

52. 542 

15. 404 

30.088 

8,7.17 

5.120  . 

12,485 

21.799 

6.  aw 

10.250 

2.160 

0.72 

1.44 

1.41 

1.19 

1.34 

0.89 
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SETTLEMENT. 

At  the  present  time  14  homesteads  are  open  to  entry.  During  the 
fiscal  year  there  have  been  5  entries,  2  relinquishments,  7  assign- 
ments, and  21  private  holdings  transferred. 

During  the  fiscal  year  the  following  cooperative  organizations  were 
established  : 

Farmers*  Cooperative  Elevator  Co.,  Falrvlew,  Mont. 
Farmers*  Mercantile  &  Elevator  Co.,  Sidney,  Mont 
Farmers'  Elevator  Co.,  Falrvlew,  Mont. 
Farmers*  Elevator  Co.,  Dore,  N.  Dak. 

It  is  estimated  that  50  per  cent  of  the  present  settlers  can  be  con- 
sidered as  permanent.  There  is  room  on  the  Lower  Yellowstone 
project  for  four  times  the  present  number  of  actual  settlers. 

The  Great  Northern  Railway  laid  the  steel  from  Fairview  to 
Sidney,  and  during  the  latter  part  of  1913  were  operating  daily 
passenger  trains. 

Settlement  data,  Lotcer  Yelloi€8tone  project. 


Item. 


1913 


1914 


Total  nnmbv  of  irrigable  fiarms  on  project 

PopalatiflD  of  above 

Number  of  irrigated  fiums 

Irrigable  farms  operated  by  owners 

Irrigable  farms  operated  by  tenants 

Irrigable  farms  with  neither  owners  nor  tenants  on  same. 
Number  of  towns 

Popalation  of  above 

Total  popnlation  in  towns  and  on  tarms 

NtimDer  of  public  schools 

Number  of  churches 

Number  of  banks 

Total  capital  stock 

Total  number  of  deposits 

Total  number  of  depositors 

Number  of  relMquishments 


456 

600 

158 

>191 

>21 

M36 

7 

1,125 

1,725 

15 

4 

7 

S200,000 


512 

700 

194 

1223 

•20 

•73 

8 

1,750 

2,450 

16 

4 

9 

t260,000 

$715,000 

3,600 


1  To  June  30, 1914.        >  Covered  by  water-right  applications.        •  Covered  by  rental  contracts. 
FBINCIFAL  CBOFS. 

Though  grains  still  occupy  the  major  portion  of  the  cultivated 
lands,  uiere  is  in  progress  a  rapid  transition  toward  crops  more 
beneficial  to  the  soil  and  adapted  to  stock  raising.  The  crop  of 
alfalfa  has  doubled  each  year  since  1911,  and  at  the  end  of  1914  it  is 
estimated  that  there  will  be  4,000  acres  in  this  crop. 

The  first  of  the  following  tables  shows  the  crop  results  on  lands 
irrigated  by  the  Government  system  during  1913,  and  the  other 
table  gives  similar  figures  for  unirrigated  lands  within  the  project 
during  the  same  year.  It  is  notable  that  the  irrigated  lands  gave  an 
average  return  per  acre  nearly  twice  that  obtained  on  the  dry-farmed 
areas.  The  same  crops  were  grown  in  each  case,  with  substantially 
higher  yields  from  the  irrigated  lands. 
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Crop  report,  irrigated  lands,  Lower  Yellowstone  project,  year  of  1919. 


Area, 
acres. 

Unit 
of  yield. 

Yields. 

Values. 

Crop. 

Total. 

Average 
per  aero.. 

Per  unit 
of  yield. 

Total. 

Peracra. 

>l£alfti 

1,407 

1,027 

282 

28 

IcO 

1,160 

97 

41 
3,136 

82 

Ton 

Bushel.. 
...do 

3,231 
23,140 
2,870 

2.3 
22.5 
10.2 

19.74 
.46 
1.19 

931,462 

10,589 

3,420 

2,225 

i;362 

9,400 

227 

3,117 

38,581 

1,204 

S22.36 

Barley 

10.31 

Flax  

12.13 

Garden 

79.47 

Hay,  native 

Ton 

Bushel.. 

150 
36,393 

1.0 
31.4 

9.08 
.26 

9.06 

Oats 

8.10 

Pasture 

2.34 

Potatoes 

Bushei.. 
...do 

4,617 
65,064 

112.6 
17.6 

.67 
.70 

76.02 

Wheat 

12.30 

MirceUaneous 

14.68 

Total  cropped 

7,410 

Total  and  average 

101,687 

13.71 

250 

Total  Irrigated 

7,660 

Areas. 


Acres. 


Number 

ofC 


Total  irrigable  area  lismis  reported '  14,321  |  158 

Total  irrigated  area  farms  reported 7,660  j  158 

Under  water-right  applications 7,660  158 

Total  cropped  area  fSarms  reported 7, 410  158 


Crop  report,  unirrigated  lands.  Lower  Yellowstone  project,  year  of  1913, 


Area, 
acres. 

Unit 
of  yield. 

Yields. 

Values. 

Crop. 

Total. 

per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

Alfollia 

973 

1,442 

1,053 

12 

423 

1,551 

09 

1,628 

6,307 

218 

Ton 

Ba«Jhol.. 
...do 

830 
24,147 
6,982 

0.9 
16.7 
6.7 

19.75 
.45 
1.19 

$8,094 
10.969 

7,128 
504 

4,240 
10,660 

3,320 

5,075 
38,256 

2,742 

88.33 

Barley 

7.61 

Flax 

8.77 

Garden 

43.00 

Hay,  native 

Ton 

Bushel.. 
...do 

485 
41,839 
4,664 

1.1 
27.0 
67.6 

8,74 
.26 
.71 

10.03 

Oats 

6.87 

48.11 

Pasture 

3.13 

Wheat 

Bushel.. 

64,965 

10.3 

.70 

7.31 

12.58 

Total  cropped 

12,676 

Total  and  average 

90,968 

7.18 

OBBEB  DATED  MABCH  4,  1914. 

Whereas  the  public  notice  issued  December  21,  1908,  opening  to 
irrigation  lands  under  the  Lower  Yellowstone  project,  Montana- 
North  Dakota,  required  payment  to  be  made  in  10  equal  annual  in- 
stallments and  it  was  later  found  necessary  to  grant  a  stay  of  pro- 
ceeding looking  to  cancellation  for  failure  to  make  the  payments 
when  due;  and 

Whereas,  on  March  1,  1912,  public  notice  was  issued  granting  an 
extension  of  time  for  payment  of  the  first  installment  and  permitting 
repayment  of  the  building  charge  to  be  made  to  the  United  States  in 
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graduated  annual  installments,  the  total  building  charge  being  in- 
creased from  $42.50  to  $45  per  acre;  and 

Whereas,  notwithstanding  the  allowance  of  such  stay  of  proceed- 
ings, extension  of  time,  and  better  terms  of  payment,  a  large  number 
of  the  water  users  are  delinquent  in  payments,  and  their  water-right 
applications  subject  to  cancellation : 

Now,  therefore,  in  pursuance  of  the  provisions  of  the  reclamation 
act  of  June  17, 1902  (32  Stat,  388),  and  acts  amendatory  thereof  and 
supplementary  thereto,  it  is  hereby  ordered : 

1.  All  entrymen  and  water-right  applicants  who  find  themselves 
unable  to  meet  the  conditions  of  public  notices  heretofore  issued  and 
also  others  having  irrigable  lands  for  which  public  notice  has  not 
yet  been  issued,  may,  by  acceptance  of  the  provisions  of  this  order, 
obtain  a  supply  of  water  for  the  irrigation  or  their  lands  in  the  season 
of  1914  and  thereafter,  until  further  notice,  on  a  rental  basis  of  50 
cents  per  irrigable  acre,  for  the  irrigation  season,  payment  thereof  to 
become  due  December  1,  after  the  close  of  the  irrigation  season. 
Such  acceptance  will  entitle  a  water  user  to  not  to  exceed  1.5  acre- 
feet  per  acre  of  irrigable  land ;  and  additional  water  mav,  if  required 
for  the  proper  irrigation  of  the  land,  be  obtained  at  the  rate  of  50 
cents  per  acre- foot ;  and  payment  therefor  shall  likewise  become  due 
December  1  of  the  year  in  which  the  water  was  furnished.  All 
amounts  not  paid  when  due  shall  bear  interest  at  the  rate  of  10  per 
cent  per  annum  until  paid.  No  water  shall  be  furnished  in  any  year 
until  full  payment  or  rental  charges  and  interest  for  the  preceding 
year  or  years  have  been  paid. 

2.  All  entrymen  or  water-right  applicants  who  shall  on  or  before 
May  1,  1914,  file  with  the  project  manager,  Savage,  Mont.,  a  written 
acceptance  of  the  terms  and  conditions  of  this  order  upon  the  form 
hereto  attached,  and  comply  with  the  cultivation  requirements 
thereof,  shall  thereby  secure  a  stay  of  proceedings  looking  to  the 
cancellation  of  their  entries  or  water-right  applications  for  failure 
to  make  payments  when  due,  such  stay  of  proceedings  to  remain  in 
effect  until  further  announcement  by  public  notice  or  otherwise. 

3.  TTie  acceptance  of  the  terms  of  this  order  shall  be  subject  to  the 
provisions  of  such  public  notices  and  orders  as  may  be  hereafter 
issued  affecting  such  lands;  but  nothing  herein  contamed  shall  pre- 
vent any  water  user  from  securing  the  benefits  of  any  laws  which 
may  be  hereafter  enacted  affecting  the  operations  under  the  reclama- 
tion law. 

4.  All  entrymen  and  water-right  applicants  who  are  now  in  good 
standing  in  the  matter  of  payments  of  water-right  charges  and  all 
those  who  on  or  before  May  1,  1914,  shall  make  the  necessary  pay- 
ments thereunder  may,  if  they  so  desire,  continue  under  present  con- 
tracts and  public  notices  and  orders  theretofore  issued. 

Franklin  K.  Lane, 

Secretary  of  the  Interior. 
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FINANCIAL  STATEMENTS. 

Assets,  UahHities,  reserves,  and  capital,  Lower  Yellowstane  project,  to  June  SO, 

1914. 
Accounts  receivable: 

Uncollected  miscellaneous  items $57.50 

Construction  charges  due  and  uncollected  from 

water-right    applicants 43, 988. 4T 

Operation  and  maintenance  charges  due  and 
uncollected  from  water-right  applicants.—        127,344.76 


Total $171, 390. 73 

Inventories : 

Animals 3. 147.  23 

Mechanical  and  other  equipment 28, 594.  83 

Material  and  supi^lies  on  hand  in  storehouses. _  3, 272. 50 
Undistributed  cost   (freight  and  handling  on 

inventory  property) 483.01 


Total 35, 497. 57 

Construction  work  in  process : 

Gross  expenditures  for  construction  of  project 

to  date 2, 8.55, 970. 17 

Less  revenue  earned  during  construction,  as 
follows — 

Rentals  of  cottages $4,201.89 

Rentals  of  telephones 4,831.01 

Loss  on  messhouses *6, 441.  24 

Profits  on  mercantile 

stores 640. 33 

Profits  on  hospital 392.44 

Contractors*  freight  re- 
funds   21, 261. 33 

Adjustments — 

Profits  shown  on  Govern- 
ment animals 2,961.08 


Total  deductions 27,846.84 


Net  expenditures  for  construction  of  project  to  date 2, 828, 123. 33 

Deferred  operation  and  maintenance  charges 247, 554.  77 


Total  assets 3, 282, 506. 40 

LIABILrriES,   RESERVES,   AND   CAPITAL. 

Accounts  payable : 

Unpaid   labor . $3,868.92 

Unpaid  purchases 1,443.03 

Unpaid  contract  holdbacks 13,832.11 

Unpaid  freight  and  express 2,198.43 

Unpaid  passenger  fares 31.15 

Unpaid  agreement  to  purchase  real  estate—  932.00 

Unpaid    miscellaneous 11, 927. 68 


Total $34, 233. 32 

Reserves  for  repayment  to  reclamation  fund  of 
cost  of  project : 

Construction   charges   accrued   on   contracts 

with  water-right  applicants 51,425.07 

Construction  charges  paid  in  advance  by  water- 
right    applicants 26,138.95 

Construction  charges  paid  and  forfeited  by 
water-right  applicants 255. 00 

Total 77, 819. 02 

1  Deduct. 
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Net  inTestment : 

Disbursements $3, 216, 493. 41 

Transfers  received  from  other 

projects 98, 147. 51 

$3, 314,  (MO.  92 

Collections H2, 269. 21 

Transfers  issued  to  other 

projects 31, 857. 65 

144, 126.  86 


Total $3, 170,  514. 00 

Total  liabilities,  reserves,  and  capital  investment  of 

the  Government 3, 282, 566. 40 

Functional  feature  costs  of  Lotcer  Yelloicstone  project  to  June  SO,  191J^, 

Development  (storage)  works.— $334,070.77 

Carriage  system 2, 018, 267. 14 

Distribution  system 267,  715. 19 

Drainage  and  measuring  weirs  (supi>lemental  construction) 39,788.27 

Real  estate 29, 624. 99 

Telephone  lines 23, 871.  24 

Farm  unit  subdivision 15, 456. 47 

Roads  and  bridges 76, 395. 92 

Miscellaneous  preliminary  investigations 50, 780. 18 


Gross  expenditures  for  construction  of  project  to  date 2, 855, 970. 17 

Operating  revenues  and  expenses,  Lotcer  Yellowstone  project,  to  June  SO,  1914, 

EXPENSES. 

Development  (storage)  works,  maintenance $91,549.51 

Carriage  systan : 

Operation 22, 029. 07 

Maintenance 112, 257. 17 

Distributing  system: 

Opemtlon 13,040.82 

Maintenance 86, 632. 82 

Undistributed  expenses: 

Operation 14, 393. 16 

Maintenance 70, 825. 92 


Total 410, 728. 47 

REVENUES. 

Operation  and  maintenance  charges  accrued  on  contracts  with 

water-right  applicants $162, 660. 70 

Operation  and  maintenance  charges  imid  in  advance  by  water- 
right  applicants 380. 00 

Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right  applicants 95.  50 

Rentals  of  lands  and  buildings 25. 00 

Rentals  of  irrigation  water 12.  50 

Deferred  operation  and  maintenance  revenues  (carried  to  debit 
side  of  assets  and  liability  statement) 247, 554.  77 


Total 410, 728.  47 
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Estimated  cost  of  contemplated  work,  Lower  Yellowstone  project,  during  fUeal 

year,  1915. 

Carriage  ^stem,  structures,  main  canal  extension $500 

Distribution  system,  structures,  lateral  system  extension 500 

Drainage  and  measuring  weirs  (supplemental  construction)  < 

Drainage  system $30, 000 

Measuring  weirs 550 

30,550 

Real  estate,  rights  and  property 600 

Farm  unit  subdivisions,  land  survey 1, 500 

Operation  and  maintenance  under  public  notice 50,000 

Total 83, 650 
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NEBSASKA,  PLATTE  BIVEE  SECOmTOISSANCE. 

Claim  has  been  made  by  the  people  living  alon^  the  Platte  River 
in  Nebraska  that  sufficient  water  was  available  in  that  stream  during 
the  winter  and  spring  months  for  the  irrigation  by  direct  diversion 
into  canals  of  a  considerable  area  of  land  in  Gosper,  Phelps,  and 
Kearney  Counties,  Nebr.  The  Secretary  accordingly  approved  or- 
ders for  a  preliminary  survey  and  investigation  to  determine  the 
feasibility  and  approximate  cost  of  the  necessary  irrigation  works, 
and  on  I  ebruary  28,  1914,  the  comptroller  approved  an  expenditure 
of  $10,000,  or  such  part  thereof  as  may  be  necessary,  for  a  prelimi- 
nary investigation.  Mr.  Charles  T.  Fease,  engineer,  was  assi^ed 
to  mis  work,  and  has  been  in  the  field  with  a  survey  party  since 
June  18  maMng  a  reconnoissance  to  ascertain  the  probable  amount 
of  water  available,  the  area  of  land  to  which  it  could  be  applied,  and 
the  approximate  cost  of  construction  of  a  flood-water  canal  for  this 
purpose.  This  reconnoissance  is  not  yet  completed.  The  proposed 
canal  contemplates  the  diversion  of  water  from  the  Platte  Kiver  at 
a  point  about  6  miles  west  of  Lexington,  Nebr.,  it  being  the  plan 
to  construct  a  diversion  dam  in  the  river  at  this  point  and  carry  the 
water  directly  to  the  lands  to  be  irrigated  through  a  large  flood-water 
canal.  No  authentic  data  are  available  as  to  the  amount  of  water  or 
the  probable  cost.  The  lands  under  consideration  for  irrigation  are 
on  the  divide  between  the  Platte  and  Eepublican  Eivers  in  the  vicin- 
ity of  Holdrege  and  Minden,  Nebr.,  and  are  all  excellent  farming 
lands,  but  located  in  that  region  where  the  shortage  of  rainfall  in 
many  years  is  damaging  to  growing  crops. 

This  investigation  is  being  made  in  cooperation  with  D.  D.  Price, 
State  engineer,  and  G.  E.  Condra,  president  of  the  Nebraska  Con- 
servation Commission. 

FINANCIAL  STATEMENTS. 

The  assets  and  liabilities  are  shown  in  the  financial  statement  for 
the  secondary  projects.  The  costs  are  given  in  the  functional  feature 
cost  report  which  follows  the  above  statement,  and  the  net  investment 
is  given  in  Tables  11  and  12  in  the  appendix. 
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NEBRASKA-WYOMINO,  NORTH  PLATTE  PROJECT. 

Ain>BEw  Weiss,  project  manager,  Mitchell,  Nebr. ;  Paul  Rothi,  irrigation  man- 
ager. 

(For  Results  to  June  30, 1914,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION  AND  CLIKATIC  CONDITIONS. 

Counties :  Sioux.  Scotts  Bluff,  Banner,  and  Morrill,  Nebr. ;  Natrona,  Carbon, 
Converse,  Goshen,  and  Platte,  Wyo. 

Townships:  19  to  27  N.,  Rs.  48  to  67  W. ;  26  to  30  N.,  Rs.  83  to  85  W.,  sixth 
principal  meridian. 

Railroads:  Chicago,  Burlington  &  Quincy;  Union  Pacific:  Chicago  &  North- 
western ;  Colorado  &  Southern. 

Railroad  stations  and  estimated  population,  January  1,  1914:  Bridgeport, 
600;  Bayanl,  325;  Minatare.  550;  Scottsbluff,  2,500;  Mitchell,  750;  Morrill,  400; 
and  Henry,  Nebr.,  75;  Torrington,  300;  Vaughn;  Lingle,  75;  Barnes;  Fort 
Laramie ;  Whalen ;  Guernsey.  300 ;  and  Casper,  Wyo.,  3,400. 

WATER  SUPPLY. 

Source  of  water  supply :  North  Platte  River. 

Area  of  drainage  basin  :  12.000  square  miles. 

Annual  run-off  in  acre  feet  of  North  Platte  River:  At  Pathfinder.  Wyo. 
(12,000  square  miles),  1905  to  1913— Maximum,  2.420,000;  minimum,  870,000; 
mean,  1,425,000.  At  Guernsey  or  Whalen,  Wyo.  (1H.200  square  miles),  1900  to 
1913— Maximum.  2,690.000;  minimum,  983,000;  mean.  1.602,000. 

AOBICULTUBAL  AND  CLIMATIC  CONDITIONS. 

INTERSTATE   UNIT. 

Area  for  which  the  service  is  prepared  to  supply  water,  season  of  1914, 
109,500  acres. 

Area  under  water-right  applications  and  rental  contracts,  season  of  1914, 
95,185  acres. 

Length  of  irrigating  season:  From  April  1  to  September  30—183  days. 

Average  elevation  of  irrigable  area :  4,100  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area:  5  years.  13.77  inches:  191.3,  16.08 
inches.    Comparatively  wet. 

Range  of  temperature  on  irrigable  area  :  —25®  to  104**  F. 

Character  of  soil  of  Irrigable  area :  Sandy  loam. 

Principal  products:  Alfalfa,  cereals,  corn,  sugar  beets,  potatoes. 

Principal  markets:  Omaha.  Nebr.;  Kansas  City  and  St.  Joseph.  Mo.;  Denver, 
Colo.;  central  Wyoming. 

LANDS  OPENED  FOB  IBBIGATION. 

Dates  of  public  notices  and  orders:  July  20,  1907;  May  29.  June  16.  Novem- 
ber 12,  1008;  March  3,  March  27.  June  2,  1909;  March  12.  April  4,  June  6.  June 
25.  July  2,  September  10.  1910:  March  7,  March  24.  Ar>ril  21.  Deceml>er  30.  1911 ; 
March  13.  March  14.  March  19,  May  23,  June  24,  September  5.  1012;  February 
5.  March  11  (2),  March  29.  June  16,  June  23.  July  1.3.  Ser)tember  4,  1013. 

Location  of  lands  opened:  Ts.  22  to  26  N.,  Rs.  52  to  65  W..  sixth  principal 
meridian. 

Present  status  of  Irrigable  lands  opened:  61,055  acres  entered  subject  to  the 
reclamation  act ;  5,543  acres  oi)en  to  entry ;  371  acres  withdrawn  from  entry ; 
9.998  acres  of  State  lands  (including  2.170  acres  of  Carey  Act  lands)  ;  32.904 
acres  in  private  ownership  (including  1 2,2^9  acres  of  Carey  Act  lands). 
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limit  of  area  of  farm  unlta :  Public,  80  acres ;  private,  160  acres. 
Duty  of  water :  Two  and  one-half  acre-feet  per  acre  per  annum  at  the  farm. 
Charges  per  acre  of  irrigable  land :  Building,  $45  and  $55 ;  annual  operation 
and  maintenance  charge,  $1.10  per  acre. 

CHBONOLOOICAL  SUMMARY. 

Reconnoissance  made  and  preliminary  surveys  begun  in  1902. 
Construction  recommended  by  director  March  7,  1903. 
Construction  conditionally  authorized  by  Secretary  March  14,  1903. 
First  irrigation  by  Reclamation  Service,  season  of  1908. 
Whalen  Diversion  Dam  completed  February,  1909. 
Pathfinder  Dam  completed  June,  1909. 
Pathfinder  Dike  completed  May,  1911. 
Interstate  Canal,  165  miles  completed  June  30,  1914. 

Entire  project,  comprising  storage  and  interstate  units,  91  per  cent  completed 
June  30,  1914. 

IRRIGATION  PLAN. 

The  Irrigation  plan  of  the  North  Platte  project  provides  for  the  storage  of 
flood  waters  of  North  Platte  River  in  a  reservoir  controlled  by  the  Pathfinder 
Dam,  about  3  miles  below  the  junction  of  the  North  Platte  and  Sweetwater 
Rivers  and  50  miles  southwest  of  Casper,  Wyo.,  and  in  smaller  reservoirs  along 
the  canal  lines;  and  the  diversion  of  water  from  North  Platte  River  by  a  dam 
near  Whalen,  Wyo.,  into  the  Interstate  Canal,  supplying  water  for  lands  on  the 
north  side  of  the  river  and  into  the  Fort  Laramie  Canal,  watering  lands  on  the 
south  side  of  the  river.  The  United  States  claims  all  waste,  seepage,  spring, 
and  percolating  water  arising  within  the  project  and  proposes  to  use  such  water 
In  connection  therewith. 

The  completed  features  are:  Pathfinder  Dam  and  Dike,  Whalen  Diversion 
Dam,  the  first  two  divisions  of  the  Interstate  Canal,  lateral  systems  of  districts 
1  and  2  of  the  Interstate  Canal  system.  Reservoir  No.  1,  known  as  Lake  Alice. 
Construction  is  in  progress  upon  Reservoir  No.  3,  known  as  Lake  Minatare,  the 
third  division  of  the  Interstate  Canal,  and  the  third  lateral  district.  The  Fort 
Laramie  Canal  system,  covering  approximately  107,000  acres,  remains  for  future 
construction. 

CONSTRUCTION  DURING  FISCAL  TEAR. 

Path-finder  Reservoir, — A  small  turbine  pumping  plant  is  being 
installed  to  facilitate  the  closing  of  the  balanced  valves. 

Interstate  Can<il. — Work  has  continued  on  the  Low  Line  Canal 
and  lateral  system  and  is  87  per  cent  completed.  The  earth  excava- 
tion was  nearly  all  done  by  contract  and  the  construction  of  cross- 
drainage  structures,  lateral  headgates,  road  crossings,  and  lateral 
structures  by  Government  forces.  It  is  expected  that  practically  all 
the  construction  work  in  connection  with  the  Low  Line  Canal  and 
lateral  system  will  be  completed  by  the  end  of  the  calendar  year  as 
far  as  the  work  has  been  authorized. 

Supplementary  storage, — In  the  development  of  the  third  lateral 
district  it  is  necessarv  to  provide  supplementary  storage  reservoirs. 
There  are  three  available  reservoir  sites,  Xos.  1,  2,  and  3,  with  ca- 
pacities of  11,400,  27,000,  and  67,000  acre-feet,  respectively.  Reser- 
voir No.  1  is  often  referred  to  as  Lake  Alice  and  Keservoir  No.  3  is 
known  as  Lake  Minatare.  Dams  No.  1  and  No.  1^,  at  Lake  Alice, 
have  been  completed.  Construction  work  began  on  Dam  No.  3  at 
Lake  Minatare  m  June,  1912.  The  construction  of  this  dam  involves 
the  handling  of  about  r)30,000  cubic  yards  of  earth  fill,  157,000  cubic 
yards  of  gravelly  material,  14,000  cubic  yards  of  unscreened  gravel, 
14,000  cubic  yards  of  brule  clay  excavation,  and  16,000  cubic  yards  of 
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concrete.  The  progress  has  been  all  that  could  be  desired  since  the 
opening  of  the  present  working  season,  the  contractor  having  sublet 
practically  all  of  the  earth  and  concrete  work  to  subcontractors,  who 
are  well  qualified  for  their  respective  undertakings.  At  the  end  of 
the  fiscal  year  the  cut-off  trench  was  practically  completed ;  likewise 
the  excavation  for  the  outlet  channel  and  the  concrete  work  in  con- 
nection with  the  outlet  conduit  The  earth  excavation  for  the  em- 
bankment was  about  60  per  cent  completed  and  the  gravel  portion 
about  67  per  cent  completed,  or  average  percentage  of  completion  of 
the  embankment,  without  paving,  61  per  cent.  The  paving  of  the 
dam  embankment  is  about  31  per  cent  completed.  Alt  that  portion 
of  the  cut-off  wall  west  of  the  outlet  conduit  has  been  built  and  back 
filled,  and  the  foundation  for  the  portion  of  the  cut-off  wall  east  of 
the  outlet  conduit,  about  1,400  feet  in  length,  is  open  and  being  ccMi- 
sidered.    The  whole  contract  is  about  64  per  cent  complete. 

DRAINAGE. 

The  necessary  surveys  and  investigations  incident  to  the  planning 
and  construction  of  drainage  works  were  continued  during  the  year. 
These  investigations  include  borings  over  the  affected  areas  and  tracts 
likely  to  become  seeped,  to  determine  the  subsoil  conditions,  the  ele- 
vation, and  periodic  variation  of  the  water  table,  and  other  factors 
bearing  upon  the  location  and  construction  of  the  drainage  works. 
In  addition  to  investigations  over  areas  where  seepage  has  already 
threatened,  investigations  have  been  carried  on  over  the  Dutch  Flats 
in  order  to  determine  the  rise  in  ground  water.  Over  these  flats  the 
water  table  is  not  yet  sufficient! v  near  the  surface  to  interfere  with  the 
irrigability  of  the  lands.  The  investigations  show,  however,  that  it  is 
steadily  rising  year  by  year  and  it  is  probable  that  within  a  compara- 
tively short  time  drainage  works  will  be  necessary. 

During  the  year  the  open  trench  on  the  main  line  of  the  Hiersche 
drain  was  completed  with  the  drag-line  excavator.  The  total  length  of 
this  drain  is  22,700  feet  and  the  total  material  excavated  in  its  con- 
struction during  the  past  two  years  is  66,108  cubic  yards.  The  Dun- 
ham drain  was  also  completeci,  15,120  feet  of  12-inch  tile  and  910 
feet  of  15-inch  tile  being  placed  during  the  year.  In  addition,  4,050 
linear  feet  of  open  trench  were  excavated  at  the  lower  end.  This 
makes  a  total  of  4,050  linear  feet  of  open  and  23,500  feet  of  closed 
drain  on  this  system.  In  addition  to  the  above  some  repairs  were 
made  and  tile  replaced  in  portions  of  the  Banner  and  McAllister 
drains.  Concrete  diversion  structures  and  ditches  were  built  to  de- 
liver the  seepage  waters  from  a  number  of  cross-ditches  into  the  Tri- 
State  Canal.  These  include  Sheep  Creek,  Akers  Draw,  Dry  Spotted- 
tail,  and  Tub  Springs. 

The  drainage  of  certain  portions  of  the  project  has  presented  some- 
what difficult  problems  on  account  of  the  large  quantities  of  water 
which  are  reaching  them  through  the  subsoil  of  impervious  brule 
clay.  It  has  been  impossible  to  determine  in  many  cases  the  source  of 
supply  of  this  water,  but  there  are  strong  probabilities  that  in  some 
instances  it  is  the  result  of  seepage  losses  rrom  main  canals  and  lat- 
erals located  at  long  distances  from  the  lands  affected.  An  attempt  is 
being  made  wherever  practicable  to  locate  the  drains  in  this  brule 
clay  and  in  such  positions  as  to  intercept  the  water  before  it  reaches 

Digitized  by  V^OU^^ltT 


188      THIRTEENTH  ANNUAL  BEPOBT  OF  BECLAMATION  BEBVIGE. 

the  irrigable  lands,  although  it  is  sometimes  impossible  to  do  this  on 
account  of  the  great  depth  of  the  soil  overlying  the  clay  on  some  of 
the  affected  areas. 

The  drains  so  far  constructed  have  discharged  large  quantities  of 
water  and  have  been  effective  in  a  large  degree  in  preventing  the 
spread  of  seepage.  Over  certain  areas,  where  the  water  table  rises 
very  rapidly  during  the  latter  part  of  the  irrigation  season  sufficient 
drains  have  not  yet  been  constructed  to  intercept  the  total  quantity  of 
water  which  reaches  the  irrigable  lands,  and  additional  work  on 
these  may  be  required. 

It  is  of  the  utmost  importance  in  locating  drains  to  determine  the 
direction  of  the  underground  flow  of  percolation,  and  to  place  the 
drains  in  the  pervious  strata  through  which  this  underground  flow 
takes  place.  To  this  end  studies  and  investigations  are  now  being 
carried  on. 

OPEBATIOir  AND  MAINTENANCE. 

The  system  as  operated  during  the  past  season  consisted  of  the 
Pathfinder  Dam  and  Reservoir,  the  AVhalen  diversion  dam,  95  miles 
of  main  canal,  supplemental  storage  reservoir  No.  1,  4.6  miles  of 
reservoir  supply  canal,  37  miles  of  high  line  canal,  and  511  miles 
of  laterals.'  Water  to  the  amount  of  141,489  acre-feet  was  delivered 
to  908  farms,  exclusive  of  the  land  of  the  North  Platte  Canal  & 
Colonization  Ca,  to  which  25,027  acre-feet  of  water  were  delivered 
for  the  irrigation  of  75  farms.  The  average  amount  of  water  used 
upon  the  land  under  the  interstate  imit  was  2.49  acre-feet,  and 
on  the  land  of  the  North  Platte  Canal  &  Colonization  Co.  3.95 
acre- feet  The  total  diversion  at  the  Whalen  Dam  during  the  irriga- 
tion season  of  1913  was  297,045  acre-feet.  During  the  first  part  of 
the  season  of  1914,  77,097  acres  of  land  were  entitfed  to  water  under 
water-right  applications,  241  acres  under  rental  contracts,  and  17,837 
acres  under  contract  with  the  North  Platte  Canal  &  Colonization 
Co.  Of  this  amoimt  approximately  65,000  acres  were  in  cultivation 
under  the  different  arrangements.  Water  was  diverted  into  the 
main  canal  on  May  5, 1914,  the  maximum  diversion  to  June  30  being 
1,430  second-feet.  Dry  weather  has  made  it  necessary  to  make  use 
of  the  rotation  system  of  water  delivery  for  nearly  the  entire  period. 
Water  is  now  being  delivered  to  water  users  for  4  days  followed  by 
a  period  of  nondelivery  for  4  days.  On  Jun3  30  the  storage  in  the 
Pathfinder  Eeservoir  was  1,082,200  acre-feet,  the  maximum  to  that 
date  being  1,093,000,  at  which  time  the  water  was  running  over  the 
spillway  with  a  depth  of  1.03  feet. 

Historical  rctnew,  North  Platte  project. 


Item. 


1909 


1910 


1911 


1912 


1913 


1914 


Acreage  for  which  service  was  prepared  to 

supply  water 

Acreage  irrigated 

Miles  of  canal  operated 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  irrigated  (acre-feet) 


87,408 

141,214 

467 

> 109, 166 

«3.17 


87,994 

»  48,537 

487 

s 166,238 

>3.93 


96,898 

149,411 

534 

s 190, 427 

S4.26 


103,837 

155,631 

602 

'113,261 

S2.2S 


109,272 

163,366 

648 

<  141,480 

S2.49 


109,500 

165,000 

64S 


1  Includes  acreage  in  crops  on  North  Platte  Canal  &  Colonisation  Co.  lands, 
s  Exclusive  of  lands  iinder  North  Platte  Canal  &  Colonisation  Co.  tract 
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SSTTLSMEKT. 

Conditions  on  the  project  have  not  changed  materially  during  the 
past  fiscal  year.  The  number  of  transfers  of  property  has  been  some- 
what less  than  formerly,  due  partly  to  the  increasing  permanency  of 
the  class  of  settlers  and  also  to  the  fact  that  many  have  been  wait- 
ing for  a  change  in  the  reclamation  law  before  making  transfers. 
A  number  of  farm  units  which  have  been  canceled  from  tmie  to  time 
for  the  nonpayment  of  water-right  charges  and  other  causes 
have  been  taken  up  by  new  entrymen,  who  appear  to  be  per- 
manent settlers.  A  large  number  of  them  are  of  foreign  descent 
and  are  hard-working  and  industrious  people.  The  compara- 
tively large  payment  of  water-right  charges  required  at  the  time 
of  filing  upon  land  tends  to  keep  out  the  speculative  entrymen. 
There  are  very  few  organizations  upon  the  project  for  cooperative 
purchase  or  sale  of  materials  or  products.  An  organization  was 
established  during  the  year  for  bettering  cwiditions  of  handling 
alfalfa  hay  and  succeeded  in  gating  a  more  equitable  freight  rate 
for  hay  shipped  from  the  valley.  A  cooperative  association  was 
formed  in  Mitchell  for  the  sale  of  lumber  and  materials  but  did  not 
prove  a  success,  and  their  yard  was  sold  to  one  of  the  lumber  com- 
panies of  the  valley.  At  the  present  time  the  question  of  forming 
associations  for  the  purchase  of  live  stock  and  for  the  protection  of 
live  stock  against  disease  is  under  agitation.  Hog  cholera  has  ap- 
peared in  the  valley  to  some  extent,  and  an  organization  was  formed 
a  short  time  ago  among  the  farmers  of  Scotts  Bluff  County  for  the 
protection  of  the  hog-raising  industry.  The  Department  of  Agri- 
culture is  cooperating  with  the  settlers  in  the  valley  to  exterminate 
the  disease  and  in  general  to  improve  the  condition  of  the  hog  indus- 
try. It  is  expected  that  further  work  in  this  line  will  be  taken  up, 
extending  its  operations  into  other  branches  of  stock  raising.  The 
following  table  shows  settlement  data  for  the  project  for  1912, 
1913,  and  1914.  The  territory  covered  by  this  table  is  for  the  lands 
irri^ted  by  the  Reclamation  Service  only  and  extends  from  the  east 
end  of  the  approved  project  in  range  51,  in  Nebraska,  to  as  far  west 
as  Torrington,  in  Wyoming. 

Settlement  data,  North  Platte  project. 


Item. 


1912 


1913 


1914 


1.  Total  number  at  farms  on  prqject 

2.  Popolation  of  (1) 

3.  Number  of  irrigated  farms 

4.  Operated  by  owners  or  managers 

6.  Operated  by  tenants 

6.  Population  of  (3 ) 

7.  Number  of  towns 

8.  Population  of  (7) 

9.  Total  population  in  towns  and  on  farms,  sum  of  (2)  and  (8) . 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banks 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  number  of  depositors 

16.  Number  of  relinauishments 

17.  Number  of  cancellations 


1,270 

2,504 

777 

575 

202 

''     7 

4,600 

7,104 

24 

25 

13 

1277,000 

0) 


1,270 

2,774 

908 

603 

305 

<% 

4,782 

7,636 

30 

25 

13 

1277,000 

Sl,160,000 


•1,270 

•2,000 

•960 

•476 

•475 

«     7 

•4,900 

•7,800 

•30 

•25 

•13 

1277,000 

11,704,000 


1  Data  not  available. 
64162'— 15 13 


s  Estimated. 
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PBINCrPAL  CBOPS. 

The  acreage  under  crops  has  been  increasing  on  the  project  each 
year,  both  hj  the  addition  of  new  land  and  bjr  the  farmers  develop- 
ing their  units  and  putting  more  land  into  cultivation.  The  increase 
from  1913  to  1914  is  not  large,  as  practically  no  new  lands  have  been 
opened  to  irrigation  during  the  past  fiscal  year.  The  proportion  of 
land  planted  to  alfalfa  has  been  increasing  each  year.  The  same  is 
true  of  sugar  beets.  In  1909  only  1  per  cent  of  the  cropped  area  was  in 
alfalfa,  while  in  1914  this  crop  represented  57  per  cent  of  the  acreage. 
In  1909,  2  per  cent  of  the  land  was  in  sugar  beets,  and  in  1894,  9  per 
cent.  The  percentage  of  all  the  other  crops  has  gradually  decreased 
since  the  opening  of  the  project.  This  is  especially  noticeable  in 
the  case  of  small  grains.  In  1909,  73  per  cent  of  the  land  was  in 
small  grains  and  com.  In  1914  only  27  per  cent  is  planted  to  these 
crops.  The  total  value  of  the  crop  on  the  project  for  1913  was 
$786,621,  as  compared  with  $521,455  in  1912.  About  65,000  acres 
are  in  crop  this  year  on  the  Interstate  project  and  on  the  North 
Platte  Canal  &  Colonization  Co.'s  lands.  Adverse  weather  condi- 
tions during  the  latter  part  of  June  destroyed  or  injured  a  consider- 
able amount  of  crops,  but  it  is  expected  that  in  spite  of  this  there 
will  be  satisfactory  returns. 


Crop  report,  North  Pla 

tie  projec 

rt,  year  of  1913. 

Area, 
acres. 

Unit 
of  yield. 

Yields. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit, 
of  yield. 

Total. 

Per  acre. 

AIIMft^bftY.       

37,296 

2,946 

2,331 

3,561 

8,600 

1,156 

928 

2,920 

2,182 

120O 

804 

900 

Ton 

Bushel.. 
...do.... 
...do.... 
...do.... 
...do.... 
...do.... 

Ton 

Bushel.. 

61,728 

3,108 

49,522 

67,001 

2n,600 

151,304 

6,273 

32,739 

32,489 



2.8 

1.1 

21.0 

10.0 

25.0 

131.0 

7.0 

11.0 

15.0 

16.00 
8.00 
.60 
.70 
.40 
.45 
.45 
5.50 
.63 

S308,640 

24,864 

20,713 

46,901 

84,640 

68,087 

2^823 

180,065 

20,468 

0,600 

5,106 

5,n2 

til.  81 

AlMfftffAM)         

8.44 

Barl^ 

12.76 

Corn... 

13.17 

Oats 

0.45 

Potatoes 

58.90 

Ry?.^.......::::.:: 

3.04 

Sugar  beets 

61.67 

Wheat 

0.38 

8.00 

FoTBirei 

5.73 

20.04 

Total  cropped 

54,306 



1 

Total  and  averace 

786,621 

14.40 



Irrigated,  no  crop: 

Alfalfa  seeded,  nurse  crop. 
AUeOfa  seeded,  no  nurse 

crop. 
Less  duplicated  areas 

6,760 
2,623 

6,760 

1 

1 

1 

Total 

2,523 

1 

Total  irrigated 

56,820 



Areas. 

Acres. 

Number 
of  farms. 

Total  irrigated  area  i^ms  repo 
Under  water-right  applical 

rted 

72,280 

56,820 

56,460 

360 

008 

rted 

OOB 

,l0Tl!» 

004 

4 

54,306 

OOB 

1  Under  forasais  included  cane,  com  fodder,  stock  beets,  miscellaneous  grains,  millet  and  other  hay.    Un- 
'  m  Is  included  beans. 


der  garden  I 
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FOBT  LARAMIE  CANAL. 

The  form  of  trust  deed  which  was  prepared  for  execution  by 
owners  of  deeded  lands  in  accordance  with  the  recommendation  of 
the  consulting  board  of  May  3, 1912,  was  revised  to  overcome  certain 
legal  obstacles.  The  Fort  Laramie  &  Gering  Water  Users'  Associa- 
tion was  organized  in  the  latter  part  of  1913.  The  officers  of  the 
association  and  other  friends  of  the  project  have  been  active  in  secur- 
ing the  signatures  of  deeded  landowners  to  the  trust  deeds.  At  the 
present  time  this  campaign  is  stpl  in  progress,  and  will  probably 
continue  for  some  time,  since  many  of  the  landowners  are  non- 
residents and  difficult  to  reach. 

SALE  OF  SUPPLEMENTAIi  STORAGE  BiaHTS  FBOM  PATHFINDER 
BESEBVOIB  TO  PRIVATE  CANALS. 

Following  the  plan  mentioned  in  the  eleventh  annual  report,  con- 
tracts were  entered  into  with  six  canal  companies  or  districts  in 
Nebraska  for  the  sale  of  supplemental  storage  rights  from  Path- 
finder Reservoir.  Xo  further  sale  contracts  have  been  entered  into 
within  the  last  fiscal  year,  although  several  companies  and  districts 
are  contemplating  such  purchase  as  soon  as  they  can  overcome  legal 
and  other  obstacles.  Several  of  these  organizations  have  entered 
into  temporary  rental  agreements. 

A  gauging  station  equipped  with  an  automatic  recording  instru- 
ment has  been  established  on  the  North  Platte  River  above  the  Path- 
finder Reservoir,  and  gaugings  are  also  being  made  of  the  inflow  of 
Sweetwater  River  by  tne  United  States  Geological  Survey.  A  com- 
petent hydrographer  has  been  making  river  measurements  and 
records  between  the  Pathfinder  Reservoir  and  Bridgeport,  Nebr.,  to 
ascertain  the  conditions  of  inflow  from  the  tributaries,  losses  in  trans- 
mission, and  such  other  data  as  may  be  essential  in  a  determination 
of  water  rights  and  proper  water  distribution. 

OBDEB  DATED  JULY  15,  19ia. 

In  view  of  the  exceptional  requirements  regarding  operation  and 
maintenance  payments  during  the  current  year  on  the  North  Platte 
project,  Wyoming-Nebraska,  constructed  under  the  provisions  of  the 
reclamation  act  of  June  17,  1902  (32  Stat.,  388),  due  to  the  post- 
ponement of  payments  in  former  years,  it  is  hereby  ordered  that  as 
a  condition  of  the  delivery  of  water  during  the  current  irrigation 
season  without  immediate  payment  of  the  charges  due  for  operation 
and  maintenance,  there  shall  be  an  increase  to  said  charges  for  opera- 
tion and  maintenance  of  1  cent  per  acre  for  each  month  which  elapses 
in  whole  or  in  part  from  July  21, 1913,  to  the  date  of  payment.  Such 
additional  charge  shall  be  separately  added  to  each  portion  of  an 
installment  for  operation  and  maintenance  remaining  unpaid  on  and 
after  July  21, 1913.  That  is  to  say,  those  who  owe  portions  of  install- 
ments for  operation  and  maintenance  for  two  years  shall  be  required 
to  add  the  amount  of  2  cents  per  acre  per  month  or  fraction  of  a 
month. 

Franklin  K.  Lane. 
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PUBLIC  NOTICE  DATED  SEPTEMBEB  4,  1918. 

1.  In  pursuance  of  the  provisions  of  section  4  of  the  reclamation 
act  of  June  17, 1902  (32  Stat.,  388),  and  acts  amendatory  thei'eof  and 
supplementary  thereto,  notice  is  herebv  given  that  water  will  be  fur- 
nished under  the  North  Platte  project,  Nebraska- Wyoming,  in  the  irri- 
gation season  of  1913  and  thereafter  for  the  irrigable  lands  shown 
upon  farm-unit  plat  of  T.  25  N.,  E.  62  W.,  approved  June  3,  1913, 
on  file  at  the  local  land  office  at  Cheyenne,  Wyo.,  subject  to  the  public 
notice  of  March  14,  1912,  and  all  notices  and  orders  amendatory 
thereof  or  supplementary  thereto  as  modified  by  the  following  terms 
and  conditions. 

2.  The  water  users  will  be  required  to  construct  and  maintain  their 
own  distributing  system ;  to  have  the  water  for  their  respective  tracts, 
measured  and  dehvered  at  such  headgate  located,  constructed,  and 
maintained  by  the  United  States  in  the  Interstate  Canal  as  may  be 
designated  by  the  United  States;  that  there  shall  be  allowed  to  the 
said  lands  on  account  of  the  water  users  constructing  their  own  dis- 
tributing system  a  credit  of  $20  per  irrigable  acre  on  the  building 
charge  of  $55  per  irrigable  acre,  the  rate  in  effect  for  other  lan£ 
under  the  project  as  fixed  by  public  notice  of  December  30,  1911. 

3.  The  charges  per  irrigable  acre  for  said  lands  are  divided  into 
two  parts,  as  follows :  At  (a)  for  the  building  of  the  irrigation  system 
$35  per  aci-e  of  irrigable  land,  payable  in  not  more  than  10  annual 
installments,  as  follows: 

First |1 

Second 2 

Third 3 

Fourth 3 

Fifth 3 

Sixth 4 

Seventh 4 

Eighth 4 

Ninth . 5 

Tenth 6 

Total 35 

and  (b)  for  operation  and  maintenance,  which  shall  be  the  pro  rata 
share  of  said  lands  for  the  cost  of  operation  and  maintenance  of  said 
project,  exclusive  of  the  distributing  system  of  the  project,  the  latter 
being  fixed  at  one-half  of  the  cost  of  operation  and  maintenance  of 
the  said  project,  so  that  the  portions  of  installments  for  operation 
and  maintenance  for  these  lands  shall  be  one-half  of  the  cost  of  opera- 
tion and  maintenance  of  the  project,  as  fixed  by  public  notices  now  in 
effect,  or  hereafter  issued,  and  shall  be  paid  as  m  said  public  notices 
and  orders  specified. 

4.  The  first  installment  of  the  charges  for  building,  operation,  and 
maintenance  shall  accompany  the  filing  of  water  right  application: 
the  second  installment  shall  be  due  on  December  1  of  the  next  cal- 
endar year,  and  subsequent  installments  shall  become  due,  respect- 
ively, on  December  1  of  each  calendar  year  thereafter.  No  water 
will  be  furnished  in  any  season  until  payment  of  the  portions  of 
the  installments  on  account  of  operation  and  maintenance  then  due. 

A.  A.  JoxES, 
Actmg  Secretary  of  the  Interior. 
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Assets,  liabilities,  reserves,  and  capital,  North  Platte  project,  to  June  SO,  1914. 

ASSETS. 

AcGomits  receivable: 

Ck>iistriiction  charges  due  and  uncollected  from 

water-rigbt  appilcants |319, 428.  25 

Operation  and  maintenance  charges  due  and 

uncollected  from  water-right  applicants 79, 801. 40 

Total _ $398,  729. 65 

lUTentories : 

Animals 15. 606. 32 

Mechanical  and  other  equipment 40,655.22 

Material  and  supplies  on  hand  in  storehouses.  70. 115.  78 

Goods  in  transit 46.  72 

Undistributed  cost  (freight  and  handling  on 
inventory  property) 134.11 

Total 126, 558. 15 

Construction  work  in  process: 

Gross  expenditures  for  construction  of  project 

to  date 6,  338, 964.  75 

I.*es8  revenue  earned  during  con- 
struction, as^  follows : 

Rentals  of  cottages $3, 384. 42 

Rentals  of  grazing  lands 4,473.66 

Rentals  of  irrigation  water___  14, 283.  20 

Miscellaneous  revenues 1,353.28 

IjOSS  on  mess  houses '0,990.32 

Profits  on  mercantile  stores-.    4,761.39 

Profits  on  hospitals 5,677.93 

Contractor's  freight  refunds..  14,737.43 
Forfeitures  by  default  bidders 

and  contractors 16,255.00 

Adjustments : 

Depreciation     on     plant     and 

equipment 1, 674. 14 

Loss    shown    on    Government 
animals *  1,204. 07 

Total  deductions 55,406.06 

Net  expenditures  for  construction  of  project  to  date 6,  283,  558.  69 

Total  assets 6, 808. 846. 49 

LIABILITIES,   RESERVES,    AND   CAPITAL. 

Accounts  payable: 

Unpaid  labor $10,  715. 37 

Unpaid  purchases 17,808.24 

Unpaid  contract  estimates 25,220.63 

Unpaid  contract  holdbacks 27,261.30 

Unpaid  freight  and  express  charges 13,361.26 

Unpaid  passenger  fares 127.98 

Unredeemed  coupon  books 26.55 

Unredeemed  meal  tickets .25 

Unpaid  miscellaneous 22.94 

Total $94,  544.  52 

^  Deduct. 
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Reserves  for  repayment  to  reclamation  fund  of 
cost  of  project: 
Const nictlon    charges   accrued    on    contracts 

with  water-right  applicants $4d3. 009.43 

Construction    charges    paid    in    advance    by 

water-right  applicants 4,016.30 

Construction  charges  paid  and  forfeited  by 
water-right  applicants 4.652.90 


Total $501, 678. 63 

Net  investment: 

Disbursements $6, 071, 027. 80 

Transfers  received  from  other 

projects 633, 597. 96 

6,704,625.76 

I^ss: 

Collections 519.  505. 11 

Transfers  issued  to  other 

projects 19, 037.  53 

538.542.64 


Total 6. 166, 083. 12 

Revenues  In  excess  cost  of  operation  and  maintenance.  46, 540.  22 


Total  liabilities,  reserves,  and  capital  investment  of 

the  Government 6, 808,  846. 49 

Functional  feature  costs  of  Xorth  Platte  project  to  June  SO,  191k. 

Development  (storage)  works "$2,579,687.56 

Carriage  system 2, 231.  859.  79 

Distribution  system 881, 000. 83 

Drninage  and  flood-protection  system 84.589.00 

Real   estate 19,  777. 18 

Farm-unit   subdivisions 42, 108.  85 

Miscellaneous  preliminary  investigations 76,641.16 

Operation  and  maintenance  during  construction 423, 300. 38 

Gross  expenditures  for  construction  of  project  to  date 6, 338, 964.  75 

Operating  revenues  and  expenses  North  Platte  project  to  June  SO,  19H. 

EXPENSES. 

Development  (storage)  works: 

Operation $12,  298. 17 

Maintenance 2. 644.  20 

Carriage  system : 

Operation 53, 232. 12 

Maintenance 92, 196. 62 

Distribution  system: 

Operation 87, 653. 53 

Maintenance 62, 170. 03 

Drainage  and  flood-protection  system,  maintenance 646.67 

Revenues  in  excess  of  cost  of  operation  and  maintenance  (car- 
ried to  credit  side  of  assets  and  liabilities  statement) 46,540.22 


Total 347, 381. 66 


REVENUES. 


Operation  and  maintenance  charges  accrued  on  contracts  with 

water-right  applicants $342,  886. 22 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 390. 39 
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Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right  applicants _  $079. 95 

Rentals  of  irrigation  water 2,940.75 

Miscellaneous  revenues 184. 25 

Total 347, 381.  58 

Estimated   cost   of  contemplated   works    North    Platte   project    during   fiscal 

year  1915. 

Development- (storage)  works: 

Pathfinder  Reservoir $5,300 

lAke  Alice  Reservoir 8.000 

Dam  No.  3 226,505 

Winters  Creek  Lake 21, 940 

Gatekeeper's  cottage 1,720 

$263,465 

Carriage  system: 

First  division  main  canal 28,000 

Third  division  main  canal 82,017 

110,017 

Distribution  system: 

First  lateral  district 7, 356 

Second  lateral  district 6,975 

Third  lateral  district 74, 506 

Right  of  way 5,683 

94,520 

Drainage  system 78, 700 

Operation  and  maintmance  during  construction 13, 750 

Operation  and  maintenance  (public  notice) 106,<X)0 

Total 666.452 
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HEVASA,  TSITCKEE-GABSOir  PBOJECT. 

D.    W.   Cole,  project  manager,   Fallon,   Ney. ;   F.  H.   Tillinohast,  engineer, 
Labontan  Dam,  Lahontan. 

( For  Results  to  June  SO,  19H,  and  Data  for  Complete  Projects,  see  appendix.) 

IiOCATIOK. 

Conntiea:  ChnrchiU,  Storey,  and  Lyon. 

Townshipa:  17  and  18  N.,  Ra.  17  to  30  E.;  19  N.,  Ra  26  to  31  E.;  20  X., 
Rs.  22  to  31  E.,  Mount  Diablo  meridian. 
Railroad:  Southern  Pacific. 

Railroad  stations  and  estimated  population  January  1,  1914:  Femley,  GO; 
Haxen,  150;  Fallon,  1,000;  and  Labontan,  360. 

WATER  8X7PPLY. 

Source  of  water  supply :  Truckee  and  Carson  Rivers. 

Area  of  drainage  basin :  3,450  square  miles. 

Annual  run-off  in  acre-feet:  Truckee  River  at  Taboe  (519  square  miles) » 
1901  to  1913.  maximum,  704,000;  minimum,  113,000;  mean,  295,000.  Truckee 
River  near  Vista  and  Clark  (1,740  square  mUes),  1900  to  1913,  maximum, 
1,435,000;  minimum,  366,000;  mean,  812,000.  Carson  River  at  Empire  (988 
square  miles),  1901  to  1913,  maximum,  731,000;  minimum,  172,000;  mean, 
383,000. 

AOBICTJLTX7BAL  AJTD  CLIMATIC  COITOITIONS. 

Area  for  wliicb  service  is  prepared  to  deliver  water,  season  of  1914 :  52,039 
acrea 

Area  under  water-ri^bt  applications  and  rental  contracts^  season  of  1914: 
44,030  acres. 

Lengtb  of  irrigation  season :  From  April  1  to  October  15 — 198  days. 

Average  elevation  of  irrigable  area :  4,000  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area:  4  incbes;  1913,  8.08  inches — 
exceptionally  wet. 

JEUinge  of  temperature  on  irrigable  area  :  0*  to  105*  F. 

Character  of  soil  of  irrigable  area :  Ebcceedingly  variable ;  sand,  sandy  loam, 
clay,  adobe,  and  volcanic  ash. 

Principal  products :  Alfalfa,  small  grain,  potatoes,  onions,  sugar  beets,  truck 
crop,  and  dairy  products. 

Principal  markets :  Nevada  mining  camps  and  California  cities. 

ULVBS  OPENED  FOB  IBBIOATION. 

Dates  of  public  notices  and  orders  relating  thereto :  May  6  and  November  1, 
1907;  January  30,  April  4,  June  5,  and  December  26,  1908;  March  1  and  Sep- 
tember 28,  1909;  April  26  and  September  16,  1910;  April  22  and  October  17, 
1911;  February  8  and  June  13,  1912;  January  17,  1913. 

Location  of  lands  opened :  Tps.  17  to  20  N.,  Rs.  23  to  31  E.  Mount  Diablo 
meridian. 

Present  status  of  irrigable  lands:  21,322  acres  entered  subject  to  the 
reclamation  act;  265  acres  subject  to  entry;  102  acres  State  lands;  46,117 
acres  in  private  ownership  (including  10,031  acres  of  railroad  lands). 

Limit  of  area  of  f^rm  units :  Public,  80  acres ;  private,  160  acres. 

Duty  of  water :  3  acre-feet  per  acre  per  annum  at  the  farm. 

Building  charge  per  acre  of  irrigable  land :  $22  and  $30. 

Annual  operation  and  maintenance  charge  per  acre  of  irrigable  land:  $0.75. 
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CHBONOLOOICAL  SUMMABY. 

RecoDDoissance  made  and  preliminary  surveys  begun  in  1902. 

Construction  recommended  by  director  March  7,  1903. 

Construction  conditionally  authorized  by  Secretary  March  14,  1903. 

Truckee  Canal  completed  June,  1905. 

First  irrigation  by  Reclamation  Service,  season  of  1906. 

Lahontan  Dam  80  per  cent  completed  June  30,  1914. 

Entire  project  65.7  per  cent  completed  June  30,  1914. 

IBRIOATIOK  PLAN. 

The  irrigation  plan  of  the  Truckee-Carson  project  provides  for  storage 
In  Lake  Tahoe,  in  the  Alkali  Flat  Reservoir,  near  Churchill,  Nev.,  and  in 
Lahontan  Reservofr  on  Carson  River,  near  Hazen,  Nev. ;  the  diversion  of  water 
from  Truckee  River  by  a  dam  about  20  miles  below  Reno,  Nev.,  into  the 
Truckee  Canal,  supplying  water  to  lands  in  the  Truckee  and  Carson  River 
valleys  and  to  the  lahontan  Reservoir;  the  diversion  of  water  from  Carson 
River  by  a  dam  near  Dayton,  Nev.,  for  storage  in  Alkali  Flat  Reservoir  and 
Irrigating  lands  in  Churchill  Valley  below  that  reservoir;  and  the  diversion 
of  water  from  Carson  River  by  a  dam  about  5  miles  below  the  Lahontan  storage 
dam  Into  two  canal  systems,  one  on  either  side  of  the  river,  watering  lands 
in  the  lower  Carson  River  Valley.  The  United  States  Intends,  for  and  in  con- 
nection with  the  project,  to  use  the  waste,  seepage,  spring,  and  percolating 
waters  arising  within  the  same,  and  asserts  a  right  thereto  by  virtue  of  its 
reservation  of  all  unappropriated  waters  of  the  project  source  of  supply  and 
of  its  appropriation  of  said  waters  in  accordance  with  the  State  law  heretofore 
made  for  the  purposes  of  the  project 

The  features  of  the  above  irrigation  plan  which  have  been  completed  are: 
The  dam  at  the  outlet  of  Lake  Tahoe,  Including  the  greater  portion  of  the 
accessory  dredging  of  the  Truckee  River  channel ;  the  diversion  dam  in  Truckee 
River  near  Derby,  Nev. ;  the  Truckee  Canal  carrying  water  from  this  diversion 
31  miles  to  the  terminal  concrete  chute  discharging  into  the  Lahontan  Reser- 
voir; the  forebay  for  the  hydroelectric  plant  discharging  Truckee  Canal  water 
Into  Carson  River  below  Lahontan  Dam;  the  diversion  dam  in  Carson  River 
situated  about  5  miles  below  Lahontan  Dam ;  that  portion  of  the  irrigation  ^s- 
tem  which  includes  laterals  taking  out  of  Truckee  Canal  in  the  vicinity  of 
Fernley  and  Hazen ;  and  the  two  main  canals  heading  at  Carson  diversion  dam 
and  extending  over  the  main  portions  of  the  project  in  Carson  Sink  with 
Fallon  as  a  center. 

Construction  of  Lahontan  Dam  is  nearing  completion  for  the  storage  of  Car- 
son River  flood  waters  combined  with  the  Truckee  River  surplus  as  delivered 
by  Truckee  Canal. 

The  features  remaining  for  future  construction  are :  The  Alkali  Flat  Reser- 
voir, or  equivalent  reservoirs  in  the  upper  Carson  Valley,  as  may  later  be 
determined;  the  extension  of  the  irrigation  system  to  cover  additional  areas 
adjacent  to  and  on  all  sides  of  the  project  as  already  constructed,  and  such 
extensions  of  the  drainage  system  as  may  become  necessary  and  of  which 
the  cost  may  be  provided  for. 

COKSTBIJCTION  DUBINO  FISCAL  YEAR. 

Lake  Tahoe  Dam, — ^In  the  summer  of  1913  the  outlet  property  at 
Lake  Tahoe,  being  subject  to  a  suit  for  condemnation  by  the  United 
States,  an  agreement  was  made  with  the  Truckee  River  General 
Electric  Co.,  the  owner  of  the  property,  to  resume  construction  work 
on  the  dam  at  the  lake  outlet  without  prejudice  to  the  rights  of 
either  party  to  the  suit.  Accordingly,  in  August,  1913,  the  Truckee 
River  General  Electric  Co.  resumed  work  on  the  remaining  portion 
of  the  dam  which  had  been  commenced  in  the  fall  of  1909  under 
plans  and  specifications  at  that  time  approved  by  the  United  States 
Keclamation  Service. 
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The  dam,  consisting  of  a  reinforced  concrete  framework  for  inclos- 
ing the  17  sluice  gates  and  surmounted  by  a  wooden  superstructure 
for  sheltering  the  gate  mechanism,  was  completed  in  the  following 
October. 

The  accessory  dredging  of  the  river  channel  above  the  dam,  includ- 
ing the  removal  of  old  cofferdams  and  other  debris,  together  with 
necessary  grading  and  riprapping  about  the  ends  of  the  dam,  was 
completed  in  November  and  the  construction  plant  removed. 

The  completion  of  this  reinforced  concrete  dam  as  a  substitute  for 
the  old  timber  dam  built  about  40  years  previously  finally  accom- 
plished the  original  design  of  the  Reclamation  Service  for  the  con- 
trol of  Lake  Tahoe  levels  within  a  reasonable  limit  of  fluctuation. 

Lahontan  Dam, — ^This  work  has  progressed  in  accordance  with  the 
original  schedule  and  at  a  cost  within  the  original  estimate.  A  force 
averaging  nearly  300  men  has  worked  mainly  in  one  daily  8-hour 
shift,  but  occasionally  the  exigencies  of  the  work  have  required  an 
additional  night  shift.  There  have  been  no  fatal  casualties  or  serious 
accidents  during  the  year,  and  the  sanitary  conditions  have  pre- 
served excellent  health  of  the  operatives  and  their  families. 

The  hydroelectric  power  derived  from  the  fall  of  Truckee  Canal 
into  Carson  Eiver  below  the  dam  has  been  used  continuously  for 
operating  all  of  the  machinery  in  building  the  dam  except  a  small 
amount  of  steam  power  for  narrow-gauge  locomotives  and  small 
steam  shovels. 

The  main  embankment  of  the  dam  was  built  up  about  80  feet  dur- 
ing the  year.  This  embankment  was  paved  with  gravel  and  rock 
on  the  upstream  slope  for  about  60  feet,  vertically;  on  the  down- 
stream slope  to  a  height  of  12  feet  above  the  spillway  pool;  and 
approximately  50  feet,  vertically,  on  the  flanking  downstream  abut- 
ments. The  left  bank  of  the  river  below  the  spillway  pool  was  also 
sloped  and  paved  to  the  necessary  height.  The  rock  paving  on  the 
dam  was  hauled  by  the  construction  railway  from  the  quarry,  a  mile 
and  a  half  distant.  Various  necessary  excavations  were  made  for 
foundation  walls,  the  stripping  under  the  base  of  the  embankment, 
and  the  trenching  for  the  Lahontan  bench  siphon  adjoining  the  dam. 
During  the  winter,  when  work  on  the  dam  was  suspended  on  account 
of  frost,  the  team  force  was  employed  in  excavating  the  Lahontan 
Bench  Canal  in  conjunction  with  building  a  dike  southward  from  the 
main  dam  for  about  half  a  mile  across  the  mesa,  which  is  naturally 
about  4  feet  below  the  top  of  the  completed  dam. 

The  large  reinforced  concrete  outlet  tower,  with  surmounting  gate- 
house, was  completed  from  bottom  to  top,  including  the  installation 
of  the  full  set  of  16  heavy  cast-iron  controlling  gates,  with  their 
operating  mechanism. 

The  cut-off  wall  through  the  base  of  the  embankment  was  com- 
pleted in  the  left  abutment. 

The  principal  portion  of  concrete  work  was  in  the  two  spillways. 
The  left  spillway  was  entirely  completed,  including  the  five  roadway 
arches  over  the  weir,  and  the  right  spillway  was  brought  up  to  the 
bottom  of  the  main  weir  wall.  Concrete  was  also  placed  in  the  right 
upstream  wing  wall  of  the  right  spillway. 
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The  4rfoot  diameter  reinforced  concrete  inverted  siphon  pipe  for 
delivering  water  from  Truckee  Canal  across  the  Carson  River  to  the 
Lfahontan  Bench  Canal  was  completed,  including  the  terminal  struc- 
ture on  the  south  side  of  the  river,  while  on  the  north  side  the  head 
structure  and  one  section  of  the  siphon  were  finished. 

Having  reached  this  stage  of  completion,  the  dam  was  placed  on 
an  operating  basis  on  May  11,  1914,  and  57,000  acre-feet  of  water 
were  in  storage  on  June  30,  ready  for  delivery  to  the  project  lands. 

The  working  program  contemplates  completion  of  the  dam  in  all 
parts  to  its  full  capacity  of  290,000  acre-feet  before  the  end  of  the 
calendar  year. 

Lateral  construction, — The  construction  of  the  "  H "  lateral,  of 
approximately  50  second-feet  capacity,  for  irrigating  about  2,000 
acres  of  land  in  the  Douglass  Island  district  was  completed  under 
small  contracts  with  the  farmers  for  a  distance  of  about  3  miles,  ex- 
cept two  sections  of  1,000  feet  each,  which  were  temporarily  (Hnitted 
on  account  of  wet  ground  during  the  irrigation  season.  In  the  Still- 
water district  the  Kemp- Winder  lateral  for  watering  about  500  acres 
south  of  Stillwater  Slough  was  completed  and  put  into  operation 
in  the  season  of  1914.  SS^tions  of  other  smaller  laterals  were  built 
here  and  there  in  the  project  for  individual  delivery  under  water- 
right  application. 

Road  work  along  Truckee  Cwnd. — The  rainstorms  of  1913  empha- 
sized the  necessity  for  greater  accessibility  of  Truckee  Canal.  During 
the  fall  and  winter  a  small  force  completed  the  grading  of  the  canal 
banks  throughout  the  Canyon  section  below  Deriby,  over  the  Gillpin 
spillway,  and  around  the  three  canal  tunnels,  to  complete  a  service- 
aole  road  traversing  the  entire  canal.  About  3  miles  of  new  highway 
were  graded  from  Lahontan  westward  to  a  connection  with  the  main 
road  to  Dayton  as  a  substitute  for  an  equivalent  length  of  road  which 
is  now  submerged  in  Lahontan  Reservoir. 

DRAINAGE. 

During  the  year  about  13,000  feet  of  open  and  15,000  feet  of  closed 
drains  were  constructed  on  the  project.  The  first  east  drain,  which 
consisted  of  13,000  feet  of  open  outlet  and  8,350  feet  of  15-inch  tile, 
was  completed.  On  the  first  southeast  drain  7,000  linear  feet  of  12- 
inch  and  15-inch  tile  had  been  placed  up  to  June  30.  On  the  latter 
drain  the  water  is  lifted  about  5  feet  at  the  lower  end  of  the  tile 
line  bv  means  of  an  electrically  operated  pump  and  discharged  into 
a  surface  drain.  The  average  depth  of  the  tile  lines  constructed  is 
about  8  feet.  It  was  intended  in  the  design  of  these  lines  to  deter- 
mine therefrom  the  most  effective  depth  and  type  of  drain  for  low- 
ering and  controlling  the  ground  waters  over  the  project.  The  re- 
sults so  far  obtained  seem  to  indicate  that  the  subsoils  of  the  project 
are  sufficiently  porous  to  permit  of  the  ground  water  being  held 
down  and  controlled  by  means  of  deep  drains.  The  amount  of  water 
which  has  reached  them  also  seems  to  indicate  that  deep  drains  will 
be  effective  for  a  considerable  distance  from  there. 

During  the  first  part  of  the  irrigation  season  of  1914  some  diffi- 
culty was  experienced  in  the  operation  and  maintenance  of  the  tile 
drains.  This  is  due  apparently  in  great  part  to  the  large  quantities 
of  surface  water  which  in  places  accumulated  over  the  pipe  lines  and 
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eventually  found  its  way  through  the  loose  material  into  them.  This 
condition  shows  that  a  careful  application  of  water  to  the  soils  is 
necessary  in  order  to  protect  drainage  works. 

OPEBATIOK  AND  MAINTEKANCE. 

Water  supply. — ^The  irrigation  season  of  1913  was  a  period  of 
phenomenal  rainfall.  Two  inches  of  precipitation  occurred  during 
the  last  days  of  May,  followed  by  storms  in  June,  July,  and  August, 
which  aggregated  6  inches,  or  50  per  cent  more  than  the  total  aver- 
age annual  rainfall  within  four  months.  These  rains  had  two  prin- 
cipal effects,  first,  in  decreasing  the  amount  of  water  required  for 
irrigation,  and  second,  in  washing  debris  into  the  Main  Truckee 
Canal,  which  necessitated  expensive  cleaning  for  the  first  time  in  its 
ei^ht  years  of  operation.  Notwithstanding  the  unusual  summer 
rainfall,  the  water  supply  was  the  lowest  on  record  except  that  of 
1912,  and  the  shortage  of  irrigation  water  in  the  latter  part  of  the 
summer  occasioned  considerable  inconvenience  and  loss  of  crops. 

Lake  Tahoe  having  become  greatly  depleted  by  two  dry  years  in 
succession,  it  was  onlj  by  sj)ecial  arrangement  with  the  Truckee 
River  General  Electric  Co.,  in  control  of  the  lake,  that  a  small 
amount  of  storage  water  became  available  for  the  project  during  the 
latter  portion  of  the  irrigation  season.  Another  small  amount  of 
stored  water  was  secured  bv  arrangement  with  the  owners  of  Donner 
Lake,  on  the  headwaters  of  Truckee  River. 

The  snowfall  on  the  watersheds  during  the  winter  of  1913-14 
was  again  plentiful  and  resulted  in  moderate  floods  in  both  streams 
in  the  month  of  January,  1914,  and  for  a  sustained  period  during 
April,  May,  and  June,  thus  giving  an  abundant  water  supply  for 
immediate  application  to  crops  as  well  as  for  filling  the  depleted 
reservoirs.  Lake  Tahoe  was  again  filled  to  its  high-water  level  in 
June,  and  the  new  Lahontan  Keservoir  was  used  for  storing  water 
for  the  first  time. 

U»e  of  vater. — As  compared  with  a  minimum  net  delivery  of 
62,707  acre-feet  of  water  in  1912,  the  corresponding  fipire  for  1913 
was  69,798  acre-feet,  and  the  duty  of  water  increased  irom  2.5  acre- 
feet  per  acre  in  1912  to  2.26  acre-feet  per  acre  in  1913.  The  duty 
was  4.46  acre-feet  per  acre  in  1911,  which  was  a  year  of  abundant 
water  supply.  The  water  diverted  from  the  streams  in  1913 
amounted  to  186,175  acre-feet  for  the  lands  under  water-right  appli- 
cation, not  including  unsettled  vested  rights,  which  were  supplied 
with  additional  amounts  through  the  project  system. 

The  distribution  system  comprising  about  500  miles  of  canals  and 
laterals  was  operated  by  the  usual  force,  consisting  of  a  water  master 
and  an  average  of  eigKt  ditch  riders.  A  maintenance  force  under  a 
general  foreman,  reporting  to  the  superintendent  of  irrigation  and 
comprising  a  variable  number  of  men  and  teams,  was  engaged  dur- 
ing the  nonirrigation  season  in  the  usual  work  of  cleaning  and  re- 
pairing laterals  and  drains.  A  smaller  force  was  employed  during 
the  summer  season  for  repairing  the  ordinary  breaks  in  ditches  and 
keeping  all  parts  of  the  system  in  working  order.  The  farmers  with 
their  teams  were  employed  from  time  to  time  at  a  day  wage  to  assist 
in  emergency  or  the  regular  work  of  maintenance. 


Digiti 


zed  by  Google 


202      THIRTEENTH  ANNUAL  REPORT  OF  RECLAMATION  SEBVIGE. 
Historical  review,  Truckee-C arson  project. 


Item. 


igo9 


1910 


1911 


1912 


1913 


1914  to 

Juiwao. 


Acreage  for  which  service  was  prepared  to 

supply  water , 

Acreage  irrigated 

Miles  of  canal  operated 

Water  diverted  (acre-feet ) 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  irrigated  (acre-feet) . .' 


52,039 
29,325 
280 
199,639 
144,023 
5.01 


27,557 

280 

177,576 

128,249 

4.65 


52,039 
30,130 
292 
262,619 
143,746 
4.46 


36,620 

294 

170,763 

62,707 

2.50 


52.039 
43,075 
295 
186,175 
69,798 
2.26 


52.039 

43.075 

295 


SETTLEMENT. 

With  homestead  lands  withdrawn  from  entry  and  water-right 
applications  suspended  for  private  lands,  settlement  during  the  past 
year  made  no  advance  except  for  some  shifting,  with  a  slight  in- 
crease of  farming  population  in  the  process  of  assignment  of  entries 
and  a  subdivision  oi  private-land  holdings.  Many  inquiries  were 
received  from  prospective  settlers,  and  the  indications  are  that  there 
will  be  a  substantial  increase  of  development  with  the  reopening  of 
project  lands  for  water  rights  which  is  planned  for  the  fall  of  1914. 
In  general,  the  present  population  is  well  established  and  composed  of 
resident  farmers  who  live  upon  and  cultivate  their  own  lands. 

Settlement  data,  Truckee-C arson  project. 


Item. 


1912      I      19U 


1914 


1 .  Total  number  of  farms  on  project 

2.  Population  of  (1) 

3.  Number  of  irrigated  farms 

4.  operated  by  owners  or  managers 

6.  operated  by  tenants 

6.  Population of(3) 

7.  Number  of  towns 

8.  Peculation  of  (7) 

9.  Total  population  in  towns  and  on  farms  (sum  of  (2)  and  (8))  • 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banks 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

16.  Total  num  ber  of  depositors 

16.  Number  of  relinquishments 

17.  Number  of  cancellations 


497 


18 

7 

1 

S100,000 

$260,000 

550 

41 

6 


494 

1,6S6 

494 

439 

55 

1,636 

4 

1,250 

2,885 

18 

8 

1 

$100,000 

$300,000 

600 

12 


55 

1.635 

4 

1.2S0 

2,885 

10 

8 

1 

$100,000 

$390,000 


PBINCIFAL  CBOPS. 

Alfalfa  continues  the  principal  staple  upon  which  is  based  the  feed- 
ing of  beef  cattle  and  sneep  for  market,  the  keeping  of  dairy  cows, 
and  the  marketing  of  baled  hay.  Owing  to  the  uncertainty  of  the 
latter  market,  which  is  largely  dependent  upon  the  varying  hay-crop 
conditions  in  California,  there  is  a  strong  tendency  toward  increase 
of  the  dairy  industry  and  the  consumption  of  alfalfa  upon  the 
project. 

During  1913  the  beet-sugar  factory  disposed  of  the  project  output 
of  about  10,000  tons  of  sugar  beets.  The  project  lands  are  well 
adapted  to  the  growth  of  this  crop,  and  while  the  financial  vicissi- 
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tudes  of  the  sugar  mill  have  caused  a  suspension  of  its  activity  for 
the  present,  it  is  believed  that  the  production  of  beet  sugar  will  even- 
tually become  one  of  the  main  industries  of  the  project. 

The  usual  amounts  of  grain,  principally  barley,  were  grown.  The 
tendency  toward  truck  larming,  including  potatoes,  celery,  onions, 
cantaloupes,  and  similar  crops,  is  increasing,  and  the  exceptionally 
high  quality  of  these  products  should  result  in  the  development  of  a 
fancy  market. 

The  total  value  of  project  crops  in  1913  approximated  $555,000, 
as  compared  with  $470,000  in  the  previous  year.  About  5,000  acres 
of  new  lands  were  leveled  and  seeded  during  the  year. 

Prices  for  all  crops,  except  hay,  were  well  maintained.  The  poor 
demand  for  baled  hay,  with  the  difficulty  of  marketing  that  portion 
damaged  by  the  excessive  rains  of  last  year,  tended  to  w^eaken  the 
reliance  upon  this  method  of  marketing  the  principal  crop. 

Crop  report,  Truckee-C arson  project,  year  of  J9JS. 


Area, 
acres. 

Unit, 
of  yield. 

Yields. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit, 
of  yield. 

Total. 

Per  acre. 

Al&l&liay 

13,960 

4,523 

1,880 

1,079 

180 

3,4«7 

283 

38 

18,352 

415 

1,590 

336 

3,161 

Ton 

...do 

Boshel.. 
Ton 

45,132 

508 

43,238 

9,460 

3.23 

1 17.00 

S3l:*,924 

3,518 

25,942 

56,760 

19,779 

28,007 

4,110 

8,732 

36,457 

22,342 

25,730 

7,707 

122.61 

Alffklfii,  vonriFt , 

*0.78 

Barley 

23.00 
8.76 

.60 
6.00 

13.80 

Beets,  smear 

52.50 

Garden 

109.80 

Hay,  except  above 

Ton 

Bushel.. 
...do 

4,001 
10,274 
10,915 

1.15 
36.30 
287.23 

7.00 
.40 
.80 

8.05 

Oats 

14.52 

Onions  for  market 

229.78 

Pasture....... 

1.9S 

Potatoes,  oommon 

Bushel.. 
...do.... 

29,789 
30,271 

71.61 
19.08 

.75 
.85 

53.70 

Wheat . .' 

16.17 

Mlm^lAIMOUiT 

22.93 

Less  duplicated  areas 



Total  oropped 

42,943 

1 

Total  and  average 

1 

555,007 
618,650 

*  12.92 

Less  pastnre  (18,352  acres). . . . 

24,591 

1 

21.10 

Irrigated,  no  crop: 

YoiiTig  alfelm* 

4,523 

132 

4,523 

Nonbearing  orchard 

Lees  duplicated  areas 



Total 

132 

Total  irrigated 

43,075 

.--, 

Areas. 

Acres. 

Number 
of  farms. 

Total  irrigable  area  fanns  repo 
Total  irrigated  area  fanns  repo 
Under  water-right  applicat 
Under  misetUed  vested  water 
Total  cropped  area  farms  repoi 

rted 

« 52, 039 
43,075 
30,857 
12,218 
42,943 

494 

rtfld 

494 

ions  and  00 
rights 

ntracts 

484 

10 

•Si : 

494 

1  Value  in  stack. 

I  Exclusive  of  young  alfalfa  the  average  value  of  crops  per  acre  cropped  is  S14.10  instead  of  $12.92. 
« Actual  irrigable  area  of  project  as  platted.    Irrigable  area  of  farms,  kiduding  unsettled  vested  water- 
right  land  reported  as  56,955  acres. 
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FINANCIAL  STATEMENT& 
Assets,  liahilities,  reserves,  and  capital,  Truckee-Carstm  project,  to  June  SO,  19H. 

ASSETS. 

Cash  in  other  employees'  hands  awaiting  transfer  to  fiscal  agent.             $349. 91 
Accounts  receivable: 

Uncollected  water  rentals $28. 50 

Uncollected  miscellaneous  rentals 429. 25 

Uncollected  miscellaneous  items 168.09 

Construction  charges  due  and  uncollected  from 

water-right  applicants 66,  885. 64 

Operation   and  maintenance  charges   due  and 

uncollected  from  water-right  applicants 3, 675. 03 


Total 71, 186. 51 

Inventories : 

Mercantile  stores  stock  on  hand $4,910.83 

Animals 13,  720. 84 

Mechanical  and  other  equipment 163, 473. 57 

Material  and  supplies  on  hand  in  storehouses.-  31,941.57 

Goods  in  transit 351.88 

Undistributed  cost  (freight  and  handling  on  in- 
ventory property) *5, 179. 00 


Total 209.  219.  69 

Construction  work  in  process : 

Gross  expenditures  for  construction  of  project  to  date 5,558,833.49 

Less  revenue  earned  during  construction,  as  fol- 
lows: 

Rentals  of  cottages $8,660.67 

Rentals  of  grazing  lands 12,742.21 

Miscellaneous  revenues 6,096.20 

Profits  on  mess  houses 16,524.03 

Profits  on  mercantile  stores 15,677.86 

Loss  on  hospitals '498.85 

Contractors  freight  refunds 300.00 

Forfeitures  by  defaulting  bidders  and  con- 
tractors   499. 95 

Adjustments : 

Depreciation  on  plant  and  equipment 123,003.89 

Profits  shown  on  Government  animals 23,  569. 61 

Total  deductions 206, 575. 57 


Net  expenditures  for  construction  of  project  to  date 5,352,  257.92 

Deferred  operation  and  maintenance  charges 148,412.95 


Total    assets 5, 781, 426. 9S 

LIABILITILS,   RESERVES,    AND   CAPITAL. 

Aoeounts  payable: 

Unpaid    labor $15,  802. 45 

Unpaid  purchases 11, 353. 49 

Unpaid  contract  estimates 6.680.85 

Unpaid  freight  and  express  charges 35,899.50 

Unpaid  paasenger  fares 22.25 

Unpaid  agreements  to  purchase  real  estate 1, 957.  50 

Unredeemed  coupon  books 261.95 

Unredeemed  meal  tickets 280.50 

Unpaid     miscellaneous      (cooperative     certifi- 
cates)   27.00 

Total 72,  285.  49 


1  Deduct. 
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Reserves  for  repayment  to  reclamation  fund  of  cost 
of  project: 
Gonstmction  charges  accrued  on  contracts  with 

water-right  applicants $304»  409. 13 

Construction  charges  paid  in  advance  by  water- 
right    applicants 1, 675, 75 

Ck>n8truction  charges  paid  and  forfeited  by  wa- 
ter-right applicants 1, 317. 80 


Total $307, 402.  68 

Net  investment: 

Disbursements $6, 631, 438. 08 

Transfers  received  from  other 

projects 262, 960.  02 


$5,  894, 398. 10 

Collections 456, 189.  82 

Transfers  Issued  to  other 

projects: 36, 469.  47 


492, 659.  29 
Total 5, 401, 738. 81 


Total  liabilities,  reRen'es,  and  capital  investment 

of  the  Government 5,781,426.98 

Functional  feature  easts  of  Tmekee-Carson  project  to  June  SO,  1914. 

Development  (storage)  works $1,432,979.98 

Carriage  system 2, 215, 474. 89 

Distribution  and  surface  drainage  system 1,304,447.05 

Deep  drainage  and  flood  protection  ^stem 164, 056. 81 

Power  system' 109, 254. 95 

Real  estate 29, 633. 98 

Telephone  lines 42, 210. 39 

Farm  unit  subdivisions 9,011.34 

Roads  and  bridges 39, 599. 73 

Miscellaneous  preliminary  Investigations 160, 843. 61 

Operation  and  maintenance  during  construction 48, 888. 18 

Cost  ledger  Inventories 2,432.58 


Gross  expenditures  for  construction  of  project  to  date 5, 558, 833. 49 

Operating  revenues  and  expenses,  Truekee-C arson  project,  to  June  SO,  19 H. 

EXPENSES. 

Development  (storage)  works: 

Operation $22, 772. 38 

Maintenance 12. 086.  41 

Carriage  system: 

Operation 4, 792.  88 

Maintenance 14,  753.  21 

Distribution  system: 

Operation 106, 507. 68 

'^Maintenance 128.310.26 

Drainage  and  flood  protection  system : 

Operation 280.79 

Maintenance 28, 211. 06 


Total 317.  714.  67 

64162-— 15 ^14 
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REVENUES. 

Operation  and  maintenance  charges  accrued  on  contracts  with 

water-right  applicants ^144, 484. 42 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 253. 64 

Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right  applicants 1,275. 07 

Rentals  of  lands  and  buildings 348.27 

Hentals  of  power  and  light 7,544.05 

Rentals  of  irrigation  water 4,809.96 

Miscellaneous  revenues 10, 586. 31 

Deferred  operation  and  maintenance  revenues  (carried  to  debit 

side  of  assets  and  liabilities  statement) 148,412.95 

Total 317, 714. 67 

Estimated  cost  of  contemplated  works,  Truckee-C arson  project,  during  fUcal 

year,  1915. 

Development  (storage)  works: 

Lahontan  Reservoir 1220,000.00 

Real  estate  purchases — 

Lake  Tahoe  outlet $28,000.00 

Additional    lands    for    Lahontan 

Reservoir 2, 000. 00 

Donner  Lake  Reservoir 50,000.00 

80,000.00 


Reservoir  examinations 10,000.00 


Carriage  system  : 

Lahontan  Bench  Canal 18,000.00 

Supplemental  construction 5,000.00 


Distribution  system: 

Ditch  tenders'  houses 1, 500. 00 

District  1,  laterals  and  drains 5, 000. 00 

District  2,  laterals  and  drains 5, 000. 00 

District  3,  laterals  and  drains 5, 000. 00 

District  7,  laterals  and  drains 5, 000, 00 

Real  estate 1, 000. 00 

Supplemental  construction 2,000.(X) 


$310, 000. 00 
23,000.00 


Drainage  and  flood-protection  system : 

Deep  drainage  system 14,0(X).00 

Drainage  investigations. 5, 000. 00 


I^ower  svstem  * 

Auxiliary  water  supply 12,000.00 

Additional  unit  under  lease,  Lahontan  plant 20, 000. 00 


24,500.00 


19. 000. 00 


32,000.00 

Real  estate 2, 000. 00 

Telephone  system 1, 000. 00 

Farm  unit  subdivisions 5,000.00 

Roads  and  bridges. 1,000.00 

Miscellaneous  investigations : 

Water-right  surveys  and  adjudications 10,000.00 

Hydrography  and  miscellaneous  examinations 5, 000. 00 


15,000.00 
Operation  and  maintenance  under  public  notice 74,000.00 


Total 506, 500. 00 
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L.  £.  FosTEB,  project  manager,  Carlsbad.  X.  Mex. ;  C  A.  May,  assistant  project 

manager. 

(For  Results  to  June  30,  19 1.^,  and  Data  for  Complete  Projects,  see  api)en- 
dix.) 

LOCATION. 

Onnty :  Eddy. 

Townships;  18  to  24  S.,  Rs.  25  to  29  E.,  New  Mexico  meridian. 
Railroad :  Atchison,  Topeka  &  Santa  Fe  System. 

Railroad  stations  and  estimated  population  January  1,  1914:  Carlsbad,  2,700; 
Otis,  75;  Loving,  150;  and  Malaga,  75. 

WATEB  SUPPLY. 

Source  of  water  supply :  Pecos  River. 

Area  of  drainage  basin :  22,000  square  miles. 

Annual  run-off  In  acre-feet  of  Pecos  River  at  Carlsbad  and  Dayton  (22,000 
square  miles),  1899  to  1913:  Maximum,  012,000;  minimum,  148,000;  mean, 
304,000. 

AOaiCULTUBAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  the  service  is  prepnred  to  supply  water,  season  of  1914 :  20,261 
acres. 

Area  under  water-right  applications,  season  of  1914:  20,273  acres  (difference 
due  to  fractional  acres). 

Length  of  irrigating  season:  From  March  to  November  and  two  weeks  in 
winter,  260  daya 

Average  elevation  of  irrigable  area  :  3,100  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area:  1902-1913,  15  inches;  calendar 
year  1913,  15.33  inches.     Relatively  wet  year. 

Range  of  temperature  on  irrigable  area :  —  3*  to  110"  F. 

Character  of  soil  of  Irrigable  area :  Pecos — Sandy  loam  with  large  lime 
(•ontent. 

Principal  products:  Alfalfa,  cotton,  grain  croim,  grapes,  melons,  peaches, 
t>ear8,  and  miscellaneous  fruits. 

Principal  markets:  Carlsbad,  N.  Mex.;  Denver,  Colo.;  Chicago,  III.;  Kansas 
City,  Mo.;  Texas  cities;  New  York,  N.  Y. 

LANDS  OPENED  FOB  IBBIGATION. 

Dates  of  public  notices:  December  17.  1907;  November  30,  1908;  June  2,  1909; 
November  17,  1909;  October  7,  1910;  March  13,  1911;  February  17,  1912. 

Location  of  lands  opened :  Ts.  21.  22,  23,  and  24  S..  Rs.  26,  27,  28,  and  29  E.» 
New  Mexico  meridian. 

Irrigable  lands  opened:  20.261  acres;  all  in  private  ownership. 

Limit  of  area  of  farm  units:  160  acres. 

Duty  of  water:  3  acre-feet  per  acre  per  annum  at  the  farm. 

Building  charge  per  acre  of  irrigable  land :  $31  and  $45. 

Annual  operation  and  maintenance  charge:  $1  and  $1.75  i)er  acre  of  irrigable 
land. 

CHRONOLOGICAL  SUMMARY. 

Rcconnoissance  made  and  preliminary  surveys  begun  in  1904. 

Construction  recommended  by  board  of  engineers,  August  31,  1905. 

Construction  authorized  by  Secretary,  February  24.  1906. 

Canal  system  of  Pecos  Irrigation  Co.  purchaseid  February,  1906. 

First  irrigation  by  Reclamation  Service,  season  of  1907. 

Project  completed,  1912. 
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IBBIOATION  PLAN. 

The  Irrigation  plan  of  the  Carlsbad  project  provides  for  the  storage  of  water 
In  Lake  McMillan,  on  Pecos  River,  near  Lakewood,  N.  Mex.,  and  in  a  storage 
and  distributing  reservoir  on  the  same  river  near  Carlsbad,  N.  Mex.,  controlled 
by  Avalon  Dam,  and  the  diversion  of  water  from  Avalon  Reservoir  into  a 
canal  system,  watering  lands  on  both  sides  of  Pecos  River  in  the  vicinity  of 
Carlsbad.  The  United  States  claims  all  waste,  seepage,  spring,  and  percolating 
water  arising  within  the  project,  and  proposes  to  use  such  water  in  connection 
therewith. 

The  construction  of  the  project  was  completed  In  1912,  and  the  principal 
features  are:  The  Avalon  and  McMillan  earth  and  rock-fill  dams,  the  former 
having  a  concrete  core  wall ;  a  concrete  flume  or  aqueduct  spanning  the  Pecos 
River,  with  4  arches  of  100  feet  each;  a  reinforced  concrete  siphon  6  feet  in 
diameter  and  400  feet  long,  under  Dark  Canyon;  about  50  miles  of  canals  and 
laterals  (exclusive  of  sublaterals  and  ditches) ;  a  concrete  head-gate  structure 
at  each  of  the  dams  and  2  tunnels  driven  through  rock,  each  21  feet  in  diameter, 
lined  with  concrete,  aggregating  200  feet  in  length,  equipped  with  heavy  cylin- 
drical gates,  operated  by  turbines  (replacing  concrete  spillway,  equipped  with 
wooden  emergency  gates ;  spillway  having  been  closed  with  concrete).  All  cheek- 
gate,  spillway,  and  head-gate  structures  on  the  canals,  and  all  turnouts  on  the 
laterals,  are  of  concrete  construction. 

CONSTRUCTION  DURING  FISCAL  YEAR. 

Concrete  farm  turnouts  and  weirs  have  been  built  as  required. 

DRAINAGE. 

During  the  fiscal  year  two  lines  of  closed  drains  were  constructed 
on  the  project.  Drain  A  is  8,200  feet  long  and  is  intended  to  drain 
and  protect  about  750  acres.  Drain  C  is  7,500  feet  long  and  serves 
315  acres.  The  average  depth  of  these  drains  is  about  8  feet.  The 
results  so  far  obtained  seem  to  indicate  that  this  type  of  closed  drain 
will  be  effective  in  lowering  and  controlling  the  water  table.  The 
drains  so  far  constructed  have  been  so  located  as  to  intercept  the 
underground  losses  which  are  being  carried  through  the  porous  sub- 
soil. Frequently  it  has  been  found  that  these  percolations  are 
through  the  porous  gypsum  rock  or  gravel. 

On  the  two  areas  above  mentioned  and  served  by  drains  A  and  C 
the  lowering  of  the  water  table  up  to  June  30  had  been  sufficient 
to  permit  most  of  that  previously  seeped  being  brought  under 
cultivation. 

There  are  on  the  project  considerable  areas  immediately  below  the 
main  canal  which  have  become  seeped  through  direct  losses  from 
that  canal.  In  order  to  protect  tnese  lands,  investigations  and 
studies  were  made,  from  which  the  conclusion  was  reached  that  the 
best  method  for  protecting  these  areas  is  by  placing  a  waterproof 
lining  in  the  canal.  About  1  mile  through  a  gypsum  district  was 
concrete  lined  during  February,  1914,  and  as  a  result  the  water  table 
on  this  area  adjacent  to  the  canal  has  been  appreciably  lowered  dur- 
ing the  irrigation  season.  The  additional  area  seeped  or  water- 
logged from  the  main  canals  can  be  protected  by  the  extension  of 
the  concrete  linings. 

On  one  additional  area  located  north  and  east  of  the  town  of  Lov- 
ing seepage  has  appeared  and  the  affected  area  is  gradually  inci-eas- 
ing.  Plans  for  deep  drains  for  reclaiming  and  protecting  this  area 
are  now  being  prepared. 
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OPERATION  AND  MAINTENANCE. 

There  has  been  an  abundant  supply  of  water  for  the  entire  system 
during  the  season  of  1914,  and  much  water  has  been  wasted.  The 
area  irri^ted  during  1913  amounted  to  14,260  acres,  while  the  area 
actually  irrigated  to  June  30,  1914,  amounts  to  13,170  acres.  Sev- 
eral laterals  have  been  enlarged  and  the  usual  summer  cleaning  of 
canals  and  laterals  has  been  accomplished. 

Historical  review,  Cnrlshn<}  project. 


It«m. 


Acreage  for  which  service  was  preparwl 

to  sappl  y  water 

Acreage  irrigated 

MQes  of  canal  operated 

Water  diverted  (acre-feeO 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  irrigated  (acre-feet) 


1909 

1910 

1911 
20,267 

1912 

1913 

20,267 

20,267 

20,277 

20,261 

12,170 

13,203 

14,853 

13,509 

14,260 

45 

45 

45 

45 

45 

85,573 

03,351 

85,100 

85,086 

86,560 

^'S^ 

31,561 

33,198 

38,764 

33'W4 

2.3 

2.4 

2.2 

2.9 

2.3 

1914  1 


20,261 
13,170 
45 
85,00Q 
35,000 
2.3 


i  Estimated. 


SETTLEMENT. 


There  are  two  cooperative  organizations  on  the  project — the  Otis 
Creamery,  composed  of  about  75  water  users,  and  the  Otis  Union, 
which  makes  minor  purchases  for  the  farmers.  The  cooperative 
creamery,  organized  during  the  season  of  1912^  is  producing  a  small 
amount  of  a  very  ^ood  quality  of  butter,  which  is  being  marketed 
locally.  This  association  has  made  some  progress  during  the  past 
year,  but  not  enough  of  the  farmers  are  interested  in  the  dairy  indus- 
try. Quite  a  number  of  sales  of  land  have  been  made  during  the 
year,  but  the  total  population  on  the  farms  has  not  increased  mate- 
rially on  account  or  families  moving  away  from  the  project.  How- 
ever, the  prospects  are  brighter  this  season  than  ever  for  the  settle- 
ment of  the  project  on  a  more  permanent  basis,  and  the  settlers  gen- 
erally are  much  encouraged  over  the  future  of  the  project.  The  cry- 
ing need,  however,  is  for  more  people  on  the  farms. 

Settlement  data,  Carlfthad  project. 


Item. 


1912 


1913 


1914 


1.  Total  number  of  fiirms  on  project 

2.  Population  of  (1) 

3.  Xnmber  of  Irrigated  farms 

4.  Operated  by  owners  or  maoiii^frs 

5.  Operated  by  tenants 

6.  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

9.  Total  population  in  towns  and  on  farms  (sum  of  (2)  and  (8)) . 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banlcs 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  number  of  depositors 


i521 

675 

345 

145 

S200 

650 

4 

3,000 

3,675 

8 

2 

$80,000 


519 

940 

362 

224 

138 

910 

4 

3,100 

4,040 

8 

2 

180,000 


•524 

950 

362 

240 

122 

925 

4 

3,200 

4,150 

8 

2 

180,000 

1547,000 

1,400 


1  Water-right  applications. 

*  In  1912  many  (arms  were  operated  by  1  man.    The  200  farms  were  actually  operated  by  28  tenants. 
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PRINCIPAL  CBOPS. 

During  the  season  1913  the  total  area  in  all  crops  amounted  to 
14^60  acres  or  800  acres  more  than  in  1912.  The  yields  for  the  two 
principal  crops,  alfalfa  and  cotton,  showed  a  slight  increase  per  acre 
for  the  season  1913.  This  is  also  true  as  to  the  average  price  per  acre, 
alfalfa  showing  an  increase  of  75  cents  per  acre  and  cotton  $3.60  per 
acre  over  the  previous  year.  An  increase  of  $2.85  per  acre  for  the 
value  of  all  crops  is  also  noted.  The  total  acreage  up  to  midsummer 
in  crops  for  the  season  1914  is  less  than  for  the  previous  year  and 
about  the  same  as  for  1912.  The  stand  of  cotton  is  exceptionally  good. 
Alfalfa  yields  per  acre  promise  to  be  from  60  to  75  per  cent  greater 
than  the  previous  yearns  yield,  although  a  considerable  portion  of 
the  first  crop  was  damaged  by  excessive  rainfall. 


Crop  report. 

Carlitbad  project. 

year  of  191S. 

Area, 
acres. 

Unit 
of  yield. 

Yields. 

Values. 

Crop. 

Total. 

per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

AlfUfti  fifty 

7,891 

2,894 

10 

2 

142 

3 

6 

278 

1,232 

223 

1,510 

1,610 

1.5 

27 

.5 

90 

581 

174 

2 

10 

671 

1 

4 

5,075 

Ton 

Bushel.. 

Pound.. 

Bushel.. 

Ton 

Bushel.. 

Pound.. 

Bushel.. 
....do... 

Ton 

Pound. . 
....do... 
....do... 

12,760.3 

6,864.3 

16,200 

1.200 

4.411 

17.045 

55U 

300.000 

600.000 

2,375 

1.6 

2.37 

1,620 

3 

2.62 

4.66 

200 

15.86 

13.83 

2.47 

198.68 

397.36 

1,583 

19.63 
4.34 

.022 
4.20 
7.02 
6.40 

.025 
1.11 

.81 
5.44 

.13 

.0106 

.04 

$122,  »7 

29,841 

360 

25 

2,623 

78 

30 

4.912 

13,964 

3,000 

39,000 

6,300 

95 

1,950 

9 

6,637 

6,231 

22,275 

40 

1,119 

1,566 

36 

200 

$1&.58 

AKiilfAimyl 

10.31 

Apples 

96.00 

Bttns.  .. 

12.60 

Cane 

18.47 

Clover  seed 

25.20 

Coin,  broom 

5.00 

Com,  Tndiim 

17.66 

Com,  florghuin 

11.32 

Com,  fodder 

13.45 

Cotton 

2S.83 

Cotton  seed 

4.17 

"V^ilt^,  small 

63.32 

Qarden 

70.92 

Millet  seed 

Bushel.. 
....do... 

6,388 

12 
15.42 

1.60 
1.17 

18.00 

Oats 

l&I^ 

Pasture 

&09 

Peaches 

Pound.. 
....do... 
Busb6\. . 

Ton 

Bushel.. 

742.500 
800 
808 
271 
30 

4,255 

400 

50.5 

.4 

30 

.03 

.05 

1.38 

6.77 

1.20 

127.66 

Peanuts . .         .... 

20.00 

Potatoes,  sweet 

09.92 

Straw... 

2.33 

Wheat 

36.00 

M«l<ni8 

50.00 

Less  duplicated  areas 

Total  cropped 

12,195 

Total  and  Av«!irapip 

257,275 

21.10 



Irrigated,  no  crop: 

young  alliftlfii 

1.467.75 
232.25 
365 

Young  orchard 

1 

M'i/m^lianiwni^-  - 

Total 

2.065 

Total  Irrigated 

14,260 

\reas. 

Acres. 

Number 
of  forms. 

Total  irrigable  area  forms  repo 
Total  irrigated  area  farms  repoi 

rted 

16,299 
14,260 
14280 
12,196 

382 

rted 

382 

Under  water-right  appllcat 

ions 

382 

Total  cropped  area  forms  repor 

ted 

362 
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7IKANGIAL  STATEXEHTa 
A8$et$,  UahUiti€9,  reserves,  and  capital,  Carlsbad  ^oject,  to  June  30,  1914. 

ASSETS. 

Accounts  recelTable: 

Uncollected  water  rentals $364. 13 

Uncollected  miscellaneous  items 390. 20 

Ck)nstniCtion  charges  due  and  uncollected  from 
water-right  applicants 42,326.30 

Operation  and  maintenance  charges  due  and  un- 
collected from  water-right  applicants 3, 057. 75 


Total  $46, 078. 88 

Inventories : 

Animals v-- -  400. 00 

Mechanical  and  other  equipment 12,298.76 

Material  and  supplies  on  hand  in  storehouses..  4, 550. 19 

Unadjusted  transfers  between  projects *  19. 88 


Total 17, 229. 07 

Ck>nstruction  work  in  process: 

Gross  expenditures  for  construction  of  project 

to  date 893, 799. 62 

Revenue   earned   during   construction   as   fol- 
lows— 

Rentals  of  cottages $578.00 

Rentals  of  irrigation  water 8, 163. 35 

Miscellaneous  revenues 2,055.02 

Profits  on  hospitals 1,117.10 

Adjustments — 

Depreciation  on  plant  and  equip- 
ment         632.25 

Profits    shown    on     Government 
animals 943. 05 


Total  deductions 13,488.77 

Net  expenditures  for  construction  of  project  to  date 880, 310. 85 

Deferred  operation  and  maintenance  charges 2, 392. 10 


Total    assets 946, 910. 40 

LIABILITIES,  RESERVES,  AND  CAPITAL. 

Accounts  payable: 

Unpaid  labor $3, 142.88 

Unpaid  purchases 992.  83 

Unpaid  freight  and  express  charges 2, 962. 54 

Unpaid  passenger  fares 8.35 

Unpaid   miscellaneous 3.00 


Total $7, 109. 60 

Reserves  for  repayment  to  reclamation  fund  of  cost 
of  project: 
Construction  charges  accrued  on  contracts  with 

water-right  applicants 114,026.  80 

Construction  charges  paid  in  advance  by  water- 
right  applicants 38, 970. 30 

Construction    charges   paid   and   forfeited   by 
water-right  applicants 108. 50 


Total 153, 105.  60 

»  Deduct. 
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Net  investment: 

Disbursements   $1, 014, 544.  76 

Transfers   received    £rom    other 

projects   29,506.90 

$1,044,061.66 

Collections 244,  111.  61 

Transfers    issued    to    other 

projects 13, 244. 85 

257, 356. 46 


Total $786, 695. 20 


Total  liabilities,  reserves,  and  capital  investment  of  the 

Government 946, 910. 40 

Functional  feature  costs  of  Carlsbad  project  to  June  SO,  191\. 

Development  (storage)  works $401,313.67 

Carriage  system 211, 509. 49 

Distribution  system 55, 081. 95 

Drainage  and  flood  protection  system 32,907.99 

Real  estate 151, 9(M.  96 

Farm-unit  subdivisions 41,081.  56 


Gross  expenditures  for  construction  of  project  to  date 893, 799. 62 

Operating  revenues  and  expenses  Carlsbad  project  to  June  SO,  lOlJ^. 

EXPENSES. 

Development  (storage)  works: 

Operation $7, 875. 00 

Maintenance 4, 310. 49 

Carriage  system : 

Operation 4, 621. 54 

Maintenance 18, 486. 18 

Distribotion  system: 

Operation 50, 189. 94 

Maintenance 33, 459. 96 

UndistribQted  expenses: 

Operation 3, 071. 64 

Maintenance 4, 607. 46 


Total 126, 622. 21 


REVENUES. 

Operation  and  maintenance  charges  accrued  on  contracts  with 

water-right  applicants $115, 757. 45 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 714. 24 

Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right   applicants — —  85. 95 

Rentals  of  lands  and  buildings 1,834.44 

Rentals  of  irrigation  water 4,324.01 

Miscellaneous  revenues 1, 514. 02 

Deferred  operation  and  maint^ance  revenues 2,392.10 

Total 126, 622. 21 
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Estimated  coat  of  contemplated  works,  Carlsbad  project,  during  fiscal  year  191$. 

Development  (storage)  works: 
McMillan  Dam- 
Purchase  of  lands $50,000.00 

Head  gates,  replacing 7,000.00 

Miscellaneous 1, 000. 00 

$58,000.00 

Avalon  Dam,  miscellaneous 1, 500. 00 

$50,500.00 

Carriage  system,  Main  Canal,  concreting  section 52,000.00 

Distribution  system: 

Laterals  and  structures,  new $10,000.00' 

Ditch  rider's  residence.  Loving 2, 000. 00 

12.000.00 

Drainage  and  flood  protection  system : 

Drain  "D"  and  extensions 50,000.00 

Operation  and  maintenance  under  public  notice 25, 000. 00 

Total 108. 500. 00 
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L.  E.  FosTEB,  project  manager,  Carlsbad,  N.  Mex. ;  C.  A.  May,  assistant  project 
manager. 

(For  Results  to  June  SO,  191$,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

Oonnty:  Chaves. 

Townships:  11  and  12  S.,  Ba  22,  23,  and  24  E.,  New  Mexico  meridian. 
Railroad:  Atchison,  Topeka  &  Santa  Fe  Ry. 

Railroad  station  and  estimated  population,  January  1, 1914 :  Roswell,  N.  Mex., 
7,000. 

WATEB  SUPPLY. 

Source  of  water  supply :  Hondo  River. 
Area  of  drainage  basin :  1,037  square  miles. 

Annual  run-off  in  acre-feet  of  Hondo  River  at  the  diversion  dam  (1,037 
square  miles),  1903  to  1913 :  Maximum,  90.500;  minimum,  2,100;  mean,  29,000. 

AGBICULTITBAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  the  service  was  prepared  to  supply  water  season  of  1914: 
1.200  acres. 

Area  under  rental  contracts  season  of  1914 :  2,706  acres. 

Length  of  irrigating  season :  From  March  to  November — 245  days. 

Average  elevation  of  irrigable  area :  3,750  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area:  18  years,  14.4  inches;  1913,  15.04 
inches.    Relatively  wet  year. 

Range  of  temperature  of  irrigable  area :  0*  to  100"  F. 

Character  of  soil  of  irrigable  area :  Rich  alluvium. 

Principal  products:  Alfalfa  and  fruits. 

Principal  markets:  Roswell,  N.  Mex.;  Kansas  City,  Mo.;  Chicago,  111.;  and 
Texas  cities. 

LANDS  OPENED  FOB  IBBIGATION. 

No  lands  have  been  oi)ened  for  irrigation  by  public  notice;  932  acres  were 
irrigated  under  rental  contracts  to  December  31, 1913,  and  1,069  to  June  30, 1914. 

CHBONOLOGICAL  SUMMABY. 

Reconnoissance  and  preliminary  surveys  begun  in  1903. 
Construction  recommended  by  board  of  engineers  June  6,  1904. 
Construction  authorized  by  Secretary  September  6,  1904. 
Hondo  Reservoir  site  purchased  December  3,  1904. 
Hondo  Resen'olr  and  inlet  canal  completed  August,  1906. 
Distributing  canals  completed  April,  1907. 
Project  completed  May,  1907. 

IBBIGATION  PLAN. 

The  irrigation  plan  of  the  Hondo  project  provides  for  the  diversion  of  water 
from  the  Hondo  River  about  12  miles  southwest  of  Roswell,  N.  Mex.,  through 
a  short  inlet  canal,  into  a  natural  storage  reservoir,  the  capacity  of  which  is 
increased  by  embankments;  the  return  of  stored  water  to  the  river,  and  the 
diversion  of  water  from  the  river  by  three  dams,  2,  4,  and  6  miles,  respectively, 
below  the  reservoir,  into  canal  systems  watering  lands  in  the  vicinity  of  Ros- 
well, N.  Mex.  The  United  States  claims  all  waste,  seepage,  spring,  and  percolat- 
ing water  arising  within  the  project  and  proix»ses  to  use  such  water  in  connection 
therewith. 

All  features  of  this  project  are  completed,  and  no  construction  work  was  in 
progress  during  the  fiscal  year. 
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No  construction  work  was  done  during  the  fiscal  year.  Preliminary 
investigations  were  in  proffress,  however,  to  determine  the  cost  of 
conducting  water  diverted  from  the  Hondo  River,  at  a  point  near  the 
Diamond  "A"  ranch,  into  a  proposed  cement-lined  canal  12  miles 
in  length,  and  delivering  it  into  the  distributing  system  of  the  Hondo 
project. 

OPEBATION  AND  MAINTENANCE. 

Water  from  the  Hondo  River  was  diverted  directly  into  the  canal 
system,  irrigating  932  acres  during  the  calendar  year  1913,  and  1,069 
acres  have  been  irrigated  to  June  30  of  the  current  year. 

Cleaning  canals  and  laterals  of  silt  and  weeds  has  constituted 
the  principal  maintenance  work.  The  watchman's  residence  at  the 
reservoir  was  repainted  and  repapered. 

Historical  re  view  j  Hondo  project. 


Item. 


1909 


1910 


1911 


1912        1913    I    estH 
j  mated. 


Acreage  for  which  service  was  prepared  to  supply 

water 

Acreage  irrigated 

Mfles  of  canal  operated 

Water  diverted  (acre>feet) 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  irrigated  (acre-feet) 


2,058 


4,225 

1,170 

0.9 


1,100 
1,136 

21,(B0 

1,049 

0.9 


1,200 
1,261 

13,  »S 

1,640 

1.3 


1,000 
«32 

2,lS 

800 

a86 


1,200 
1,200 

3,l»6 
1,200 

1 


SETTLEMENT. 


A  few  farms  were  transferred  during  the  year,  the  population 
remaining  practically  unchanged.  The  water-rental  contracts  signed 
for  the  vears  1913  and  1914  numbered  28  and  25,  representing  22 
and  25  farms,  respectively. 

Settlement  data,  Hondo  project. 


Item. 


1.  Total  number  of  forms  in  project 

2.  Population  of  (1) 

3.  Number  of  irrigated  farms 

4.  Operated  by  owners  or  mani^ers 

5.  Operated  by  tenants 

6.  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

9.  Total  population  in  towns  and  on  fBrms  (sum  of  (2)  and  (8)). 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banks 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 


1912        1913 


26 
85 
23 
16 
7 

70 
1 
7,000 
7,085 
3 
9 
4 


22 

n 

22 

12 

J5 

77 

1 

7,000 

7,077 

3 

9 

4 


1914 


25 
SO 
25 

17 
8 

80 

1 

7,000 

7,080 

9 

4 

S35O,O00.0O 

$2,553,425.16 


1 5  farms  not  occupied. 
PRINCIPAL  CBOPS. 


Alfalfa,  sorghum,  apples,  and  peaches  are  the  principal  crops 
raised  on  the  Hondo  project.  The  acreage  irrigated  and  cropped 
and  the  value  of  the  crops  for  1913  show  a  decrease  over  the  same 
items  for  1912. 
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This  decrease  was  due  to  the  uncertainty  of  the  supply  of  water 
available  for  the  farms.  Water  delivered  to  the  farms  during  1912 
amounted  to  1,640  acre- feet,  while  in  1913  it  was  only  800  acre-feet. 
Jt  is  expected  that  the  crop  production  for  the  current  year  will  ex- 
ceed that  of  1913. 

Crop  report,  Hondo  project,  year  of  191S, 


Area, 
acres. 

Unit  of 
yield. 

Yields. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

Per 
unit  of 
yield. 

Total. 

Per 
acre. 

''"^fi. 

648 
44 

30 
80 
6 

Ton 

Pound.. 

1,061 
06.500 

'•^ 

1,250 

1.67 
16.11 

n.61 
.0004 
.03 
9.47 
.04 

$12,558 
628 
100 
900 
50 

619.38 

Apples 

14.27 

Pfi^hM.. 

3.33 

csane 

Ton 

1.19 

11.25 

Amikll  fmH 

8.33 

Total 

808 
134 

1      .  .    ' 

14,236 

17.62 

Tirlg&tod,  no  crops                        

1             1                1 

1 

Totftl  f  rricatH 

B32 

1    *  "  1    "  " 

Areas. 


Total  irrigable  area  tuna  reported. 
Total  irrigated  area  funs  reported . 

Under  rental  contiBCts 

Total  cropped  area  farms  reported. . 


Acres. 


2,085 
932 
982 
808 


Number  of 


22 
22 
22 
20 


FIKAKCIAL  STATE1CBNT& 

Aftsetif,  liabilities,  reserves,  and  capital,  Hondo  project,  to  June  30,  1914. 

ABSETS. 


Accounts  receivable,  uncollected  water  rentals 

Inventories : 

Animals 

Mechanical  and  other  equipment 

Material  and  supplies  on  hand  in  storehouses   

Unadjusted  transfers  between  projects 


$150.00 

432.15 

18.65 

'  52.  27 


Total 

Con.Htruction  work  in  process: 

Gross  expenditures  for  construction  of  project  to 

date 3G8,  749. 11 

Less  revenue  earned  during  coastructlon  as  fol- 
lows: 

Rentals  of  irrigation  water $6,352.68 

Miscellaneous  revenues 15.  75 

Profits  on  hospitals 41.  75 

Contractors'  freight  refunds 159.63 

Adjustments — 

Profits  shown  on  Government  ani- 
mals    61. 10 


$11.53 


548. 53 


Total  deductions  . 


6. 630.  91 


Net  expenditures  for  construction  of  project  to  date 302, 118.  20 


Total   assets 362, 678.  26 


1  Deduct. 
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Accounts  payable: 

Unpaid  labor $261. 72 

Unpaid  freight  and  express  charges 3. 13 

Unpaid  passenger  fares 60.95 


Total $325.80 

Net  investment: 

Disbursements $381, 703. 98 

Transfers  received  from  other  proj- 
ects        13, 354. 99 

305,058.97 

Collections 31, 914. 99 

Transfers  Issued  to  other  proj- 
ects    791. 52 

32, 706. 51 


Total 362, 352. 46 


Total   liabilities,   reserves,   and   capital   investment   of 
the   Government 362, 67Sw  26 

Functional  feature  costs  of  Hondo  project  to  June  SO,  1914, 

Development  (storage)  works $211,998.19 

Carriage  system 58, 344. 63 

Distribution  system 38, 979. 34 

Real  estate 1,  738. 99 

Telephone  lines 4, 170. 42 

Farm-unit  subdivisions 19,  837. 41 

Miscellaneous  preliminary  investigations 3, 977. 82 

Operation  and  maintenance  during  construction 29, 702w31 


Gross  expenditures  for  construction  of  project  to  date 368,  749.11 

Estimated  cost  of  contenvplated  work,  Hondo  project,  during  fiscal  year  1915. 

Distribution  system,  laterals  and  structures 0,000.00 

Operation  and  maintenance  during  construction : 

Operation $1,800.00 

Maintenance,  inlet  canal 200.00 

Maintenance,  reservoir 300.00 

Maintenance,  distribution  system 1,400.00 

Maintenance,  telephone  line 50.00 

Maintenance,  bridges  and  roads 100.00 

Maintenance,  buildings 150.00 


4,000.00 
Total 10.  000. 00 
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L.  M.  Lawson,  project  manager,  El  Paso,  Tex.;  R  H.  Baldwin,  construction 
engineer,  Elephant  Butte  Dam,  Elephant  Butte,  N.  Mex. 

(For  Results  to  June  SO,  1914,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

Counties :  Socorro,  Sierra,  Dona  Ana,  N.  Mex. ;  El  Paso,  Tex. 

Townships :  8  to  29  S..  Rs.  3  E.  to  5  W..  New  Mexico  meridian. 

Railroads:  Atchison,  Topeka  &  Santa  Fe;  El  Paso  &  Southwestern;  Southern 
Pacific ;  and  Texas  &  Pacific. 

Railroad  stations  and  estimated  population,  January  1,  1914:  El^hant 
Butte,  2,500;  Engle,  300;  Rincon,  230;  Dona  Ana,  600;  Las  Graces,  4,500;  MesiUa 
Park,  N.  Mex.,  600;  La  Tuna,  500;  El  Paso,  65,000;  Ysleta,  700;  and  Fabens, 
Tex.,  200. 

WATEB  SUPPLY. 

Source  of  water  supply :  Rio  Qrande. 

Area  of  drainage  basin  :  37,000  square  miles. 

Annual  ran-off  In  acre-feet  of  Rio  Grande:  At  San  Marclal  (30,000  square 
miles).  1895  to  1913— maximum,  2,420,000;  minimum,  201,000;  mean,  1,125,000. 
At  El  Paso,  Tex.  (38,000  square  miles),  1889  to  1913— maximum,  2,010,000; 
minimum,  50,700;  mean,  920,000. 

AGBICULTUBAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  the  service  is  prepared  to  supply  water,  season  of  1914: 
lieasburg  unit,  25,000  acres;  El  Paso  Valley,  15,000. 

Area  under  rental  contracts,  season  of  1914 :  28,000  acres. 

Length  of  irrigating  season :  From  February  15  to  November  15 — ^274  days. 

Average  elevation  of  irrigable  area :  3,700  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area :  29  years,  9.84  inches ;  1913,  7.09 
inches. 

Range  of  temperature  on  irrigable  area :  0*"  to  100®  F. 

Character  of  soil  of  irrigable  area :  Fertile  alluvium  and  sandy  loam. 

Principal  products:  Alfalfa,  corn,  wheat,  melons,  fruit,  and  vegetables. 

Principal  markets:  Towns  in  Texas,  New  Mexico,  Louisiana,  and  Eastern 
cities. 

LANDS  OPENED  FOB  IRRIGATION. 

No  lands  have  been  opened  for  irrigation  by  public  notice.  All  lands  of 
Leasburg  unit  and  in  El  Paso  Valley  are  being  irrigated  under  rental  contracts. 

CHRONOLOGICAL  SUMMARY. 

Reconnoisance  and  preliminary  surveys  begun  in  March,  1903. 

Construction  of  lieasburg  unit  recommended  November  29,  1905. 

Construction  of  Leasburg  unit  authorized  December  2,  1905. 

Reclamation  act  extended  to  Texas,  June  12,  1906  (34  Stat.,  259). 

Treaty  with  Mexico  providing  for  distribution  of  waters  of  the  Rio  Grande 
proclaimed  January  16,  1907. 

Construction  of  Elephant  Butte  Dam  authorized  by  Congress  and  $1,000,000 
appropriated  March  4,  1907  (34  Stat.,  1357). 

Leasburg  unit  completed  July,  1908. 

First  irrigation  by  Reclamation  Service  (Leasburg  unit),  season  of  1908. 

Construction  of  Elephant  Butte  Dam  authorized  by  Secretary  May  23,  1910. 
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Construction  plans  of  Elephant  Butte  Dam  approved  by  board  of  engineers 
June  0;  1910,  January  22,  1911,  August  12,  1912,  January  30,  1913. 
Construction  plans  approved  by  Secretary  October  26,  1910. 
FranlLlin  Canal  purchased  October,  1912. 
Elephant  Butte  Dam  64.3  per  cent  completed  June  30,  1914. 
Entire  project  15.6  per  cent  completed  June  30,  1914. 

IBBIGATIOK  PLAN. 

The  irrigation  plan  of  the  Rio  Grande  project  provides  for  the  storage  of  flood 
waters  of  the  Rio  Grande  in  a  reservoir  controlled  by  Elephant  Butte  Dam, 
about  12  miles  west  of  Engle,  N.  Mex.,  and  the  diversion  of  water  from  the  Bio 
Grande,  about  6  miles  below  the  storage  dam,  for  the  irrigation  of  lands  in  Las 
Palomas  Valley;  about  24  miles  below  for  watering  lands  In  Rincon  Valley; 
about  69  miles  below  for  the  irrigation  of  28,000  acres  in  the  upper  Mesilla 
Valley  under  the  Leasburg  diversion  dam ;  about  80  miles  below  for  the  irriga- 
tion of  57,000  acres  in  the  lower  Mesilla  Valley  under  the  MeaiUa  dam,  and 
about  120  miles  below  for  supplying  water  to  lands  in  El  Paso  Valley,  and  fur- 
nishing 60,000  acre-feet  per  annum  for  use  on  land  in  El  Paso  Valley,  on  the 
Mexican  side  of  the  Rio  Grande.  The  United  States  claims  all  waste,  se^tage, 
spring,  and  percolating  water  arising  within  the  project,  and  proposes  to  use 
such  water  in  connection  therewith. 

All  the  irrigation  works  required  for  Las  Palomas  and  Bincon  Valleys  will 
be  new;  those  for  the  Mesilla  Valley  include  a  diversion  dam  and  6i  iniles  of 
canal  now  constructed,  as  well  as  a  diversion  dam  to  be  built  5i  miles  south- 
west of  Las  Cruces,  to  divert  water  for  the  lower  end  of  the  Mesilla  VaDey, 
and  those  required  for  El  Paso  Valley  will  supplement  and  improve  the  present 
canal  systems. 

The  features  of  the  above  irrigation  plan  that  have  been  constructed  are  tho 
diversion  dam,  headworks,  and  portion  of  main  canal  for  the  28,000  acres  in  the 
upper  Mesilla  Valley  unit 

Construction  work  is  in  progress  on  the  Elephant  Butte  Dam  and  the  features 
remaining  for  future  construction  are  the  diversion  dams  and  canal  systems  for 
the  Palomas  and  Rincon  Valley;  the  Mesilla  Dam  and  main  systems  for  the 
Mesilla  Valley ;  and  the  canal  system  for  the  El  Paso  Valley. 

CONSTBUCTION  DUBINO  FISCAI*  YEAB. 

Elephant  Butte  Dam, — ^AU  preliminary  work  in  connection  with 
the  main  dam  has  been  completed.  Final  plans  are  yet  to  be  made 
for  the  spillway  and  for  the  earth  embankment.  Road  work  is  com- 
plete except  for  the  permanent  road  which  is  to  be  built  from  the 
dam  to  the  present  Engle  road.  Excavation  and  concreting  have 
proceeded  all  year.  The  river  section  of  the  excavation  is  now  com- 
pleted and  the  foundation  covered  with  concrete  from  station  4-|-20 
to  station  9+50.  Excavation  is  now  confined  to  the  abutments.  The 
excavation  for  foundation  extended  to  a  much  greater  depth  than 
was  anticipated,  and  the  lowest  point  reached  was  101  feet  below  the 
original  surface.  Expansion  joints  have  been  started.  Two  sum- 
mer blocks  are  under  way,  one  of  them  being  at  an  average  elevation 
of  4,260,  or  150  feet  above  the  foundation,  the  other  at  elevation  4,219. 
The  remaining  portion  from  station  7+19  to  station  9+50  is  at  an 
average  elevation  of  4,210.  All  material  for  the  gates  has  been 
ordered,  and  much  of  it  is  on  the  ground.  This  material  consists 
of  four  service  gates,  six  penstock  gates,  two  double  sluice  gates,  and 
four  balanced  valves,  all  with  the  necessary  liner  pipes,  transition 
casting:,  etc.  The  sluice  gates  and  penstock  gates  have  arrived  and 
their  installation  will  start  within  a  month.  Designs  for  the  trash 
rack  and  straining  tower  are  complete,  and  the  required  reinforcing 
material  has  arrived.  During  the  year  the  sand-cement  plant  has 
been  increased  by  the  addition  of  a  fourth  tube  mill;  the  air-com- 
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pressing  plant  by  a  second  compressor;  a  third  quarry  was  opened, 
and  new  derricks  and  hoists  purchased  or  transferred.  Sand  for 
concrete  is  now  being  drawn  from  the  sand  storage  pile,  which  is  one 
of  the  results  of  the  excavation  for  foundations. 

El  Paso  Valley. —The  Franklin  Canal  was  purchased  for  $120,000 
in  October,  1912,  and  the  first  14  miles  of  the  entire  length  oi  31 
miles  were  reconstructed  during  January,  Februaiy,  and  March  of 
1914.  This  work  consisted  of  building  a  new  intake  above  what  is 
known  as  the  Mexican  Dam:  the  lining  with  concrete  of  the  por- 
tion within  the  citv  limits  or  El  Paso;  the  enlargement  of  the  10- 
mile  earth  section  from  El  Paso  to  Ysleta;  and  the  construction  of  a 
number  of  concrete  bridges  and  water  structures.  The  capacity  of 
the  canal  was  enlarged  for  this  distance  from  175  second-feet  to  450 
second- feet.  The  work  was  authorized  on  December  20, 1913,  and  was 
commenced  on  December  27.  On  January  10  there  were  1,000  men 
employed  and  700  head  of  animals.  Water  was  turned  through  the 
reconstructed  portion  of  the  canal  on  March  23,  1914.  In  the  inter- 
vening time  285,000  cubic  yards  of  earth  were  excavated  and  7,148 
cubic  yards  of  concrete  placed,  the  latter  including  325,400  s(][uare  feet 
of  canal  lining.  Forty-eight  structures  were  built,  which  include  5 
gate  structures,  9  highway  bridges,  17  timber-steel  bridges,  94  timber 
turnouts,  and  a  number  of  miscellaneous  structures. 

SUBVEYa 

Farm  and  topographic  surveys  were  completed  in  the  Rincon  and 
the  Mesilla  Valleys  during  1913.  Canal-location  surveys  were  con- 
tinued in  the  MesiUa  Valley  and  a  number  of  plans  for  various  canal 
routes  presented  to  a  board  of  engineers  convened  in  El  Paso  in 
December,  1913.  This  board  recommended  the  construction  of  a 
low-line^  or  valley,  canal  throughout  the  project,  rejecting,  for  the 
time  bemg  at  least,  the  route  of  what  is  known  as  the  high-line 
canal.  The  main  canals  in  the  Mesilla  Valley  were  later  located  and 
estimates  made  to  cover  the  cost  of  excavation  and  structures  for 
these  canals,  as  well  as  the  proposed  Mesilla  diversion  dam  a  few 
miles  southwest  of  Las  Cruces. 

In  the  El  Paso  Valley  the  farm  survey  was  begun  during  the 
spring  of  1914,  and  in  the  Mesilla  Valley  considerable  field  work  was 
undertaken  to  obtain  data  concerning  plans  and  profiles  of  com- 
munity ditches.  In  the  Las  Cruces  and  El  Paso  offices  studies  were 
continued  on  structures  and  various  canal  routes. 

OPEBATION  AND  MAINTENANCE. 

The  diversion  dam  and  main  canal  of  the  Leasburg  unit  were  oper- 
ated during  the  year,  supplying  water  to  the  three  principal  com- 
munity dishes  in  the  upper  Mesilla  Valley.  The  annual  contract 
between  the  Government  and  the  Elephant  Butte  Water  Users'  As- 
sociation for  the  delivery  of  water  was  renewed. 

The  Franklin  Canal,  after  its  reconstruction,  was  operated  for  its 
full  length  of  31  miles,  delivering  water  to  anoroximately  10,000 
acres  of  the  El  Paso  Valley  land. 

Under  both  canal  systems  27,723  acres  were  irrigated,  with  a  use 
of  water  of  4.3  acre- feet  per  acre.    During  the  summer  season  of  1913 
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there  was  an  unusuallj^  long  period  of  water  shortage,  which  re- 
sulted in  a  very  small  yield, 

Historical  review,  Rio  Grande  project. 


Item. 


1909 


1910 


1911 


1912 


1913 


1914  (to 
Jmie30). 


Acreage  for  which  service  was  prepared  to 
supply  water 

Acreage  irrigated 

Miles  of  canal  operated 

Water  diverted  (acre-feet) 

Water  delivered  per  acre  of  land  irrigated 
(acre-feet) 


25,000 
22,000 

1 145, 892 

16.0 


25,000 
22,000 

99,789.6 

>4.4 


26,000 
25,980 

152,685 

»6 


25,000 
23,115 

1126,000 

15.4 


35,000 

27,723 

37 

1  144,610 

14.34 


40,000 

33,700 

37 

L  125,375 

13.7 


1  At  lateral  head  gates;  service  does  not  distribute  water.    Does  not  indude  scouring  and  silting 
ftimished  free  of  charge. 

SETTLEMEKT. 

Pending  the  completion  of  the  storage  unit  very  little  increase  in 
the  irrigated  area  is  expected,  and  no  enlargement  of  the  cultivated 
district  has  been  noted.  Water  conditions  (luring  the  season  of  1913 
were  extremely  bad,  and  until  the  storage  dam  is  completed  and  the 
river  flow  regulated  no  extensions  of  the  irrigated  area  are  practical. 
The  growth  of  the  principal  city  and  the  small  towns  has  increased , 
however. 

A  campaign  of  publicity  inaugurated  by  the  Elephant  Butte  Water 
Users'  Association  has  resulted  in  a  number  of  sales  and  attracted 
a  large  number  of  prospective  settlers  to  the  Mesilla  Valley.  The 
population  on  farms  is  equally  divided  between  Mexicans  and 
Americans. 


Settlement  data,  Rio  Orande  project. 


Item. 


1913 


1914 


1.  Total  number  of  f^rms  in  project 

2.  Population  of  ( 1 ) 

3.  Number  of  irrigated  Dnnns 

4.  Operated  by  owners 

6.  Operated  by  tenants 

6.  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

9.  Total  population  in  towns  and  on  farms 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banks 

13.  Total  amount  of  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  number  of  depositors 


1,784 

6,947 

1,784 

1,089 

696 

6,487 

27 

74,918 

81,865 

47 

76 

14 

>«3, 680,000 

>  810,396,000 

S40,000 


>  1.800 

•7,000 

•1,800 

a  1,100 

«7D0 

«  7,000 

«27 

*  80,000 

«  87,000 

«50 

S81 

14 

S2, 645, 000 

$11,653,000 

45,784 


>  No  data  available  prior  to  1913. 

PRINCIPAL  CHOPS. 


*  Estimated. 


The  crops  during  the  season  of  1913,  while  below  normal  and  pre- 
vious years  in  quantity,  returned  to  the  farmers  only  a  little  less  in 
money  value.  Alfalfa  continued  to  be  the  principal  crop,  though 
the  yield  was  only  50  per  cent  of  the  normal,  due  to  late  frosts  and 
water  shortage.  Com  was  grown  on  a  substantial  acreage,  but  this 
crop  suffered  more  than  any  other  from  the  lack  of  water.    The 
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heavy  snows  on  the  drainage  area  are  expected  to  furnish  more  water 
during  1914,  and  it  is  anticipated  that  all  crops  will  return  a  better 
yield  by  reason  of  better  water  service. 

The  following  tables  show  the  crop  results  during  1913,  The  first 
table  is  a  report  from  the  lands  furnished  with  water  by  the  system 
op>erated  by  the  Reclamation  Service.  The  other  table  gives  similar 
figures  for  the  total  area  in  the  project  irrigated  in  1913,  including 
lands  under  private  canals  not  yet  supplied  or  operated  by  the  service. 

Crop  report,  Rio  Grande  project,  year  of  191$, 
(Lands  irrigated  from  system  operated  by  Reclamation  Service.) 


Aiea, 
acres. 

Unit  of 
yield. 

Yields. 

Crop. 

TotaL 

ATerage 
per  acre. 

Per 

unit  of 
yield. 

Total. 

Per 
acre. 

"^"isav. 

19,524 

64 

106 

472 

351 

20 

1,047 

544 

94 

808 

329 

146 

1,540 

1,340 

Ton 

Bushel.. 
Bushel.. 
Bushel.. 
Pound.. 
Bushel.. 

Ton 

Ton.... 

41,129 

201 

1,324 

1,248 

1,068,950 

19,615 

30 

1,177 

2,1 
3.7 
12.3 
2.6 
3,045 
6.7 
L5 
L12 

$12.96 

10.00 

.77 

2.44 

.013 

1.10 

12.00 

9.85 

$533,148 

2,010 

1,024 

3,045 

13,784 

21,662 

360 

11,113 

41,382 

1,262 

12.566 

16,263 

1,780 

19,872 

127.30 

AUfti^  imyl 

37.22 

Barley 

9.50 

Beanff 

6.45 

rant^ionpA*. 

39.30 

Com,  In<Tlan 

7.41 

Com  fodder 

l&OO 

Garden 

laoo 

64.30 

Grapes 

Poimd.. 
Bushel.. 
Pound.. 

38,720 

20,943 

533,372 

412 
25.9 
1,621 

.083 
.60 
.03 

13.44 

Oats 

15.57 

Onward . 

49.50 

Pasture 

12.19 

Wheat 

Bushel.. 

20,313 

13.2 

.98 

12.91 

Less  duplicated  areas 

Total 

26,720 

679,271 

25.40 

Irrigated,  no  crops: 

>n«ng orehud . 

1,008 

Total  irrigated 

27,723 

Areas. 

Acres. 

Number  of 
lansa. 

Total  frrfgabie  arm,  'arms  wportwl . . ,                     

41.206 
27.723 
27.723 
26,720 

799 

Total  In1g8t«d  area,  farnis  reported , 

799 

Under  rental  oontracts..'. 

799 

Total  cropped  area,  fkrms  reported , 

799 
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Orap  report  entire  Rio  Qrande  project,  year  of  191S. 

(Including  lands  under  private  canals.) 


Area, 
acres. 

Unit  of 
yield. 

Yields. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

Per 
unit  of 
yield. 

TotaL 

Per 
acre. 

''"'^^ 

443 

1,645 

368 

11,852 

20 

1,301 

1,410 

134 

1,188 

'ooi 

146 
5,680 
i;306 

Ton..... 
Bushel.. 
Bushel. . 
Bushel.. 
Crate.... 
Bushel.. 
Ton-.... 
Ton.... 
Acre  .  • 

83,636 

201 

4,671 

7,765 

21,379 

144,641 

30 

1,006 

2.09 

3. 72 

10.54 

4.72 

69.7 

12.2 

1.5 

1.47 

$12.77 

10.00 

.78 

2.42 

.64 

1.10 

12.00 

8.85 

31,067,673 

3,390 
18,685 
13,784 
150,100 
360 
16,852 
63,089 

2,264 
10.380 
47,411 

1780 
84,707 

S26.81 

Al&l&seed 

37.22 

BarlBT 

7.^ 

Beans ... t . . 

U.36 

Cantaloupes r 

38.50 

Com,  Indian 

13.43 

Com  fodder 

18.00 

Garden 

12.06 
45.10 

Grapes 

Pound.. 
Bushel.. 
Pound.. 
Acre 

72,120 

32,273 

1,677,812 

588.2 
27.3 
1,608 

.031 
.60 
.028 

16.00 

OatsV. 

16.31 

Orchard 

47.86 

Pasture 

12.20 

Wheat 

Bushel.. 

85,400 

15.0 

.99 

14.00 

Less  duDlioated  areas 

Total 

63,510 

1,501,475 

23.64 

IzriAted,  no  crop: 
YoiTTg  orohwpd ... 

1,151 

Total  irrigated  . 

64,670 



Areas. 


Acres. 


Number  of 
tarmsL 


Total  irrigable  area,  forms  reported 
Total  irrigated  area,  Ceums  reported 

Under  rental  contracts 

Total  cropped  area,  farms  reported . 


85,756 
64,670 
27,723 
63,610 


1,7S4 

1,784 

799 

1,784 


FINANCIAL  STATEMENTS. 

Assets,  liabilities,  reserves,  and  capital,  Rio  Qrande  project  {ewclusive  of  Ele- 
phant Butte  storage),  to  June  SO,  1914. 

ASSETS. 

Inventories : 

Animals $8, 140. 35 

Mechanical  and  other  equipment 19,003.79 

Material  and  supplies  on  hand  in  storehouses 11, 128. 45 

Unadjusted  transfers  between  projects *27. 50 

Undistributed  cost  (freight  and  handling  on  in- 
ventory  property) It  487. 01 

Total ?39, 732. 10 
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Construction  work  In  process: 

Gross  expenditures  for  construction  of  project  to 

date $872,  lep  48 

Less    revenue    earned    during    construction,    as 
follows : 

Rentals  of  cottages $123.33 

Rentals  of  irrigation  water 101, 138. 71 

Loss  on  mess  houses *  1, 800.  25 

Profits  on  hospitals 2,805.46 

Contractors*  freight  refunds 2,114.34 

Adjustments — 

Depreciation  on  plant  and  equip- 
ment          2, 450.  75 

Profits    shown    on    Government 

animals 2, 682. 37 


Total  deductions $100,604.70 


Net  expenditures  for  construction  of  project  to  date $762, 557. 78 

Total  assets 802, 280. 88 

LIABILITIES,  BE8EBVE8,  AND  CAPITAL. 

Accounts  payable: 

Unpaid  labor 7, 497. 46 

Unpaid  purchases 1, 884. 40 

Unpaid  freight  and  express  charges 5, 477. 97 

Unpaid  passenger  fares 93. 30 


Total 14, 953. 13 

Net  Investment : 

Disbursements $882,743.48 

Transfers  received  from  other  proj- 
ects         48, 655. 59 

931,399.07 

7.jCB0 

Collections 120, 198.  87 

Transfers  issued  to  other  proj- 
ects        23,  863. 45 

144,062.32 


Total 787, 336. 75 


Total  liabilities,  reserves,  and  capital  investment  of  the 

Government 802, 289. 88 

Functional  feature  costs  of  Rio  Grande  projed  (exclusive  of  Elephant  Butte 
storage)  to  June  SO,  WH, 

Carriage    system $634, 113. 05 

Distribution   system 37, 419. 19 

Drainage  and  flood  protection  system 6, 561.  87 

Roads  and  bridges 49, 024. 85 

Miscellaneous  preliminary  investigations 82,370.73 

Operation  and  maintenance  during  construction 62,459.16 

Cost  ledger  inventories 213. 63 

Gross  expenditures  for  construction  of  project  to  date 872, 162. 48 

X  Deduct. 
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Estimated  cost  of  contemplated  work,  Rio  Grande  project  (exclusive  of  Elephant 

Butte  storage),  during  fiscal  year  1915. 
Carriage  system : 
Rincon  Valley — 

Surveys  for  diversion  dam  and  main  canal  and 

surveys  of  community  ditclies $20, 000 

Mesllla  Valley- 
Construction  Mesllla  Dam  and  main  canals 283,  500 

Surveys  for  main  laterals  and  surveys  of  com- 
munity  ditches 20, 000 

El  Paso  Valley— 

To  complete  reconstruction  of  Franklin  Canal 130, 000 

Main  laterals  (feed  canal  for  San  Ellzario  and 

Socorro  communities) 30,000 

Surveys  of  community  canals 10,000 

$493,500 

Drainage  and  flood  protection : 

Mesllla  Valley- 
Survey  of  river 2,500 

Survey  for  main  drainage  canal 2, 500 

El  Paso  Valley- 
Survey  of  river 2,500 

Suney  for  main  drainage  canal 2,  500 

10,000 

Farm-unit  subdivisions:   Survey  of  farm  properties  in   Rincon, 

Mesllla,  and  El  Paso  Valleys 10,000 

Roads  and  bridges 10,000 

Miscellaneous  preliminary  investigations:  Investigations  at  San 
Marcial,  silt  and  water  tests  at  Las  Cruces  and  El  Paso,  stream 
gau^ng,  duty  of  water,  canal  gauging,  and  worlc  in  San  Luis 

Valley 30,000 

Operation  and  maintenance  (during  construction) 45.000 

Cost  ledger  Inventories 50,  OCX) 

Total 648,50*J 

FINANCIAL  STATEMENT. 

Assets,  liabilities,  reserves,  and  capital.  Elephant  Butte  storage,  June  SO,  191^. 

ASSETS. 

Cash  in  fiscal  agent's  possession  awaiting  remittance $5, 645. 27 

Accounts  receivable,  uncollected  mlscelldneous  items 6.75 

Inventories : 

Mercantile  store  stock  on  hand $36, 800. 00 

Mechanical  and  other  equipment 190, 099. 85 

Animals 2, 218. 20 

Material  and  supplies  on  hand  in  storehouse.        133, 472. 64 

Goods  in  transit 10,367.60 

Unadjusted  transfers  between  projects 3. 84 

Undistributed  cost  (freight  and  handling  on 
Inventory  property) 4,923.89 


378,  786. 02 


Digiti 


zed  by  Google 


NEW   MEXICO-TEXAS,  RIO  GRANDE  PROJECT.  227 

Constmction  work  in  process: 

Gross  expenditures  for  constrnction  of  project 

to  date . $3, 306, 920. 05 

Less  revenue  earned  during  construction  as 
follows : 

Rentals  of  cottages *  $5, 969. 87 

Rentals  of  power  and  light.-        2, 059. 02 

Miscellaneous  revenues 3,018.07 

Profits  on  mess  houses 5, 009. 63 

Profits  on  mercantile  stores.      44, 193. 98 

Profits  on  hospital 778.31 

Contractors'  freight  refunds.        2, 058. 43 
Forfeitures     by     defaulting 

bidders  and  contractors 1, 823. 43 

Adjustments — 

Depreciation   on   plant   and 

equipment 451, 848. 04 

Profits    shown    on    Govern- 
ment animals 882.  35 


Total  deductions 505. 701. 39 


Net  expenditures  for  construction  of  project  to  date $2, 801, 218. 66 


Total  assets 3, 185, 665. 70 

LIABILITIES,  BESEBVES,  AND  CAPITAL. 

Accounts  payable : 

Unpaid  labor |31, 568.  63 

Unpaid  purchases 53.538.90 

Unpaid  contract  holdbacks 4, 749. 40 

Unpaid  freight  and  express  charges 97, 428. 69 

Unpaid  passenger  fares 234. 00 

Unpaid  agreements  to  pnrcliase  real  estate 11, 662. 55 

Unredeemed  coupon  books 867.30 

Unpaid  miscellaneous 6,071.20 


Total 206, 120. 67 

Net  investment: 

Disbursements $3, 014, 67a  61 

Transfers  received  from  other 
projects 152, 510. 35 


Less — 

Collections 142, 448.  63 

Transfers  issued  to  other 
projects 45. 205. 30 


3, 167, 188. 96 


187,  653.  93 


Total . 2, 979, 535. 03 


Total  liabilities,  reserves,  and  capital  investment  of 
the  Government 3, 185, 655. 70 

Functional  feature  costs  of  Elephant  Butte  storage  project  to  June  30,  19H. 

Development  (storage)  works $3,277,472.23 

CJost  ledger  inventories 29,447.82 


Gross  expenditures  for  construction  of  project  to  date 3, 306, 920. 05 

1  Deduct. 
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Estimated  cost  of  contemplated  work.  Elephant  Butte  storage  project,  during 

fiscal  year  1915. 

Development  (storage)  works: 

Camp  roads 111,  850. 00 

Cofferdams  and  river  diversion 1,000.00 

Excavation  for  foundations 200,000.00 

Masonry  for  dam 856, 900. 00 

Gates  and  sluiceways 220, 000. 00 

Spillway 10.000,00 

Earth  dam  at  reservoir 200,000.00 

Real  estate  and  rights  of  way 37,000.00 

Construction  plant 8, 000. 00 

Camp  buildings  and  grounds 250.00 

Total 1, 545, 000. 00 
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nOBTE  DAKOTA,  HOBTH  DAKOTA  PTTMPING  PBOJECT. 

W.  S.  Abthtjr,  acting  project  manager,  Williston,  N.  Dak. 
(For  Results  to  June  SO,  1914,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

County :  Williams. 

Townships:  152  to  155  N.,  Rs.  100  to  104  W.,  fifth  principal  meridian. 

Railroad :  Great  Northern. 

Railroad  stations  and  estimated  population,  January  1,  1914:  Buford,  75; 
Trenton,  100;  and  Marley/  on  Buford-Trenton  unit  are  small  unincorporated 
villages.  Williston,  on  the  Williston  unit,  is  an  incorporated  city  of  about 
4,000  population. 

WATEB  SUPPLY. 

Source  of  water  supply :  Missouri  River. 
Area  of  drainage  basin :  155,000  square  miles. 

Mean  run-off  of  Missouri  River,  near  Williston,  May  to  October,  1005  to  1007 : 
15,000,000  acre-feet. 

AOBICULTXTBAL  CONDITIONS. 

Area  for  which  the  service  is  prepared  to  supply  water,  season  of  1014: 
Buford-Trenton  unit,  4,049  acres ;  Williston  unit,  8,189  acrea 

Area  under  water-right  applications  and  water-rental  contracts  to  June  30, 
1914 ;  Williston,  2,076.82  acres ;  Buford-Trenton,  1,998.09  acres. 

Area  irrigated,  season  1913:  1,739  acres  on  Williston  unit.  No  part  of  the 
Buford-Trenton  unit  was  irrigated.  Area  irrigated  in  1914  to  June  30:  300 
acres. 

Length  of  the  Irrigation  season :  80  days,  beginning  from  June  1  to  June  15. 
Actual  irrigation  occurred  in  1913  from  June  5  to  August  10. 

Average  elevation  of  irrigable  area  :  1,900  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area :  12  years,  13.56  inches ;  1913,  14.28 
inches.    Above  normal. 

Range  of  temperature  on  irrigable  area  :  —  49'  to  107*  F. 

Character  of  soil  on  irrigable  area :  Ranges  from  sandy  loam  to  heavy  clay 
gumbo. 

Principal  products:  Alfalfa,  grain,  vegetables.  Hogs  will  be  one  of  the  prin- 
cipal products  in  1914. 

Principal  markets:  Local,  St.  Paul,  Minneapolis,  Duluth,  Chicago. 

LANDS  OPENED  FOB  IBSIGATION. 

Dates  of  public  notices  and  orders :  Buford-Trenton  unit,  April  8, 1908 ;  March 
9,  May  13,  1911;  June  25,  1912;  July  15,  1913;  February  26,  March  7,  1914. 
Williston  unit,  April  27,  November  30,  1908;  April  30,  1909;  March  9.  April  14. 
1911;  June  25,  1912;  March  11,  June  23,  July  15,  July  21,  1913;  February  26, 
March  7,  1914. 

Location  of  lands  opened :  Buford-Trenton  unit,  Tps.  152  and  153  N.,  Rs.  103 
and  104  W.,  fifth  principal  meridian ;  Williston  unit,  Tps.  154  and  155  N.,  Rs. 
100  and  101  W.,  fifth  principal  meridian. 

Present  status  of  irrigable  lands:  Buford-Trenton  unit — 288  acres  entered 
subject  to  reclamation  act;  251  acres  open  to  entry;  91  acres  of  State  lands; 
3.4^  acres  in  private  ownership.  Williston  unit — 54  acres  entered  subject  to 
the  reclamation  act ;  289  acres  open  to  entry ;  67  acres  of  State  land ;  7,779  acres 
in  private  ownership. 

Limit  of  area  of  farm  units :  Public,  80  acres ;  private.  160  acres. 

Duty  of  water :  Two  acre-feet  per  acre  per  annum  at  the  farm. 

Building  charge  per  acre  of  irrigable  land :  $38  under  public  notices  of  1908. 

Annual  operation  and  maintenance  charge :  70  cents  per  acre  of  irrigable  land 
and  50  cents  per  acre-foot  of  water  actually  used  under  public  notices  of  1908 ; 
$1.50  per  acre  of  irrigable  land  and  $1  per  acre-foot  of  water  used  under  order 


^Less  than  26. 
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of  May  13,  1911.  For  season  of  1914  the  terms  of  the  rental  arrangement  are 
$1  per  acre,  including  1  acre-foot  of  water,  and  $1  per  acre-foot  for  water  deliv- 
ered in  excess  of  1  acre-foot  per  acre. 

CHBONOIiOaiCAIi  SUHIEABY. 

Reconnolssance  and  preliminary  surreys  begun  In  1903. 

Construction  recommended  by  board  of  engineers  September  22, 1905. 

Construction  authorized  by  Secretary  January  23,  1906. 

First  division,  Buford-Trenton  unit,  completed  November,  1907. 

Power  and  pumping  plants,  Willlston  unit,  completed  for  pres^it  use  in  the 
fall  of  1907 ;  first  division  completed  in  the  spring  of  1908. 

Pumping  plant  and  transmission  lines,  Buford-Trenton  nnit,  completed  for 
present  use  in  the  spring  of  1908. 

First  irrigation  by  Reclamation  Service,  season  of  1908. 

Buford-Trenton  unit  38  per  cent  completed  June  30,  1914;  WiUiston  unit 
64  per  cent  completed  June  30,  1914. 

Entire  project  50  per  cent  completed  June  30,  1914. 

IBSIGATION  FLAN. 

The  irrigation  plan  of  the  North  Dakota  pumping  project  provides  for  a  central 
steam-power  plant  located  near  Willlston,  operating  pumps  and  generating  elec- 
tricity for  the  operation  of  other  pumps  on  the  Buford-Trenton  and  WiUiston 
units.  On  the  Buford-Trenton  unit  water  is  pumped  from  a  barge  into  a  set- 
tling basin  30  feet  above  the  river,  and  is  then  lifted  by  a  permanent  pomping 
station  into  a  canal  50  feet  above  the  settling  basin  for  the  irrigation  of  bench 
lands  near  Buford.  A  transmissoin  line,  28.3  miles  in  length,  delivers  power  for 
the  operation  of  the  pumps.  The  plan  of  the  WiUiston  unit  provides  for  a  series 
of  motor-driven  centrifugal  pumps  on  a  barge  in  the  Missouri  River,  a  settling 
basin  receiving  the  water  from  the  barge,  and  a  main  canal  of  90  second-feet 
capacity  extending  along  Little  Muddy  Creels  to  the  power  plant,  where  two 
sets  of  steam-driven  turbines  operate  centrifugal  pumps  to  lift  water  51  feet 
into  E  Canal.  From  the  main  canal,  about  midway  between  the  river  and  the 
power  plant,  electrically  driven  pumps  raise  35  second-feet  28  feet  into  B  Canal, 
and  from  this  canal  20  second-feet  are  raised  an  additional  28  feet  into  G  CanaL 
The  main  power  station  is  located  close  to  a  9-foot  vein  of  lignite  coal,  from 
which  fuel  is  obtained. 

The  United  States  claims  all  waste,  seepage,  spring,  and  percolating  water 
arising  within  the  project,  and  proposes  to  use  such  water  in  connection  there- 
with. 

The  features  of  the  above  irrigation  plan  which  have  been  completed  are: 
The  central  power  station,  coal  mine,  and  transmission  lines;  at  Buford-Tren- 
ton unit,  two  pumping  stations,  settling  basin,  and  canal  system;  at  Willlston 
unit,  four  pumping  stations,  two  settling  basins,  and  canal  system.  No  construc- 
tion worlt  is  in  progress  at  the  present  time. 

Features  remaining  for  future  construction  are  the  enlargement  of  the  power 
house  and  installation  of  additional  machinery ;  at  Buford-Trenton  unit,  exten- 
sion of  Highllne  Canal  and  construction  of  Lowline  Canal  and  laterals  for 
irrigation  of  bottom  lands;  at  Willlston  unit,  construction  of  east  and  west 
bottom  canal  i^stems,  with  additional  Intake  and  pumping  stations. 

CONSTBUCTION  DUBING  VISCAL  YEAB. 

No  construction  work,  properly  so  classed,  was  undertaken  during 
the  fiscal  year,  except  an  extension  of  2,125  feet  to  E  Canal  and  800 
feet  to  B-0^1  lateral.  These  are  5-second-feet  ditches  that  were 
extended  to  reach  new  farm  units  which  had  never  before  been  irri- 
gated. Because  of  the  small  amount  of  work  and  its  location,  it  was 
necessarily  done  with  slip  scrapers  and  shovels  at  higher  unit  cost 
than  would  have  resulted  if  the  work  were  part  of  some  larger  job 
and  done  under  more  favorable  conditions.  The  total  yardage  was 
672,  and  the  total  cost,  $192.27 ;  unit  cost  per  yard,  30  cents. 

OFEBATION  AND  MAINTENANCE. 

During  the  irrigation  season  of  1913,  subsequent  to  June  30,  the 
power  plant,  coal  mine,  transmission  line,  the  WiUiston^  ^^S^  flJP^P- 
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ing  station,  pumping  stations  No.  2  and  No.  4,  settling  basin,  and 
32  miles  of  canal  were  operated.  No  features  of  the  Buford-Trenton 
unit  were  operated. 

Of  the  total  irrigable  area  of  the  Williston  unit  2,951.36  acres, 
or  36  per  cent,  qualified  to  receive  water.  Of  this,  1,739  acres,  or 
59  per  cent,  were  actually  irrigated.  This  was  21  per  cent  of  the 
total  irrigable  area  of  the  Williston  unit.  On  the  Williston  unit 
54  farms  were  irrigated,  not  including  agricultural  tracts  of  1  acre 
or  less,  not  classed  as  farms.  The  amoimt  of  water  supplied  to  the 
land  was  2,287.7  acre-feet,  or  an  average  of  1.31  acre-ieet  per  acre 
irrigated. 

During  the  year  8,575.87  tons  of  coal  were  mined  for  consumption 
in  the  power  plant  at  an  average  unit  cost  of  $1,407  per  ton. 

Durmg  the  irrigation  season  not  more  than  four  boilers,  or  half 
the  capacity  of  the  central  power  station,  were  in  use  at  any  time. 
This  was  when  the  irrigation  of  alfalfa  was  at  its  height.  The  cen- 
tral jjower  station  and  pumping  barge  were  operated  55  days; 
pumping  substation  No.  2,  41  days;  and  pumping  substation  No.  4, 
41  days  out  of  the  irrigation  season  of  80  days,  demonstrating  that 
a  much  larger  area  could  be  irrigated  in  the  80-day  season  or  regu- 
lated deliveries. 

The  irrigation  season  of  1914  began  June  1  and  up  to  the  end  of 
the  fiscal  year  494  acre-feet  of  water  were  pumped  and  delivered 
to  300  acres  of  land,  which  were  actually  irrigatea.  The  last  month 
of  the  fiscal  year,  which  was  the  first  month  of  the  irrigation  season, 
has  been  the  wettest,  with  one  exception,  in  the  43  years  that  weather 
records  have  been  made  for  this  section.  Irrigation  to  the  close 
of  the  fiscal  year  has  been  very  light.  Before  the  close  of  the  season 
the  irrigated  area  will  doubtless  be  largely  increased,  since  the  area 
on  which  pajments  have  been  made  is  in  excess  of  that  of  any  pre- 
vious year  on  the  same  date. 

Historical  revietc.  North  Dakota  Pumping  project. 
WILU8TON  UNIT. 


Item. 

1900 

1910 

1011 

1012 

1013 

1014  (to 
June  30). 

Number  oflirms  irrigated. ... . 

Hfles  of  canal  operated 

Water  diverted  (acre-feet) 

Water  deUvered  to  land  (aore- 
feet) 

8,180.31 

1,450 

45 

28 

3,012.10 

2,225 
1.54 

8,180.81 

1,408 

43 

32 

4,766.74 

2,370 
1.60 

8,180.31 

37 
4,290.70 

2,062 

1.22 

8,180.31 

323 

16 

18 

7Ba32 

278 

0.86 

8,180.31 

82 
3,637.74 

2,287.70 

1.31 

8,180.31 

300 

24 

30 

800 

491 

Water  per  acre  of  land  irri- 
gated (acre-feet) 

1.64 

BUPORD-TRENTON  UNIT. 

Axea  for  which  service  was 
prepared  to  supply  water. . . 

Aemffd  irrigatea. 

Number  of  ftrms  irrigated 

Miles  of  canal  operated 

Water  deUverod  to  land  (acre- 
feet) 

4,040 

150 

3 

6.5 

232 

1.46 

4,049 

457 
10 
8 

662 

1.45 

4,040 

1,163 

21 

12.76 

1,472 

1.27 

4,040 

4,049 

4,049 

Water  per  acre  of  land  irrl- 
cated  f  acre-feet) 
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During  the  entire  year  some  portion  of  the  power  plant  was  in 
operation  to  furnish  power  in  excess  of  the  requirements  of  the 
project  to  the  city  of  Williston,  in  accordance  with  contract  exe- 
cuted in  December,  1912. 

The  energy  delivered  to  the  city  during  the  fiscal  year  was  436^00 
kilowatt  hours.  During  this  period  only  12  interruptions  occurred, 
the  longest  being  8  hours  and  25  minutes,  and  all  except  5  were  by 
request  of  the  city  authorities  to  permit  of  changes  in  the  city's  dis- 
trioution  system  or  correction  of  trouble.  The  following  is  a  state- 
ment of  results  of  the  operation  of  this  contract  for  the  fiscal  year: 

Sale  of  commercial  power,  North  Dakota  Pumping  project. 


Tear  and  month. 


Cost. 


This 
month. 


Total  to 
date. 


Collections. 


This 
month. 


Total  to 
date. 


Profit. 


This 
month. 


Toulto 
date. 


1913. 

Jnly 

August 

September 

October 

November 

December. 

1914 

January 

February 

March 

April 

May 

June* 


1701.06 
861.72 
1,807.89 
1,975.04 
1,819.40 
1,704.66 


1,785.53 
1,745.70 
1,770.60 
1,966.54 
1,743.77 
600.00 


19,923.06 
10,784.77 
12,502.66 
14,567.70 
16,387. 10 
18,15L76 


10,087.29 
21,682L99 
23,463.59 
26,420.13 
27,163.90 
2^713.90 


61,158.75 
1,271.26 
1,500.00 
1,680.00 
1,863.75 
1,970.00 


1,833.75 
1,554.00 
1,549.50 
1,500.00 
1,500.00 
1,285.00 


610,431.70 
11,702.95 
13,202.95 
14,891.95 
16,755.70 
18,725.70 


20,550.46 
22,118.45 
23,662.95 
25,162.95 
26,662.95 
27,947.95 


9457.69 

409.53 

1307.89 

1286.04 

44.36 

205.34 


48L22 

1191.70 
122L10 
1466.54 
1243.77 
685.00 


8508.65 

91&18 
6ia29 
324.25 
868.60 
673w94 


«22.1ft 

4sa4e 

209.36 
1257.18 

isoaos 

184.05 


ILOSS. 


s  Estimated. 


In  addition  to  the  above  gain,  the  contract  returned  during  the 
fiscal  year  $1,160.05  of  the  cost  of  preparilig  the  plant  for  winter 
operation  and  $2,063.20  plant  depreciation. 

During  the  first  six  months  of  1914  the  increase  in  consumption 
of  electrical  ener^  by  the  city  of  Williston  was  26  p6r  cent  over  that 
for  the  same  period  of  1913.  In  1915  the  minimum  monthly  pay- 
ment guaranteed  by  the  city,  except  during  the  irrigation  season,  is 
$1,800,  instead  of  $1,500  as  during  the  current  year.  This  item  and 
the  normal  increase  of  a  growing  community  will  make  the  contract 
a  large  factor  in  the  ultimate  success  of  the  project.  Changes  in  its 
water  and  pumping  system,  within  approximately  three  months, 
will  increase  the  city's  consumption  of  electrical  energy  by  80,000  to 
100,000  kilowatt  hours,  or  20  to  25  per  cent. 

SETTLEMENT. 

A  small  improvement  in  settlement  conditions  was  made  during 
the  fiscal  year,  due  to  transfers  of  land  to  persons  who  will  live  upon 
it  and  engage  in  intensive  agriculture  or  stock  raising.  These 
changes,  though  too  small  to  record  in  tabular  form,  mark  the  be- 
ginnmg  of  a  new  era  on  the  project,  for  there  were  47  per  cent  more 
cows,  180  per  cent  more  hogs,  and  10  times  more  com  on  the  project 
on  June  30, 1914,  than  at  any  other  time  in  its  history.  Fully  50  per 
cent  of  the  land,  both  irrigated  and  unirriffated,  is  owned  by  persons 
nonresident  upon  the  land,  but  these  are  taking  note  of  the  course  of 
development  along  new  lines  and  are  seeking  renters  or  putting  their 
lands  into  alfalfa. 
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Three  farmers'  clubs  are  organized  on  the  project,  a  breeders' 
association  and  a  cooperative  creamery  have  been  organized,  and  a 
building  is  being  erected  for  the  latter.  A  firm  established  itself  in 
Williston  during  the  last  month  of  the  year  to  buy  and  market  farm 

Eroducts.    These  are  results  of  the  development  of  the  project  and 
ave  not  come  in  advance  of  their  requirement. 

Settlement  data.  North  Dakota  Purn/ping  project. 

WILLISTON  UNIT. 


Item. 


1912. 


1913. 


1914. 


1.  Total  number  of  Canns  OD  project 

2.  Population  of  (1) 

8.  Number  of  irrigated  lietrms 

4.  Number  operated  by  owners  or  managers 

5.  Number  operated  by  tenants 

«.  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

9.  Total  population  in  towns  and  on  fiirms  (sum  oi  (2)  and  (8)) . 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banks : 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  number  of  depositors 


93 

172 

16 

8 

8 

48 

2 

4,700 

4,872 

5 
6 


101 

101 

146 

140 

64 

26 

32 

18 

22 

8 

162 

72 

2 

2 

4,700 

4,700 

4,846 

4,846 

4 

4 

6 

6 

3 

3 

$136,000 
$1,297,000 
4,900 


BUFORD-TRENTON  UNIT. 


1.  Total  number  of  farms  on 

2.  Population  of  (1) 

3.  Number  of  irrigated  farms 

4.  Number  operated  by  owners  or  managers 

5.  Tenants,  number  operated  by  them 

6.  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

0.  Total  population  in  towns  and  on  farms  (sum  of  (2)  and  (8)) . 

10.  Number  of  public  schools 

U.  Number  of  churches 

12.  Number  of  banks 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  number  of  depositors 


2 
350 
403 

2 

1 

$10,000 


19 


2 

350 

419 

1 

2 

1 

$10,000 


t^ 


42 
70 


19 
23 


2 

350 

420 

1 

2 

1 

$10,000 

$100,000 

200 


1  Not  available. 


PBINCrPAL  CBOPS. 


Alfalfa  continues  to  be  the  principal  crop  and  new  acreage  is 
added  each  year.  Of  the  1,739  acres  actually  irrigated  in  1913,  over 
1,000  were  in  alfalfa.  Although  a  large  portion  was  injured  by 
hail  and  practically  all  suffered  from  nonirrigation  in  1912,  the 
yield  was  §24.90  per  acre  cropped.  In  1913  there  was  no  marked  in- 
crease of  any  crop,  but  in  1914  prior  to  June  30  there  was  a  marked 
increase  in  alfalfa,  com,  and  potatoes,  the  acreage  in  com  being  about 
10  times  that  of  any  previous  year.  This  is  a  natural  result  of  the 
interest  just  awakening  in  cattle  and  hogs. 

The  foUowinff  tables  show  the  crop  results  of  1913  on  the  irrigated 
and  dry- farmed  portions  of  the  project.  It  is  notable  that  the  irri- 
gated lands  retumed  about  three  times  the  value  per  acre  secured 
from  the  imirrigated  crops. 
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Crop  report,  unirrigated  lands.  North  Dakota  Pumping  profect^  WUliston  una, 

year  of  1913, 


Ana 
acres. 

Unit  of 
yield. 

Yields. 

Vahies. 

Crop. 

TotaL 

Average 
per  acre. 

Per  unit 
of  yield. 

TotaL 

Per  acre. 

Cropped: 

1,064 

28 

33 

141 

.5 

.5 

2 

1.25 
4 

.25 
30 
88 
131 
3 
46 
8 

.25 
19 
.50 
1.25 
21 
105 

Ton 

Ton 

Bushel.. 
Biuhel.. 
Bushel.. 
Bushel.. 

2, 04a  4 
23 

1.92 
.82 

1.2 
22.2 
24 

$13.00 

4.00 

12.00 

.40 

8.00 

$26,625 
92 
36 

600 

880 

05 

43 

10 

648 

630 

1,395 

630 

$.590 

$24.90 

Alfalfa  (damaged) 

3.29 

AUalfaseS.^......: 

14.40 

Barley 

&90 

Beans 

72.00 

Cdery 

i.aoaoo 

CablMge 

Too 

I>05en... 

11 

6.6 

80.00 

44a  00 

Cora,  sweet 

76100 

Com,  Northwest  Dent 

Bushel.. 

78.6 

19.6 

.66 

ia79 
4a  00 

Flax 

Bushel.. 

Ton 

Bushel.. 

640 

63 

8,984.8 

18 

.64 
3a4 

1.20 

laoo 

.36 

21.60 

Hay,  except  above 

6.40 

Oats 

ia65 

Onions' 

192.80 

Potatoes 

Bushel.. 
Bushel.. 

6,523.6 

122 

.65 

7&94 

Peas,  field 

Peas,  earden  > 

40 
113 

60 
576 
925 
913 

loaoo 

Pasture 

5.95 

Quart... 

300 

600 

.20 

12a  00 

Tomatoes  • 

46a  00 

44.60 

Wheat 

Bushel.. 

1,303.6 

12.4 

.70 

&67 

Total 

1,686 

38,888 

23.06 

Irrinted,  no  crop: 

YounKalfalla 

98 
63 
98 

Less  duplicated  areas 

Total 

68 

1 

Total  irrigated 

1,739 

1 

1 

Areas. 

Acres. 

Number 
of  Cuius. 

Total  irrigable  area  forms  reporte< 

Under  water-right  applicatioE 
Total  cropped  area  Tarras  reported 

i 

2.95L36 
1,730.00 
1.739.00 
1,685.8 

54 

a 

64 

IS 

54 



64 

1  Yield  not  known.    Bold  firom  4  to  10  cents  per  pound. 
>  No  record  kept  of  yield. 
"   -  ndtol|< 


s  15  cents  per  pound 


I  cents  per  pound. 


Crop  report,  unirrigated  lands.  North  Dakota  pumping  project,  WUliston  unil, 

year  of  1913. 


Area, 
acres. 

Unit  of 
yield. 

Yields. 

VahuB. 

Crop. 

TotaL 

Average 
per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

Alfalfa  (old) 

127 

30 

215 

2 

28 

575 

146 

84 

3 

35 

8 

2 

598 

Ton 

Bushel.. 
Bushel.. 
Bushel.. 
Bushel.. 

Ton 

Bushel.. 

96.5 

10 

3,854 

22 

175 

257.5 

3,643 

a76 
.63 
17.9 
11 

6.25 
.448 
25 

$13.00 

12.00 

.40 

3.00 

L20 

laoo 

.36 

1,542 

00 

210 

2,675 

1,275 

173 

10 

975 

38 

100 

4,489 

$9.90 

Alfalfa  seed 

7.60 

Barlev 

7.17 

Beans        

33.00 

Flax 

7.50 

Hav 

4.48 

Oats 

8.73 

Pasture 

2.06 

Peas  *                   

4.00 

Potatoes 

Bushel.. 
Bushel.. 

1,500 
64 

43.6 
8 

.66 
.60 

28.25 

Rye 

4.80 

Truck 

5a  00 

Wheat 

Bushel. . 

6,413.3 

ia72 

.70 

7.50 

Total  cropped 

1,853 

12,936 

a98 

»  Fed  on  vin.'^. 
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Crop  report,  unirrigated  lands^  North  Dakota  Pumping  project,  Buford-Trenton 

unit,  year  of  1913. 


Area, 
acres. 

Unit  of 
yield. 

Yields. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit 
ofyWd. 

Total. 

Per  acre. 

Al«iLlfa(nM) 

78 
20 
142 
5 
96 
105 
800 

Ton 

Bushel.. 
Bushel.. 
Bushel.. 
Bushel.. 
Bushel.. 
Bushel.. 

68.5 
25 

582 
2,376 
8,410 

0.9 
1.26 

16.2 

10 
6 

22.6 

ia4 

113.00 
12.00 
.40 
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OBDEB  DATED  MABCH  7,  1914. 

Whereas  the  public  notices  issued  in  April,  1908,  opening  to  irri- 

fation  lands  under  the  Buford-Trenton  and  Williston  projects,  North 
>akota,  reauired  payment  to  be  made  in  10  equal  annual  installments, 
and  it  was  later  found  necessary  to  grant  a  stay  of  proceedings  look- 
ing to  cancellation  for  failure  to  make  the  payments  when  due ;  and 

Whereas  in  March  and  April,  1911.  orders  were  issued  announcing 
the  terms  under  which  water  would  be  rented  in  1911,  1912,  and 
1913,  but  it  was  found  that  a  number  of  settlers  were  financially 
unable  to  pay  the  charges  announced,  and  orders  were  later  issued 
extending  the  time  of  payment ;  and 

Whereas  notwithstanding  the  allowance  of  such  stay  of  proceed- 
ings and  the  furnishing  of  water  on  easier  terms  of  payment,  a  large 
number  of  the  water  users  are  delinquent  in  payments  and  their 
water-right  applications  subject  to  cancellation: 

Now,  therefore,  in  pursuance  of  the  provisions  of  the  reclamation 
act  of  June  17, 1902  (32  Stat.,  388),  and  acts  amendatory  thereof  and 
supplementary  thereto,  it  is  hereby  ordered — 

1.  Water  will  be  furnished  in  1914  to  all  irrigable  lands,  under  the 
Williston  unit,  the  entrymen  or  owners  of  which  shall  have  executed 
acceptances  and  made  payments  as  hereinafter  prescribed.  The 
pumping  barge  for  the  Buford-Trenton  unit  will  be  launched  in  1914, 
providing  acceptances  as  hereinafter  prescribed  are  presented  and 
payments  made  before  April  15,  1914,  covering  at  least  1,000  acres 
of  irrigable  land. 

2.  The  operation  of  the  pumps  will  be  planned  with  a  view  to  an 
approximately  uniform  rate  of  pumping  the  water  and  for  adequate 
irrigation  in  the  shortest  practicable  operating  period  with  an  appro- 
priate regulation  of  deliveries  for  eacn  tract  irrigated.  The  operat- 
mg  period  shall  be  for  an  irrigating  season  of  80  days,  beginning  not 
earlier  than  June  1  and  not  later  than  June  15  and  closing  not  earlier 
than  August  19  and  not  later  than  September  2  of  each  year. 

3.  All  entrymen  and  water-right  applicants  who  find  themselves 
unable  to  meet  the  conditions  of  public  notices  heretofore  issued  may, 
by  acceptance  of  the  provisions  of  this  order  and  subject  to  its  pro- 
visions, obtain  a  supply  of  water  for  the  irrigation  of  their  lands  in 
the  season  of  1914  and  thereafter  until  further  notice  on  a  rental  basis 
of  $1  per  irrigable  acre  for  the  irrigation  season,  payment  of  50  cents 
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per  acre  on  account  thereof  to  be  made  at  the  time  such  acceptance 
IS  filed,  and  the  balance  will  be  due  December  1, 1914 ;  such  acceptance 
and  payment  will  entitle  a  water  user  to  not  to  exceed  1  acre- foot 
per  acre  of  irrigable  land,  and  additional  water  mav,  if  required  for 
the  proper  irrigation  of  the  land,  be  obtained  at  the  rate  of  $1  per 
acre-foot,  due  December  1,  1914.  The  portion  of  the  charge  due 
December  1  shall  bear  interest  at  1  per  cent  per  month  from  me  due 
date  until  paid. 

4.  All  entrymen  or  landholders  who  shall,  during  the  irrigation 
season  of  1914,  file  with  the  project  manager,  Williston,  N.  Dak.,  a 
written  acceptance  of  the  terms  and  concutions  of  this  order  upon 
the  form  hereto  attached  and  comply  with  the  payment,  cultivation, 
and  other  requirements  hereof  shall  thereby  secure  a  stay  of  pro- 
ceedings looking  to  the  cancellation  of  their  entries  or  water-nght 
applications  for  failure  to  make  payments  when  due,  such  stay  of 
proceedings  to  remain  in  effect  until  further  announcement  by  public 
notice  or  otherwise. 

5.  The  acceptance  of  the  terms  of  this  order  shall  be  subject  to  the 
provisions  of  such  public  notices  and  orders  as  may  be  hereafter 
issued  affecting  such  lands ;  but  nothing  herein  contained  ^all  pre- 
vent any  water  user  from  securing  the  benefits  of  any  laws  which 
may  be  hereafter  enacted  affecting  the  operations  under  the  recla- 
mation law. 

6.  All  entrymen  and  water-right  applicants  who  are  now  in  ^ood 
standing  in  the  matter  of  payments  of  water-right  charges  and  all 
those  who  on  or  before  May  1,  1914,  shall  make  the  necessary  pay- 
ments thereunder  may,  if  they  so  desire,  continue  under  present  con- 
tracts and  the  public  notices  and  orders  heretofore  issued. 

Andrieus  a.  Jones, 
First  Assistant  Secretary  of  the  Interior. 

FINANCIAL  STATEMENTS. 

Assets,  liaUUties,  reserves,  and  capital.  North  Dakota  Pumping  project,   to 

June  30,  1914. 

Assxnrs. 

Cash  in  other  employees*  hands  awaiting  transfer  to  fiscal  agent.  $2. 95 

Accounts  receivable: 

Uncollected  miscellaneous  items $1, 289. 25 

Construction  charges  due  and  uncollected  from 

water-right  applicants 74, 513. 01 

Operation  and  maintenance  charges  due  and 
uncollected  from  water-right  applicants 33, 786. 96 

Total 109, 589. 22 

Inventories : 

Mercantile  stores  stock  on  hand 952. 49 

Animals 890. 83 

Mechanical  and  other  equipment 10,221.81 

Material  and  supplies  on  hand  in  storehouses—  6, 497. 22 
Undisturbed   cost    (freight   and   handling   on 

inventory  property) 269.29 

Total 18, 831. 64 

Construction  work  in  process : 

Gross  expenditures  for  construction  of  project 
to  date 713, 151. 48 
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Construction  work  in  process — Continued. 

Lees  revenue  earned  during  construction  as 
follows : 

Rentals  of  gracing  lands |347. 16 

Bentals  of  irrigation  water 196. 75 

Profits  on  mess  bouses 356. 45 

Profits  on  mercantile  stores. 1, 499. 82 

Profits  on  hospitals 149.12 

Contractors*  freight  refunds 6, 496. 08 

Adjustments — 

Depreciation  on  plant  and  equip- 
ment   11, 891. 65 

Profits   shown   on   Qovernment 
animals 477. 60 


Total  deductions $20, 413. 63 


Net  expenditures  for  construction  of  project  to  date $692, 737. 85 

Deferred  operation  and  maintenance  charges 202, 561. 17 


Total  assets 1, 023, 722.  83 

UABILrnES,  BESKBTES,  AND  CAPITAL. 

Accounts  payable: 

Unpaid  labor 2, 421. 74 

Unpaid  purchases 995. 88 

Unpaid  freight  and  express  charges 1,368.00 

Unpaid  passenger  fares 5. 00 

Unredeemed  coupon  books 34. 25 


Total $4, 824. 87 

Beserves  for  repayment  to  reclamation  fund  of 
cost  of  project : 
Construction  charges  accrued  on  contracts  with 

water-right  applicants 80, 883. 54 

Construction  charges  paid  in  advance  by  water- 
right  applicants 30. 40 

Construction  charges  paid  and  forfeited  by 
water-right  applicants 152. 00 


Total 81, 066. 94 

Net  inyestment : 

Disbursements $983, 080. 51 

Transfers    receired    from    other 
projects 193, 454. 11 


1,176,534.62 


Collections 56, 044. 96 

Transfers    issued    to    other 

projects 182, 657. 64 

238. 702. 60 


Total 937, 832. 02 


Total  liabilities,  reserves^  and  capital  investment  of 
the  Government 1, 023, 722. 83 

Functional  feature  costs  of  North  Dakota  Pumping  project  to  June  30, 19U. 

Carriage   system $73, 187. 31 

Distribution   i^stem 102,697. 38 

Drainage  and  fiood  protection  system 15,679.88 

Power    system 450,045. 34 

Real  estate 14, 056. 41 

Telephone  lines 2, 704. 14 

Farm-unit  subdivisions 12, 803. 20 

64162*— 16 ^16 
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Roads  and  bridges $4,07U.93 

Miscellaneous  preliminary  investigations 37,897.88 

Gross  expenditures  for  construction  of  project  to  date 713, 151.48 


Operating  revenues  and  expenses.  North  Dakota  Pumping  project,  to  June  SO^ 

1914. 

EXPENSES. 

Development  (storage)   works: 

Operation $206,242.79 

Maintenance  42, 346. 02 

Carriage  system: 

Operation    46. 30 

Maintenance  ' 571. 47 

Distribution  system: 

Operation 22, 301. 36 

Maintenance  8, 133. 73 

Undistributed  expenses: 

Operation 39. 43 

Maintenance  84.65 

Total 279, 765.  75 

REVENUES. 

Operation  and  maintenance  charges  accrued  on  contracts  with 

water-right   applicants 46, 654. 86 

Operation  and  maintenance  charges  paid  in  advance  by  water-right 

applicants - -  40 

Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right  applicants 74. 70 

Rentals  of  .lands  and  building^ 1, 265. 64 

Rentals  of  power  and  light 27,952.20 

Rentals  of  irrigation  water 1,100.41 

Miscellaneous  revenues 147. 37 

Deferred  operation  and  maintenance  revenues   (carried  to  debit 

side  of  assets  and  liabilities  statement) 202.561.17 

TotaL 279,  765. 75 

Estimated  cost  of  contemplated  irorJb,  North  Dakota  Pumping  project,  during 

fiscal  year  1915. 

Development  (storage)  works: 

Williston  pumping  station  No.  2 $306.00 

WlUiston  pumping  station  No.  3 2, 192. 60 

Williston  pumping  station  No.  4 278.32 

Buford-Trenton  pumping  station  No.  1 869.  23 

Buford-Trenton  pumping  station  No.  2 938. 45 

$4,586.00 

Carriage  system : 

Williston  main-supply  Canal  A 5, 206. 00 

Buford-Trenton  main-supply  Canal  A 13,193.00 

_  18,399.00 

Distribution  system: 

Williston  distributing  system 2,152.45 

Buford-Trenton  distributing  system 599.55 

2,752.00 

Power  system,  Buford-Trenton  transmission  line 39,682.00 

Real  estate,  buildings 1,488.00 

Telephone  lines 346. 00 

Total 67,253.00 
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P.  M.  FoGO,  project  manager,  Lawton,  Okla. 
(For  Data  for  Complete  Project,  see  appendix.) 

LOCATION. 

Ck>unty:  Comanche. 

Townships :  2  and  3  N.,  Rs.  12  and  13  W.,  Indian  meridian. 

Railroads :  St.  Louis  &  San  Francisco ;  Chicago,  RocbL  Island  and  Pacific. 

Railroad  stations  and  population,  January  1,  1914 :  Lawton,  Okla.,  8,000. 

WATEB  SUPPLY. 

Source  of  water  supply :  Medicine  Bluff  and  Little  Medicine  Bluff  creeks. 

Area  of  drainage  blasin:  110  square  miles. 

Annual  run-off  in  acre-feet  of  Medicine  Bluff  and  Little  Medicine  Bluff  creeks 
at  site  of  proposed  diversion  dam :  Medicine  Bluff  Creek,  including  the  run-off 
of  Little  Medicine  Bluff  Creek  and  the  overflow  from  Lake  Law-ton-ka,  into 
which  Medicine  Bluff  Creek  flows,  1913,  25,200  acre-feet  The  estimated  natural 
run-off  of  Medicine  Bluff  Creek  is  31,300  acre-feet,  which  includes  the  run-off 
at  the  proposed  diversion  dam  plus  the  amount  of  water  used  by  the  city  of 
Lawton  and  Fort  Sill  and  the  evaporation  on  the  reservoir.  A  study  of  the 
mn-off  records  furnished  by  the  United  States  Geological  Survey  shows  that 
approximately  21,000  acre-feet  of  the  total  for  the  year  1913  occurred  during 
November  and  December.  A  study  of  the  rainfall  records  for  that  section 
shows  that  for  these  two  months  the  record  was  abnormally  large,  and  that 
the  total  for  the  year  1913  was  also  exceptionally  large,  being  42.48  inches, 
or  11  inches  above  the  average  yearly  rainfall. 

Reservoir :  Storage  capacity  of  top  20  feet  of  Lake  Law-ton-ka,  which  was 
built  by  the  city  of  Lawton,  Okla.,  for  domestic  use.  The  reservoir  has  a  total 
capaci^  of  14,000  acre-feet  and  covers  an  area  of  1,082  acres.  The  reservoir 
is  formed  by  a  50-foot  masonry  dam,  which  stores  the  waters  of  Medicine  Bluff 
Creek,  and  it  is  estimated  that  the  capacity  of  the  top  20  feet  which  the  city 
of  Lawton  agreed  to  donate  to  the  Government,  is  12,000  acre-feet 

Irrigable  area :  Approximately  2,500  acres  under  present  plan. 

AGBICULTUBAL  AND  CLIMATIC  CONDITIONa 

Length  of  irrigation  season :  April  1  to  October  31 — ^214  days. 

Average  elevation  of  irrigable  area :  1,100  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area:  30  years,  31  inches;  at  Lake  Law- 
ton-ka.  1913,  36.58  inches;  at  Lawton,  Okla.,  1913,  42.48  inches. 

Range  of  temperature  on  irrigable  area :  10"  to  110°. 

Character  of  soil  of  irrigable  area :  Clay  loam ;  rolling. 

Principal  products:  Garden  truck,  melons,  tomatoes,  cabbage,  onions,  sweet 
potatoes,  berries,  fruit,  forage  crops,  and  cotton. 

Principal  markets:  Lawton  and  Oklahoma  City,  Okla.;  Kansas  City  and  St 
Louis,  Mo. ;  Galveston,  Tex. ;  and  New  Orleans,  La. 

CHBONOLOGICAL  SUMMABY. 

Reconnoissance  authorized  by  Secretary  April  29,  1912. 

Reconnoissance  begun  June  12,  1912. 

Gauging  stations  established  at  Lake  Law-ton-ka  and  on  Medicine  Bluff  Creek 
in  summer  of  1912,  evaporation  raft  placed  on  Lake  Law-ton-ka  same  summer, 
and  arrangements  made  with  United  States  Geological  Survey  to  make  measure- 
ments of  rainfall  and  evaporation  on  the  reservoir  and  run-off  measurements 
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Of  Medicine  Bluff  Greek.  Two  gauges  were  established,  one  at  Medicine  Bluff 
Greek  at  site  of  diversion  dam  below  where  Little  Medicine  Bluff  Creek  enters 
Medicine  Bluff  Creek  and  one  on  Little  Medicine  Bluff  Creek,  thus  securing 
run-off  consisting  of  flow  of  Little  Medicine  Bluff  Creek  and  overflow  from  the 
reservoir  into  which  Medicine  Bluff  Creek  flows. 

Reconnoissance  investigations  carried  on  by  Mr.  Ernest  McCulloh  during  sum- 
mer of  1912. 

Department  approved  allotment  of  $100,000  on  January  24,  1914,  for  the 
construction  of  this  project  after  certain  conditions  imposed  by  Secretary  Lane 
had  been  complied  with,  these  requiring  the  forming  of  an  acceptable  water 
users'  association,  the  subscribing  of  2,500  acres  of  irrigable  land  in  a  compact 
body,  a  part  of  this  area,  if  possible,  to  be  in  public  land  or  Indian  land,  and 
agreement  for  division  of  holdings  into  small  farm& 

IBBIGATION  PLAN. 

The  irrigation  plan  for  the  Lawton  project  provides  for  the  storage  of  the 
water  of  Medicine  Bluff  Creek  in  the  Lawton  Reservoir,  or  Lake  Law-ton-ka, 
the  top  20-foot  capacity  of  which  has  been  donated  to  the  Government  by  the 
town  of  Lawton  for  this  use,  and  the  direct  diversion  of  the  water  of  Little 
Medicine  Bluff  Creek,  a  diversion  dam  in  Medicine  Bluff  Creek  and  distribution 
of  the  water  through  a  canal  approximately  10  miles  long,  Irrigating  about  2,500 
acres  in  the  vicinity  of  I^awton,  Okla.  The  area  to  be  irrigated  has  not  been 
definitely  selected  at  this  time,  but  will  be  adjacent  to  and  include  about  000 
acres  of  Indian  land  north  of  Lawton. 

FINANCIAL  STATEMENT. 
A88et8,  liaWitie8,  reserves,  and  capital,  Lawton  profeet^  to  June  SO,  19H, 

ASSETS. 

Construction  work  in  process  (gross  expenditures  for  construction  of 
project  to  date) $450.66 

UABILITIES. 

Net  investment  (disbursements) 450.66 

Functional  feature  cost  of  Lawton  project  to  June  SO,  19H. 

Miscellaneous  preliminary  investigations $450. 65 

Estimated  cost  of  contemplated  work,  Lawton  project,  during  fiscal  year  1915. 

Development  (storage)  works $5,000.00 

Carriage  system: 

Diversion  dam  and  structures $10,000.00 

Main  canal  and  structures 79, 549. 35 

Inventories 2, 000. 00 

91, 549. 35 

Farm-unit  subdivisions 3, 000. 00 

Total 99, 649. 35 
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JoHW  T.  Whistler,  engineer  central  Oregon  iBvestigations,  Portland,  Oreg.; 
L.  F.  Habza,  project  manager,  Columbia  River  power  project.  The  Dalles, 
Oreg. 

Deschutes  Basin, — The  field  work  for  1918  was  confined  entirely 
to  investigations  of  Deschutes  Basin  above  Crooked  River.  Three 
plane-table  parties  and  land-classification  men  were  in  the  field  until 
winter  on  canal-line  alternatives,  land  classification,  and  sketched 
topography  of  irrigable  land.  * 

A  test-bioring  ps^y,  with  one  diamond  drill  and  one  Calyx  shot 
drill,  was  in  the  field  until  late  in  the  fall  on  alternative  dam  sites 
for  Benham  Falls  Reservoir  in  townships  19,  20,  21,  and  22  south, 
ranges  9, 10,  and  11  east,  Willamette  meridian.  Continuous  bedrock 
was  not  encountered  at  any  of  the  sites,  but  it  is  believed  a  satisfac- 
tory foundation  exists  for  the  comparatively  low  earth  dam  of  ap- 
proximately 65  feet  that  will  be  required  to  store  the  entire  available 
run-off  of  Deschutes  River. 

The  total  irrigable  area  was  reduced  to  about  165,000  acres,  some 
of  which,  at  least,  may  be  considered  practicable  to  serve  at  the 
present  time.  The  south  unit  lands  lie  generally  in  townships  15, 
16, 17, 18,  and  19  south,  ranges  13, 14, 15,  and  16  east,  the  diversion  for 
which  would  be  in  township  18  south,  range  11  east.  The  total  area 
is  approximatelv  50,000  acres. 

Tne  West  siae  imit  lands  lie  in  townships  13,  14,  and  15  south, 
ranges  11  and  12  east.  The  diversion  for  this  unit  will  be  in  town- 
ship 16  south,  range  12  east.  The  total  area  of  approximately  20,000 
acres  lies  north  of  the  present  state  Tumalo  project 

The  North  unit  lies  north  of  Crooked  River  and  east  of  Deschutes 
River,  in  townships  9, 10, 11, 12,  and  13  south,  ranges  12, 13,  and  14 
east.  The  total  area  is  approximately  100,000  acres.  The  diversion 
will  be  from  the  same  point  as  for  West  unit,  and  water  will  be 
carried  by  a  canal  18  miles  long  to  Crooked  River,  crossing  in  town- 
ship 14  south,  range  13  east. 

East  side  unit. — A  proposal  was  made  during  the  winter  to  have 
the  Government  take  over  the  North  Canal  unit  of  the  Central  Ore- 
gon Irrigation  Co.,  a  Carey  Act  company,  operating  on  the  east  side 
of  Deschutes  River  and  south  of  Crooked  River,  and  an  appraisal  of 
the  property  was  made  in  May  of  this  year.  During  the  winter  and 
fore  part  of  the  present  year,  plans,  studies,  and  estimates  were  made 
of  the  various  features  of  the  project  and  maps  and  manuscript  pre- 
pared for  a  report  to  be  published  later. 

Supplementary  surveys  are  being  made  this  year  of  Crane  Prairie 
Reservoir  site,  in  townships  20  and  21  south,  ranges  7  and  8  east. 

Malheur  project. — ^A  diamond-drill  party  has  this  season  put  down 
five  holes,  developing  excellent  foundation  at  a  depth  of  from  7  to 
11  feet  for  a  Warm  Springs  Reservoir  site,  Malheur  project,  in  town- 
ships 22  and  23  south,  ranges  36  and  37  east.  Reclassification  of  the 
lands  within  the  reservoir  showing  improvements  has  also  been  made 
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and  levels  run  connecting  the  datum  up  with  United  States  Geologi- 
cal Survey  datum. 

John  Day  project. — A  double  plane  table  party  has  been,  since  the 
fore  part  of  May,  employed  on  topography  survey  of  Clamo  Reser- 
voir site,  in  townships  7,  8,  and  9  south,  ranges  19  and  20  east. 

Columbia  River  power  project. — ^The  Legislature  of  the  State  of 
Oregon,  by  act  of  March  4,  1913  (chapter  374  of  the  Greneral  Laws 
of  Oregon  for  1913),  appropriated  $15,000  for  the  investigation  of 
the  engineering  and  commercial  feasibility  of  a  joower  site  on  the 
Columbia  River  about  4  miles  above  The  Dalles,  Oreg.,  the  location 
being  known  locally  as  Five  Mile  Rapids.  This  fund  was  placed  in 
the  hands  of  an  investigating  committee,  two  to  be  appointed  from 
the  senate  by  the  president  of  that  body,  two  to  be  appointed  from 
the  house  by  the  speaker  of  that  body,  and  the  fifth  member  to  be 
the  State  engineer.  The  committee  as  finally  constituted  is  com- 
posed of  I.  N.  Day  and  J.  C.  Smith,  of  the  senate;  J.  D.  Abbott  and 
Vernon  A.  Forbes,  of  the  House;  and  John  H.  Lewis,  State  engineer. 

By  provision  of  the  bill  this  committee  was  given  authority  to 
enter  mto  contract  with  the  State  of  Washington,  or  the  Federal 
Government,  or  both,  for  joint  conduct  of  the  investigation.  Subse- 
quently, upon  the  invitation  of  the  committee,  the  Secretary  of  the 
Interior  authorized  the  appropriation  of  an  equal  amoimt — $15,000 — 
for  the  investigation,  under  a  contract  to  be  executed  between  £.  G. 
Hopson,  supervising  engineer.  Pacific  district.  United  States  Recla- 
mation Service,  actmg  for  the  United  States,  and  the  power  project 
committee,  acting  for  the  State  of  Oregon.  This  agreement  was 
duly  executed  under  date  of  December  12,  1913,  and  provided  for 
equal  expenditures  by  the  two  parties  to  the  investigation,  the  work 
to  be  carried  out,  however,  through  the  organization  of  the  Reclama- 
tion Service. 

The  work  of  the  investigation  was  commenced  February  1,  1914. 
and  is  still  in  progress.  Topographic  surveys  and  diamond-drill 
borings  have  been  completed  and  oflice  studies  are  in  progress. 

At  the  power  site  under  investigation  the  Columbia  River  has  a 
minimum  flow  of  about  60,000  second-feet,  and  topographic  condi- 
tions warrant  the  development  of  a  head  between  60  and  100  feet, 
depending  upon  relative  economy,  the  head  to  be  reduced  during 
flood  stages  in  any  case  to  about  42  feet.  For  an  intermediate  choice 
of  heads  the  total  contemplated  development  would  thus  be  about 
300,000  horsepower. 

In  addition  to  the  studies  of  the  engineering  feasibility  and  cost  of 
the  power  development,  investigations  are  being  carried  on  to  deter- 
mine the  amount  of  land  which  could  be  irrigated  by  pumping 
within  a  reasonable  transmission  distance  of  the  project,  and  the  cost 
of  putting  water  upon  these  lands.  Investigations  are  also  being 
conducted  to  determine  the  possibility  of  disposing  of  the  power 
which  can  not  be  used  in  pumping  for  irrigation  for  commercial 
uses  in  the  chemical  and  metallurgical  industries. 

FINANCIAL  STATEMENTS. 

The  assets  and  liabilities  are  shown  in  the  financial  statement  for 
the  secondary  projects.  The  costs  are  given  in  the  functional  feature 
cost  report  which  follows  the  above  statement^  and  the  net  invest- 
ment is  given  in  Tables  11  and  12  in  the  appendix. 

^^  Digitized  by  ^^UU^ It: 
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H.  D.  Newell,  project  manager,  Hermiston,  Oreg. 

(For  Results  to  June  SO,  1914,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

County:  Umatilla  and  Morrow. 

Townships :  4  and  5  N..  Rs.  24,  25,  26,  27,  28.  and  29  E.,  Willamette  meridian. 
Railroads:  Oregon-Washington  Railroad  &  Navigation  Co.;  Northern  Pacific. 
Railroad  stations  and  estimated  population  January  1,  1914:  Hermiston,  600; 
Umatilla,  200. 

WATEB  STTPPLY. 

Source  of  water  supply :  Umatilla  River. 
Area  of  drainage  basin :  1,610  square  miles. 

Annual  run-off  in  acre-feet  of  Umatilla  River  at  Yoakum  (1.200  square  miles) 
1903  to  1913:  Maximum,  723,000;  minimum,  250,000;  mean,  512,000. 

AGBICXJIiTUBAIi  AND  CI<IHATIC  CONDITIONa 

Area  for  which  service  is  prepared  to  supply  water,  season  of  1914:  17.500 
acres. 

Area  under  water-right  applications,  season  of  1914 :  13,452  acres. 

Length  of  irrigation  season :  From  March  20  to  October  16 — 210  days. 

Average  elevation  of  irrigable  area :  470  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area :  8.53  Inches ;  1913,  9.80  inches. 

Range  of  temperature  on  Irrigable  area  :  —28°  to  115°  F.  (ordinary  minimum, 
0"  F.). 

Character  of  soli  Irrigable  area:  Sandy  loam  and  volcanic  nsh 

Principal  products:  Alfalfa,  fruits,  berries,  vegetables. 

Principal  markets:  Portland,  Greg.,  and  Spoknne,  Wash. 

LANDS  OPENED  FOB  IBBIGATION. 

Dates  of  public  notices  and  orders :  December  27,  1907 ;  August  3,  1908 ;  No- 
vember 12,  1908;  April  3,  1909;  January  6,  1910  (two)  ;  February  28.  1911 ;  May 
16,  1911;  March  2,  1912;  May  8,  1912;  March  3.  1913;  April  7,  1913;  June  23, 
1913. 

Location  of  lands  opened:  Tps.  4  and  5  N.,  Rs.  28  and  29  E.,  Willamette 
meridian. 

Present  status  of  irrigable  area  opened :  2,482  acres  entered  subject  to  recla- 
mation act ;  116  acres  open  to  entry ;  13,335  acres  private  lands. 

Limit  of  area  of  farm  units:  Public,  40  acres;  private,  160  acres. 
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Duty  of  water :  2.8  acre-feet  per  acre  per  annum  at  the  fttrm. 

Building  charge  per  acre  of  irrigable  land :  $60  and  $70. 

Annual  operation  and  maintenance  charge :  $1.30  per  acre  of  irrigable  land. 

CHBONOLOGICAIi  STmOiABY. 

Reconnoissance  and  preliminary  surveys  begun  in  1903. 
Construction  reconmiended  by  board  of  engineers  October  27»  1906. 
Construction  authorized  by  Secretary  December  4,  1905. 
Diversion  dam  and  feed  canal  completed  August,  1907. 
Cold  Springs  Dam  completed  June,  1906. 
First  irrigation  by  Reclamation  Service,  season  of  1908. 
Construction  of  west  extension  authorized  December  22,  1913. 
Entire  project  (including  west  extension)  62.5  per  cent  completed  June  90, 
1914. 

IKRIGATION  PLAN. 

The  irrigation  plan  of  the  Umatilla  project  provides  for  the  diversion  of 
water  from  the  Umatilla  River  above  Echo,  Oreg.,  through  a  feed  canal  24.5 
miles  long  into  a  storage  reservoir  through  an  outlet  canal ;  from  the  feed  canal 
by  means  of  a  by-pass  connecting  the  feed  and  outlet  canals,  and  from  the  Uma- 
tilla River  by  the  Maxwell  Canal,  heading  near  Butter  Creek,  into  a  distribu- 
tion system  watering  land  in  the  Umatilla  and  Columbia  River  valleys  near 
Hermiston,  Oreg.  In  addition,  some  10,000  acres  bordering  the  Columbia  River 
in  the  vicinity  of  Umatilla  and  Irrigon,  Oreg.,  will  be  watered  by  a  canal  divert- 
ing from  the  Umatilla  River  about  halfway  between  Hermiston  and  Umatilla. 
The  United  States  intends,  for  and  in  connection  with  the  project,  to  use  the 
waste,  seepage,  spring,  and  percolating  water  arising  within  the  same,  and 
asserts  a  right  thereto  by  virtue  of  its  reservation  of  all  unappropriated  waters 
of  the  project  source  of  supply  and  of  its  appropriation  of  said  waters  in 
accordance  with  the  State  law,  heretofore  made  for  the  purpose  of  the  project. 

The  features  which  have  been  completed  are:  The  diversion  works  above 
Echo,  feed  canal,  Cold  Springs  Dam,  by-pass,  diversion  works  for  the  Maxwell 
Canal,  main  distributary,  laterals  for  the  first,  second,  third,  and  fourth  units ; 
also  distributary  for  the  Umatilla  unit  to  which  water  is  being  supplied  on  a 
rental  basis.  Four  drain  ditches  have  been  built.  The  main  construction  work 
in  progress  is  the  building  of  the  main  distributary  for  the  west  extension. 

CONSTBUCTION  DTmiNG  FISCAIi  YEAB. 

Feed  eandl. — Five  thousand  and  fifty  linear  feet  of  3-inch  concrete 
side  lining  were  placed  near  Echo,  and  the  concrete  controlling 
works  were  built  hj  means  of  which  water  could  be  delivered  to  the 
Echo  Flouring  Mill.  Eleven  thousand  eight  hundred  linear  feet 
of  the  canal  south  and  southeast  of  Hermiston  were  protected  by  a 
side  lining  of  2-inch  mortar.  The  total  length  of  full  lining  in  the 
feed  canal  to  June  30,  1914,  was  8,800  linear  feet;  the  total  side  and 
bottom  lining  188  linear  feet ;  and  total  length  of  side  lining,  30,870 
linear  feet. 

Distribution  syaterw. — Seven  thousand  two  hundred  linear  feet 
of  Canal  A  were  protected  by  a  side  lining  of  2-inch  concrete,  and 
570  linear  feet  of  Maxwell  Canal  were  protected  hy  a  side  lining  of 
l^-inch  mortar.  The  foregoing  involved  the  placing  of  450  cubic 
yards  of  material.  During  the  year  800  linear  leet  of  16-inch  cem^it 
pipe  were  laid. 

West  extension. — On  July  10,  1913,  the  Secretary  of  the  Interior 
gave  tentative  approval  of  the  west  extension  by  authorizing  a 
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10,000-acre  unit  conditioned  upon  satisfactory  agreements  being  exe- 
cuted with  the  Oregon  Lana  &  Water  Co.  The  proposed  court 
order  pled^ng  the  aijove  holdings  was  approved  by  the  Secretary 
November  7,  1913.  On  December  22,  1913,  authority  was  receivea 
to  begin  grading  on  the  main  canal.  Advertisements  were  promptly 
issued  for  necessary  equipment  and  the  work  was  begun  earlv  in 
January.  Material  movea  to  date  comprises  160,000  cubic  ;^aras  of 
earth,  24,000  cubic  yards  of  indurated  material,  and  300  cubic  yards 
of  rock.  On  May  28  bids  were  opened  for  the  construction  of  the 
diversion  dam  at  Three  Mile  Falls. 

OPEBATION  AKD  MAINTEKANCB. 

Diversion  of  water  for  the  feed  canal  was  resumed  November  5, 
1913,  and  was  continued  to  May  19,  1914,  65,900  acre-feet  being  di- 
verted from  the  river,  and  47,600  acre-feet  reaching  the  reservoir. 
Storage  of  49,800  acre-feet  was  reached  on  March  20.  After  that 
date  it  was  the  endeavor  to  divert  onlv  enough  water  to  make  up 
for  the  draft  and  losses.  The  available  storage  on  June  30.  1914, 
was  33,850  acre-feet.  Delivery  of  water  through  the  distribution 
system  began  on  March  16,  and  the  total  discharge  from  the  reser- 
voir up  to  June  30  was  23,600  acre- feet.  Delivery  of  water  through 
the  Maxwell  Canal  began  on  March  16,  the  total  diversion  to  June 
30  amounting  to  11,800  acre-feet.  The  area  of  irrigable  holdings 
during  the  present  season  is  estimated  to  be  10,000  acres,  the  area 
actuaUy  irrigated  at  5,500  acres. 

HUtorioal  review,  UmatUla  project. 


Item. 


1900 


1010 


1011 


1012 


1013 


t014> 


Acraaee  for  which  aaryioe  was  praparad  to 

supply  water 

AcTMge  Irrigated , 

Miles  of  cenalopflRated 

Water  diverted  (acre-feet) 

Water  delivered  to  land  (acre-feet) 

Per  acra  of  land  irrigated  (acre-feet) 


11,826 

90 

07,000 

16,000. 

8.0 


16,270 
2,500 
112 
60,400 
25,600 
10.2 


17,252 
3,500 

112 
78,000 
34,100 

0.7 


17,262 
4,600 

112 
90,000 
38,000 

8.2 


18,300 
6,000 
112 
81,500 
42.260 
8.46 


17,687 
6,500 

112 
70,000 
46,750 

8.6 


1  Estimated. 


SETTLEMENT. 


The  total  population  of  the  project  in  1913  was  1,340,  about  600 
living  within  the  corporate  limits  of  the  city  of  Hermiston.  Settle- 
ment has  advanced  slowly.  There  are  7  tracts  of  public  land  in  the 
second  unit,  totaling  116  acres,  open  to  homestead  entry.  One  tract 
of  Northern  Pacific  land,  totaling  34  acres,  is  not  covered  by  water- 
right  application.  There  has  been  little  or  no  progress  in  the  sale 
of  Maxwell  land. 
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Settlement  data,  Umatilla  project. 


Item. 


1912 


1913 


1914 


1.  Total  number  of  fanns  on  project 

2.  Population  of  (1) 

3.  Number  of  irrigated  farms 

4.  Operated  by  owners  or  managers 

5.  Operated  by  tenants 

0.  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

9.  Total  population  in  towns  and  on  farms  (sum  of  (2)  and  (8) ) . 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Numl^er  of  banks 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  number  of  depositors 

16.  Number  of  relinqulshmeiits 

17.  Number  of  cancellations 


295 

245 

50 

639 

1 

600 

1,239 

2 

4 

1 

125,000 

$100,000 

600 

24 

3 


1438 

740 

311 

212 

99 

740 

1 

600 

1,340 

2 

4 

1 

S25,000 

$100,000 

600 

37 

29 


*440 
800 
3J0 
220 

100 

740 

1 

600 

1,400 

2 

4 

1 

$25,000 

$100,000 

600 

37 


1  Number  of  water  users. 


SOIL  EXAMINATION& 


In  the  early  fall  of  1913  an  examination  of  soil  co^ditions  was 
made  by  Messrs.  Byron  Hunter,  Office  of  Farm  Management ;  R.  W- 
AUen,  superintendent  Umatilla  Experiment  Farm;  and  S.  O.  Jayne, 
Office  of  Exj^eriment  Stations.  They  reported  the  soils  of  the 
project  to  be  generally  coarse  in  texture,  also  deficient  in  nitrogen 
and  organic  matter,  and  expressed  the  opinion  that  "it  is  exceed- 
ingly doubtful  if  farming  can  be  made  successful  on  approximately 
half  the  project,  namely,  that  part  with  a  loose,  open  subsoil,  where 
deep  percolation  takes  place  freely." 

In  the  late  spring  of  1914  Mr.  Charles  D.  Mahaffie  made  an  exam- 
ination of  the  project  for  the  Oregon  Conservation  Commission. 
Mr.  Mahaffie's  findings  were  that  the  soil  required  building  up,  but 
when  this  was  done  and  the  soil  and  water  were  intelligently  han- 
dled the  results  were  good. 

Other  soil  examinations  have  been  made  by  Mr.  A.  T.  Strahom 
for  the  Department  of  Agriculture,  by  Mr.  M.  M.  McCool  for  the 
Oregon  Agricultural  College,  ancl  a  general  examination  by  Mr. 
J.  N".  Brewer  for  the  Oregon  Immigration  Bureau.  The  results  of 
none  of  these  three  investigations  are  yet  available. 

Experience  on  some  of  the  sandy  soils  of  the  project  shows 
that  good  results  are  obtained  when  the  soil  has  been  built  up  by 
plowing  under  alfalfa,  vetch,  or  similar  growths,  or  by  adding 
stable  manure,  supplemented  by  proper  methods  of  cultivation  and 
irrigation.  Experience  has  furtner  demonstrated  the  importance 
of  frequent  shallow  irrigation,  using  large  heads  of  water. 

PBINCIPAIi  CROPS. 

During  1913  approximately  5,000  acres  were  irrigated  and  3,00^) 
acres  cropped,  the  diflFerence  being  mainly  young  orchard.  The  total 
value  of  crops  was  $84,000,  as  compared  with  $77,000  in  1912.  The 
year  was  for  the  most  part  favorable  for  all  crops,  but  the  most 
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promising  showing  was  with  com.  Some  damage  was  done  to  tlie 
early  frmts  bv  frosts,  and  yoimg  orchards  were  considerably  dam- 
aged by  grasshoppers. 

The  agricultural  situation  for  1914  is  little  different  from  the 
preceding  year.  Late  frosts  injured  the  fruit  crop  and  the  young 
orchards,  and  new  seedings  of  alfalfa  are  being  severely  damaged 
by  the  depredations  of  grasshoppers  and  rabbits.  The  alfalfa  yield 
will  be  a  little  short,  but  all  other  crops  are  promising. 

Crop  report,  Umatilla  project,  year  of  191S. 


Area, 
acres. 

Unit  of 
yield. 

Yields. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

^uSlVftbftY.. 

2,«} 

Ton 

Pound.. 
...do 

Ton..... 
...do.... 

Bushel  . 

Ton 

Pound.. 
...do.... 
...do.... 

8,010 

1,800 

4,320 

119 

34 

1,088 

212 

139,000 

22,141 

38,820 

3.96 

163.60 

72a  00 

13.20 

1.70 

19.43 

2L79 

10,692.00 

615.00 

426.60 

18.00 
.04 
.05 

laoo 

7.35 
.84 

3.75 
.075 
.00 
.02 

164,080 

72 

216 

1,170 

250 

914 

795 

1,042 

1,993 

776 

2,835 

228 

218 

3,297 

1,368 

4,824 

31.66 

Apples...' 

6.50 

Aprioota. 

6 

36.00 

Artichokes 

9 

20 
66 
76 
13 
36 
91 
69 
42 

3 
496 
87 
83 
79 

132.00 

doyerhay 

12L50 

Corn,  Indian 

16.32 

Com  fodder 

ia45 

Watermelons 

8a  15 

Fruit,  small 

55.33 

Grapes 

8.53 

Oaraen.         

48.05 

Hay,  except  above 

Ton 

Bushel.. 

38 
436 

.90 
145.30 

6.00 
.50 

5.43 

Onions .-  ...... 

72.67 

Pasture. 

6.65 

Peacheo 

Pound.. 
Bushel.. 

62,200 
7,538 

715.00 
90.80 

.022 
.64 

15,72 

Potatoes 

58.12 

Less  duplicated  areas 

" 

Total 

3,033 

84,078  1          27.72 



JxTicatod,  no  crop: 

1,441 
296 
682 
240 
698 

1 

1 

' 

Rye.r. 

IfWllnn^^ff 

Less  duplicated  areas 

■ 

Total 

1,961 
4,994 

1                                1 

Totailnigated 

1 1    1 

Areas. 


Number 

of 
farms. 


Total  farigable  area  farms  reported . 

Total  irri^ted  area  farms  reported . 
Under  water-right  applications, 

Under  rental  contracts 

Experiment  station , 

Total  cropped  area  farms  reported., 


311 

311 

306 

4 

1 
267 
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FINANCIAL  STATEMENTS. 
Assets,  liabilities,  reserves,  and  capital,  Umatilla  project,  to  June  SO,  19H, 

ASSETS. 

Accounts  receivable: 

Uncollected  miscellaneous  items $244. 22 

Construction  charges  due  and  uncollected  from 
water-right  applicants 150, 149. 88 

Operation  and  maintenance  charges  due  and  un- 
collected from  water-right  applicants 23, 102. 74 


Total $173, 496. 84 

Inventories : 

Animals 2, 875. 00 

Mechanical  and  other  equipment 39,415.94 

Supplies  and  materials  on  hand  in  storehouses.        6, 878. 71 
Unadjusted  transfers  between  projects 783.46 


Total 49, 953, 11 

Construction  work  in  process: 

Gross  expenditures  for  construction  of  project 

to  date 1,536,767.29 

Less  revenue  earned  during  construction,  as 
follows : 

Rentals  of  cottages $3, 561. 25 

Rentals  of  grazing  lands 12,418.44 

Miscellaneous  revenues 10,060.00 

Loss  on  mess  houses *418. 81 

Profits  on  mercantile  stores 7. 75 

Profits  on  hospitals 896.66 

Adjustments — 

Depreciation  on  plant  and  equip- 
ment     4, 203. 30 

Profits    shown    on    Government 

animals 7, 279. 39 


Total  deductions 38, 007. 98 


Net  expenditures  for  construction  of  project  to  date 1, 498, 759. 31 

Deferred  operation  and  maintenance  charges 98, 927. 22 

Total  assets 1,821,136.48 

LIABILITIES,   RESEBVES,  AND  CAPITAL. 

Accounts  payable: 

Unpaid  labor 9. 404. 36 

Unpaid  purchases 10, 569. 03 

Unpaid  freight  and  express  charges 5,233.33 

Unpaid  passenger  fares 88.40 

Total 25, 295. 12 

Reserves  for  repayment  to  reclamation  fund  of  cost 
of  project: 

Construction  charges  accrued  on  contracts  with 

water-right  applicants 307, 642. 72 

Construction  charges  paid  In  advance  by  water- 
right  applicants 28, 460. 10 

Construction    charges    paid    and    forfeited    by 
water-right  applicants 1,371.22 

Total 337, 474. 04 

1  Deduct. 
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Net  investment: 

Disbursements $1, 798, 817. 03 

Transfers   received    from    ottier 

projects 68, 241. 24 

$1,862,059. 17 

Ctollectlons 308, 562. 78 

Transfers    issued    to    other 

projects 86, 139. 07 

393,091.85 


Total $1, 458, 367. 32 


Total  liabilities,  reserves,  and  capital  investment  of 
the  Government 1, 821, 136. 48 

Functional  feature  costs  of  Umatilla  project  to  June  SO,  1914. 

Development   (storage)   works $773,608.17 

Distribution    system__ 541, 313. 49 

Drainage  and  flood  protection  system 54,839.96 

Heal  estate 50, 128. 98 

Miscellaneous  preliminary  investigations 116,876.69 

Gross  expenditures  for  construction  of  project  to  date 1, 536, 767. 29 

Operating  revenues  and  expenses,  Umatilla  project,  to  June  SO,  19H. 

EXPENSES. 

Development  (storage)  works: 

Operation |38, 340. 39 

Maintenance 35, 122. 81 

Distribution  system: 

Operation 30, 150. 75 

Maintenance 76, 682. 24 

Drainage  and  flood-protection  system  (maintenance) 4,131.47 

Total 184, 427. 66 


BEVENXTES. 

Operation  and  maintenance  charges  accrued  on  contracts  with 

water-right  applicants 74, 871. 73 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 6, 563. 38 

Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right  applicants 390. 53 

Bentals  of  irrigation  water 3, 597. 17 

Miscellaneous  revenues 77. 63 

Deferred  operation  and  maintenance  revenue  (carried  to  debit  side 
of  assets  and  liabilities  statement) 98, 927. 22 

Total 184, 427. 66 

Estimated  cost  of  contemplated  work,  Umatilla  project,  during  fiscal  year  1915, 

Development  (storage)  works: 

West  extension,  Three  Mile  Falls  diversion  dam  (now 
under  construction) — 

Contract  price |31, 865 

Add  for  cement 7, 500 

Add  for  steel  reinforcement 800 

Bxtra  work,  contingencies 1,835 

$42,000.00 
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Distribution  system: 

First,  second,  third,  and  fourth  units — 

Pipe  lines,  16-lnch  and  20-inch  cement  pipe $8, 000 

Laterals,  cement  lined 7,000 

West  extension — 

Main  canal  excavation,  150,000  cubic  yards,  at 

22  cents 33, 000 

Concrete  lining,  16,500  cubic  yards,  at  $8 132,000 

Three  spillways 10, 000 

Fencing  and  seeding  right  of  way 7, 500 

Telephone  line 1,500 

Laterals  and  turnouts 7,000 

General  expense 24,000 

$290,000.00 

Real  estate: 

Buildings--Offlce  building,  Hermiston 6, 000 

Water-right  adjudication 2, 000 

8,000.00 

Operation  and  maintenance  under  public  notice 31,000.00 

Total 311, 000. 00 
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J.  G.  Camp,  project  manager,  Klamath  Falls,  Oreg. 
(For  Results  to  June  30, 1914,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

Counties :  Klamath,  Oreg. ;  Siskiyou  and  Modoc,  Cal. 

Townships:  38  to  41  S.,  Rs.  8  to  14  £.,  Willamette  meridian;  46  to  48  N., 
Rs.  1  to  8  K,  Mount  Diablo  meridian. 

Railroad:  California  Northeastern. 

Railroad  stations  and  estimated  population,  January  1,  1913 :  Klamath  Falls, 
5,000;  Midland,  100;  and  Ady,  Oreg. 

WATEB  SUPPLY. 

Source  of  water  supply :  Upper  Klamath  Lake  and  Clear  Lake. 

Area  of  drainage  basin :  3,700  square  milea 

Annual  run-olf  in  acre-feet,  1904  to  1913:  Link  River  at  Klamath  Falls — 
Maximum,  2,530,000;  minimum,  1,450,000;  mean,  1,770,000.  Lost  River  and 
Willow  Creek  at  Clear  Lake— Maximum,  256,000;  minimum,  35,000;  meaji, 
125,000.  Lost  River  at  Olene  and  Merrill—Maximum,  475,000 ;  minimum,  15,000 ; 
mean,  265,000. 

AQBICULTUKAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  the  service  is  prepared  to  supply  water,  season  of  1914: 
35,400. 

Area  under  water-right  applications  and  rental  contracts,  season  of  1914: 
26,48& 

l>ength  of  irrigation  season :  From  May  1  to  September  30 — ^153  days. 

Average  elevation  of  irrigable  area :  4,100  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area:  9  years,  14.2  inches;  1913,  15.6 
inches.    Relatively  wet  year. 

Range  of  temperature  on  irrigable  area  :  —10'  to  100"  F. 

Character  of  soil  of  Irrigable  area :  Disintegrated  basalt,  volcanic  ash,  and 
diatomaceous  earth,  being  largely  classified  as  Yakima  sandy  loam. 

Principal  products:  Alfalfa,  hay,  grain,  and  vegetables;  stock,  poultry,  and 
dairy  products. 

Principal  markets :  Portland,  Oreg. ;  Sacramento  and  San  Francisco,  Cal. 

LANDS  OPEN  FOB  IBRIGATION. 

Dates  of  public  notices:  November  IS  and  Deceml>er  7,  1908;  August  24, 
1909;  June  9,  1910;  June  23  and  March  23,  1914. 

I.KX»tlon  of  lands  opened :  T.  38  S.,  R.  9  K ;  39  S.,  Rs.  8  to  10  R ;  40  S.,  Rs. 
9  to  11  E. ;  41  S.«  Rs.  10  to  12  E.,  Willamette  meridian,  and  48  N.,  R.  5  E., 
Mount  Diablo  meridian. 

Present  statuts  of  irrigable  lands  opened:  44  acres  entered  subject  to  the 
reclamation  act ;  23  acres  open  to  entry ;  29,600  acres  in  private  ownership. 

Limit  of  area  of  farm  units :  160  acres. 

Duty  of  water,  1.8  acre-feet  per  acre  per  annum  at  the  farm. 

Buidling  charge  per  acre  of  irrigable  land,  $30. 

Annual  operaticm  and  maintenance  charge,  75  cents  per  acre  of  irrigable  land. 

CHBONOLOGICAL  SUKMABY. 

Reconnoissance  made  in  October  and  November,  1903. 

Preliminary  surveys  begun  in  1904. 

Construction  recommended  by  a  board  of  engineers  May  1, 1905. 

Construction  authorized  by  Secretary  May  15,  1905. 

Main  canal  completed  August,  1907. 

First  irrigation  by  Reclamation  Service  season  of  1907. 

Keno  Canal  completed  October,  1908. 

South  Branch  Canal  completed  March,  1909. 
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Clear  Lake  Dam  completed  January,  1910. 

Lost  River  Diversion  Dam  completed  June,  1912. 

EMtlre  project  37  per  cent  completed  June  30,  1914. 

IBBIGATION  PLAN. 

The  irrigation  plan  of  the  Klamath  project,  involves  the  utilisation  of  Clear 
Lake  and  Upper  Klamath  Lake  as  storage  reservoirs.  The  storage  in  Clear 
Lake,  with  the  aid  of  the  Lost  River  diversion  works,  recently  completed,  com- 
bined with  evaporation  from  Tule  Lake  during  the  next  few  years,  is  expected 
to  reclaim  35,000  acres  of  land  now  submerged  under  the  northerly  portion  of 
Tule  Lake.  Of  the  35,400  acres  of  land  for  which  the  service  can  now  supply 
water  approximately  28,000  acres  He  in  Oregon  in  a  narrow  strip  extending  30 
miles  in  a  southeasterly  direction  from  Klamath  Falls  to  the  California  line,  and 
receive  water  from  the  Upper  Klamath  Lake  through  the  Main,  South  Branch, 
and  Adams  Canal  system.  Six  thousand  five  hundred  acres  are  in  the  second 
unit,  and  receive  water  from  the  North  and  South  Poe  Valley,  Nuss  Lake,  and 
Griffith  laterals,  construction  of  which  was  completed  in  1913.  The  Griffith 
lateral  receives  its  water  supply  from  Lost  River. 

In  addition,  about  600  acres  of  land  fringing  the  northerly  edge  of  Tule  Lake 
unit  are  being  cultivated  under  rental  arrangements,  and  receive  water  from 
the  Adams  Canal.  Water  is  also  diverted  from  the  Upper  Klamath  Lake  on 
the  west  side  of  Link  River  near  Klamath  Falls  through  the  Keno  power  canal, 
a  little  over  a  mile  in  length.  It  is  the  intention  ultimately  to  utilize  the 
surplus  water  in  tliis  canal  to  furnish  power  for  pumping  water,  or  other 
purposes.  The  United  States  intaids,  for  and  in  connection  with  the  project,  to 
use  the  waste,  seepage^  spring,  and  percolating  water  arising  within  the  same 
and  asserts  a  right  thereto  by  virtue  of  its  reservation  of  all  unappropriated 
waters  of  the  project  source  of  supply  and  of  its  appropriation  of  said  waters 
in  accordance  with  the  State  law  heretofore  made  for  the  purposes  of  the 
project. 

Features  remaining  for  future  attention  are  the  development  of  the  Tnle 
Lake  unit  and  extensive  drainage  of  the  first  and  second  unit  lands.  In  the 
case  of  the  former  it  is  quite  probable  that  several  years  will  elapse  before  a 
sufficiently  large  body  of  land  will  be  uncovered  by  evaporation  to  JnstUCr 
extensive  building  operations. 

CONSTBUCnOK  DXTBINa  FISCAL  YEAB. 

Second  unit  Idterals. — The  earthwork  contract  for  the  second  unit 
was  completed  on  August  15,  1913.  All  structures  were  built  by 
Government  forces  and  the  work  was  practically  completed  by 
November  1,  1913. 

Griffith  lateral  extension. — In  the  spring  of  1918  the  Griffith  lat- 
eral was  extended  for  a  distance  of  5  miles,  thus  bringing  under  irri- 
gation 565  additional  acres  and  making  the  total  irrigable  area  in 
the  second  unit  approximated  6,600  acres.  The  excavation  moved 
amounted  to  15,000  cubic  yards. 

Adams  Canal  erUar^ement — ^The  Adams  Canal  having  been  found 
inadequate  for  carrying  the  required  quantity  of  water,  work  of 
enlarging  it  was  begun  m  the  fall  of  1913  and  was  completed  before 
the  beginning  of  the  1914  irrigation  season.  This  work  was  divided 
into  small  scnedules,  each  about  4,000  feet  long  and  averaging  4,300 
cubic  yards,  grouped  into  small  contracts,  the  total  yardage  moved 
amounting  to  120,000  cubic  yards.  Several  schedules  involving  rock 
work  and  wet  portions  of  tne  canal  were  reserved  for  Government 
forces.  Fourteen  concrete  checks,  23  bridges,  and  1  concrete  culvert 
were  built  as  necessary  adjuncts  to  the  system. 

DBAINAQR 

During  the  fiscal  year  somewhat  extensive  investigations  of  the 
drainage  conditions  of  the  project  have  been  carried  on.     These 
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studies  and  investigations  show  that  there  has  been  a  general  rise 
of  the  water  table  since  irrigation  was  begun.  This  has  resulted 
in  a  decrease  in  the  productiveness  of  the  soils,  especially  for  deep- 
rooted  crops.  In  many  cases  lands  which  formerly  produced  good 
yields  of  alfalfa  are  now  suitable  only  for  the  more  shallow-rooted 
crops.  The  cause  of  this  condition  is  due  in  part  to  excess  applica- 
tion of  water  to  the  soils  and  in  part  to  unavoidable  losses  from 
canals  and  laterals. 

During  the  jSscal  year  one  half-yard  drag-line  excavator  was  oper- 
ated jjractically  continuously  on  drainage  work.  The  A  and  B  drains, 
5.6  miles  in  length,  were  constructed  in  the  vicinity  of  Merrill,  and 
intercepting  drains,  1.6  miles  in  length,  were  constructed  below  the 
Adams  Canal.  The  amount  of  material  moved  was  approximately 
83,000  cubic  yards.  In  May,  1914,  an  aditional  1-yard  drag-line 
excavator  was  put  to  work  in  deepening  the  main  drain  in  the 
Klamath  Valley. 

The  results  of  the  studies  and  construction  work  carried  on  during 
the  fiscal  year  show  that  a  comprehensive  system  of  drains  is  neces- 
sary in  order  to  protect  the  lands  from  injury  by  becoming  water- 
logged. It  has  been  found  also  that  drains  to  be  effective  must  be 
relatively  deep  in  order  to  provide  an  outlet  for  the  water  which 
travels  through  the  permeable  material  and  over  the  more  or  less 
impervious  hardpan.  This  hardpan  underlies  most  of  the  irrigable 
area,  frequently  at  shallow  deptns,  and  is  irregular  as  to  contour. 
It  consequently  forms  barriers,  preventing  the  free  percolation  of 
groimd  water  to  natural  outlets. 

The  result  so  far  obtained  indicates  that  for  complete  protection 
of  the  lands  drainage  works  must  be  supplemented  by  a  careful  use 
of  water.  On  account  of  the  shallow  nature  of  the  soil  over  a  large 
portion  of  the  project  the  lands  are  capable  of  retaining  but  a  small 
quantity  of  water,  and  any  excess  applied  to  them  quickly  raises  the 
water  table  to  a  point  dangerous  to  successful  crop  production.  Sur- 
face waste  flowing  from  higher  to  lower  areas  is  also  a  serious  detri- 
ment to  many  of  the  lands  of  the  project.  Plans  for  a  comprehen- 
sive system  of  main  outlets  for  drainage  of  the  lands  of  the  project 
have  been  made,  and  detailed  plans  for  lateral  systems  to  connect 
with  these  main  outlets  are  now  under  way.  Negotiations  have  been 
entered  into  with  the  settlers  through  the  Water  Users'  Association 
for  the  providing  of  funds  for  this  work.  As  a  rule  the  farmers 
whose  lands  are  suffering  on  account  of  excess  water  in  them  are 
in  favor  of  drainage,  others  whose  lands  have  not  yet  been  seriously 
affected  are  not  favorable  to  the  project,  as  a  whole,  assuming  the 
obligations  of  payment  for  drainage  work. 

OFEBATION  AND  MAINTENANCE. 

Precipitation  in  1913  was  above  the  average,  rain  falling  during 
each  month  of  the  year.  The  total  diversion  of  irrigation  water 
from  the  Upper  Klamath  Lake  amounted  to  only  38,W0  acre-feet, 
as  compareci  with  42,000  for  the  previous  year. 

The  average  water  duty  for  the  season  was  2  acre- feet  per  acre  at 
the  head  gate,  with  42  per  cent  seepage  losses  in  the  canal  and 
lateral  systems.  The  Keno  Canal  was  operated  as  usual.  Storage  in 
Clear  Lake  on  June  30,  1914,  amounted  to  348,000  acre-feet,  an 
increase  of  96,800  acre-feet  over  the  preceding  year. 
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Maintenance  work  comprised  the  usual  strengthening  and  raising 
of  lateral  banks,  together  with  the  installation  of  vitrified  and  cor- 
rugated pipe  when  found  to  be  needed.  Several  wooden  structures 
on  the  lateral  system  of  the  first  unit  were  replaced  with  concrete. 
About  1,500  linear  feet  of  the  lined  section  of  the  South  Branch 
Canal  were  repaired. 

Historical  review,  Klamath  project. 


Item. 


1900 


1910 


1911 


1912 


1913 


Acreage  for  which  sen^ice  was  prepared  to  supply 

water 

Area  irrigatCKl 

Number  of  farms  irrigated 

Miles  of  canals  operated 

Water  diverted  (acre-feet) 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  irrigated  (acre-feet ) 


30,932 

21,000 

243 

123 

42,097 

24,000 

1.30 


30,400 
» 27,108 
354 
132 
42,000 
23,703 


30,106 

23,869 

384 

132 

45,600 

29,449 

1.23 


30,003 

23,834 

405 

132 

42,100 

23,619 

1.13 


29,700 

18,928 

325 

132 

38,000 

22,160 

1.17 


35,400 


178 


1  The  27,108  acres  reported  includes  all  lands  for  which  water-right  applications  had  been  made.    Hach 
of  this,  however,  was  not  irrigated. 

SETTLEMENT. 

Little  change  has  taken  place  in  settlement  conditions  on  the  proj- 
ect during  the  past  year  and  the  population  on  the  farms  has  re- 
mained practically  as  it  was  in  1913.  Two  nationalities,  Russian 
and  Japanese,  are  now  represented  on  the  project  lands,  each  by 
possibly  a  dozen  men.  Meetings  have  been  held  from  time  to  time  at 
various  points  on  the  project  and  desultory  attempts  made  to  perfect 
cooperative  organizations  for  the  marketing  of  crops  and  the  han- 
dling of  cream  products. 

Settlement  data,  Klamath  project. 


Item. 


1912 


1913 


1914 


1.  Total  number  of  farms  on  project 

2.  Popniation  of  ( 1) 

3.  Nnmber  of  Irri^ted  farms 

4.  Operated  by  owners  or  managers 

6.  Operated  by  tenants 

6.  Popniation  of  (3) 

7.  Number  of  towns 

8.  Populat Ion  of  ( 7) 

9.  Total  population  in  towns  and  on  farms  (sum  of  (2)  and  (8)) 

10.  Number  of  public  schools 

11 .  Number  of  churches 

12.  Number  of  banks 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

16.  Total  number  of  depositors 

1  Figures  not  at  hand;  substantially  as  in  1914. 


430 
1,100 
405 
365 
40 
1,028 

5,290 

6,395 

16 

9 

4 

t276,000 


350 

1,125 

325 

259 

66 

1,050 

5,300 

6,425 

16 

9 

3 

$175,000 


371 

1,375 

333 

250 

S3 

1,300 

4,.'ino 

5,875 

18 

9 

3 

S175,000 

tl,000,000 

2,600 


PRINCIPAL  CROPS. 

The  principal  crops  on  the  project  are  alfalfa,  barley,  wheat,  oats, 
potatoes.  Of  these  alfalfa  alone  showed  an  increase  in  produc- 
tion in  1913  over  1912,  amounting  to  12  per  cent.  The  production 
of  barley  decreased  26  per  cent;  wheat,  62  per  cent;  oats,  29  per 
cent ;  and  potatoes,  55  per  cent.  Greatly  increased  areas  have  been 
seeded  to  wheat  and  oats  in  1914,  whereas  the  acreage  in  barley, 
alfalfa,  and  potatoes  is  less.  It  is  difficult  now  to  predict  the  season's 
yield,  as  a  heavy  frost  occurred  late  in  June  and  did  considerable 
damage,  especially  in  certain  localities,  to  the  growing  crops,  par- 
ticularly the  grain  and  potatoes. 
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The  following  table  shows  the  crop  results  under  irrigation  from 
the  Government  system  during  1913.  In  comparison  with  this  is 
the  second  table,  showing  simflar  figures  for  crops  ^own  without 
irrigation  on  lands  within  the  irrigable  area  of  the  project : 

Crop  report,  irrigated  lands,  Klamath  project,  year  of  191S. 


Area, 
acres. 

Unit  Of 
yield. 

Yield. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

Al&lAi 

8,399 
1,600 

360 
3,972 

583 

1,601 

8 

212 

Ton 

Ton 

Ton 

Bushel. . 
Bushel.. 
Bushel.. 
Bushel.. 
Bushel 

18,465 

2,347 

674 

115,074 

9,225 

50,580 

120 

20,863 

2.2 
1.6 
1.9 

29 

15.8 

37.2 

15 

9&4 

18.00 
8.00 

laoo 

.50 
.75 
.30 
.50 
.50 

1147,720 
18,776 

6,740 
57,537 

6,919 

17,877 

60 

10,432 

5,200 
16.928 

117  63 

Hay,  erain 

11  73 

Hay,  timothy 

19  26 

14.52 

Wheat 

11  80 

Oats 

11.16 

Rvc 

7  50 

PotatocB. . . 

49  20 

Garden 

87 
2,116 

60  00 

Pasture 

8.00 

Total  Irrigated  and  cropped . 

18,928 

288,189 

16.22 

Areas. 

Acres. 

Number 
of  farms. 

Total  trrij^hle  area  farms  reported 

Total  irrii;ated  area  fiurms  reported 

Under  water-rif:ht  application 

22,580 
18,928 
18,677 
251 
18,928 

283 

283 

and  veatfid  riirhts. 

280 

Under  rental  rontractis 

3 

Total  cropped  area  liarms  reported . 

283 

Crop  report,  unirrigated  lands, 

Klamath  project,  year  of  191S. 

Area, 
acres. 

Unit  of 
yield. 

Yields. 

Vahies. 

Crop. 

TotaL 

per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

.\UUfa 

227 

621 

1,146 

283 

671 

21 

196 

7 

2,070 

Ton 

Ton 

Biuhel.. 
Bushel.. 
Bushel.. 
Bushel.. 
Bushel.. 

538 

766 

28,628 

4,155 

322 
19,254 

2.4 

1.2 
25 
14.7 
19.1 
15.3 
97.2 

18.00 
8.00 
.50 
.75 
.30 
.50 
.50 

$4,304 
6,128 
14,314 
3,116 
5,866 
161 
9,627 
400 
6,210 

$19.00 

Grain,  hay 

0.86 

Barley...: 

12.50 

Wheat 

11.00 

Oats 

8.76 

Rye 

7.65 

Potatoes 

48.62 

Garden 

67.14 

3.00 

3.00 

Total  cropped ...x.  .x.x... 

5,244 

50,128 

9.66 

PUBLIC  NOTICE  DATED  MABCH  23,  1014. 

Whereas  under  the  provisions  of  the  public  notices  and  orders  here- 
tofore issued  in  pursuance  of  the  reclamation  act  of  June  17, 1902  (32 
Stat.,  388),  and  acts  amendatory  thereof  and  supplementary  thereto, 
the  charges  for  building,  operation,  and  maintenance  against  private 
lands  under  the  Klamath  project,  Oregon-California,  have  accrued 
and  accumulated  to  such  an  extent  that  a  considerable  proportion  of 
such  lands  thereunder  are  not  being  reclaimed  and  cultivated ;  and 

Whereas  it  is  desirable  that  the  said  lands  shall  be  cultivated  and 
reclaimed  at  the  earliest  practicable  date: 

Now,  therefore,  in  pursuance  of  the  provisions  of  the  reclamation 
law,  and  in  particular  of  the  act  of  Congress  approved  February  13, 
1911  (36  Stat,  902),  public  notice  is  hereby  issued  as  follows: 
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1.  All  water-right  applications  filed  in  the  year  1914  for  private 
lands  under  the  Klamath  project  shall  be  accompanied  bv  the  por- 
tions of  installments  for  operation  and  maintenance  whicn  have  ac- 
crued against  the  said  lands,  and  the  first  full  installment  on  account 
of  the  charges  for  building  and  maintenance,  $3.75  per  irrigable  acre, 
shall  be  due  on  May  1,  1914.  The  subsequent  installments  of  the 
charges  for  building  and  the  appropriate  charge  for  operation  and 
maintenance  shall  be  due  on  May  1  of  each  succeeding  year  until  fully 
paid. 

2.  Nothing  herein  contained  shall  prevent  the  acceptance  by  any 
water  user  under  the  Klamath  project  of  the  benefits  of  any  legisla- 
tion now  pending  before  Congress  and  which  may  be  hereafter  en- 
acted into  law  affecting  payments  to  be  made  on  account  of  the  water- 
right  charges. 

Andrieus  a.  Jones, 
First  Assistant  Secretary  of  the  Interior, 

FINANCIAL  STATEMENTS. 
Assets,  liabalities,  reserves,  and  capital,  Klamath  project,  to  June  SO,  1914. 

ASSETS. 

Accounts  receivable: 

Uncollected  water  rentals $315.75 

CJonstructlon  charges  due  and  uncollected  from 
water-right  applicants 129, 513. 00 

Operation  and  maintenance  charges  due  and  un- 
collected from  water-right  applicants 4, 247. 35 


Tota} ^ $134. 076. 10 

Inventories : 

Animals 2. 604. 85 

Mechanical  and  other  equipment 33, 728. 18 

Material  and  supplies  on  hand  in  storehouses..        8, 159. 63 

Unadjusted  transfers  between  projects 793.  53 

Undistributed  cost  (freight  and  handlhig  on  in- 
ventory property) 561.87 


Total 44,  721. 32 

Construction  work  in  process: 

Gross  expenditures  for  construction  of  project 

to  date 2, 431, 090. 03 

Less  revenues  earned  during  construction,  as 
follows : 

Rentals  of  grazing  lands $1, 928.  50 

Rentals  of  irrigation  water..    27,  548.  51 

Miscellaneous  revenues 811. 22 

Loss  on  mess  houses *  981. 27 

Profits  on  mercantile  stores. _  808. 18 

Profits  on  hospitals 523.30 

Contractors'  freight  refund—      8,  555.  71 
Adjustments — 

Depreciation    on    plant    and 

equipment 775. 03 

Loss   shown    on    Government 

animals *  692.  61 


Total  deductions 39,276.57 


Net  expenditures  for  construction  of  project  to  date 2,391,813.46 

Deferred  opera  tion  a nd  ma intena nee  cha  rges 39. 107. 40 


Total  assets 2, 609, 718. 28 

» Deduct. 
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LIABIUTIES,  BE8EBVE8,  AND  CAPITAL. 

AcconntB  payable: 

Unpaid  labor $2, 240. 17 

Unpaid  purchases 3,070.27 

Unpaid  freight  and  express  charges 2, 448. 92 

Unpaid  passenger  fares 5.95 

Unpaid  agreements  to  purchase  real  estate—  122. 00 

Unpaid   mlscellaneons 5.00 


Total $7, 892. 31 

Beserres  for  repayment  to  reclamation  fund  of  cost 
of  project: 

Constmction   charges   accrued   on   contracts 

with  water-right  applicants 393,509.00 

Ck>n8truction    charges    paid    in    advance    by 

water-right  applicants 2, 440. 00 

Construction  charges  paid  and  forfeited  by 
water-right  applicants 9. 00 


Total - 396, 018. 00 

Net   investments: 

Disbursements   $2,590,963.31 

Transfers  received  from  other 

projects    71.109.24 


Collections    424,780.09 

Transfers  issued  to  other 
projects    31,484.49 


2,662,(y72.55 


456,  264.  58 


Total 2, 205,  807. 97 


Total  liabilities,  reserves,  and  capital  investment  of 
the  Government 2, 609, 718. 28 

Functional  feature  cost  of  Klamath  project  to  June  30,  1914, 

Development  (storage)  works $482,696.93 

Carriage  ^stem 1, 297, 449.  75 

Distribution  system 259,  888.  64 

Drainage  and  flood-protection  system 57,405.25 

Power  system ! 123, 626.  02 

Real  estate 34, 423.  87 

Telephone  lines 25,779.45 

Roads  and  bridges 19, 994. 05 

Miscellaneous  preliminary  investigations 100,  925.  70 

Operation  and  maintenance  during  construction 25, 887. 10 

Cost  ledger  inventories 3, 063.  27 

Gross  expenditures  for  construction  of  project  to  date 2, 431, 090. 03 

Operating  revenues  and  expenses,  Klamath  project,  to  June  30,  lOlJi. 

EXPENSES. 

Carriage  system: 

Operation $2, 430.  i^^ 

Maintenance 3, 348. 45 

Distribution  system : 

Operation 14,  S06. 45 

Maintenance 58, 715.  V2 

Drainage  and  flood-protection  system:  Maintenance 17, 012.  J)9 

Undistributed  exi)enses: 

Operation 30,  5.'^5. 15 

Maintenance 34,365.58 


Total 101.  214. 10 


Digitized  by^^jOO^lt: 


258     THIRTEENTH  ANNUAL  REPORT  OP  RECLAMATION  SERVICE. 

REVENUES. 

Operation  and  maintenance  charges  accrued  on  contracts  with 

water-right  applicants $119,399. 25 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 476. 03 

Operation  and  maintenance  charges  imid  and  forfeited  by  water- 
right  applicants 3.  75 

Rentals  of  irrigation  water  ^ 2,  226.  75 

Miscellaneous  revenues .  .'{0 

Deferred  operation  and  maintenance  revenues  (carried  to  debit 
side  of  assets  and  liabilities  statement) 39, 107. 40 

Total l-_       161.  214. 10 

Estimated  coat  of  contemplated  tcork,  Klamath  project,  for  fiscal  year  1915. 

Development  (storage  works)  : 

Upper  Klamath  Reservoir,  surveys $5,000 

Horsefly  Reservoir,  survey  and  roads 21,  (KX) 

Miller  Creek  Dam 6,330 

$32,330 

Carriage  system : 

South  Branch  Canal 2,500 

Griffith  Canal *  105, 051 

Adams  Canal 75 

Horsefly  Main  Canal,  surveys,  etc 15,000 

Pine  Grove  feed  canal 1, 2(¥) 

123,826 

Distribution  system: 

Griffith  lateral 338 

Sand  Hollow  laterals,  surveys,  etc 5,000 

Tule  Lake  laterals,  excavation,  etc 2,000 

Pine  Grove  laterals 3,800 

Horsefly  laterals,  surveys,  etc 18,670 

Second  unit  laterals 5,000 

34,808 

Drainage   and   flood   protection:    Drains    under    first 
unit  excavation 122, 577 

Real  estate  and  buildings: 

Rights  of  way 4,186 

Horsefly  Reservoir  site 36,000 

Buildings 3,  200 

Experimental  farm  and  equipment 1 4,532 

47.918 

Telephone  system: 

First  unit,  4  miles 1,025 

Horsefly  unit,  25  miles 6,375 

7,400 

Miscellaneous  preliminary  investigations: 

Stream  gauging 1.488 

Investigation,   Horsefly  district 750 

Modoc  unit  surveys 5,  (XX) 

Tule  Lake  unit,  surveys,  and  test  borings 8,000 

15, 23S 

Operation  and  maintenance  during  construction: 

Development 2, 867 

Carriage 379 

Distribution 7.705 

General  expense 4,371 

15. 322 

Operation  and  maintenance  under  public  notice: 

Carriage 1, 602 

Distribution 22,771 

Drainage  and  flood  protection 7(X) 

General  expense 5,239 

30.312 


Total ....^^^^^f^^^  .^29,  731 
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SOITTH  DAKOTA,  BELLE  FOimCHE  PROJECT. 

F.  G.  Magbudeb,  project  manager,  Newell,  S.  Dak. 
(For  Results  to  June  SO,  1914,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

Counties:  Bntte  and  Meade. 

Townships :  6  to  10  N.,  Rs.  3  to  8  E.,  Black  Hills  meridian. 

Railroads:  Chicago  &  North  Western;  Chicago,  Burlington  &  Quincy ;  Chicngo, 
Milwaukee  &  St.  Paul. 

Railroad  stations  and  estimated  population  January  1,  1914:  Belle  Fourche, 
1.400:  Newell,  300;  Nlsland,  150;  Fruitdale,  100;  Sturgis,  1,700;  and  White- 
wood,  400. 

WATEB  SUPPLY. 

Source  of  water  supply:  Belle  Fourche  River. 

Area  of  drainage  basin:  4.265  square  miles. 

Annual  run-ofT  in  acre-feet  of  Belle  Fourche  Rirer  at  diversion  dam  (4.265 
square  miles) »  1903  to  1913:  Maximum,  477,150;  minimum,  129,000;  mean, 
305,390. 

AGBICTTLTTTBAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  the  service  is  prepared  to  supply  water,  season  of  1914: 
68,852  acres. 

Area  under  water-right  applications,  season  of  1914 :  49.130  acres. 

Length  of  irrigation  season :  May  1  to  October  1 — 152  days. 

Average  elevation  of  irrigable  area :  2,800  feet  above  sea  level. 

Average  annual  rainfdll  on  irrigable  area :  8  years,  13.65  inches ;  1913,  14.02 
inches.    Regarded  as  a  normal  year. 

Range  of  temperature  on  irrigable  area :  —  28**  to  103"  F. 

Character  of  soil  of  irrigable  area :  North  side  of  Belle  Fourche  River  prin- 
cipally heavy  clay  soil,  with  scattered  areas  of  sandy  clay  loam;  south  side, 
sandy  loam.    All  of  the  soils  are  heavy  enough  not  to  be  disturbed  by  winds. 

Principal  products:  Grain,  alfalfa,  sugar  beets,  potatoes,  garden  truck,  and 
small  fruits. 

Principal  markets:  Omaha,  Nebr. ;  Chicago,  III.;  and  mining  towns  in  the 
Black  Hills. 

LANDS  OPENED  FOB  IKBI0ATION. 

Date  of  public  notices,  regulations,  and  orders  relating  thereto:  June  21, 
1907;  May  29,  1908;  January  IS,  1909;  February  19  ami  November  26,  1910: 
January  24,  March  9,  May  4.  and  December  30,  1911;  February  3  and  May  2. 
1912;  February  26,  June  23,  and  July  21,  1913;  January  19  and  Februarv  26, 
1914. 

Location  of  lands  opened :  T.  7  N.,  Rs.  5  to  7  E. ;  T.  8  N.,  Rs.  3  to  7  E. ;  T.  9 
N..  Rs.  2  to  6  E. ;  T.  10  N.,  Rs.  3  to  5  E.,  Black  Hills  meridian. 

Present  status  of  lands  opened :  21.282  acres  entered  subject  to  the  reclama- 
tion act;  3,804  acres  open  to  entry;  3,771  acres  of  State  lands;  36.995  acres 
in  private  ownership. 

IJmit  of  area  of  farm  units:  Public,  80  acres;  private.  160  acres. 

Duty  of  water:  2  acre-feet  per  acre  per  annum  at  the  farm. 

Building  charge  per  acre  of  irrigable  land:  $30,  $35.  and  $40. 

Annual  operation  and  maintenance  charge:  60  cents  per  acre  of  irrigable 
land  until  further  notice. 
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CHBONOLOGICAL  SUMMABY. 

Reconnoissance  and  preliminary  surveys  begnn  in  1903. 

Construction  recommended  by  board  of  engineers  April  29,  1904. 

Construction  authorized  by  Secretary  May  10,  1904. 

Diversion  dam  and  inlet  canal  completed  September,  1907. 

Belle  Fourche  Dam  completed  June,  1911. 

First  irrigation,  season  of  1908. 

Entire  project  90.2  per  cent  completed  June  30,  1914. 

IBBIGATION  PLAN. 

The  irrigation  plan  of  the  Belle  Fourche  project  provides  for  the  diversion 
of  water  from  the  Belle  Fourche  River  by  means  of  a  dam  about  2  miles  below 
Belle  Fourche,  S.  Dak.,  and  an  inlet  or  supply  canal  about  7  miles  in  length 
into  a  storage  reservoir  controlled  by  the  Belle  Fourche  Dam  on  Owl  Creek,  a 
tributary  of  the  Belle  Fourche  River ;  the  distribution  of  water  from  the  inlet 
canal  to  a  small  area  of  land,  and  the  distribution  of  water  from  the  retaervoir 
through  two  canal  systems  to  lands  on  both  sides  of  the  Belle  Fourche  Riv^. 

The  United  States  claims  all  waste,  seepage,  spring,  and  percolating  waters 
arising  within  the  project,  and  proposes  to  use  such  water  in  connection  there- 
with. 

The  features  of  the  above  irrigation  plan  completed  are  the  diversion  dam 
and  headworks,  inlet  canal.  Belle  Fourche  storage  dam,  south  canal;  first, 
second  and  thir<>  divisions  of  the  north  canal ;  laterals  under  the  south  canal ; 
and  laterals  under  the  first,  second,  and  third  divisions  of  the  north  canaL 
The  features  remaining  for  future  construction  are  the  last  14  miles  of  the 
north  canal  and  approximately  125  miles  of  laterals,  including  Willow  Creek 
and  Nine  Mile  laterals  and  their  branches. 

CONSTRUCTION  DUBING  FISCAL  YEAR. 

North  Canal. — The  north  canal  was  extended  4 J  miles,  terminating 
at  Dry  Creek.  This  extension  required  the  excavation  of  115,510 
cubic  yards  of  earth,  253  cubic  yards  of  indurated  material,  and  12 
cubic  yards  of  rock.  The  following  structures  on  the  canal  were 
completed :  One  concrete  combination  culvert  and  wasteway ;  2  vitri- 
fied tile  culverts;  1  steel  culvert;  8  steel  headgates;  flume  across  Dry 
Creek;  and  one  40- foot  timber  bridge.  Throughout  this  extension 
the  canal  has  an  18-foot  bottom  width,  banks  8  leet  high,  with  8  feet 
crown  width  and  a  grade  of  0.792  foot  per  mile. 

Lateral  syatem. — ^Twenty-four  miles  of  small  laterals,  containing 
49,336  cubic  yards  of  earth,  have  been  completed.  The  following 
wooden  structures  were  constructed :  18  bridges,  94  turnouts,  and  101 
drops. 

The  above  canals  and  laterals  serve  an  irrigable  area  of  3,140  acres- 

OPERATION  AND  lilAINTENAKCE. 

During  the  season  the  first,  second,  and  third  units  of  the  project 
were  irrigated.  During  1913  there  were  48,470  acres  covered  by 
water-right  applications,  and  29  acres  of  land  under  water-rental 
contract.  There  were  32,881  acres  in  crop  and  irrigated.  The  season 
was  normal,  there  being  a  fair  amount  of  moisture  in  the  spring 
to  start  crops,  followed  by  fairly  drj  weather  in  June  and  July. 

During  1914  the  same  area  is  being  irrigated  as  in  1913,  together 
with  360  acres  in  the  fourth  unit  of  the  project,  to  which  water  is 
being  delivered  on  a  rental  charge  of  $1.25  per  acre»foot.  At  the 
close  of  the  fiscal  year  49,130  acres  were  covered  with  water-right 
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applications,  360  acres  under  water-rental  contracts,  and  37,960  acres 
in  crops  and  irrigated.  Water  was  stored  in  the  Belie  Fourche  Res- 
ervoir during  the  fall  of  1913  and  spring  of  1914,  and  on  June  30 
there  were  105,800  acre-feet  of  water  in  storage.  The  season  has 
been  favorable,  the  rainfall  above  normal,  and  on  June  30  the  crops 
were  in  good  condition. 

Historical  review j  Belle  Fourche  project. 


Item. 


1909 


1910 


1911 


1913 


1913 


To 
June 
30, 
1914 


Acreage  for  which  service  was  prepared  to  supply  water, 

Acreage  irrigated 

Miles  of  canal  operated 

Water  diTerted  (acre-feet) 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  irrigated  (acre-feet) 


11,933 
6,613 
03 
13,486 
9,317 
1.66 


47,568 
15,410 
291 
66,910 
30,000 
1.96 


47,568 
19,786 
295 
79,155 
32,400 
1.64 


66,853 
27.897 
467 
166,835 
30,390 
1.10 


65,852 
32,881 
474 
124,275 
47,349 
1.44 


68,853 
37,960 

488 
66,700 
18,970 

.50 


DBAXNAGE. 


The  first  irrigation  on  the  project  was  during  the  year  1908,  and 
about  4,000  acres  west  of  Owl  Creek  and  north  of  the  Belle  Fourche 
River  were  irrigated,  this  area  including  the  Blair  andSorensen  Flats 
north  of  Nisland,  S.  Dak.  Seepage  first  appeared  on  the  Sorensen 
Flat  in  the  season  of  1909  and  on  the  Blair  Flat  early  in  the  season  of 
1910. 

The  irrigation  system  was  extended  to  deliver  water  to  lands  south 
of  the  Belle  Fourche  Eiver  and  to  lands  under  the  North  Canal  west 
of  Indian  Creek  during  the  season  of  1910.  This  area  inchided  the 
Banana  Flat  east  of  Vale  and  the  Indian  Creek  Flat  north  and  east 
from  the  reservoir  dam.  Seepage  indications  appeared  that  same 
year  on  some  of  the  farms  on  the  Banana  Flat  by  the  production  of 
large  crops  with  a  relatively  small  amount  of  irrigation  water  used, 
ana  by  the  season  of  1911  water  came  to  the  surface  over  a  good  por- 
tion of  the  Banana  Flat.  The  lands  under  the  North  Canal  west  of 
Indian  Creek  did  not  show  seepage  to  anv  material  extent  until  the 
sunmier  of  1912.  The  area  has  increased  very  rapidly  and  is  now 
extending  eastward  across  Indian  Creek  Flat  at  the  rate  of  about 
one-quarter  of  a  mile  per  annum. 

During  1912  about  20,000  acres  of  additional  lands  were  served 
with  water  under  the  North  Canal,  the  land  being  situated  east  of 
Indian  and  Horse  Creeks  and  extenciing  into  the  Newell  district.  Up 
to  the  present  time  there  is  practically  no  indication  of  seepage  on 
these  areas. 

The  seepage  on  the  project  is  for  the  most  part  confined  to  four 
distinct  areas:  (1)  Banana  Flats,  located  on  the  south  side  of  the 
river,  in  a  generally  easterly  direction  from  the  town  of  Vale;  (2) 
Sorensen  Flats,  located  north  and  west  of  the  town  of  Nisland;  (3) 
Blair  Flats,  located  about  midway  between  Nisland  and  the  Belle 
Fourche  Dam;  and  (4)  Indian  Creek  Flats,  located  under  the  North 
Canal.  It  is  estimated  that  the  total  area  injured,  to  such  an  extent 
that  crops  can  no  longer  be  profitably  grown,  is  1,500  acres;  while 
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the  area  threatened  still  further  increases  this  amount.    The  seeped 
area  has  practically  doubled  each  year  since  irrigation  started. 

At  the  present  time  there  are  no  funds  available  for  drainage  on 
the  Belle  Fourche  project.  At  a  mass  meeting  of  water  users,  held 
at  Nisland,  S.  Dak.,  May  30,  1914,  the  water  users  voted  to  make  no 
additional  obligations  for  the  construction  of  drainage  works.  Those 
settlers,  however,  whose  lands  are  damaged  by  seepage  are  favorable 
to  drainage  construction,  and  a  number  of  them  have  expressed  their 
willingness  to  pay  their  proportionate  part  of  the  cost. 

The  rate  at  which  seepage  has  been  spreading  the  past  two  years 
indicates  that  unless  dramage  work  is  begun  at  an  early  date  consid- 
erable areas  of  the  project  will  eventually  become  unfit  for  culti- 
vation. 

SETTLEMENT. 

During  the  past  year  there  has  been  only  a  slight  increase  in  the 
number  of  settlers  on  the  project.  The  amount  of  land  in  private 
ownership  changing  hands  nas  been  small.  In  spite  of  the  fact  that 
settlers  have  worked  hard  and  spent  the  major  portion  of  their  earn- 
ings in  improving  their  lands,  land  values  have  actually  decreased 
in  a  good  many  instances. 

During  the  year  the  Butte  County  Development  Association  was 
formed.  This  is  an  association  composed  of  farmers  from  all  over 
the  county.  The  association  has  for  its  purpose  the  improvement  of 
markets,  transportation  facilities,  and  the  securing  of  a  county  agent 
to  work  with  the  farmers.  The  organization  was  started  early  in 
1914,  and  very  little  has  so  far  been  accomplished. 

A  large  proportion  of  the  farmers  under  the  project  were  miners 
in  the  Black  Hills,  and  many  of  these  are  making  good  progress. 
There  are,  however,  many  lawyers,  doctors,  mechanics,  and  clerks 
who  are  trying  to  carry  on  farming  as  a  side  issue  and  who  are  not 
cultivating  the  soil  to  advantage,  but  are  holding  out  of  use  irrigable 
areas  which  would  otherwise  furnish  homes  for  actual  farmers.  Nev- 
ertheless, there  is  a  solid,  substantial  growth  and  material  prosperity 
being  made  and  the  population  is  gradually  becoming  more  fixed. 
There  is  renewed  confidence  in  the  future  of  the  project,  coupled 
with  the  appreciation  of  the  fact  that  the  future  must  be  wrought 
out  by  individual  and  collective  effort. 

Settlement  data,  Belle  Fourche  project. 


Item. 


1.  Total  number  of  farms  on  project 

2.  Population  of  (1) 

3.  Nimiber  of  irrigated  farms 

4.  Operated  by  owners  or  managers 

6.  Operated  by  tenants 

6.  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

0.  Total  population  in  towns  and  on  farms,  sum  of  (2)  and  (8) 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banks 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  number  of  depositor? 

16.  Number  of  relinquishments 

17.  Number  of  cancellations 


1912 


1,290 

1,800 

611 

405 

206 

1,352 

5 

2.400 

4,200 

20 

11 

10 

$186,000 

$1,000,000 

3,000 

2 

2 


1913 


1,292 

2,230 

637 

456 

181 

1,575 

5 

2,025 

4,255 

23 

11 

IC 

$186,000 

$1,000,000 

3,100 

2 


1914  (esti- 
mated). 


1,2B2 

2,960 

659 

442 

217 

1,650 

5 

2.200 

4,5fi0 

23 

11 

10 

$201,000 

SI. 095. 000 

3.361 

4 
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PBIKCIPAL  CBOPS. 

The  total  acreage  in  crop  during  1913  was  32,881,  yielding  a  total 
gross  return  of  ^55,380,  or  an  average  value  per  acre  of  $10.91. 
Wheat,  alfalfa,  oats,  and  com  were,  in  the  order  named,  the  most 
important  crops.  These  four  crops  represented  about  91  per  cent 
of  the  cropped  area  for  the  season  and  returned  about  76  per  cent  of 
the  total  estimated  crop  value.  During  the  season  of  1913  the  area 
in  wheat  increased  from  11,083  to  13,096  acres,  that  in  alfalfa  from 
3,906  to  8,964  acres,  while  the  acreage  in  oats  and  corn  remained 
about  the  same  as  the  previous  year.  At  the  close  of  the  fiscal  year 
crop  conditions  on  the  project  were  better  than  they  have  ever  been 
before  at  this  time  of  the  year.  The  first  cutting  of  alfalfa  had  been 
harvested  and  very  good  yields  were  had.  Wheat  and  oats  have 
stooled  well,  and  the  prospects  are  good  for  yields  above  normal  for 
these  crops. 

Crop  report.  Belle  Fourchc  project,  year  of  1913, 


Ana, 
acres. 

Unit  of 
yield. 

Yields. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

Total. 

Per  acre. 

^GSfahay 

Alfalfaseed  

7,388 

1,676 

744 

67 

8 

1,859 

709 

219 

177 

2,533 

5t 

5,3t3 

285 

298 

71 

13,096 

1,859 

Ton 

Bushel. . 
...do.... 
...do.... 

Ton 

Biu^hel.. 

Ton 

Bushel.. 

15,854 

2,157 

18,101 

447 

47 

35,615 

729 

1,027 

2.1 
1.4 

24.3 
6.7 
5.9 

19.1 
1.0 
4.7 

$4.50 
6.00 

.60 
2.00 
5.00 

.80 
4.00 
1.50 

$71,343 

12,942 

10,861 

894 

235 

28,492 

2,916 

1,5-10 

3,820 

22,320 

315 

64.706 

1,990 

15,422 

461 

117,123 

$9.6R 
8.21 

Barley 

14.59 

Beans 

13.34 

Beets,  mfrar . . .  -  .         

29.37 

Com,  Indian 

15.32 

Com,  fodder 

4.11 

Flax 

7.08 

Garden 

21.  .58 

Hay,  native 

Ton 

Bushel.. 
...do.... 

2,232 

315 

161,765 

.9 

5.8 

30.3 

10.00 
1.00 
.40 

8.81 

Mffletseed 

5.83 

Oats 

12.11 

Pasture... 

6.98 

Potatoes,  common 

Bushel.. 
...do.... 
...do.... 

25,704 

768 

195, 2a5 

86.3 
10.8 
14.9 

.60 
.60 
.60 

51.75 

Rye      

6.49 

wheat 

8.94 

Less  duplicated  areas 

Total 

32,568 

355,380 

10.91 

Irrigated,  no  crop: 

YoiuK  alfalfa 

191 
122 



1     

■ 

1 

Total 

313 

1  



Total  Irrigated 

32,881 

1 

' 

.\rpas. 

Acres. 

Number 
of  farms. 

Total  Irrigable  area  farms  reportec 

Total  irrigated  area  farms  reporte( 

Under  water-right  applicatioi] 

Under  rental  contracts 

I 

46.744 
32.881 

581 

i 

.<M1 

IS 

32,852  '             678 

29  '                 3 

Total  cropped  area  farms  reported 



32.568               581 
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FINANCIAL  STATBKEKTa 
Assets,  liabilities,  reserves,  and  capital.  Belle  Fourche  project,  to  June  SO,  19H, 

ASSET8. 

Cash  in  fiscal  agent's  possession  awaiting  remittance $14. 15 

Accounts  receivable: 

Uncollected  miscellaneous  rentals $10. 00 

Uncollected  miscellaneous  items 115.20 

Construction    charges    due    and    uncollected 

from  water-right  applicants 167,887.70 

Operation  and  maintenance  charges  due  and 
uncollected  from  water-right  applicants 39, 418. 37 


Total 

207,431.27 

Inventories : 

Mercantile-store  stock  on  hand 

Animals 

Mech^i^icfli  flTid  other  eqi^ipment 

16.94 

6, 210. 00 

25,004.92 

19, 029.  87 

Materials   and   supplies   on   hand   in   store- 
houses  

Total 

50, 261.  73 

Construction  work  in  process: 

Gross  expenditures  for  construction  of  project 

to  date 3,216,381.05 

Less  revenue  earned  during  construction  as 
follows — 

Rental  of  cottages $3,013.58 

Rental  of  grazing  lands 1, 994. 30 

Rental  of  telephones 87.03 

Miscellaneous  revenues 4,190.89 

Loss  on  mess  houses *4, 794. 36 

Profits  on  mercantile  stores 1, 538. 25 

Profits  on  hospital 855.70 

Receipts   from    sale   of   town 

lots 51, 600. 63 

Contractor's  freight  refunds—    2;  535. 93 
Forfeitures  by  defaulting  bid- 
ders and  contractors 7,337.60 

Adjustments — 

Depreciation    on     plant    and 

equipment 667. 77 

Profits  shown  on  Government 

animaJs 6, 743. 72 


Total  deductions 75,770.94 


Net  expenditures  for  construction  of  project  to  date 3, 140, 610. 11 

Deferred  operation  and  maintenance  charges 104.  410.  52 


Total  assets . 3, 502,  727. 78 

LIABILITIES,  RESERVES,  AND  CAPITAL. 

Accounts  payable: 

Unpaid  labor 7, 640.  66 

Unpaid  purchases 3,971.91 

Unpaid  contract  estimates 37,018.34 

Unpaid  contract  holdbacks 45,712.51 

Unpaid  freight  and  express 5.517.68 

Unpaid  passenp:er  fares 128.20 

Unpaid  miscellaneous 768.22 


Total 100,  757. 52 

1  Deduct. 
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Beeerres  for  repayment  to  reclamation  fund  of 
cost  of  project: 
Construction   charges   accrued   on   contracts 

with  water^rlght  applicants $274, 201.  56 

Oonstmction    charges    paid    In    adyance    by 

water-right  applicants 1, 212. 00 

Construction  charges  paid  and  forfeited  by 
water-right  applicants 5.S8. 00 


Total $276, 001.  56 

Net  investment: 

Disbursements $3, 359, 098. 98 

Transfers  received  from  other 

projects 85, 830. 65 

3,444,429.63 

Collections 281, 231. 33 

Transfers  Issued  to  other 
projects 37, 229. 60 

318, 460. 93 


Total 3. 125. 968. 70 


Total  liabilities,  reserves,  and  capital  investment  of 
the  Government 3, 502, 727. 78 

Functional  feature  costs  of  Belle  Fourche  project  to  June  SO,  1914. 

Development  (storage)  works 1 $1, 731, 962. 10 

Carriage  system 943, 014. 48 

Distribution  system 489, 167. 16 

Real  estate 30,722.12 

Telephone  lines 12, 775.  37 

Farm  units  and  subdivisions "5, 007.  89 

Miscellaneous  preliminary  investigations 3, 310. 30 

Cost  ledger  Inventories 421. 63 


Gross  expenditures  for  construction  of  project  to  date 3,  216, 381. 05 

Operating  revenues  and  expenses^  Belle  Fourche  project,  to  June  30,  19H. 

EXPENSES. 

Development  (storage)  works: 

Operation $8. 275. 48 

Maintenance 39, 275. 04 

Carriage  system: 

Operation 12, 785. 89 

Maintenance 41, 484. 64 

Distribution  system: 

Operation 23, 434. 71 

Maintenance 101, 334. 93 

Drainage  and  flood-protection  system,  maintenance 3, 619. 60 

Undistributed  expense: 

Operation 602. 17 

Maintenance 5, 574. 49 


Total 236, 386. 95 

BEVENUES. 

Operation  and  maintenance  charges  accrued  on  contracts  with 
water-right  applicants - 130, 339. 45 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 2. 39 

Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right  appUcants 180. 40 


Digitized  by  VjOOQ  ItT 


266     THIBTBBNTH  ANNUAL  BEPORT  OF  RECLAMATION  SERVICE. 

R^itals  of  lands  and  buildings $118.00 

Rentals  of  irrigation  water 1, 319. 14 

Miscellaneous  revenues 17.05 

Deferred  operation  and  maintenance  revenues  (carried  to  debit 

side  of  assets  and  liabilities  statement) 104, 410. 52 

Total 236, 386.  95 

Estimated  cost  of  contemplated  work.  Belle  Fourche  project,  during  fiscal  year 

1915. 

Carriage  system,  north  canal,  division  "  D  " $38, 000. 00 

Distribution  system: 

Construction   of  measuring  devices   on   laterals, 
divisions  "A,"  "  B,"  and  "C" $7,000.00 

Laterals,  division  "D" 65,000.00 

Total 72, 000. 00 

Drainage  investigation 2, 000. 00 

Telephone-line  extension 900.00 

Survey  of  farm  units 1 500.00 

Operation  and  maintenance  under  public  notice 60.632.50 

Total 174. 032.  50 
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In  January^  1914,  the  Secretary  of  the  Interior  authorized  an  in- 
vestigation oi  the  Pecos  River,  following  requests  from  the  West 
Texas  Reclamation  Association  of  residents  in  the  Texas  valley  of 
the  river.  The  investigation  was  begun  in  February  and  completed 
in  August  by  Mr.  P.  M.  Fogg,  engineer,  who  has  submitted  a  report 
from  which  the  following  data  are  taken  : 

General  description. — ^The  Pecos  River  rises  in  northern  New 
Mexico,  and,  draining  23,000  square  miles  in  New  Mexico  and  9,000 
in  Texas,  flows  650  miles  in  a  general  southerly  direction  to  the 
Rio  Grande.  In  Texas  the  river  flows  through  gently  sloping  val- 
leys to  a  point  about  125  miles  above  its  mouth.  Below  this  point 
the  valley  narrows  and  there  are  no  irrigation  possibilities.  The 
stream  is  fed  by  numerous  tributaries  of  flashv  or  intermittent  dis- 
charge, making  the  flow  of  the  river  unsteady,  with  short,  heavv 
floods  in  summer.    Underground  flow  and  seepage  water  through 

?)rings  in  the  river  bed  form  a  material  part  of  the  discharge, 
he  New  Mexico  portion  of  the  drainage  is  utilized  for  irrigation, 
notably  in  the  Carlsbad  project  of  the  Reclamation  Service,  and  in 
Texas  there  are  a  number  of  private  projects  in  various  stages  of 
development. 

Pecos  VaUey  in  Texas. — The  Texas  valley  has  a  floor  of  lime- 
stone and  gypsum,  generally  overlain  with  sand,  sandy  loam,  and 
clay  loam  of  good  quality.  During  floods  the  river  overflows  at 
numerous  points,  usually  covering  a  strip  of  land  one-half  to  1 
mile  wide  on  each  bank.  These  areas  are  covered  with  heavy,  dark- 
red  silt,  5  to  8  feet  thick. 

The  climate  is  favorable  for  irrigation,  with  mild  winters  and 
long,  warm  sunmiers.  The  annual  precipitation  is  from  9  to  15 
inches.  Temperature  records  at  Barstow,  Tex.,  show  a  maximum 
of  110°  F.,  a  minimum  of  3°  F.,  and  a  mean  of  65°  F.  Killing  frosts 
may  occur  as  late  as  April  17  and  as  early  as  October  21.  The  annual 
evaporation  is  believed  to  be  about  8  feet. 

Transportation  facilities  are  good.  Three  railroads  cross  the  val- 
ley, reaching  good  markets  at  El  Paso,  Fort  Worth,  Dallas,  Houston, 
and  more  distant  points. 

The  chief  industry  of  west  Texas  is  stock  raising.  Irrigation  has 
developed  quite  rapidly  in  the  Pecos  Valley  in  the  past  20  years, 
bringing  more  intensive  operations  of  increasing  importance.  The 
cost  of  clearing  the  land  of  mesguite  and  other  natural  growths, 
breaking  and  preparing  for  crops,  is  estimated  at  $16  per  acre,  which 
is  offset  by  the  value  of  the  firewood  produced.  The  principal  crops 
now  grown  are  alfalfa,  alfalfa  seed,  and  cotton,  with  lesser  areas 
of  milo,  KafGr,  fruits,  and  truck.  Little  live  stock  is  raised  on  the 
farms  and  hay  is  shipped  out.  Under  favorable  conditions  five  cut- 
tings of  alfalfa  are  obtained,  yielding  4  tons  per  acre.  Hay  of  good 
quality  brings  prices  from  $10  to  $18  per  ton,  baled,  at  shipping 
points.  More  intensive  farming  would  rollow  a  more  certain  water 
supply  and  better  methods  in  marketing  products.  The  section  is 
well  adapted  to  truck  crops.  The  soils  require  fertilization,  and 
commercial  fertilizer  is  commonlv  used. 
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Irrigable  lands. — ^The  valley  lands  in  Texas  comprise  several  hun- 
dred thousand  acres  acccessible  by  gravity  systems,  but  this  area  is 
far  in  excess  of  that  for  which  water  is  available.  The  land  is  all 
privately  owned,  considerable  areas  by  railroad  companies. 

The  Slit  areas  bordering  the  river  are  not  well  adapted  to  irriga- 
tion, because  the  heavy,  tight  soil  is  difficult  to  work,  and  its  poor 
draining  quality  is  accentuated  by  lack  of  slope.  Otherwise  the 
valley  lands  are  excellent  for  irrigation,  with  natural  drainage  due 
to  a  porous  soil  and  favorable  slope.  This  does  not  insure  that  arti- 
ficial drainage  is  unnecessary,  but  that  it  can  probably  be  postponed 
and  readily  accomplished. 

In  general  the  soils  lack  nitrogen  and  are  high  in  alkaline  salts. 
The  soluble  alkali  is  a  menace  in  case  of  water-logging,  especially 
in  the  soils  near  the  river,  where  the  drainage  is  poor  and  the  salt 
content  highest. 

The  private  projects  already  initiated  in  the  valley  contemplate 
in  the  sum  the  irrigation  of  a  much  larger  area  than  the  water  supply 
warrants.  The  table  gives  data  regarding  the  projects  that  take 
water  from  the  Pecos. 


Private  projects  in  Pecos  Valley^  Tex, 


Name. 


County. 


Approximate  area 
in  acres. 


TotaL 


Culti- 
vated in 
19U. 


Year 
built  or 
first  op- 
ented. 


Amo 

Porterville  pumping. . . 
Fanners'  Independent. 

Biggs 

Barstow 

Big  Valley 

Orandfalls 

Imperial 

Zimmerman 

Victor  pumping 


Reeves 

Loving 

Reeves 

Ward 

Ward,  Reeves.. 

Ward 

Ward,  Crane... 

Pecos 

do 

Crane 


15,000 
6,000 
10,000 
12,000 
27,000 
16,000 
32,000 
25,000 
26,000 
4,000 


100 
600 
2,100 
1,400 
7,500 
160 
7,000 
7,500 
1,70D 


18M 
1910 
1909 
1907 

i9n 

190S 
1800 
1911 
1910 
1914 


Total. 


173,000 


28,060 


Duty  of  water. — Sufficient  data  are  not  available  through  measure- 
ments in  the  Texas  Valley  to  determine  the  duty  of  water.  The 
conditions  are  similar  to  those  on  the  Carlsbad  and  Kio  Grande 
projects,  except  for  the  very  porous  soil,  which  will  cause  a  lower 
duty.  Three  and  one-half  acre-feet  per  acre,  measured  at  the  land, 
is  considered  reasonable.  With  canal  losses  of  only  30  per  cent,  the 
diversion  duty  would  then  be  5  acre-feet.  Considerable  rurther  losses 
will  occur  by  seepage  and  evaporation  from  storage  reservoirs  and  in 
conveying  the  water  to  the  various  diversions  strung  out  along  the 
river.*^  This  will  probably  raise  the  requirement  to  8  acre-feet  of 
available  annual  run-off  per  acre  irrigated. 

Water  supply. — ^The  recorded  discharge  data  for  the  Pecos  are 
not  sufficiently  complete  to  determine  accurately  the  available  water 
supply,  but  a  studv  of  the  collected  data  indicates  an  average  annual 
run-off  at  Pecos  irom  1900  to  1906  of  approximately  320,300  acre- 
feet,  excluding  the  abnormal  years  of  1904  and  1905.  Allowance 
must  be  made  from  this  for  the  development  of  the  Carlsbad  project. 
In  the  years  named  about  one-fourth  of  the  Carlsbad  area  was  culti- 
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rated.  The  average  present  requirement  at  Carlsbad  is  about  9  acre- 
feet  per  acre  in  the  river.  On  this  basis,  if  the  entire  tract  had  been 
cultivated  in  1900  to  1906,  it  would  have  withdrawn  167,400  acre-feet, 
reducing  the  run-off  available  for  the  Texas  Valley  to  152,900  acre- 
feet.  It  may  be  assumed  that  about  80,000  acre-feet  would  have  been 
returned  to  the  river  by  springs  and  by  seepage  from  the  Carlsbad 
project,  bringing  the  available  run-off  up  to  about  233,000  acre-feet. 
Under  the  assumed  requirement  of  8  acre-feet  per  acre  this  would 
supply  about  30,000  acres. 

Since  1907  measurements  have  not  been  made  at  Pecos,  but  have 
been  taken  at  Moorhead,  about  5  miles  above  the  mouth  of  the  river. 
For  years  of  simultaneous  measurement  at  these  two  points  the 
figures  indicate  that  the  discharge  at  Pecos  is  about  72  per  cent  of 
that  at  Moorhead.  Applying  tnis  factor  to  the  measurements  at 
Moorhead  since  1907  and  making  a  similar  allowance  for  Carlsbad 
to  that  above  indicates  an  annual  water  supply  of  about  260,300 
acre-feet,  or  sufficient  for  33,000  acres.  To  this  may  be  added  15,000 
acres  as  about  the  average  area  irrigated  in  the  Texas  Valley  from 
1907  to  1914. 

These  figures  indicate  a  water  supply  sufficient  for  30,000  to  50,000 
acres  in  the  Texas  Valley,  including  the  areas  now  watered.  This 
provides  for  the  complete  development  of  the  Carlsbad  project,  but 
other  future  development  in  New  Mexico  may  lessen  the  supply  and 
more  accurate  information  as  to  the  return  waters  may  indicate  a 
further  decrease,  or  possibly  some  increase. 

The  situation  is  complicated  bv  conflicting  claims  and  the  uncer- 
tain status  of  water  rights,  which  has  caused  much  litigation.  The 
location  of  Texas  on  the  border  between  the  arid  and  humid  regions 
has  led  to  a  clash  of  the  doctrines  of  riparian  right  and  right  of  prior 
appropriation.  The  State  statutes  and  court  decisions  lack  clear-cut 
precedents  and  do  not  provide  a  definite  course  of  action. 

The  (quality  of  the  water  supply  is  of  importance.  At  low  stages 
of  the  river  the  water  is  quite  alkaline,  due  to  solution  of  the  under- 
lying strata  by  the  river  water  and  return  seepage.  Analyses  show 
an  increasing  salt  content  at  each  point  further  downstream.  Car- 
bonate of  lime,  sulphates  of  lime  and  magnesium,  and  chloride  of 
sodium  are  the  principal  salts  carried. 

Water  storage. — ^The  foregoing  figures  are  sufficiently  accurate 
to  show  conclusively  that  the  water  supply  is  insufficient  for  the 
irrigable  lands  and  any  comprehensive  scheme  must  utilize  the  en- 
tire water  supply.  Storage  is  therefore  a  prime  requisite.  A  num- 
ber of  reservoirs  have  been  developed  or  proposed.  The  principal 
data  regarding  these  are  shown  in  the  table.  All  except  the  Red 
Bluff  site  are  inland  basins,  requiring  feed  canals  and  liable  to 
large  losses  through  seepage  and  evaporation.  The  tightness  of  the 
floors  is  questionable  on  account  of  the  general  occurrence  of  gypsum. 
These  basins  are,  moreover,  not  available  for  the  valley  as  a  whole, 
but  would  serve  separate  projects,  and  the  construction  of  all  or  a 
number  of  them  would  multiply  water  losses. 

The  Eed  Bluff  site  would  conserve  all  the  available  water  above 
the  site,  serve  all  areas  that  may  be  developed,  and  save  water  losses 
through  the  absence  of  any  feed  canal  and  the  concentration  of  the 
stored  water  in  one  relatively  deep  body.  The  Red  Bluff  site  is  there- 
fore worthy  of  further  investigation  to  determine  its  feasibility. 
The  dam  site  is  below  the  mouth  of  Delaware  Creek,  in  New  Mexico. 
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The  reservoir  is  excellent  topographically,  being  11  miles  long  and 
averaging  1^  miles  wide,  with  steep  valley  sides.  The  dam  site  shows 
limestone  at  the  west  abutment;  no  rock  is  visible  at  the  east  abut- 
ment, but  soundings  are  reported  to  indicate  its  presence  a  little  below 
the  gravel  river  bed.  Materials  are  available  near  by  for  either  an 
earth  and  rock  fill  structure  or  one  of  concrete  with  earthen  dikes. 
Suitable  allowance  must  be  made  for  considerable  silt  deposits. 

Reservoir  sites  far  Pecos  Valley  in  Texas. 


Site. 

Near. 

Dam  or  em- 
bankments. 

Flow- 
line  area. 

^ 

Required 

length  of 

feeder 

canal. 

Project. 

Maxi- 
mum 
height. 

Crest 
length. 

stmcted: 

Imperial 

ZimmAnrMwi  - 

Imperial 

Z^mmATman  . 

Orandfalls 

....do 

Fea. 
20 
12 

25 
13 
67 
20 
32 
40 

85 

Feet. 
7,500 
6,600 

Acre». 
1,580 
700 

Aer^eet. 
17,000 
2,000 

2,100 
48,000 
152,300 
54,000 
37,000 
17,000 

190,000 

HUtt 

17 

2 

Inland  basins  pro- 
posed: 
Amo 

Riverton 

Sand  Lake 

Ward  Lake... 
Toyah  Lake... 
LeppLake — 
Shook  Lake. . . 

Riverton 

Barstow      .  . 

Peoos 

8,600 
21,000 

3,960 
13,441 

8,900 

3,629 

3,900 
7,720 
6,300 
2,360 
1,000 

11,600 

30 

Big  Valley 

Barstow 

g 

Pecos 

10 

Orandfalls 

GrandfaUs 

16 

Do 

do 

15 

Reservoir  in  river 
channel: 
All...  . 

Red  Bluff 

Delaware  Creek... 



In  addition  to  the  Red  Bluff  site,  that  at  Toyah  Lake  can  probably 
be  developed  to  advantage  to  conserve  the  tributary  run-off  that 
passes  through  the  lake  and  enters  the  river  below  the  Red  Bluff  site. 

Conclusions. — ^The  Texas  Valley  of  the  Pecos  contains  irrigable 
land  of  good  quality  in  excess  of  that  for  which  water  is  available. 

With  full  utilization  the  water  supply  will  probably  serve  not  over 
50,000  acres,  including  the  present  developments.  Future  develop- 
ments in  New  Mexico  may  lessen  the  supply. 

To  secure  the  irrigation  of  the.  largest  area  cooperation  of  all  the 
present  and  proposed  projects  is  necessary  for  economical  storage 
and  the  settlement  of  water  rights. 

The  present  projects,  if  fully  developed,  can  not  all  be  served. 
Either  the  best  part  of  each  can  be  watered  or  some  projects  will  be 
developed  to  the  exclusion  of  others. 

Water  storage  is  imperative.  The  most  attractive  site  is  Red  Bluff 
Reservoir,  which  warrants  investigation  of  underground  conditions. 
Toyah  Lake  can  be  used  to  advantage  to  save  the  run-off  of  a  small 
drainage  area. 

Economy  in  the  use  of  water  should  be  encouraged.  Water  should 
be  measured  to  users  and  charges  based  on  the  amount  used. 

Careful  stream  measurements  should  be  continued  in  Texas  to  de- 
termine more  accurately  the  available  water  supply. 

FINANCIAL  STATEMENTS. 

The  assets  and  liabilities  are  shown  in  the  financial  statement  for" 
the  secondary  projects.     The  costs  are  given  in  the  functional  feature 
cost  report,  which  follows  the  above  statement,  and  the  net  invest- 
ment is  given  in  Tables  11  and  12  in  the  appendix. 
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J.  L.  LTTitL,  project  manager. 

(For  Results  to  June  SO,  1914*  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

Counties :  Utah  and  Wasatch. 

Townships :  8  and  9  south,  Rs.  1  to  3  E.,  Salt  Lake  base  and  meridian. 
Bailroads:  Denver  &  Rio  Grande;  San  Pedro,  Jjos  Angeles  &  Salt  Lake. 
Railroad  stations  and  estimated  population  January  1,  1914:  Spanish  Fork, 
3.600;  Payson.  2,800;  Springville,  3,600. 

WATEB  SUPPLY. 

Source  of  water  supply :  Strawberry  and  Spanish  Fork  Rivers  and  a  number 
of  small  streams  and  springs  not  on  the  watersheds  of  these  two.  Ck)ntemplated 
pumping  plants. 

Area  of  drainage  basins:  Strawberry  River,  including  Indian  and  Trail  Hol- 
low Creeks,  175  square  miles ;  Spanish  Fork  River,  670  square  miles. 

Annual  run-oflf  in  acre-feet:  Strawberry  River  in  Strawberry  Valley,  includ- 
ing Indian  and  Trail  Hollow  Creeks,  1903-1906  and  1909-1913;  maximum, 
150,000;  minimum,  49,000;  mean,  75.000.  Spanish  Fork  River  at  Spanish  Fork, 
1908-1913:  Maximum,  227,000;  minimum,  65,000;  mean,  113,650. 

AGBICTTLTUBAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  the  service  is  prepared  to  supply  water  during  the  season  of 
1914,  none;  135,000  acre-feet  available  in  reservoir. 

Length  of  irrigating  season :  April  15  to  September  30 — 169  days. 

Average  elevation  of  irrigable  area :  4,600  feet  above  sea  level. 

Average  annual  rainfall:  18  inches;  at  Payson  (6  years),  20.14  inches;  at 
Provo  (18  years),  14  inches;  1913,  18.81  inches. 

Range  of  temperature  on  Irrigable  area :  — 10*  to  95**  F. ;  mean  temperature 
at  Provo,  49.3*^  F. 

Character  of  soil  of  irrigable  area :  Sandy  loam,  heavy  clay,  and  varying  mix- 
ture of  both;  black  alluvium;  loam  and  gravel.  Bench  land:  Loam  and  gravel. 
Much  of  the  soil  Is  underlaid  by  a  coarse  gravel,  and  the  natural  drainage  is 
excellent 

Principal  products:  Alfalfa,  hay,  cereals,  sugar  beets,  fruits,  and  vegetables. 

Principal  markets:  Salt  Lake  City,  Utah,  and  adjacent  towns  and  mining 
districts. 

LANDS  OPENED  FOR  IBBI6ATI0N. 

No  lands  have  been  opened  for  irrigation  by  public  notice. 

CHRONOLOGICAL  SXTBOCARY. 

Reconnoissance  and  preliminary  surveys  begun  in  1903. 
Construction  recommended  by  board  of  engineers  October  2,  1905. 
Construction  authorized  by  Secretary  December  15,  1905. 
Excavation  of  tunnel  completed  June  20,  1912. 
Storing  of  water  in  Strawberry  Reservoir  begun  July  14,  1912. 
Construction  of  Indian  Creek  Dike  completed  September.  1912. 
Strawberry  Tunnel  formally  opened  by  allowing  reservoir  water  through  Sep- 
tember 13,  1913. 
Construction  of  Strawberry  Dam  completed  September  20,  1913. 
Entire  project,  70  per  cent  completed  June  30,  1914. 
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IBBIGATION  PLAN. 

The  irrigation  plan  of  the  Strawberry  Valley  project  provides  for  the  storage 
of  water  in  a  reservoir  on  Strawberry  River ;  the  discharge  of  the  stored  water 
through  Strawberry  Tunnel,  approximately  3f  miles  long,  into  Diamond  Fork, 
a  tributary  of  Spanish  Fork  River,  and  the  diversion  of  water  from  Spanish 
Fork  River  into  canal  systems,  watering  lands  east  and  south  of  Utah  Lake. 
A  hydroelectric  plant  on  the  south  side  of  the  river  3 J  miles  below  the  diver- 
sion dam  supplies  power  for  construction  and  commercial  purposes.  Part  of 
the  power  developed  will  ultimately  be  used  for  pumping  water  for  irrigation 
of  high  lands  and  drainage  of  low  lands.  The  United  States  claims  all  waste, 
seepage,  unappropriated  spring  and  percolating  water  arising  within  the 
project,  and  proposes  to  use  such  water  in  connection  therewith. 

The  completed  features  of  the  irrigation  plan  are :  Diversion  dam  on  Spanish 
Fork  River;  power  canal;  the  first  unit  of  the  hydroelectric  power  plant  on 
Spanish  Fork  River;  Strawberry  Tunnel,  through  the  rim  of  the  Great  Basin, 
and  the  following  features  in  connection  with  the  Strawberry  Reservoir: 
Strawberry  Dam ;  Indian  Creek  Dike ;  Indian  Creek  and  Trail  Hollow  diversion 
canals  and  appurtenant  structures;  east  portal  permanent  camp.  In  connection 
with  the  construction  of  these  features,  43.5  miles  of  wagon  road,  44  miles  of 
telephone  lines,  and  49.5  miles  of  high  tension  power  transmission  lines  have 
been  built.  Power  from  the  United  States  Reclamation  Service  power  house  is 
being  supplied  to  Pay  son,  Salem,  and  Spanish  Fork  for  lighting  and  other  pur- 
poses, the  Reclamation  Service  having  built  the  high-tension  lines  from  its 
power  house  to  these  towns.  The  towns  built  their  own  substations  and  dis- 
tribution lines. 

In  accordance  with  present  plans  the  features  remaining  to  be  constructed 
on  the  project  are  the  High  Line  Canal  with  distribution  system,  together  with 
the  Mapleton  lateral  and  such  other  structures  as  it  may  be  decided  to  build  in 
connection  with  the  disposal  of  water  to  the  present  existing  canals. 

CONSTBUGTION  DUBINa  FISCAL  YEAB. 

Strawberry  Dam. — This  feature  was  completed  on  September  20, 
1913.  The  work  done  consisted  of  riprap  on  the  downstream  side 
of  the  dam  up  to  elevation  7,549.5;  finishing  the  excavation  of  the 
wasteway;  and  building  a  reinforced  concrete  bridge  across  the 
wasteway  at  the  crest  of  the  spillway  weir.  The  camp  buildings 
were  sold;  the  crushing  and  mixing  plant  dismantled;  the  cableway 
taken  down  and  all  equipment  hauled  to  Diamond  Switch  for  trans- 
fer. On  June  30,  1914,  the  elevation  of  the  water  in  Strawberry 
Reservoir  was  7,541.5,  approximately  135,000  acre- feet  of  water 
being  available  for  use. 

Indian  Creek  and  Trail  Hollow  Diversion  Caned. — ^This  feature 
was  completed  early  in  September,  1913.  The  work  done  consisted 
chiefly  or  finishing  by  Government  forces  canal  excavation  not  done 
by  the  contractor.  Indian  Creek  Diversion  Dam  was  strengthened 
by  the  addition  of  600  cubic  yards  and  975  cubic  yards  of  material 
excavated  from  three  large  drain  ditches.  A  small  ditch  was  dug  in 
the  bottom  of  Trail  Hollow  Canal  to  provide  for  the  small  winter 
flow  and  keep  the  canal  open  during  the  cold  weather. 

East  Portal  Permanent  Camp. — This  feature  was  completed  on 
October  7,  1913.  The  work  done  consisted  mainly  of  building  two 
cement  plaster  houses  for  gate  operators  and  a  reinforced  concrete 
building  over  the  controlling  works  shaft  to  protect  the  hoisting 
mechanisms  in  connection  with  the  tunnel  gates  for  the  control  of 
reservoir  water  through  Strawberry  Tunnel.  Most  of  the  camp 
buildings  were  sold,  although  some  were  moved  back  for  use  as 
stables  and  storehouses.  All  equipment  was  hauled  to  Diamond 
Switch  for  transfer,  and  the  grounds  were  cleaned  up  and  houses 
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made  ready  for  occupancy  of  the  men  who  were  to  ^ard  and  main- 
tain the  Government  structures  during  the  winter.  , 

Strawberry  Turmel, — On  September  13  the  gates  at  East  Portal 
were  raised  and  water  was  allowed  to  pass  through  the  tunnel.  Ap- 
proximately 950  cubic  yards  of  material  were  washed  from  the  tun- 
nel into  the  stilling  basin.  The  tunnel  water  developed  during  con- 
struction still  continues  to  flow,  the  quantity  discharged  ranging 
from  7  to  9  second- feet. 

.  Power  plants  pawer  canalj  and  transmission  lines, — ^The  power 
plant  was  operated  continuously  throughout  the  year,  except  for  a 
few  weeks  in  October  and  November,  when  it  was  operated  only  one- 
half  the  time  on  account  of  cleaning  the  canal.  Power  was  furnished 
by  contract  to  Payson,  Salem,  and  Spanish  Fork  throughout  the 
fiscal  year.  The  water  wheels  and  governors  of  the  two  units  were 
thoroughly  overhauled  and  the  cast-iron  runners  and  wicket  gates 
replaced  with  cast  steel. 

The  power  canal  was  cleaned  of  silt  and  debris  from  October  7 
to  November  17.  Material  was  removed  during  the  day  and  water 
turned- in  at  night.  The  high-tension  power-transmission  lines  were 
operated  continuously  throughout  the  year.  Service  over  the  line  to 
the  tunnel  was  discontinued  in  September,  1913,  and  the  line  razed 
from  Strawberry  Dam  to  the  top  of  the  divide,  and  from  Diamond 
Switch  to  milepost  10,  on  the  Government  road,  a  distance  of  16  miles, 

SUBVEYS  AND  INVESTIGATIOMB. 

Topographic  survey  was  made  of  Sixth  Water  and  Diamond  Fork 
Canyon  to  Three  Forks  to  determine  possible  sites  for  the  develop- 
ment of  power  from  reservoir  water. 

Hydrographic  work  was  carried  on  to  secure  a  record  of  the  flow 
of  all  the  streams  in  any  way  connected  with  the  supply  of  the 
project.  Thirty-two  gauging  stations  were  maintained  and  approxi- 
mately 524  meter  measurements  made. 

The  preliminary  location  of  the  Mapleton  lateral  for  a  distance 
of  about  6  miles  was  completed,  and  the  preliminary  designs  for  the 
structures  on  both  the  Mapleton  lateral  and  High  Line  Canal  are 
well  along. 

Considerable  work  was  necessary  in  connection  with  the  signing  of 
water-right  applications  on  the  liighline  unit.  Approximately  100 
surveys  and  examinations  of  land  were  made  and  a  great  deal  of 
miscellaneous  work  done  in  connection  with  land  descriptions. 

SEEFAQE  AND  DBAIKAGE. 

No  further  investigations  of  seeped  land  were  made,  as  the  land- 
owners decided  that  they  did  not  care  to  have  anything  done  in 
regard  to  drainage  at  present,  but  would  rather  leave  the  matter 
until  a  later  date,  and  do  the  work  under  the  State  drainage  district 
law 

WATER  USERS'  ASSOCIATION. 

On  Au^st  22,  23,  and  25, 1913,  a  conference  was  held  between  the 
Beclamation  Service  officials  and  the  members  of  the  board  of 
directors  of  the  Strawberry  Valley  Water  Users'  Association.    At 
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this  meeting  a  proposition  was  submitted  to  them  for  consideration, 
called  the  "  segregated-area  scheme."  No  results,  however,  were 
accomplished  at  this  meeting  toward  any  definite  settlement.  Ac- 
cordingly, on  October  20,  the  Secretary  of  the  Interior  sent  the  asso- 
ciation the  following  communication,  giving  it  60  days  to  approve 
one  of  the  two  propositions  set  forth  in  his  letter : 

There  has  been  presented  to  me  the  proposition  which  you  submitted  to  the 
representative  of  the  Reclamation  Service  August  25,  regarding  the  adjust- 
ment of  water  rights  on  Spanish  Fork  In  connection  with  the  Strawberry 
A'^alley  project. 

The  proposition  to  take  an  average  of  4  to  10  years  as  a  basis  of  water 
delivery  to  be  made  by  the  United  States  to  the  old  canals  is  regarded  as 
requiring  too  large  a  draft  upon  the  storage  in  Strawberry  Reservoir  without 
corresponding  benefit  to  the  United  States. 

The  Reclamation  Service  has  worked  out  a  basis  for  the  assumed  flow  of 
the  river  day  by  day  which  takes  into  consideration  the  proper  balance  be- 
tween the  average  year  and  the  low  years,  which,  for  convoiience,  may  be 
called  the  typical  year  or  typical  river.  No  charge  will  be  made  for  the 
delivery  of  such  water  supply  at  the  heads  of  the  several  canals. 

The  typical  year  will  provide  for  a  certain  amount  of  storage  to  maintain 
the  proper  deliveries  to  the  old  canals  which  is  regarded  as  a  fair  and  reason- 
able ofifset  for  a  part  of  the  flood  waters  in  the  spring,  which  would  thus  be 
made  available  for  the  remainder  of  the  project 

As  to  the  other  lands  under  the  old  canals,  it  is  estimated  that  there  will 
be  a  full  water  supply  of  2  acre-feet  per  acre  per  annum  during  the  irriga- 
tion season  for  18,000  acres,  for  which  shall  be  paid  the  price  per  acre  fixed 
for  the  entire  project — ^namely,  $80  per  acre — with  a  credit  on  account  of  the 
distribution  system  now  available  amounting  to  $20,  leaving  the  charge  per 
acre  $60. 

If  the  adjustment  can  be  made  upon  the  foregoing  basis,  the  Highline  Canal 
will  thereupon  be  built  for  furnishing  a  full  water  supply  of  2  acre-feet  per 
annum  for  24,000  acres  at  $80  per  acre.  These  figures  are  in  each  case  in 
addition  to  a  proper  charge  for  operation,  maintenance,  and  betterments. 

Under  this  arrangement  the  water  supply  will  be  delivered  at  the  head  gates 
of  the  several  old  canals  and  is  to  be  distributed  to  the  holders  of  the  old 
water  rights  and  to  the  holders  of  the  new  water  rights  under  the  reclama- 
tion act  as  above  provided.  The  necessary  enlargements  of  the  old  canals  and 
the  extension  of  the  distributing  system  shall  be  provided  for  by  the  canal 
companies  and  the  water  users  thereunder  at  their  own  expense. 

The  old  canals  shall  be  operated  by  the  present  canal  companies  as  canal 
divisions  under  the  Water  Users'  Association  with  the  right  reserved  to  the 
United  States  to  perform  the  necessary  work  of  enlargement  and  extension  of 
laterals  if  not  properly  performed  by  the  canal  companies,  and  the  right  shall 
also  be  reserved  to  the  United  States  to  enter  upon  the  properties  of  the  canal 
companies  and  the  water  users  to  secure  a  proper  disposition  of  the  water 
supply  to  the  several  persons  entitled  thereto  in  case  of  failure  to  secure  such 
distribution  on  the  part  of  the  canal  companies  or  the  Water  Users*  Associa- 
tion. In  either  such  case  the  United  States  shall  be  reimbursed  for  any  ex- 
pense incurred. 

The  charge  for  water  right  on  the  project  and  the  credit  to  be  given  for 
new  water  rights  under  the  old  canals  shall  be  incorporated  in  a  form  of 
water-right  application,  together  with  the  other  necessary  conditions,  and  shall 
be  presented  to  the  water  users  for  execution  and  depositing  with  a  trustee  who 
shall  be  required  to  record  the  same  upon  designation  by  the  Secretary,  which 
shall  be  given  when  75  per  cent  of  the  shareholders  under  each  of  the  old 
canals  shall  have  signed  an  appropriate  contract  agreeing  to  adopt  the  typical 
river  as  a  basis  of  their  water  rights  and  when  the  owners  of  14,000  acres 
under  the  old  canal  system  have  executed  water-right  applications  for  a  full 
water  right  as  above. 

At  the  same  time  that  these  contracts  and  applications  are  being  executed,  the 
landowners  under  the  Highline  Canal  will  be  required  to  execute  appropriate 
water-right  applications  to  be  placed  in  the  hands  of  the  trustee  for  recording 
ul>on  designation  of  the  Secretary  of  the  Interior,  which  shall  be  made  when 
applications  for  16,000  acres  of  the  lands  in  private  ownership  under  the  High- 
line  shall  have  been  so  executed. 
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The  water  for  the  lands  under  the  Highline  Canal  shall  be  delivered  at  the 
head  of  the  Highline  Canal  and  shall  be  distributed  by  the  landowners  there- 
under, reserving  the  right  to  the  United  States  to  secure  proper  deliveries  to 
each  individual  water-right  applicant  at  the  exi)ense  of  the  Highline  Canal 
water  users  in  case  of  failure  to  provide  for  proper  distribution. 

As  an  alternative  the  landowners  under  the  old  canals  may  execute  appro- 
priate subscriptions  to  the  stock  of  the  water  users'  association  and  also  water- 
right  applications,  both  to  be  placed  in  the  hands  of  a  trustee,  for  an  acreage  of 
13,000  acres,  for  which  there  is  now  claimed  a  complete  water  right  from  the 
unregulated  flow  of  Spanish  Fork,  to  be  supplemented  by  such  an  amount  as  to 
make  2  acre-feet  per  acre  during  the  irrigation  season,  with  full  rights  in  the 
project  on  the  basis  of  a  credit  of  $65  per  acre  from  the  general  charge  for  the 
project  of  $80  per  acre. 

In  addition  23,000  acres  under  the  old  canals  may  be  entitled  to  a  full  water 
right  of  2  acre-feet  per  acre  per  annum  during  the  irrigation  season  at  a  credit 
of  $20  per  acre  from  the  general  charge  for  the  project  of  $80  per  acre. 

In  order  to  make  this  alternative  effective  it  will  be  necessary  that  appropriate 
water-right  applications  and  contracts  shall  be  executed  representing  an  area 
of  not  less  than  10,000  acres  of  the  said  13,000  acres,  to  be  placed  in  the  hands 
of  a  trustee,  and  that  appropriate  water-right  applications  for  not  less  than 
18,000  acres  of  the  said  23,000  acres  shall  be  executed  and  placed  in  the  hands 
of  a  trustee,  whereupon  the  contracts  and  water-right  applications  shall  be 
recorded  upon  the  designation  of  the  Secretary  of  the  Interior. 

At  the  same  time  water-right  applications  on  appropriate  forms  will  be  pre- 
sented to  landowners  under  an  extension  of  the  Highline  Canal  west  of  West 
Mountain  for  execution  on  their  part  and  placed  in  the  hands  of  the  trustee. 

If  the  landowners  under  the  old  canals  do  not  comply  with  one  of  the  above 
alternatives  within  60  days  after  contracts  and  water-right  applications  have 
been  presented  to  the  Water  Users'  Association,  and  if  at  the  same  time  the 
necessary  water-right  applications  for  lands  under  the  Highline  Canal  and 
the  extension  shall  have  been  executed,  the  engineers  in  charge  of  the  project 
are  hereby  directed  to  begin  the  construction  of  the  Highline  and  the  Highline 
extension,  leaving  the  adjustment  of  the  respective  water  rights  as  between 
the  canal  companies  and  the  United  States  to  such  further  action  as  may  be 
necessary. 

It  is  to  be  understood  that  no  one  of  the  above  propositions  will  require  the 
Reclamation  service  to  perform  any  construction  which  may  hereafter  become 
necessary  to  provide  for  drainage  of  seeped  or  water-logged  lands. 

It  is  also  understood  that,  if  desired,  the  owners  of  lands  under  the  old  canals 
and  landowners  under  the  Highline  may  have  separate  water  users'  associa- 
tions or  that  they  may  preferably  organize  irrigation  districts  as  authorized 
by  State  laws. 

It  is  also  understood  that  no  stored  water  will  be  furnished  to  any  lands 
under  the  old  canals  unless  appropriate  contracts  and  water-right  applications 
have  been  executed  as  above  required. 

The  payments  of  the  building  charge  shall  be  graduated  substantially  as  fol- 
lows: $1,  $2,  $3,  $4,  $5  for  the  first  five  years,  and  thereafter  $5  for  the  next 
four  years,  and  the  balance  In  the  tenth  year,  subject  to  any  extension  made 
applicable  by  future  statutes. 

The  present  Water  Users'  Association  is  expected  to  make  an  immediate  can- 
vass to  secure  the  views  of  the  owners  of  the  several  classes  of  lands  under  the 
old  canals  and  to  advise  me  in  Washington  within  20  days  from  date  as  to  the 
number  of  persons  who  will  informally  agree  to  one  of  the  plans  suggested,  and 
the  number  favoring  each  plan. 

If  the  canvass  does  not  show  a  majority  of  the  stockholders  of  the  canal  com- 
panies, representing  a  majority  of  the  acreage  involved,  in  favor  of  one  of  the 
alternative  plans  suggested,  it  will  be  necessary  that  the  entire  water  supply 
available  for  the  project  be  devoted  to  the  lands  under  the  Highline  and  its 
extension  or  other  modification  of  this  plan  as  may  be  deemed  advisable  by  the 
department. 

It  is  my  sincere  desire  that  there  may  be  such  an  adjustment  that  the  lands 
under  the  old  canals  may  be  Included  in  the  project. 

On  October  31  the  association  met  and  decided  to  separate  into 
two  associations,  one  covering  landowners  under  the  five  Spanish 
Fork  canals,  the  other  the  (fry-land  owners  under  the  Highline 
Canal.     No  action  was  taken  in  regard  to  the   Secretary's  letter 
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of  October  20,  but  on  December  19  the  association  forwarded  a  com- 
munication to  the  Secretary  of  the  Interior  refusing  to  accept  either 
proposition. 

On  January  20,  1914,  petitions  were  received  from  the  Mapleton 
and  Lake  Shore  districts,  asking  that  they  be  furnished  water  from 
the  Strawberry  Reservoir,  the  total  area  requesting  water  being  ap- 
proximately 5,000  acres.  On  March  9  a  petition  was  received  from 
landowners  near  Nephi,  requesting  that  a  portion  of  the  waters  of 
the  Strawberry  Valley  project  be  diverted  into  Juab  County  for 
their  use,  the  total  area  requesting  water  being  approximately  20,000 
acres.  On  March  25  the  Secretary,  through  a  letter  to  the  project 
manager,  abrogated  the  contract  between  the  water  users'  associa- 
tion and  the  United  States,  entered  into  March  5,  1906.  On  March 
31  a  petition  was  received  from  Clinton  district,  asking  that  they 
be  furnished  with  water  from  the  Strawberry  Valley  project. 

HiaHLINE  UNIT. 

In  accordance  with  a  petition  received  on  September  2, 1913,  from 
the  landowners  under  the  Highline  unit,  the  Secretary  of  the  Interior 
approved  a  form  of  water-right  application  on  February  24,  1914, 
under  which  the  land  under  the  Highline  unit  would  be  signed  up 
for  water.  On  May  8,  1914,  the  preliminary  conditions  under  which 
land  under  the  Highline  Canal  would  be  signed  up  and  under  which 
construction  work  would  be  begun  were  approved  by  the  Secretary. 
At  mass  meetings  held  at  Payson  and  Santaquin  on  May  18  and  21 
water-right  applications  and  conditions  were  presented  to  the  land- 
owners and  accepted,  and  the  work  of  signing  water-right  appli- 
cations begun.  On  June  30  water-right  applications  for  approxi- 
mately 16,500  acres  had  been  signed  up  and  preliminary  work  on  the 
examination  of  these  applications  begun  by  the  engineering  and 
legal  departments. 

MAPLETON  UNIT. 

In  accordance  with  a  petition  signed  by  208  landowners  in  the 
vicinity  of  Mapleton,  the  water-right  applications  and  conditions 
under  which  the  Mapleton  lateral  was  to  be  built  were  approved 
by  the  Secretary  and  submitted  to  the  landowners  at  a  mass  meet- 
ing held  at  Mapleton  June  3.  At  this  meeting  the  landowners  ap- 
pointed a  committee  to  further  investigate  the  proposition,  but  at 
the  close  of  the  fiscal  year  no  further  action  had  been  taken  in  the 
matter. 

OLD  CANAL  SYSTEM. 

A  number  of  committees  from  the  Lake  Shore  Irrigation  Co., 
Salem  Canal  Co.,  and  Spanish  Fork  South  Irrigation  Co.  nave  called 
at  the  office  for  the  purpose  of  discussing  the  possibility  of  land 
under  their  respective  canals  securing  water.  Nothing  final  has 
resulted  from  these  meetings,  but  it  is  likely  that  some  definite 
understanding  will  be  arrived  at  in  a  short  time  under  which  water 
can  be  sold  to  these  canal  companies  or  lands  under  them. 
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FINANCIAL  STATEMENTS. 

Assets,  liabilities,  reserves,  and  capital.  Strawberry  Valley  project,  to  June 

50,  1914, 

ASSETS. 

Cash  in  fiscal  agent's  possession  awaiting  remittance $6. 90 

Accounts  receivable,  uncollected  miscellaneous  items 1, 080. 00 

Inventories  : 

Animals $2, 605. 00 

Mechanical  and  other  equipment 40,  820. 32 

Material  and  supplies  on  hand  in  storehouses.  16, 176.  93 

Unadjusted  transfers  between  projects *  53.  54 

Undistributed  cost   (freight  and  handling  on 
inventory  property) 3. 494.  55 


Construction  woric  in  process: 

Gross  expenditures  for  construction  of  proj- 
ect to  date 2, 390, 424. 90 

Less  revenue  earned  during  construction,  as 
follows : 

Rentals  of  cottages $5, 144. 30 

Rentals  of  grazing  lands 54, 168. 85 

Rentals  of  power  and  light 20,  677.  55 

Rentals  of  irrigation  water 250. 00 

Rentals  of  telephone 1, 211.  76 

Profits  on  mess  house 5, 190.  64 

Profits  on  mercantile  stores. _      9, 146.  59 

Loss  on  hospital *  2. 810.  78 

Adjustments — 

Depreciation    on    plant    and 

equipment *  3, 003.  85 

Loss    shown    on    Government 
animals '  2,  935. 48 


63, 043. 26 


Total  deductionsu 87. 039.  58 


Net  expenditures  for  construction  of  project  to  date.-    2, 303, 385.  32 


Total  assets 2,  3G7,  515. 48 

LIABILITIES,   BESEBVES,   AND   CAPITAL. 

Accounts  payable : 

Unpaid  labor 2,  522.  63 

Unpaid  purchases. 222.  61 

Unpaid  freight  and  express  charges 636.  69 

Unpaid  passenger  fares 82. 11 

Unpaid  agreements  to  purchase  real  estate 28, 434.  26 

T^'nredeemed  coupon  books 73. 05 

Unpaid  miscellaneous 157. 45 


Total 32, 128.  80 

Net  investment: 

Disbursements $2, 421,  881.  49 

Transfers  received  from  other 
projects 87, 801. 45 


Less — 

Collections 141, 492. 39 

Transfers  issued  to  other 
projects 32, 803.  87 


2,  509, 682.  94 


174,  296.  26 


Total 2, 335, 386. 68 


Total  liabilities,  reserves,  and  capital  investment  of 

the  Government 2, 367, 515. 48 
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Functional  feature  coats  of  Strawberry  Valley  project  to  June  SO,  19 H. 

Development   (storage)   works $510,628.60 

Carriage  system 1, 570, 294. 86 

Distribution  system 5, 765.  78 

Power  system 71, 642. 17 

Real  estate 66, 345. 65 

Telephone  lines 14, 582. 51 

Roads  and  bridges 45, 048. 29 

Miscellaneous  preliminary  investigations 40, 363. 55 

Operation  and  maintenance  during  construction 50, 693. 04 

Cost  ledger  inventories 15,060.46 

Gross  expenditures  for  construction  of  project  to  date 2,390,424.90 

Estimated  cost  of  contemplated  work.  Strawberry  Valley  project,  during  fiscal 

year  1915. 

Carriage  system : 

Highline  Canal  _, $250, 000. 00 

Mapleton  lateral 50, 000.  00 

$300,000.00 

Distribution  system: 

Highline  Canal 180, 000. 00 

Goshen  lateral 105,000. 00 

285,000.00 

Power  system,  transmission  lines 1,  500. 00 

Real  estate,  grazing  lands 14,  217.  00 

Miscellaneous  preliminary  investigations 10, 000. 00 

Operation  and  maintenance  during  construction  : 

Guarding  and  maintaining  completed  works 10, 000. 00 

Power  plant  and  transmission  lines 22,000.00 

32, 000. 00 

Cost  ledger  inventories,  general  expense 10, 000. 00 

Total 652.  717. 00 
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Calvin  Casteel,  project  manager,  Okanogau,  Wash. 
(For  Results  to  June  SO,  1914,  and  Data  for  Complete  Projects,  see  appendix.) 

LOCATION. 

Connty:  Okanogan. 

Townships :  33  to  34  N..  Rs.  25  to  27  E.,  Willamette  meridian. 
Railroad:  Great  Northern  (branch  line). 

Railroad  stations  and  estimated  population,  January  1,  1914:  Okanogan,  700; 
Omak,  450;  Riverside,  400. 

WATER  SUPPLY. 

Source  of  water  supply :  Salmon  Creek. 

Area  of  drainage  basin :  121  square  miles  al)ove  CJonconuUy  Dam. 

Annual  run-off  in  acre-feet  of  Salmon  Creek  at  Jones's  ranch,  near  Okanogan 
(140  square  miles),  1903  to  1913:  Maximum,  56,500;  minimum,  17,350;  mean, 
29,900. 

AaBICULTXTBAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  the  service  is  prepared  to  supply  water,  season  of  1914: 
10,099  acres. 

Area  under  water-right  applications,  rental,  and  vested  water-right  contracts, 
etc.,  to  June  30,  season  of  1914 :  9,90(T  acres. 

Length  of  irrigating  season :  May  1  to  September  1 — 123  days. 

Average  elevation  of  Irrigable  area :  1,0(X)  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area:  At  Omak,  Wash.,  four  years. 
8.88  inches;  1913,  11.08  inches.  At  Conconully,  Wash.,  at  base  of  Salmon  River 
watershed.  14  years,  16.38  inches;  1913,  16.53  inches. 

Range  of  temperature  on  irrigable  area :  — 10**  to  105**  F. 

Character  of  soil  of  irrigable  area :  Volcanic  ash  and  gravel  on  upper  benches 
and  sand  and  gravel  on  lowlands  along  Okanogan  River. 

Principal  products:  Fruit,  hay,  grain,  and  vegetables. 

Principal  markets:  States  east. 

LANDS  OPENED  FOB  IKBIGATION. 

Dates  of  public  notices  and  orders:  November  12,  1908;  March  12,  1910; 
April  8,  1910;  February  23,  1911;  March  28,  1911;  April  29,  1912;  July  6,  1912; 
March  10,  1913;  June  16,  1913;  January  16,  1914. 

Location  of  lands  opened :  Tps.  33  and  34  N.,  Rs.  26  and  27  E.,  Willamette 
meridian. 

Present  status  of  irrigable  area  opened :  Entered  subject  to  the  reclamation 
act,  1,234  acres;  open  to  entry,  none;  private  lands,  8,393  acres. 

Limit  of  area  of  farm  units:  Public,  40  acres;  private,  40  acres. 

Duty  of  water :  21  acre-feet  per  acre  per  annum  at  the  farm. 

Building  charge  per  acre  of  Irrigable  land:  $65.  Owing  to  proposed  recon- 
struction of  portions  of  project,  new  contract  has  been  executed  with  Okano- 
gan Water  Users'  Association  providing  for  a  maximum  building  charge  of  not 
more  than  $110  per  acre. 
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Annual  rental  charge:  $3  per  acre  of  irrigable  land  for  all  lands  where  stay 
of  proceedings  was  taken  advantage  of;  otherwise,  operation  and  maintenance 
charge  of  $2.25  per  acre. 

CHBONOLOGICAL  STTMMABT. 

Reoonnoissance  and  preliminary  surveys  begun  in  1903. 
Construction  recommended  by  board  of  engineers,  October  9,  1905. 
Construction  authorized  by  Secretary,  December  2,  1905. 
First  irrigation  by  Reclamation  Service,  season  of  1908. 
Conconully  Dam  completed,  August,  1910. 
Entire  project  completed,  October,  1910. 

IBBIGATION  FLAN. 

The  irrigation  plan  of  the  Okanogan  project  provides  for  the  storage  of  water 
In  Salmon  I^ake  and  in  Conconully  Reservoir,  controlled  by  Conconully  Dam  on 
Salmon  Creek,  about  2  miles  below  Conconully,  Wash.;  the  control  of  Salmon 
Lake  Reservoir  by  a  short  Inlet  canal  from  Salmon  Creek  and  concrete  outlet 
works;  the  control  of  Conconully  Reservoir  by  means  of  an  outlet  tunnel  dis- 
charging Into  Salmon  Creek  below  the  storage  dam;  the  diversion  of  water 
from  Salmon  Creek  by  a  dam  about  12  miles  below  the  reservoir  into  a  canal 
system  watering  lands  in  the  valley  of  Okanogan  River  l)etween  Riverside  and 
Okanogan,  Wa^. ;  and  the  construction  and  oi)eration  of  a  pumping  plant  to 
supplement  the  gravity  water  supply  for  the  project  by  pumping  from  the 
Okanogan  River  to  1,050  acres  of  hind  on  the  sandy  portion  of  the  project  known 
as  Robinson  Flat,  where  the  duty  of  water  Is  less  than  on  the  heavier  soils. 
The  power  for  pumping  will  be  generated  at  drops  1  and  2  of  the  upper  main 
lateral  and  transmitted  to  the  pumping  station  near  the  town  of  Omak  by  about 
5  miles  of  transmission  line. 

The  United  States  Intends,  for  and  In  connection  with  the  project,  to  use  the 
waste,  seepage,  spring,  and  percolating  waters  arising  within  the  same,  and 
rsserts  a  right  thereto  by  virtue  of  Its  reservation  of  all  unappropriated  waters 
of  the  project  source  of  supply  and  of  Its  appropriation  of  said  waters  in  ac- 
cordance with  the  State  law  heretofore  made  for  the  purposes  of  the  project 

All  of  the  features  of  the  project — consisting  of  the  inlet  canal  and  outlet 
works  to  Salmon  Lake;  Conconully  hydraulic  filled  dam,  spillway,  and  outlet 
works;  the  diversion  weir  and  distribution  system — are  completed  and  have 
been  In  use  during  the  Irrigation  seasons  ot  1910,  1911,  1912,  and  1913. 

CONSTBUCTION  DUBING  FISCAL  YEAR. 

Salmon  Lake  improveTnents. — During  August,  1913,  this  work  was 
continued  and  has  been  completed,  with  the  exception  of  raising  the 
embankment.  The  outlet  channel  was  lowered  3  feet  for  a  distance 
of  500  feet,  involving  1,000  cubic  yards  of  excavation.  The  outlet 
flume  was  completed  to  the  outlet  structure  and  a  new  concrete  out- 
let structure  with  cast-iron  gate  installed,  requiring  the  placing  of 
23  yards  of  concrete. 

Extension  of  distribution  system. — This  work  was  carried  on 
throughout  the  year  and  provides  for  a  separate  delivery  of  water 
to  each  individual  tract  throughout  the  project,  down  to  a  minimum 
of  5  acres,  as  the  land  was  subdivided  on  October  1,  1912.  During 
the  year  13  miles  of  canals,  with  capacities  less  than  50  second-feet, 
were  constructed  and  GOO  miscellaneous  wooden  canal  structures, 
costing  less  than  $100  each,  were  installed.  One  hundred  and  five 
thousand  linear  feet  of  black  iron  pipe  were  laid,  ranging  in  size 
from  4  to  14  inches  and  in  weight  from  22  to  18  gauge,  liiis  pipe 
was  manufactured  under  local  contract  and  dipped  in  two  coats  of 
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asphaltum  in  the  dipping  vat  constructed  and  operated  by  the  United 
States  for  this  purpose  at  Omak,  Wash. 

Canal  lining. — During  the  fall  of  1913  and  spring  of  1914  the  work 
was  continued  on  placing  a  concrete  lining  in  those  portions  of  the 
canals  and  laterals  of  the  distribution  system  where  seepage  condi- 
tions were  found  to  be  bad,  and  19,650  linear  feet  of  canals  were  lined 
with  a  plaster  lining  1^  inches  in  thickness,  placed  upon  a  specially 
prepared  foundation  following  the  natural  slope  of  the  canal  banks. 
The  work  required  1,370  cubic  yards  of  concrete. 

OPEBATION  AND  KAIKTENANGE. 

The  irrigation  season  of  1913  began  with  the  turning  of  water  into 
the  canals  on  May  6  and  the  system  was  operated  for  1*20  days  dur- 
ing the  season,  which  closed  on  September  2.  The  service  was  pre- 
?ared  to  deliver  water  during  the  year  to  10,084  acres,  of  which 
,700  acres,  or  about  76  per  cent  of  the  total  area  of  the  project,  were 
actually  irrigated.  Water  was  delivered  to  441  farms,  aggregating 
8,585  acres  oi  irrigable  land.  The  season  throughout  was  very  favor- 
able for  farming  operations,  on  account  of  abundance  of  water  and 
bounteous  rains  during  the  months  of  May  and  June.  Due  to  these 
rains,  so  many  requests  were  received  from  farmers  to  shut  off  their 
water  that  it  was  necessary  at  times  almost  entirely  to  suspend  de- 
liveries on  the  project  for  periods  of  several  days  each.  The  run-off 
of  Salmon  Creek  for  the  year  amounted  to  21,545  acre-feet,  which 
was  the  largest  since  the  opening  of  the  project,  but  about  one-third 
less  than  the  average  annual  run-off  for  the  11  years  since  records 
have  been  kept.  This  run-off,  however,  proved  to  be  more  than  suffi- 
cient for  the  needs  of  the  project,  as  3,000  acre-feet  remained  in 
storage  at  the  end  of  the  irrigation  season. 

During  the  season  the  entire  distribution  system,  including  57 
miles  of  canals,  was  operated  and  20,300  acre- feet  of  water  diverted 
from  Salmon  Creek.  The  seepage  and  evaporation  losses  in  the 
distribution  system  for  the  season  amounted  to  38  per  cent,  or  9 
per  cent  less  than  for  1912.  This  decrease  was  due  principally  to  the 
concrete  lining  placed  in  the  canals  during  the  previous  fiscal  year, 
and  also  partly  to  the  silting  up  and  sodding  of  the  banks  from  the 
operation  of  the  system.  The  total  amount  of  water  delivered  to  the 
land  was  11,993  acre-feet,  or  1.57  acre-feet  per  acre  for  the  season. 
This  delivery  of  water  proved  to  be  ample,  as  very  little  was  required 
except  for  garden  truck  and  alfalfa  fields  during  the  months  oi  May 
and  June.  At  the  end  of  the  calendar  year  1913  the  reservoirs  of 
the  project  contained  4,330  acre-feet  of  water.  The  total  operation 
and  maintenance  cost  for  the  year  1913  was  $9,640.11,  which  is  equiva- 
lent to  $1.25  per  acre  irrigated,  or  $1.06  per  acre  irrigable  of  the 
total  area,  which  will  subsequently  be  subject  to  operation  and  main- 
tenance charges.  The  operation  and  maintenance  estimate  for  the 
year  was  $2  per  acre. 

The  rotative  system  of  delivery,  which  has  been  in  use  during  the 
previous  seasons  on  the  Okanogan  project,  was  practiced  during  1913 
and  was  found  to  give  the  most  satisfactory  results.  The  period  of 
rotation  is  seven  days  and  the  principal  advantages  of  this  system 


Digiti 


zed  by  Google 


282      THIRTEENTH  ANNUAL  REPORT  OF  RECLAMATION  SERVICE. 

are  that  each  water  user  during  every  other  week  gets  twice  his 
normal  delivery  of  water  and  is  thus  enabled  to  irrigate  his  land  in 
less  time  than  with  the  smaller  head ;  thus  the  seepage  losses  are  less 
and  the  water  user  is  given  sufficient  time  to  do  the  necessary  culti- 
vating. The  system  was  operated  throughout  the  season  with  no 
washouts  or  other  trouble  of  any  consequence,  and  the  delivery  of 
water  furnished  appeared  to  give  general  satisfaction. 

The  season  of  1914  also  started  off  well.  There  was  a  greater  snow- 
fall than  usual  on  the  mountains  forming  the  watershwi  of  Salmon 
Kiver  during  the  previous  winter,  so  that  there  was  a  good  run-off 
into  the  reservoir  early  in  the  season.  The  weather  was  warm  during 
April,  which  gave  the  crops  a  good  start,  and  the  soil  was  full  of 
moisture  from  the  rains  and  melting  snows  of  the  winter.  During 
May,  however,  the  weather  was  backward,  and  a  heavy  frost  occurred 
on  the  project  on  May  27.  The  temperature  dropped  to  30°  F.  at 
the  Weather  Bureau  station  at  Omak,  and  ice  was  lormed.  Consid- 
erable damage  was  done  to  garden  truck  and  berries  throughout  the 
project,  but  the  freeze  was  not  severe  enough  to  injure  the  fruit  crop. 
A  hailstorm  occurred  on  portions  of  the  project  the  same  day  which 
did  some  damage  to  apples,  but  this  was  largely  offset  by  judicious 
thinning.  On  June  5  the  weather  continued  cold,  and  considerable 
snow  fell  on  the  low  foothills  skirting  the  project. 

The  first  water  for  irrigation  was  released  from  the  reservoir  on 
May  6  and  preliminary  deliveries  made  until  the  19th,  when  the  reg- 
ular deliveries  on  the  rotation  schedule  were  commenced.  The  res- 
ervoirs of  the  projects  became  filled  with  water  for  the  first  time  on 
May  19,  and  it  was  necessary  to  waste  water  iijjto  the  Okanogan 
River,  since  the  project  canals  and  private  ditches  diverting  from 
Salmon  Creek  could  not  carry  the  amount  of  water  which  it  was  nec- 
essary to  release  from  the  reservoir.  The  water  was  not  allowed  to 
overflow  the  spillway,  since  this  would  destroy  the  drainage  system 
and  weirs  installed  to  measure  the  seepage  water  below  the  dam,  but 
the  outlet  gates  were  raised  and  the  excess  water  allowed  to  escape 
through  the  tunnel.  The  reservoirs  continued  full  and  overflowing 
practically  until  the  end  of  the  fiscal  year,  and  the  total  amount 
wasted  into  the  Okanogan  River  was  3,300  acre-feet,  the  maximum 
flow  into  the  river  being  110  second-feet.  During  this  period  the 
canals  of  the  system  were  operated  to  their  full  capacity  and  extra 
water  delivered  to  all  water  users  who  desired  it.  Many  took  advan- 
tage of  the  opportunity  to  start  cover  crops  on  the  sandier  lands  of 
the  project,  and  such  water  users  were  delivered  all  the  water  they 
could  handle,  up  to  the  maximum  carrying  capacity  of  the  system. 
On  account  of  these  large  heads  considerable  trouble  was  experienced 
from  leaks  and  washouts,  and  a  very  strict  patrol  was  necessary  to 
avert  serious  damage.  Conditions  at  the  Conconully  Dam  and  Spill- 
way remained  normal,  with  the  reservoir  full  and  the  flow  of  seepage 
water  less  than  had  been  anticipated ;  in  fact,  this  flow  is  becoming 
less  each  season,  considering  the  quantity  of  water  stored. 

Irrigation  water  is  bein^  delivered  to  450  farms  this  season,  the 
total  area  irrigated  being  7,850  acres.  Crop  prospects  are  excellent 
and  prices  are  good.  At  the  end  of  the  fiscal  year  15,200  acre-feet  of 
water  remained  in  storage,  or  only  400  acre-feet  less  than  the  total 
maximum  storage  capacity  of  the  project. 
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It«m. 


190» 


1910 


1911 


1912 


1913 


U914 


Aereage  for  which  servloe  was  prepared  to  supply  water. 

Acreage  irrigated 

ICQee  of  canal  operated 

Water  diverted  (acre-feet) , 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  irrigated  (acre-feet) 


4,550 
3,600 
41 
15,000 
9,000 
2.5 


9,500 
4,421 
41 
17,280 
9,300 
146 


10,061 
6,467 
41 
17,490 
8.259 
1.27 


10,061 

7,263 

46 

18,740 

9,040 

1.24 


10,084 

7,700 

47 

20,300 

11,993 

1.57 


10.009 

7,850 

60 

24,000 

15,600 

2.00 


1  Estimated. 
SETTLEMENT. 

Economic  conditions  on  the  project  are  apparently  improving,  as 
bank  statements  show  a  substantial  increase  in  deposits  oyer  the 
previous  year.  Very  little  land  is  changing  hands,  but  prices  are 
very  good  for  improved  property,  ranging  from  $250  for  tne  poorer 
soik  to  $600  or  $700  per  acre  for  the  best  improved  land,  with  or- 
chards coming  into  l:^arin^.  There  is  practically  no  demand  for 
raw  land,  and  in  fact  the  price  for  this  character  of  property  appears 
to  be  steadily  declining.  Consecjuently  the  raw  lands  of  the  project 
are  being  brought  into  cultivation  as  rapidly  as  possible,  and  the 
few  tracts  that  were  being  held  for  speculative  reasons  are  coming 
into  the  hands  of  bona  fide  settlers,  who  will  reclaim  and  develop 
them.  The  number  of  schools  and  churches  on  the  project  is  increas- 
ing, which  appears  to  be  a  sure  sign  of  the  permanency  of  the  present 
population  and  of  the  work  being  done.  Another  good  indication  is 
the  amount  of  permanent  road  work  being  carriecfon.  During  the 
present  year  about  2  miles  of  permanent  macadamized  road  on  an 
even  grade  were  constructed  under  the  local  improvement  district 
provision  of  the  State  law  and  several  other  similar  districts  have 
been  formed  for  road  work  to  be  done  during  the  coming  year.  These 
roads,  after  being  properly  jp'aded,  are  surfaced  with  crushed  rock, 
and  will  apparently  remain  in  good  condition  under  heavy  traffic  for 
several  years.  Considerable  work  of  a  similar  character  has  also  been 
done  at  county  expense  and  by  private  subscription,  and  this  work 
is  general  throughout  the  project. 

The  one  condition,  however,  which  has  been  the  most  potent  in 
reviving  economic  conditions  has  been  the  completion  of  the  Wenat- 
chee-Oroville  branch  of  the  Great  Northern  Kailroad.  This  line  was 
completed  from  Oroville  south  past  the  project  early  in  1913,  and  a 
triweeUy  mixed  passenger  ana  freight  train  service  instituted  on 
Jime  2,  1913.  This  service  continued  throug:hout  the  fiscal  year  1914, 
and  was  heavily  patronized  from  the  beginning,  the  line  having  more 
than  paid  expenses  from  the  start.  In  the  meantime  the  line  was 
completed  to  Wenatchee  and  connected  with  the  main  line  there,  and 
daily  train  service  was  instituted  on  Julv  1,  1914,  the  present  sched- 
ule calling  for  a  mixed  train  leaving  each  end  of  th^  line  each  morn- 
ing and  making  the  entire  run  the  same  day,  the  total  distance  being 
about  140  miles.  This  gives  an  excellent  opportunity  for  shipping  out 
fruit  and  other  produce  and  places  the  project  on  practically  the 
same  basis  as  the  Wenatchee  Valley,  which  has  been  receiving  profits 
from  the  shipment  of  fruits  for  a  number  of  years. 
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Item. 


1912 

1913 

500 

525 

1,200 
432 

1,200 
441 

428 

439 

4 

2 

1,200 

3 

1,200 

2,400 

6 

4 

1,200 

3 

1.200 

2,400 

6 

4 

4 

$135,000 

$220,000 

1,350 

3 

$135,000 

$250,000 

1,4S5 

2 

1914 


1.  Total  number  of  tanDs  on  project 

2.  Population  of  (1 ) 

8.  Number  of  irrigated  (arms 

4.  Operated  by  owners  or  managers 

5.  Operated  by  tenants 

6.  Population  of  (3) 

7.  Number  of  tow  ns 

8.  Population  of  (7) 

9.  Total  population  in  tow  ns  and  on  farms,  sum  of  (2)  and  (8) 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banks 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  number  of  depositors 

16.  Number  of  relinquishments 


550 

450 
44H 

,2-0 
3 


$1?5. 
$272, 


4 

000 

'1 


FBINCIFAL  CBOPS. 

During  1913,  287  farms,  comprising  2,736  acres  under  the  project, 
were  cropped,  the  total  value  of  the  crops  produced  being  $86,4:38. 
The  principal  crops  raised  were  alfalfa,  grain,  timothy  and  clover 
hay,  terries  and  truck,  com,  fruit,  and  potatoes.  Practically  all  of 
these  crops,  except  fruit,  were  raised  in  young  orchards  between 
the  rows  of  trees,  the  alfalfa  and  clover  being  for  cover  crops  and 
forage  for  the  animals  maintained  on  the  farm. 

The  area  cropped  shows  a  decrease  of  544  acres  and  in  total  value 
of  $33,500  from  the  same  quantities  for  the  year  1912.  This  has  been 
due  to  several  causes.  In  the  first  place,  due  to  the  low  prices  of 
1912  and  uncertainty  of  marketing  conditions,  many  farms  did  not 
plant  as  large  an  acreage  as  during  the  previous  year.  In  the  second 
place,  many  of  the  orchards  had  reached  the  bearing  stage  and  the 
owners  thought  best  to  devote  their  entire  time  and  attention  to  the 
cultivation  of  the  trees  and  not  attempt  to  raise  crops  between  the 
rows.  The  trees  had  reached  such  a  size  as  to  reduce  the  space  left 
for  crops  between  the  rows  to  a  very  small  area,  which  was  not  much 
greater  than  was  required  for  the  home  garden  and  the  income  from 
the  fruit  trees  was  expected  to  replace  in  part  at  least  that  which  had 
formerly  been  secured  from  the  truck  patches. 

On  July  30, 1913,  the  first  carload  of  fruit  (apricots)  was  shipped 
from  the  project  over  the  new  railroad,  ana  during  the  season 
13  cars  were  shipped,  8  cars  being  apples  and  the  balance  soft 
fruits.  These  shipments  were  made  by  the  local  branches  of  the 
Wenatchee  Valley  Fruit  Growers'  Association,  but  the  returns  were 
not  so  good  as  had  been  expected,  or  as  were  received  for  the  con- 
signments made  by  the  main  association.  This  was  due  to  the  high 
freight  charges,  on  account  of  shipment  being  by  the  way  of  Oroville 
to  Spokane  and  requiring  two  to  three  days'  time,  and  to  the  inex- 
perience of  the  local  growers  in  packing  and  otherwise  preparing 
their  fruits  for  market.  The  experience  was  a  helpful  one,  however, 
and  those  who  made  shipments  last  year  have  profited  thereby  and 
will  doubtless  prepare  their  produce  this  year  in  the  most  approved 
and  modern  method.  There  was  practically  no  extra-fancy  fruit 
shipped  from  the  project  in  1913,  on  account  of  two  hailstorms  which 
passed  over  the  project  and  badly  pitted  most  of  the  fruit.    During 
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1914,  however,  there  should  be  a  large  proportion  of  extra-fancy 
fruit  and  the  indications  now  are  for  good  prices.  The  estimate  made 
for  shipments  this  year  is  from  100  to  150  cars. 

Crop  report,  Okanogan  project,  year  of  191S. 


Area 
acres. 

Unit  of 
yield. 

Yields. 

Values. 

Crop, 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

TotaL 

Per  acre. 

Croppedi 

AUVa  an<1  irn^^  hay 

1,2S2 
140 
14 

m 

47 
024 

28 
2 
161 
204 
227 

* 
Ton 

8,766 

3.0 

siaoo 

837,660 
7,000 

671 
4,011 

470 
20,910 
2,616 

150 
8,060 
6,100 

130.00 
60.00 

BfTiiwandtnwV... 

TteftiM 

Bushel.. 
Bushel.. 

150 
4,011 

11^83* 

3.60 
LOO 

40.80 

Com 

2L00 

Pasture 

10.00 

Bearing  orchard 

Pound.. 

1,046,600 

1,600 

.02 

saoo 

Nuneiy  stock 

92.00 

Onions 

Ton 

Bushel.. 
Ton 

6 

16,100 

610 

2.6 
100 
2.6 

saoo 

.60 

laoo 

75.00 

Potatoes 

60  00 

Thnothy  and  dover 

26.00 

Less  dnpUcated  areas 

Total 

2,736 

86,438 

3L50 

IiTtBted.  no  crop: 

Pml(  treeS|  young 

6,795 
80 
911 

Town  of  Okanocui 

Less  dupUcated>rea8 

Total 

4,064 

Total  irrigated 

7,700 

J 

Areas. 

Acres. 

Number 
of  liEtfins* 

Total  irrigable  ana  Cums  reported 

Total  irrigated  area  &ims  reported 

Under  water-right  applications 

8,686 
7,700 
6,144 
190 
1,366 
2,736 

441 

441 

422 



19 

Vt^dm^  wfttMT  rfffhtff 

Total  cropped  area  Hums  reported. 

287 

FXTBLIG  NOTICE  DATED  JANUABY  16,  1914. 

Whereas,  under  the  acts  of  Congress  approved  June  17,  1902  (32 
Stat,  388),  and  February  13, 1911  (36  Stat,  902),  a  stay  of  proceed- 
ings looking  to  the  cancellation  of  entries  or  water-nght  applica- 
tions for  failure  to  make  payments  when  due  was,  on  April  29,  1012, 
offered  to  landholdei^  imder  the  Okanogan  project,  Washington,  and 
such  stay  of  proceedings  was  in  general  accepted  and  the  conditions 
thereof  complied  with  by  such  landholders;  and 

Whereas  it  is  the  desire  of  many  such  landholders  to  secure  patents 
or  water-right  certificates  under  the  act  of  Congress  approved 
August  9,  1912  (37  Stat,  265),  which  contains  the  provision  that 
^'  no  such  patent  or  certificate  shall  issue  until  all  sums  due  the  United 
States  on  account  of  such  land  or  water  right  at  the  time  of  issuance 
of  patent  or  certificate  shall  have  been  paid '' : 

Now,  therefore,  it  is  hereby  ordered  that  for  all  lands  under  the 
said  project  the  entrymen  or  owners  of  which  shaU  have  validly 
accepted  the  stay  of  proceedings  offered  by  the  said  order  of  April 
29,  1912,  in  the  manner  and  form  therein  prescribed,  and  shall  be 
and  remain  in  good  standing  thereunder  by  having  made  the  pay- 
e4i62'»-l5 ^19  ,ig,,,,  ,^  ^uu^it: 
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ments  required  thereby,  the  charges  for  building,  operation,  and 
maintenance  which  may  have  accrued  or  which  would  hereafter  ac- 
crue against  their  lanas  under  the  provisions  of  public  notices  and 
orders  theretofore  issued  shall  be,  and  they  are  nereby^  postponed 
until  further  announcement  by  public  notice  or  otherwise. 

Nothing  herein  shall  be  construed  as  a  waiver  or  release  of  any 
payment  of  charges  for  water  or  water  rentals  prescribed  by  the  sai^ 
order  of  April  29,  1912. 

Andrieits  a.  Jones, 
First  Assistant  Secretary  of  Interior. 

FINANGIAI.  STATEMENTS. 
Assets,  UabiUties,  reserves,  and  capital,  Okanogan  project,  to  June  90^  1914, 

ASSETS. 

Accounts  receivable: 

Uncollected  water  rentals $13,914.00 

Construction  charges  due  and  uncollected  from 
water-right  applicants 52, 547. 70 

Total $06, 491. 70 

Xnventories : 

Animals 570.00 

Mechanical  and  other  equipment 6,516.75 

Material  and  supplies  on  hand  in  storehouses 3, 366. 67 

10,453.42 

Construction  work  in  process: 

Gross  expenditures  for  construction  of  project  to 

date 687, 774. 99 

Less  revenue  earned  during  construction,  as  fal- 
lows : 

Rentals  of  cottages $224.00 

Rentals  of  grazing  lands 540.00 

Rentals  of  irrigation  water _-  1, 670, 50 

Loss  on  mess  houses *  465. 00 

Profits  on  hospitals 256.00 

Profits  shown  on  Government  ani- 
mals       890. 14 

Total  deductions 3,115.64 

Net  expenditures  for  construction  of  project  to  date 684,659.  S5 

Total  assets 761,604.47 

LIABILITIES,   BESEBVES,   AND   CAPITAL. 

Accounts  payable: 

Unpaid  labor 94&  87 

Unpaid  purchases 1, 714. 26 

Unpaid  freight  and  express  charges 5,848.06 

Unpaid  passenger  fares 5.45 

8, 516. 64 

Reserves  for  repayment  to  reclamation  fund  of  cost  of 

project : 
Construction  charges  accrued  on  contracts  with 

water-right  applicants 68, 934. 40 

Construction  charges  paid  in  advance  by  water- 
right  applicants 8, 085. 00 

77, 019. 40 
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Net  Inyestment: 

Disbursements $730, 715. 79 

Transfers  received  from  other  proj- 
ects       28, 515. 10 

$768,230.89 

T-C130 

Collections 131, 785. 28 

Transfers  issued  to  other  proj-  , 

ects 10, 259.  21 

142,044.47 

$626, 186. 42 

Total 711, 722. 46 

Revenues  in  excess  of  cost  of  operation  and  maintenance 49, 882. 01 

Total  liabilities,  reserves,  and  capital  investment  of  the 
Government 761, 604. 47 

Functional  feature  costs  of  Okanogan  project  to  June  SO,  19H, 

Development  (storage)  works $336,098.11 

Distribution  system 325, 537. 08 

Real  estate 7, 200. 00 

Telephone  lines 6,014.20 

Farm-unit  subdivisions 1,889.92 

Roads  and  bridges ^ 1, 096. 05 

Miscellaneous  preliminary  investigations 4,603.27 

Operation  and  maintenance  during  construction 4,736.36 

Gross  expenditures  for  construction  of  project  to  date 687, 774. 99 

Operating  revenue^  and  expenses,  Okanogan  project,  to  June  SO,  1914, 

EXPENSES. 

Development  (storage)  works: 

Operation ^ 3, 393. 01 

Maintenance 504.60 

Distribution  system: 

Operation 9, 414. 41 

Maintenance 15, 973. 47 

Undistributed  expenses: 

Operation 20, 300. 25 

Maintenance 13,863.60 

Revenues  in  excess  of  cost  of  oi)eration  and  maintenance  (curried 
to  credit  side  of  assets  and  liabilities  statement) 49, 882.01 

Total 113,331.35 

BEVENUES. 

Operation   and   maintenance  charges   accrued  on  contracts  with 

water-right  applicants $35, 440. 12 

Rentals  of  lands  and  buildings 1, 169. 25 

Rentals  of  irrigation  water 76,  706.  80 

Miscellaneous  revenues 15.18 

Total 113, 331. 35 

Estimated  cost  of  contemplated  work,  Okanogan  project,  during  fiscal  year  1915. 

Development  (storage)  works: 

Salmon  Lake  Dam $1,500.00 

Road  repairs 1, 500. 00 

Drainage  system  in  town  of  Conconully 2,500.00 

$5, 500. 00 
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Distribution  system : 

Extension  of  distribution  system $10, 000. 00 

Robinson  Flat  pumping  plant — 

Power  plant  No.  1 $12,877.00 

Power  plant  No.  2 13,255.00 

Pumping  plant 38, 600. 00 

Transmission  line 5, 491. 25 

Engineering  and  contingencies 14,076.75 

84,300.00 

Concrete  lining  of  canals 35, 000. 00 

$129,300.00 

Operation  and  maintenance  during  construction : 

Development 1, 500. 00 

Carriage 1, 500. 00 

Distribution 8, 000. 00 

General  expense 5,000.00 

16, 000.  00 

Total 150, 800. 00 
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WASHIirOTOlT,  PALOTTSE  PBOJECT. 

Ebnest  McOulloh,  engineer,  Sunnyside,  Wasb. 

IBBIGATION  PLAN. 

The  Palouse  project  contemplates  the  reclamation  of  a  large  area  of  desert 
land  In  Franklin  County,  Wash.,  lying  below  the  700-foot  contour  and  extending 
north  from  the  Columbia  and  Snake  Rivers  to  the  town  of  Eltopia. 

HISTOBIGAL  BEVIEW. 

During  the  period  of  1902  to  1905  extensive  investigations  were 
carried  on  by  a  corps  of  en^neers  of  the  service  to  ascertain  the 
feasibility  of  the  project.  Surveys  of  the  irrigable  lands  and  canal 
lines  were  made  in  connection  with  the  mapping  of  several  dam  and 
reservoir  sites  for  storing  and  diverting  the  water  of  the  Palouse 
River  to  the  lands,  and  plans  and  estimates  of  the  scheme  were  pre- 
pared by  the  engineers.  These  were  revised  by  various  boards  of 
consulting  engineers  late  in  1905,  the  conclusions  and  decisions  of 
these  boards  resulting  in  the  department  laying  aside  further  con- 
sideration of  the  scheme  for  more  favorable  projects  then  under 
review. 

Agitation  by  public-spirited  citizens  in  Whitman  and  Franklin 
Counties  resulted  in  the  enactment  by  the  Legislature  of  the  State  of 
Washington,  during  the  session  of  1912-13,  of  a  bill  authorizing  the 
governor  of  the  State  to  make  all  necessary  surveys  for  ascertaining 
the  feasibility  of  the  reclamation  of  the' lands  under  the  Palouse 
project,  and  appropriating  $10,000  for  carrying  on  the  work. 

The  passage  of  this  act  made  it  possible  for  the  reinvestigation  of 
the  scheme.  Upon  the  solicitation  on  the  part  of  the  State  officers 
the  matter  of  cooperation  with  the  General  Government  was  taken 
up.  This  invitation  was  entertained  and  resulted  in  the  Secretary 
of  the  Interior  appropriating  a  like  sum  as  set  aside  by  the  State, 
and  in  the  consummation  of  an  agreement  dated  November  18,  1913, 
between  the  State  of  Washington  and  the  United  States  under  which 
the  work  is  being  carried  forward. 

The  reinvestigations  began  in  December,  1913.  The.  1st  day  of 
December  was  devoted  to  conferences  with  C.  H.  Swigart,  supervis- 
ing engineer  of  the  Washington  division,  at  North  Yakima  and  with 
the  governor  of  the  State  at  Olympia  as  to  the  methods  of  procedure 
and  accounting.  Following  these  conferences  examinations  were 
made  of  the  maps  and  reports  prepared  by  the  former  engineers  from 
surveys  and  data  secured  in  the  previous  investigation.  This  was 
done  m  order  to  become  familiar  with  the  work  done  by  the  former 
engineers  and  that  no  work  in  the  future  would  be  a  repetition  of 
the  former  investigation.  The  work  done  and  the  material  prepared 
by  the  former  en^neers  was  extensive  and  of  extreme  value  in  the 
present  investigation,  and  has  greatly  reduced  the  extent  of  the 
present  operations. 
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In  order  to  gain  a  general  knowledge  of  the  nature  of  the  country 
and  the  proposed  project  a  number  of  trips  were  made.  These  in- 
cluded visits  to  all  dam  and  reservoir  sites  and  routes  of  canal  lines 
surveyed  by  the  former  engineers.  Examinations  were  made  of  tiie 
Eock  Lake,  Washtucna,  and  Winona  dam  and  reservoir  sites,  and 
the  Washtucna  and  Esquatzel  coulees,  through  which  surveys  were 
made  for  canal  lines  for  transporting  the  water  to  the  irrigable 
lands.  Examination  of  the  irrigable  lands  was  also  made  and  a 
number  of  irrigated  tracts  in  the  Columbia  and  Snake  Eiver  basins 
were  inspected  and  examined  to  obtain  data  as  to  results  and  quantity 
of  water  required.  This  information  is  valuable,  as  it  will  have  a 
direct  bearing  upon  the  quantity  of  water  required  on  the  lands  under 
consideration. 

SXTBVEYS. 

Late  in  December,  1913,  a  reconnoissance  survey  was  begun  of  the 
drainage  area  of  the  Palouse  Eiver  for  possible  dam  and  reservoir 
sites.  The  upper  tributaries  were  first  examined.  These  were  fol- 
lowed by  examinations 'lower  down  the  stream  until  the  whole 
drainage  area  was  investi^ted. 

Of  the  many  sites  examined  only  four  presented  sufficient  surface 
and  topographic  features  to  warrant  further  consideration  and  survey. 
These  favorable  sites  are  known  as  the  Wiedrich,  Hinchliff,  State 
Line,  and  Potlatch  Reservoirs. 

On  February  19,  1914,  a  field  party  was  organized  to  make  topo- 
graphic surveys  of  these  reservoirs,  beginning  work  on  the  Wiedrich 
site.  After  its  completion  the  party  was  transferred  to  Winona  Res- 
ervoir site  to  make  a  survey  for  the  relocation  of  the  railroad  which 
traverses  a  portion  of  this  reservoir.  The  Winona  site  was  at  one 
time  considered  by  the  former  engineers  as  a  possible  reservoir,  they 
having  made  a  partial  survey  of  this  site,  in  their  final  report  of 
findings,  however,  the  reservoir  was  not  considered  as  a  part  of  their 
scheme.  The  present  investigation  has  ^ven  this  site  consideration, 
and  a  survey  has  therefore  been  made  for  the  relocation  of  the  rail- 
road above  the  flood  line  of  the  reservoir. 

Following  the  completion  of  this  survey  the  party  was  moved  to 
the  Hinchliff  site  and  then  to  the  State  Line  and  Potlatch  sites  in  the 
order  named.  The  Potlatch  site  is  traversed  by  the  Washington, 
Idaho  &  Montana  Railroad.  After  the  party  completed  the  survey 
of  the  reservoir,  a  number  of  lines  were  run  to  ascertain  the  most 
economical  route  for  a  railroad  over  the  proposed  dam  at  this  site. 

Owing  to  the  incomplete  survey  of  the  Winona  site  as  made  by  the 
former  investigators,  it  was  considered  necessary  to  make  a  resurvey 
of  this  reservoir.  Accordingly,  on  the  completion  of  the  Potlatch 
survey  the  party  was  moved  to  Winona  and  a  resurvey  made  of  this 
reservoir. 

The  area  and  the  number  of  miles  of  line  run  for  the  relocation  of 
railroads  at  the  various  sites  by  this  party  are  as  follows : 


Area. 

Miles. 

Wiedrich 

2,708 
3,804 
£00 
1,606 
4,490 

Winona 

&5 

Hinchcltff 

State  Line 

Potlatch 

5 
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A  seccmd  field  party  was  organized  on  February  25  to  make  suryeys 
for  canals  and  secure  data  for  power  deyelopment,  beginning  opera- 
tions on  the  Palouse  River  in  tne  vicinity  of  Hooper.  Topographic 
survevs  were  made  of  a  number  of  favorable  sites  for  diversion  dams, 
and  the  territory  on  both  sides  of  this  stream  was  mapped  for  a  dis- 
tance of  4  miles  above  and  2  miles  below  the  town,  or  to  a  point  cov- 
ered by  surveys  made  under  the  former  engineers.  It  was  tnen  found 
unnecessary  to  make  a  complete  survey  of  the  country  between  Palouse 
Falls  and  Washtucna  Lake,  as  topographic  maps  of  this  territory  had 
been  prepared  by  the  former  engineers.  However,  it  was  found  nee- 
essary  to  supplement  these  maps  with  additional  data  to  meet  present 
requirements,  which  was  done. 

Following  the  completion  of  the  surveys  in  the  vicinity  of  Hooper 
the  party  was  moved  to  Connell,  from  which  point  surveys  were  con- 
tinued for  canal  lines  from  Washtucna  Lake  to  Connell  on  the  north 
side  of  Washtucna  coulee.  After  completion  of  this  work  the  party 
surveyed  several  lines  for  estimating  power  development  below  Con- 
nell in  Es<}uatzel  coulee.  The  aggregate  area  mapped  and  the  length 
of  canal  Imes  surveyed  by  this  party  amounted  to  8,900  acres  and 
46.6  miles,  respectively. 

Water  supply. — ^In  connection  with  the  study  of  water  supply  it 
was  considered  advisable  to  establish  a  number  of  gauging  stations  on 
the  streams  in  the  watershed  in  order  to  verify  and  supplement  the 
present  available  data.  Nine  such  stations  were  arranged  for,  three 
of  which  are  reestablishments  of  stations  established  by  the  former 
engineers  and  abandoned  shortly  after  the  previous  investigation 
cl(^ed. 

Test  pits. — ^To  ascertain  the  character  of  the  foundation  at  the 
Wiedricn  and  Winona  dam  sites  a  number  of  pits  were  dug  and  holes 
drilled  at  these  sites.  The  location  of  these  holes  and  pits  have  been 
mapped  and  samples  of  the  material  penetrated  and  encountered  ob- 
tained. These  data  have  revealed  the  character  of  the  substrata  at 
the  sites,  and  have  been  very  valuable  in  the  preparation  of  estimates 
of  the  cost  of  the  construction  of  dams  at  these  points. 

SoU  survey. — ^An  extensive  soil  survey  of  the  irrigable  lands  is  in 
progress.  A  large  number  of  borings  have  been  made  and  samples 
of  the  soil  have  been  secured.  The  field  work  of  this  survey  has  been 
completed,  but  the  laboratory  work  is  now  in  progress,  aiid  is  being 
done  by  an  expert  of  the  Bureau  of  Soils  at  the  State  College  at  Pull- 
man, Wash. 

At  the  completion  of  all  field  work  in  connection  with  the  present 
investigation  the  office  at  Colfax  was  closed  and  the  office  force  moved 
to  Sunnyside,  where  all  future  work  in  connection  with  the  prepara- 
tion of  estimates  and  reports  will  be  completed. 

A  general  map  has  been  prepared  which  shows  the  location  of  the 
various  reservoirs  mapped  and  the  lines  run  by  the  field  parties  under 
the  present  investigation. 

WATEB  APPBOPBIATIOKS  AJSm  nLINO& 

The  United  States  has  taken  action  on  behalf  of  the  Palouse 
project  to  secure  an  adequate  water  supply  should  the  project  be 
unoertaken.  Under  date  of  June  30,  1913,  the  supervising  en^neer 
executed  a  notice  of  withdrawal,  which  was  promptly  filed  in  the 
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office  of  the  commissioner  of  public  lands  of  the  State  of  Washing- 
ton, claiming^ an  appropriation  of  all  the  unappropriated  waters  in 
the  Palouse  Kiver  above  section  1,  townshii>  14  north,  range  36  east, 
and  the  tributaries  of  the  Palouse  Biver,  including  the  following: 

Palouse  River  above  section  1,  township  14  north,  range  36  east,  Willamette 
meridian,  also  tributary  thereto  Cow  Creek,  Cow  Lake,  Middle  Lake,  Big 
Swamp  Lake,  Colville  I^ke,  Union  Creek,  Rock  Creek,  Cottonwood  Creek,  Rock 
Lake,  Thorn  Creek,  Squaw  Creek,  Pine  Creek,  Cabbage  Creek,  Rock  Oredc 
Lake,  Chapman  Lake,  Phillea  Lake,  Wassup  Creek,  Pleasant  Valley  Creek, 
Clear  Creek,  together  with  their  branches  and  tributariea 

This  notice  held  the  waters  so  filed  upon  from  appropriation  on  the 
part  of  any  other  person  or  corporation  for  the  period  of  one  year. 
Subsequently,  under  date  of  June  3,  1914,  the  supervising  engineer 
filed  a  certificate  of  the  project  stating  that  preliminary  surveys  indi- 
cated the  feasibility  of  the  project  and  that  examinations  in  detail 
would  be  made.  The  filing  of  this  second  certificate  under  the  State 
law  in  question,  that  of  March  4, 1905,  will  hold  the  waters  so  appro- 
priated for  a  period  of  three  years. 

FINANCIAL  STATEMENTS. 

The  assets  and  liabilities  are  shown  in  the  financial  statement  for 
the  secondary  projects.  The  costs  are  given  in  the  functional  feature 
cost  report  which  follows  the  above  statement  and  the  net  investment 
is  given  in  Tables  11  and  12  in  the  appendiiL 
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R.  K.  Tiffany,  project  manager,  Sunnyside  and  Tleton  units,  North  Yakima, 
Wash.;  J.  G.  Heinz,  assistant  manager,  Sunnyside  unit,  Sunnyside,  Wash.; 
G.  C.  FiNusY,  assistant  manager,  Tieton  unit,  Nache8»  Wash. ;  G.  E.  Gbown- 
ovEB,  project  manager,  storage  unit 

,  (For  ResulU  to  June  30,  1914,  and  Data  for  Complete  Projects,  see  ap- 
pendix.) 

LOCATION. 

Counties:  Yakima,  Benton,  and  Kittitas. 

Townships:  8  to  22  N.,  Rs.  11  to  25  K,  Willamette  meridian. 

Railroads :  Northern  Pacific ;  Chicago,  Milwaukee  &  St.  Paul ;  Oregon- Wash- 
ington Railroad  &  Navigation  Co. 

Railroad  stations  and  estimated  population  January  1,  1914:  Grandyiew,  700; 
Sunnyside,  1,400;  Outlook,  150;  Granger,  500;  Zillah,  400;  Mabton,  700;  Byron, 
50;  Prosser,  1,400;  Ellensburg,  5,000;  Thorp,  300;  Yakima,  200;  North  Yakima, 
16,500;  Naches,  500;  Wapato,  500;  Toppenlsh,  1,700;  and  Parker,  50. 

WATEB  SUPPLY. 

Source  of  water  supply :  Yakima  River  and  tributaries. 
Area  of  drainage  basin :  5,270  square  miles. 

Annual  run-off  in  acre-feet  of  Yakima  River  at  Union  Gap,  3,300  square  miles; 
1897  to  1913— maximum,  4,370,000;  minimum,  2,390,000;  mean,  3,330,000. 

AGBICXTLTITBAL  AND  CLIMATIC  CONDITIONS. 

Area  for  which  service  is  prepared  to  supply  water,  season  of  1914 :  Sunnyside 
nnit,  81306  acres;  Tieton  unit,  34,071.8  acre& 

Area  under  water-right  applications  and  rental  contracts,  season  of  1914: 
Sunnyside  unit,  71,426  acres ;  Tieton  unit,  24,655.74  acrea 

Length  of  irrigating  season :  Sunnyside  unit,  April  1  to  October  31,  214  days ; 
Tieton  unit.  May  1  to  October  1, 153  days. 

Average  elevation  of  irrigable  area :  1,000  feet  above  sea  level. 

Average  annual  rainfall  In  irrigable  area :  At  Sunnyside,  1895  to  1913,  6.56 
inches;  1913,  6.82  inches.  At  North  Yakima,  1909  to  1913,  6.25  Inches;  at 
Tieton,  1913,  7.88  Inches. 

Range  of  temperature  on  Irrigable  area :  —21*'  to  110**  F. 

Character  of  soil  of  irrigable  area :  Sunnyside  unit — on  about  three-fourths  of 
the  unit  the  soil  is  sandy  loam  or  volcanic  ash  from  10  to  60  feet  deep.  The 
remainder  is  decomposed  basalt,  underlain  by  gravel  or  a  combination  of  this 
with  the  above-named  soils.    Tieton  unit — ^volcanic  ash. 

Principal  products:  Forage,  hops,  vegetables,  and  fruit;  stock  and  dairy 
producta 

Principal  markets  Seattle,  Tacoma,  and  Spokane,  Wash.,  Alaska,  and  eastern 
cities. 

LANDS  OPENED  FOB  IBBIGATION. 

SUNNYSIDE  UNIT. 

Dates  of  public  notices:  November  18,  1908;  March  2,  1909;  April  18,  April 
19,  May  2,  1910;  March  15,  1911;  February  29,  May  31,  1912;  June  16,  June  23, 
October  2,  1913;  March  10,  April  11,  1914. 

Location  of  lands  opened :  Tps.  8  to  12  N.,  Rs.  19  to  25  E.,  Willamette  merid- 
ian. 

Present  status  of  Irrigable  lands  opened :  1,500  acres  entered  subject  to  rec- 
lamation act;  600  acres  of  State  lands;  79,206  acres  in  private  ownership. 

Duty  of  water :  3  acre-feet  per  acre  per  annum  at  the  farm. 

Umit  of  area  of  farm  units :  Public,  80  acres ;  private,  160  acres. 

Building  charge  per  acre  of  irrigable  land:  $52. 

Annual  operation  and  maintenance  charge :  $0.95  per  acre  of  irrigable  land. 
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TIETON   UNIT. 

Dates  of  public  notices  and  orders:  November  7,  1910;  March  8,  April  14, 
1911;  January  24,  February  21,  April  18,  May,  10,  1912;  March  21,  AprU  26» 
June  16,  1913;  March  4,  1914. 

Location  of  lands  opened:  Tps.  12  to  15  N.,  Bs.  16  to  19  E.,  Willamette 
meridian. 

Present  status  of  irrigable  land :  1,852.03  acres  entered  subject  to  the  reda- 
mation  act;  323.63  acres  opened  to  entry;  2,274  acres  State  land;  329  acres 
railroad  land ;  22,803.71  acres  in  private  ownership  covered  by  water-right  appli- 
cation ;  6,489.43  acres  in  private  ownership,  unapplied  for. 

Duty  of  water :  2.17  acre-feet  per  acre  per  annum  at  the  farm. 

Limit  of  area  of  farm  units :  Public,  40  acres ;  private,  160  acre& 

Building  charge  per  acre  of  irrigable  land :  $93. 

Annual  operation  and  maintenance  charge :  $1.50  per  acre  of  Irrigable  land. 

CHBOKOLOGICAL  SXTBCMABT. 

Reconnoissance  and  preliminary  surveys  in  1903. 

Report  of  board  of  engineers  recommending  construction  October  16,  1906^ 

Construction  of  Sunnyside  and  Tieton  units  authorized  by  Secretary  Decem- 
ber 12,  1905 ;  Wapato  unit,  June  16,  1906. 

Sunnyside  Canal  purchased  June  23,  1906. 

First  irrigation  by  Reclamation  Service,  Sunnyside  unit,  season  of  1907. 

Tieton  diversion  dam  completed  December,  1908. 

Tieton  Main  Canal  completed  in  1909. 

Bumping  Lake  Dam  completed  in  1910. 

First  irrigation  by  Reclamation  Service,  Tieton  unit  season  1911. 

Distribution  system,  Sunnyside  unit,  completed  in  1911. 

Tieton  unit  completed  winter  1911-12. 

Kachess  Dam  completed  fall  of  1912. 

Warren  Act  contract  with  Kittitas  reclamation  district  executed  by  Secretary 
of  Interior  January  18,  1913. 

Per  cent  completed  June  30, 1914 :  Storage  unit,  25.7  per  cent ;  Sunnyside  anit, 
89  per  cent ;  Tieton  unit,  94  per  cent. 

IBRIGATION  PLAN. 

The  irrigation  plan  of  the  Yakima  project  provides  for  the  storage  of  flood 
waters  of  the  Yakima  River  and  its  tributaries  in  Kachess,  Keechelus,  Clealmn, 
and  Bumping  Lakes,  and  in  a  reservoir  at  McAllister  Meadows;  the  diversion 
of  water  from  the  Yakima  River  for  the  irrigation  of  62,000  acres  of  land  on 
both  sides  of  the  river  in  the  vicinity  of  Ellensburg,  comprising  the  Kittitas 
unit;  the  diversion  of  water  from  the  east  bank  of  the  Yakima  River  near 
Parker  for  the  irrigation  of  100,000  acres  of  land  by  means  of  the  old  Sunnyside 
Canal,  ns  improved  and  extended  by  the  Reclamation  Service,  comprising  the 
Sunnyside  unit ;  the  diversion  of  water  from  the  Tieton  River  below  McAllister 
Meadows,  a  reservoir  being  provided  on  the  headwaters  of  this  stream  to  regu- 
late diurnal  flow,  for  the  irrigation  of  34,000  acres  of  land  lying  between  tiie 
Naches  River  and  Ahtanum  Creek,  in  the  vicinity  of  North  Yakima,  comprising 
the  Tieton  unit ;  and  the  diversion  of  water  from  the  west  bank  of  the  Yakima 
River  near  Parker  for  the  irrigation  by  means  of  the  canal  system  of  the 
Yakima  Indian  Reservation,  Improved  and  extended,  of  106,000  acres  of  land  by 
gravity  and  14,000  acres  of  land  by  pumping  with  power  developed  at  drops  in 
the  canals,  comprising  the  Wapato  unit.  The  plan  also  provides  for  the  develop- 
ment of  power  from  drops  in  the  main  canals  and  laterals  of  the  Sunnyside  and 
Tieton  units  to  be  used  for  pumping  irrigation  water  and  for  other  purposesL 
The  United  States  claims  all  waste,  seepage,  spring,  and  percolating  water  aris- 
ing within  the  project  and  proposes  to  u.se  such  water  in  connection  therewith. 

The  following  features  of  the  above  plan  have  been  completed:  Sunnyside 
unit — Diversion  dam.  ^ilargement  of  main  canal,  Sulphur  Creek  wasteway, 
and  the  distribution  system,  with  the  exception  of  small  laterals,  etc,  to  lands 
not  yet  applied  for.  Tieton  unit:  Bumping  Lake  storage  dam,  extension  of 
Tieton  Canyon  road  to  site  of  Clear  Creek  regulating  reservoir  on  the  head- 
waters of  the  Tieton  River,  Tieton  River  diversion  dam,  main  canal,  and  dis- 
tribution system.  Storage  unit :  Kachess  Dam ;  construction  work  is  in  progress 
on  Clear  Creek  regulating  reservoir ;  Keechelus  Dam,  the  clearing  of  reservoir 
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aitefl  at  Bmnping  Lake,  Lake  Kachess,  Keechelus,  and  Clealum.  The  features 
for  future  construction  are :  Sunnyside  pumping  plants,  necessary  distribution 
systems  on  the  Sunnyside  unit  Benton  City  extension  to  the  Sunnyside  unit, 
Clealum  and  McAllister  Meadows  Reservoirs. 

STOBAOE  XTNTF. 
CONSTRUCTION  DURING  FISCAL  TEAR. 

General. — ^At  the  headwaters  of  the  Yakima  River  and  its  tribu- 
taries are  the  reservoir  sites  which,  when  developed,  will  impound 
the  water  to  be  used  to  irrigate  the  lands  under  the  Yakima  project. 
Prior  to  this  year  the  Bumping  Lake  and  Kachess  Lake  Reservoirs 
were  completed. 

KEECHELUS  DAM. 

Description,— Ke^(^Q\us  Dam  is  located  at  the  foot  of, Lake 
Keechelus,  in  Kittitas  County,  Wash.  It  is  to  be  of  the  earth  and 
gravel  type,  6,500  feet  long,  maximum  fill  of  68  feet,  and  will  con- 
tain approximately  522,000  cubic  yards  of  material.  The  top  width 
will  be  20  feet,  with  upstream  slope  3  to  1  and  downstream  slope  2 
to  1.  A  wide  cut-off  trench  will  be  excavated  the  full  length  of  the 
dam  and  a  cut-off  wall  constructed  where  the  looseness  of  the  mate- 
rial justifies  this  construction.  The  present  lake  level  will  be  low- 
ered 40  feet  by  means  of  the  outlet  works,  which  will  be  4,300  feet 
long,  500  feet  of  which  will  be  a  12  by  12  foot  horseshoe-type  con- 
duit under  the  dam  and  the  remaining  3,800  feet  an  open  "channel. 
A  spillway,  with  a  crest  length  of  300  feet,  which  will  discharge 
10,000  cubic  feet  per  second  with  a  4.5-foot  head,  will  be  located  at 
the  north  end  of  the  dam  and  adjacent  thereto. 

Body  of  dam. — During  the  year  iust  passed  the  work  of  grubbing 
and  stripping  on  the  dam  site  was  finished,  and  the  cut-off  trench  on 
the  dam  from  station  0  to  45  was  completed,  a  concrete  core  wall  was 
constructed  for  a  distance  of  2,000  feet,  and  a  sheet  piling  core  wall 
for  2,000  feet.  The  cut-off  trench  from  stations  19  to  40  was  back 
filled,  puddling  the  material  to  the  top  of  the  core  wall  or  4  feet 
above  the  bottom  of  the  cut-off  trench,  and  for  filling  the  remainder 
of  the  trench  the  spreading,  sprinkling,  and  rolling  method  was  used. 
In  May,  1914,  this  method  of  construction  was  started  and  by  the 
end  of  the  fiscal  year  21,000  cubic  yards  had  been  placed.  The  tight 
material  used  in  the  back  fill  of  the  cut-off  trench  and  for  building 
the  embankment  is  obtained  in  a  borrow  pit  at  the  north  end  of  the 
dam.  It  is  excavated  with  a  steam  shovel,  hauled  with  dinkeys  on 
a  narrow-gauge  track,  and  spread  with  wheel  scrapers  and  fresnos. 
Gravel  for  the  lower  side  of  the  embankment  is  obtained  from  a  pit 
at  the  south  end  of  the  dam  and  transported  to  the  dam  site  in  the 
same  manner  as  the  fine  material. 

Outlet  works. — In  connection  with  the  construction  of  a  3,300-foot 
tunnel  in  the  outlet  works,  as  first'  proposed,  the  adit  at  station  27 
was  completed  and  two  top  tunnel  headings  started  from  it.  The 
length  or  one  was  51  feet  and  the  other  27  feet.  The  shaft  at  the 
lake  end  of  the  tunnel  was  completed  early  in  the  year  and  two  top 
tunnel  headings  excavated,  one  a  distance  of  71  feet  and  the  other  a 
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distance  of  50  feet.  Heavy  ground  under  high  water  pressure  was 
encountered,  and  after  a  meeting  of  a  board  of  consultmg  engineers 
the  tunnel  scheme  was  abandoned. 

The  revised  scheme  of  the  outlet  works  raised  the  storage  datum 
20  feet  and  consists  mostly  of  an  open  cut.  The  clearing  and  grub- 
bing of  this  revised  location  was  completed  and  the  excavation  of 
the  revised  channel  is  about  10  per  cent  completed.  A  drag-line 
excavator  worked  at  the  lower  end  and  a  dipper  dredge  at  the  upper 
or  lake  end. 

Spillway. — Little  work  was  done  at  the  spillway  site.  Some  of 
the  earth  overlying  the  bedrock  was  excavated  with  teams  early  in 
the  year. 

General. — A  hydro-electric  power  plant  to  develop  400  horsepower 
was  completed  early  in  the  year.  A  rock  crushing  and  screening 
plant,  which  will  furnish  aggregate  for  concrete  materials,  and  also 
a  concrete  mixing  plant  were  constructed.  At  the  end  of  the  fiscal 
year  the  Keechelus  Dam  and  auxiliary  structures  were  38  per  cent 
completed.  The  principal  items  of  work  accomplished  were :  Clear- 
ing, 29  acres;  grubbing,  21  acres;  excavation,  257,750  cubic  yards; 
concrete,  1,044  cubic  yards;  embankment,  35,200  cubic  yards;  riprap, 
500  cubic  yards;  and  sheet  piling,  11,120  linear  feet  of  penetration. 

LAKE  GLEALUM. 

A  few  minor  repairs  were  made  to  the  rock-filled  crib  dam  at 
Lake  Clealum.  A  survey  party  was  put  in  the  field  late  in  the  year 
to  make  further  investigations  in  connection  with  a  proposed  tunnel 
outlet  from  the  lake. 

CLEARINO  RESERVOIR  SITES. 

A  portion  of  the  reservoir  area  at  Bumping  Lake,  Lake  Clealum, 
Lake  Kachess,  and  Lake  Keechelus  is  covered  with  a  heavy  growth 
of  timber  which  must  be  removed  before  the  water  surface  is  raised 
in  the  reservoir.. 

The  work  at  Lake  Kachess,  Clealum,  and  Keechelus  was  covered 
by  contract,  although  the  contract  for  that  at  Kachess  was  suspended, 
and  this  work,  together  with  that  at  Bumping  Lake,  is  being  done 
by  the  United  States. 

LcJce  Kachess. — ^During  the  year  approximately  6,000,000  feet, 
board  measure,  of  merchantable  timber  were  cut  and  skidded  into 
the  lake.  A  small  sawmill  was  erected  during  the  latter  part  of 
the  year  for  cutting  ties  and  cordwood,  and  450  cords  of  wood  have 
been  cut.    About  370  acres  have  been  cleared  and  450  acres  logged.  ^ 

Lake  Clealum. — Contractor  Walsh  has  made  fair  progress  on  his 
contract,  having  cut  about  2,800,000  feet,  board  measure^  of  timber. 
According  to  the  cruise,  the  work  on  the  clearing  of  this  timber  is 
about  35  per  cent  completed. 

Lake  KeecJielv^: — ^Very  little  work  has  been  done  on  the  Flanagan 
contract  for  clearing  reservoir  site  at  this  lake.  Approximately 
300,000  feet,  board  measure,  of  timber 'have  been  cut. 
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8TJHNT8IDE  ITKIT. 
CONSTRUCTION  DI7RIN0  THE  FISCAL  TEAR. 

Work  was  continued  on  the  enlargement  of  Snipes  Mountain 
lateral,  between  miles  2J&  and  3.1,  where  approximately  2,200  cubic 
yards  of  material  were  removed  from  the  canal  section  and  used 
to  strengthen  the  banks  of  the  high  fill  at  this  point  Work  on  the 
general  distribution  system  was  continued,  consisting  of  such  work 
as  was  necessary  to  make  deliveries  to  units  just  completing  water- 
right  application.  The  present  policy  is  to  do  only  what  is  necessary 
to  complete  the  distribution  system  as  the  work  is  called  for  by 
receipt  of  applications  for  water  on  new  land.  Work  on  completing 
the  distribution  system  consisted  in  the  installation  of  some  30  de- 
liveries with  the  necessary  sublaterals,  small  flumes,  etc.,  and  the  con- 
struction of  one  8-inch  turnout  from  the  Main  Canal. 


OPERATION  AND  MAINTENANCE. 

Operation. — ^The  operation  of  the  Sunnyside  Canal  and  distribu- 
tion Gfystem,  from  Jmy  1,  1913,  to  the  close  of  the  irrigation  season, 
November  1,  1913,  was  without  incident  other  than  the  ordinary 
routine.  The  irrigation  season  of  1914  was  begun  on  March  16,  when 
approximately  50  second-feet  were  diverted  from  the  river  at  the 
intake  for  priminff  the  canal.  With  the  exception  of  the  complaints 
because  of  the  delayed  water  service  in  the  early  season,  compara- 
tively few  have  been  made  this  year,  and  most  of  these  were  requests 
for  excess  delivery.  All  complaints  have  been  investigated  promptly, 
and,  where  found  necessary,  steps  have  been  taken  to  remedy  them. 

The  maximum  head  of  water  diverted  during  the  year  was  920 
second-feet  and  the  average  747  second-feet,  the  actual  deliveries 
having  been  3.31  acre-feet  per  acre.  Water  is  now  being  delivered  to 
64,100  acres,  an  increase  of  1,300  acres  over  the  acreage  served  at 
the  close  of  the  preceding  fiscal  year.  There  will  be  an  increased 
acreage  served  during  1914,  because  at  present  the  maximum  acreage 
that  will  be  irrigated  has  not  yet  been  attained.  The  total  area  for 
which  water  is  available  from  the  Sunnyside  Canal  is  81,306  acres, 
classified  as  follows: 


Rind  of  wAtar  right 

ACTM. 

Rate. 

Amount. 

iTnnnAwocik 

3,080.00 

300.00 

14,673.00 

012.20 

84.80 

28,402.00 

83,904.00 

Free. 

12.60 

1.00 

.50 

1.50 

.96 

.96 

Servfld  oo  nnitiil  biiiiis .         

8750.00 

IXrMthinfftnfn  TrrimtiOD  Co 

14,673.00 

Do 

456.10 

Do     

62.20 

Washington  Iirication  Co.  and  additional  Oovemment  water  right. . . 
T>fmliinMi  ATAllable  bv  miblic  notice 

26,981.00 
32,206.80 

Total 

81,806.00 

75,123.00 

Maintenance. — ^Maintenance  work  consisted  of  the  necessary  work 
to  keep  the  main  and  branch  canals  in  i>roper  condition,  the  correc- 
tion and  prevention  of  erosion,  strengthening  of  canal  banks,  and  clear- 
ing of  right  of  way,  as  well  as  the  repair  and  renewal  of  such  meas- 
urmg  boxes  and  structures  as  were  found  in  poor  condition.  One 
unusual  feature  of  the  maintenance  work  was  brought  about  by  the 
condition  found  to  exist  along  the  Mabton  siphon^.^.^^^^iv^^l^^gl 
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a  board  report  on  the  condition  of  the  Mabton  siphon,  it  was  deter- 
mined to  uncover  the  siphon,  leave  such  portions  as  had  been  back 
filled  uncovered,  and  paint  the  whole  or  the  wood  portion  of  the 
siphon.  This  work  was  started  late  in  the  irrigation  season  of  1913 
and  continued  during  the  winter,  having  been  fini^ed  at  the  opening 
of  the  irrigation  season  of  1914. 


Historical  review^  Sunnyside  unit. 


Item. 


1909  1910  1911  1912  1913  1914 


Acreage  for  which  service  vas  prepared  to 

supply  water , 

Acreage  irrigated , 

Number  of  farms  irrigated 

Miles  of  canal  operated 

Water  diverted  (acre-«Bet) 

Water  delivered  to  hmd  (acre-feet) 

Per  acre  of  land  Irrigated  (aoe-feet) 


58,360 

44,375 

1,600 

400 

246,851 

154,427 

3.480 


61,245 

48,255 

1,818 

434 

262,008 

158,611 

3.287 


71,756 

51,040 

2,221 

500 

275,465 

157,419 

3.084 


80,076 

58,560. 

2,441 

513 

314,733 

179,308 

3.062 


80,607 

62,800 

2,450 

525 

312,032 

194,725 

3.101 


81,306 
64.100 

316,838 
211,902 


SETTLEMENT. 

While  there  has  been  less  immiOTation  during  the  past  year  than 
for  several  preceding  vears,  there  has  at  the  same  tiipe  been  a  steady 
and  consistent  general  growth  and  development,  chiefly  in  the  way 
of  improved  methods  of  farming,  increase  of  stock,  ana  the  elimina- 
tion of  the  speculating  farmer. 

^  On  the  face  of  the  returns  the  production  of  crops  for  the  Sunny- 
side  unit  for  1913  was  below  that  of  1912,  but  the  net  returns  were 
higher  and  the  outlook  for  1911  is  excellent  for  increased  gross  and  net 
returns  as  compared  with  1913.  The  process  of  stocking  the  farms 
is  well  imder  way  throughout  the  project,  and  while  this  means  in 
most  cases  increased  debt,  this  is  bemg  rapidly  reduced  or  wiped  out 
with  a  constant  increase  in  returns  to  the  ranch. 

There  has  been  little  or  no  growth  in  towns  and  villages  during 
the  past  year,  but  much  has  been  accomplished  in  the  way  of  per- 
manent improvement,  particularly  in  the  line  of  construction  of  roads 
and  trunk  drains.  The  drainage  construction  is  done  under  the  State 
drainage  district  law  and  some  10  or  a  dozen  trunk  drains  have  been 
built,  m  all  cases  resulting  in  the  improvement  of  adjacent  wat^- 
logged  and  alkalied  lands. 

Settlement  data,  Svnnyside  unit. 


Item. 


1912 


1913 


1914 


1.  Total  number  of  farms  on  project 

2.  Population  of  (1) 

3.  Number  of  irrigated  farms 

4.  Operated  by  owners  or  managers 

6.  Operated  by  tenants 

6.  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

9.  Total  population  in  towns  and  on  farms,  sum  of  (2)  and  (8) 

10.  Number  of  public  schools 

11.  Number  of  churches 

12.  Number  of  banks 

13.  Total  capital  stock 

14.  Total  amount  of  deposits 

15.  Total  number  of  depositors 


32 


2,448 
ft,  900 
2,448 

1,913 
538 

5,300 
12,200 
34 
30 
0 
.iSOO,000 
<l,248»0QO 
^       3,000 


1  No  record  kept. 

*  Data  not  obtained  in  former  years. 
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PRINCIPAL  CROPS. 

The  principal  crops  grown  are  fruits,  including  peaches,  apples, 
pears,  dierries,  grapes,  melons,  etc. ;  forage  crops,  consisting  princi- 
pally of  alfalfa,  timothy  and  clover  or  grain  hay;  and  vegetables, 
of  which  potatoes  are  the  principal  crop,  while  cabbage,  aspara^s, 
tomatoes,  eggplant,  onions,  and  other  garden  products  are  being 
planted  in  increasing  quantities  as  their  value  and  the  methods  of 
handling  become  better  known.  The  fruit  cropifor  1913  was  not  as 
large  and  the  gross  vield  was  not  as  high  as  for  1912,  but  the  net 
profits  were  greater  for  the  grower  because  of  the  higher  unit  prices 
realized  and  decreased  expense  of  handling. 

Alfalfa  continues  to  be  the  largest  crop  in  acreage,  24,100  acres 
having  been  cut  in  1913.  Quite  an  area  of  alfalfa  land  was  plowed 
up  and  planted  to  com  and  potatoes,  but  the  newly  seeded  area  was 
sufficient  to  increase  the  alfalfa  acreage  approximately  2,000  acres. 
There  was  a  decrease  in  acreage  of  timothy  and  clover,  largely 
accounted  for  by  an  increase  in  pasture  lands. 

There  was  a  large  increase  in  the  acreage  planted  to  com  and 
potatoes  in  1913.  '!uie  increase  in  stock  and  dairving  continues  to  be 
one  of  the  most  noticeable  features  of  the  development  throughout 
the  project,  the  increase  in  cattle  and  hogs  for  1913  compared  with 
1912  amounting  to  85  and  115  per  cent^  respectively.  The  develop- 
ment in  dairying  has  resulted  in  the  installment  of  a  cooperative 
creamery  at  Sunnyside  controlled  by  ranchers.  This  creamery  has 
been  a  success,  and  in  turn  resulted  in  a  further  stimulation  of  the 
dairy  business.  The  tendency  toward  rapid  increase  in  orchard 
area  has  been  checked  for  the  present  by  poor  net  returns  from  the 
large  crop  of  1912  and  the  rather  alarming  condition  that  prevailed 
the  past  year  because  of  the  fire  blight.  However,  the  organization 
of  the  Yakima  Fruit  Growers'  Association  and  getting  control  of 
the  fire-blight  situation  have  brought  about  a  more  optimistic  view 
of  the  fruit  situation,  and  while  no  rapid  increase  of  the  orchard  area 
will  come,  there  will  undoubtedly  be  a  gradual  and  consistent 
development. 

The  total  estimated  value  of  the  crop  retum  for  1913  was  $2,820,786, 
an  average  retum  of  $61  per  acre  cropped.  This  estimate  is  not 
strictly  comparable  with  previous  estimates,  because  for  the  first  time 
the  estimate,  for  both  value  and  yield,  was  made  largely  by  Ihe  farm- 
ers themselves.  This  no  doubt  resulted  in  more  conservative  esti- 
mates, both  as  to  value  and  yield.  The  average  value  of  stock  per 
farm  was  $550,  as  compared  with  $400  in  1912. 

The  prospects  for  1914  indicate  an  unusually  large  fruit  crop,  as 
well  as  an  alfalfa  yield  above  normal,  and  an  excellent  crop  of  com 
and  potatoes. 
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€rop  report,  Yakima  project,  BunnyHde  unit,  year  of  1919. 


Area, 

acres. 

Unit  of 
yield. 

Yields. 

Vafaiee. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

TotaL 

Per  acre. 

**'*!R!^I..y 

6,291 

1,121 

4,516 

461 

657 

1,783 

169 

2,322 

1,186 

594 

198 

4,094 

141 

313 

2,343 

Ton..... 
Pound.. 

Ton 

Bushel.. 

120.685 

26,160,150 

3,923 

225,800 

5 
4,160 

50 

$7.00 
.024 
8.00 
.70 

$844,705 

618,171 
81^884 

158,060 
6?  401 
66,028 
58,490 
76,238 
60,660 
92,606 

124,590 
54,067 

557,647 
4,196 
11,542 

$35 

Ciover  hay*.* X.. 

06 
28 

cS!..  ::....:...;.:.:....... 

35 

BmiUlfnift 

139 

Qarden 

100 

Hay.  ezoeDt  above 

Ton 

Pound.. 

5,349 
300,952 

8 

1,803 

laoo 

.25 

30 

Hops 

473 

Pasture 

30 

Peaches 

Pound.. 
...do..... 
...do 

Bushel.. 
...do..... 

7,116,000 
4,083,960 
1,960,000 
1,239,216 

6,000 
8,390 
XO.O0J 

.013 
.025 
.027 
.45 

78 

Pears 

300 

PmnM 

273 

Potatoes 

110 

Wheat 

$0 

37 

Toflffl  dnnlicated  antftR 

Total 

46,230 

2,820,786 

61 

Xirigated,  no  crop: 

▼  oimg  orehfuxl 

9,831 
2,361 

3,929 
4,051 

Yniin^  nlfftlfa 

Building  sites,  city  and  town 
area 

Less  duplicated  areas 

Total 

12,070 

Total  irrigated 

58,300 

Areas. 

Acres. 

Number 
of  forms. 

Total  irrigable  area  farms  reported 

Total  irrigated  area  forms  reported 

Under  water-right  applicatiooa 

64,400 
58,300 
19,400 
38,900 
46,230 

3.448 

^448 

806 



i.oa 

Total  cropped  area  forms  reported. 

iw 

PUMPING    PLANTS    AND    BENTON    CITY    EXTENSION. 

Irrigation  districts  have  been  organized  under  the  State  law  cov- 
ering  lands  irrigable  from  the  Sunnyside  Canal  and  distribution 
system  through  pumping  units,  which  have  always  been  considered 
as  a  part  of  the  system,  and  through  an  extension  of  the  main  canal. 

The  Sunnyside  irrigation  district  (Benton  City  extension)  com- 
prises about  4,500  acres  of  land,  lying  east  of  the  completed  portion 
of  the  project  and  tributary  to  Benton  City.  This  district  has  been 
organized  for  nearly  two  years  and  has  voted  bonds  and  complied 
with  the  requirements  of  the  Secretary  of  the  Interior  as  to  reduc- 
tion of  individual  land  holdings  to  40-acre  units.  It  is  expected  that 
a  contract  will  be  entered  into  providing  for  the  necessary  construc- 
tion to  deliver  water  to  this  district  in  the  spring  of  1916.  Classifica- 
tion of  the  district  lands  has  been  made,  the  canal  line  is  located,  and 
plans  and  specifications  have  been  prepared. 

The  Snipes  Mountain  irrigation  district  comprises  about  2,000 
acres.  It  is  irrigable  by  means  of  direct  hydraulic  pumping  units, 
utilizing  the  power  from  drops  in  the  gravity  distrioution.  About 
400  acres  of  tne  land  in  this  district  have  been  irrigated  for  several 
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jrears  by  private  pumping  plants.  The  district  has  voted  bonds  to 
cover  the  estimated  cost  of  construction,  individual  land  holdings 
have  been  reduced  to  units  of  40  acres  or  less,  and  it  is  hoped  that  a 
contract  will  be  entered  into  at  an  early  date  providing  for  the  con- 
struction of  the  pumping  plant  and  distribution  system,  so  that  water 
may  be  delivered  in  the  spring  of  1915. 

The  Grandview  and  Outlook  irrigation  districts  comprise  about 
4,800  and  4,600  acres,  respectively,  tne  lands  lying  above  the  main 
Sunnyside  Canal  and  north  of  the  towns  of  Grandview  and  Sunny- 
side.  They  have  been  organized  into  irrigation  districts  under  the 
State  law  and  have  taken  the  necessary  steps  to  comply  with  the 
requirements  of  the  Secretary  of  the  Interior  prior  to  execution  of 
contracts  covering  the  construction. 

.  Surveys  and  estimates  for  the  distribution  system  and  desi^  and 
estimate  of  a  pumping  plant  for  the  Snipes  Mountain  district  are 

Sractically  completed,  and  surveys  for  the  Grandview  and  Outlook 
istricts  are  well  under  way,  but  final  location  has  not  been  made. 
The  construction  of  these  extensions  of  the  Sunnyside  unit  will 
make  available  large  bodies  of  the  very  best  farming  lands,  some 
being  State  lands,  some  Government  lands,  and  the  balance  in  pri- 
vate ownership.  It  is  believed  that  these  lands  will  be  obtainable  at 
reasonable  prices  and  will  afford  the  best  of  opportunities  for  home 
making  to  200  or  300  families. 

TIETOK  UNIT. 

CONSTRUCTION  DURING  THE  FISCAL  TEAR. 

Canyon  division. — ^The  work  of  installing  the  new  design  of  auto- 
matic spillway  at  Main  Canal  wasteway  No.  2  was  done  by  Govern- 
ment forces  during  May  and  June,  1914. 

Distribution  sj/stem. — ^Extension  and  supplemental  construction 
in  connection  with  the  pipe  lines  and  main  laterals  were  accom- 
plished. 

Tieton  River  storage. — ^The  construction  of  a  wagon  road  from  the 
headworks  of  the  Tieton  Main  Canal,  by  way  of  the  site  of  the  per- 
manent dam  at  McAllister  Meadows,  to  the  site  of  the  Clear  Creek 
regulating  reservoir  was  completed  October  20,  1913.  This  con- 
sisted of  8  miles  of  permanent  road  leading  to  the  site  of  McAllister 
Dam  and  7  miles  of  temporary  road  from  McAllister  to  the  site  of 
the  Clear  Creek  Dam.  lAv^igations  of  the  foundation  at  the 
proposed  Clear  Creek  Dam  site  by  wash  and  diamond-drill  borings 
were  made  during  the  fall  of  1913  and  spring  of  1914.  The  purpose 
of  the  Clear  Creek  Dam  is  to  form  a  regulating  reservoir  to  take 
care  of  the  diurnal  flow  of  the  Tieton  Eiver  during  the  summer 
months,  and  to  provide  storage  to  cover  water  deficiency  during  the 
months  of  July  and  August.  Construction  of  this  dam  was  com- 
menced April  14,  1914. 

Clear  Creek  regulating  reservoir  is  located  just  below  the  mouth 

of  Clear  Creek  on  the  North  Fork  of  Tieton  Kiver,  about  15  miles 

from  the  summit  of  the  Cascade  Mountains.    The  dam  is  to  be  of 

a  single-arch  type,  ultimate  height,  78  feet;  height  for  first  develop- 

e4ie2*— 15 — ^20 

Digitized  by  VjOOQ IC 


802     THIBTEBNTH  ANNUAL  BEPOET  OP  BECLAMATION  SEBVICE. 

ment,  35  feet;  storage  under  first  deyelopment,  8,000  acre-feet;  under 
final  development,  8,000  acre-feet  Thickness  at  base,  10  feet  3 
inches;  radius  at  top,  128  feet;  radius  at  bottom,  104  feet  8^  india; 
length  of  arch,  160  feet ;  ^avity  section  at  each  end. 

The  outlet  works  consist  of  two  36-inch  pipes  through  the  dam 
with  the  usual  gates  and  operating  devices.  There  will  be  pro- 
vision made  for  a  short  spillway  in  the  final  development.  The  pres- 
ent spill,  however,  will  be  over  the  crest. 

A  tent  camp  for  150  men  has  been  erected,  the  necessary  fliune 
and  cofferdam  for  diverting  the  river  are  nearly  completed,  and  the 
erection  of  the  plant  for  construction  is  75  per  cent  completed. 

Bumping  Lake. — Sufficient  storage  water  was  releasea  so  that  by 
August  20, 1913,  a  crew  was  started  on  the  cutting  of  timber  covering 
the  reservoir  area,  and  approximately  200  acres  were  cut  and  piled  for 
burning  during  the  remainder  of  that  season.  The  work  opened  in 
April,  1914,  and  the  entire  area  which  had  been  cut  and  piled  was 
burned.  Approximately  one-third  of  the  debris  was  completely 
burned;  the  remaining  logs  have  been  floated  down  the  lake  and 
boomed  in,  and  by  use  of  a  donkey  engine  drawn  out  and  piled  and 
burned. 

OPERATION  AND  KAINTENANGE. 

At  the  end  of  the  fiscal  year  the  total  area  for  which  water  is 
available  had  been  reduced  to  34,071.8  acres  by  various  amendments 
to  the  farm-unit  plats.  Of  this  area,  19,750  acres  were  receiving 
water  June  30, 1914.  A  rotation  schedule  is  in  force  throughout  the 
entire  project,  the  major  portion  being  7  days  on  and  14  days  oflF, 
and  a  minor  portion  7  days  on  and  7  da^s  off.  The  division  be- 
tween these  two  methods  is  governed  entirely  by  soil  conditions. 
During  the  season  the  Main  Canal  and  distribution  system  have 
been  in  operation  without  interruption.  It  is  estimated  that  22,000 
acres  will  be  irrigated  this  season. 

Historical  review^  Tieton  unit. 


Item. 


Acreage  for  which  service  was  prepared  to  sapply  water, 

Acreage  irrigated 

Mfles  of  canal  operated 

Water  diverted  (acie-f6et) 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  irrigated  (acre-feet) 


1900 


1910 


10,082 

i,eos 


7,830 
'"i.*73 


1911 


19,378 
7,115 
166 
22,698 
6,311 
1.91 


19U 


34,700 
15,008 
260 
47,676 
83,811 
2.27 


1913 


34,000 
18,750 
335 
80,500 
43,530 
2.27 


10141 


84,071.8 
Zk,OBO 
335 
65,000 
45^000 


1  Estimated. 


SETTLEMENT. 


The  growth  and  general  development  of  the  Tieton  unit  during 
the  past  year  have  Siown  a  marked  increase  over  any  previous  sea- 
son. A  census  of  the  population  for  1913  showed  1,622  persons 
actually  living  on  the  farms.  A  large  number  who  previousqr  lived 
in  town  have  recently  moved  onto  their  lands  and  are  now  persoiially 
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doing  their  developing.  There  are  at  present  approximately  8,000 
acres  planted  to  fruit  trees,  which  are  now  from  2  to  5  years  old. 
On  umt  1  there  will  be  a  few  orchards  in  bearing  this  season.  There 
is  a  growing  interest  in  diversified  farming,  shown  by  such  activities 
as  dairying,  hog  raising,  careful  crop  rotations,  etc.  Good  progress 
has  been  made  by  the  settlers  actually  living  on  their  lands  in  develop- 
ing their  holdings,  and  with  few  exceptions  they  are  in  a  position  to 
secure  good  crops  and  expect  reasonable  returns.  There  has  been 
much  activity  in  the  development  of  county  roads  and  agitation  for 
other  methods  of  transportation.  At  present  the  only  organization 
which  enables  the  farmers  to  dispose  of  their  products  is  the  branch  of 
the  Yakima  Valley  Fruit  Growers'  Association  located  at  Cowiche. 

Bettlement  data,  Tieton  unit. 


Item. 


1912 


1913 


1914 


1.  Total  number  of  flurms  on  project 

2.  Popolation  of  (1) 

3.  Number  of  irrigsted  fbrms 

4.  Operated  by  owners  or  managers  1 

5.  Operated  by  tenants  > 

«.  PopnlaUon  of (3) 

7.  Number  of  towns  (on  and  adjacent  to  project) 

8.  Population  of  (7)  (approximate) 

0.  Total  population  in  towns  and  on  fbrma  (sum  of  2  and  8)., 

10.  Number  of  public  schools 

11.  Numberofchnrcfaees 

12.  Number  of  banks  > 

13.  Total  capital  stock  1 

14.  Total  amoont  of  deposits  > ■ 

15.  Total  number  of  deixKitoni 


875 

1,174 

875 


900 

1,022 

900 


1,000 
3,000 
1,000 


1,174 

7 

14,000 

15, 174 

6 

3 


1,022 

15,300 

16,923 

9 

3 


2,000 

18,000 

20,000 

10 

8 


>  Infonnatioii  not  avaOable. 

s  Not  including  soiioolhouses  at  which  services  are  held. 

•  None  actually  on  project. 


PRINCIPAL    CROPS. 


The  Tieton  lands  are  largely  devoted  to  raising  alfalfa,  grain, 
hay,  com,  barley,  rve,  wheat,  oats,  potatoes,  onions,  garden  truck, 
and  small  fruits.  A  lar^e  acreage  has  been  set  to  fruit  trees,  the 
custom  of  raising  any  of  the  above  crops  between  the  rows  being 
generally  practiced  during  the  development  stage  of  the  orchard. 

During  the  season  of  1913  there  was  an  increase  in  the  average  pro- 
duction per  acre  over  previous  seasons.  A  heavy  increase  is  noted 
in  the  production  of  all  kinds  of  forage  crops. 

There  is  a  marked  decrease  in  the  amount  of  land  planted  to 
potatoes  in  1914,  and  a  similar  increa::e  in  the  acreage  planted  to 
com,  while  considerable  land  is  being  newly  seeded  to  alfalfa.  There 
has  been  very  little  development  in  the  way  of  putting  out  new 
orchards  during  the  past  two  years.  The  crop  yields  for  1914  will 
probably  be  better  than  any  iA  the  past. 
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Crop  report,  Yakima  project,  Tieton  unU,  year  of  191S. 


Area, 
acres. 

Unit  of 
yield. 

Yields. 

Valaeo. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

TotsL 

Per  acre. 

^•iSa^h.y 

3,284 
394 
136 
223 
325 

1,088 
195 
33 
185 

1,490 
238 

1,130 

33 

410 

168 

75 

6 

3,700 
345 
863 

Ton 

Pound.. 
Bushel.. 
Bushel.. 

Ton 

BusheL. 

Ton 

Pound.. 

11,251 

1,481,490 

4,650 

1,192 

729 

28,410 

729 

83,630 

3.4 

3,760 

34.2 

5.4 

2.2 

26.1 

8.7 

2,534 

$7.15 

.02 

.62 

2.03 

8.15 

.65 

6.15 

.08 

180,110 
29,849 
2897 
2.427 
5,718 
18,582 
4,475 
2,598 
6.181 
17,313 
42,273 
9^563 
2,110 
8.616 
10,730 
2,542 
131 
168,158 
8,677 

834.40 

Apples.... 

75.80 

BsSey... :::::::::.. :..::.:... 

31.30 

Bfflns 

ia90 

Clover  hay 

17.60 

Com,  Tndlftn 

17.10 

Corn  fodder 

23.00 

FniilH,  nmnll      

78.70 

Garden. 

33.60 

Hay  (except  above) 

Ton 

Pound.. 
Bushel.. 
BusheL. 

2,880 

192,390 

23,766 

3,114 

L9 
806 

21 
94 

6.00 
.22 
.40 
.68 

11.50 

Hods 

in.  50 

oafc.:::::!. ::...: 

8L45 

Onions            *    ■, 

64.00 

Pasture 

21.00 

Peaches 

Pound.. 
Pound.. 
BusheL. 

Ton 

BusheL. 

915,835 

106,550 

117 

12,246 

11,165 

5,450 
1,410 

19.5 
2.9 

32.4 

.012 
.024 
L12 
13.50 
.78 

64.00 

Pears. 

33.90 

Peas. 

21.90 

Potatoes,  common 

45.50 

Wheat... 

25.30 

Less  duplicated  areas 

Total 

12,595 

422,950 

33.60 

Irrleated,  no  crop: 

X  ounr  orchard 

6,740 

1  465 

545 

820 

8,415 

New  seeding 

FaU  plowed. 

Uii^ClkllAnAnn" 

.. 

Less  duplicated  areas 



Total 

6,155 

Total  Irrigated 

18,750 

Areas. 

Acres. 

Number 
off^nna. 

Total  irrigable  area  farms  reported 

Total  irrigated  area  farms  reported 

Under  water-right  applicatiom 

Total  cropped  area  faims  reported. 

20,630 
18,760 
18.750 
12,506 

740 

740 

1. 

740 

683 

PXTBLIC  NOTICE  DATED  OCTOBER  2,  1013. 

In  pursuance  of  the  provisions  of  section  4  of  the  reclamation  act 
of  June  17, 1902  (32  Stat.,  388),  notice  is  hereby  given  as  follows: 

1.  Water  will  be  furnished  from  the  Sunnyside  unit,  Yakima  proj- 
ect, Washington,  under  the  provisions  of  the  reclamation  act  begin- 
ning in  the  irrigation  season  of  1914  for  the  public-land  farm  units 
G  to  Y,  inclusive,  excepting  I  and  O,  in  E.  i  SE.  i,  SW.  i  SE.  i, 
SE.  i  SW.  i,  and  W.  i  SW.  i,  sec.  26,  T.  9  N.,  R.  23  E.,  Willamette 
meridian,  as  showiron  plat  of  the  said  township  approved  August  16, 
1913,  and  J51ed  in  the  local  land  office  at  North  Yakima,  Wash.  Copies 
of  the  said  plat  and  also  of  a  supplemental  list  showing  the  irrigable 
areas  of  the  said  farm  units  are  also  on  file  in  the  office  of  the  Recla- 
mation Service  at  Sunnyside,  Wash. 

2.  All  persons  entitled  to  preference  rights  of  entry  upon  lands 
covered  by  this  public  notice  will  be  notified  by  the  local  land  office 
by  registered  mail  that  they  will  be  allowed  to  make  homestead  entry 
for  one  farm  unit,  covered  by  their  preference  right  under  the  terms 
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of  the  reclamation  act  and  this  public  notice,  within  30  days  from 
the  date  of  such  notification.  Sucli  homestead  entries  must  be  accom- 
panied by  applications  for  water  rights,  and,  as  hereinafter  provided, 
by  the  appropriate  payment  of  the  charges  for  building,  operation, 
and  maintenance,  upon  rejection  of  any  homestead  application 
under  this  public  notice  by  the  local  land  officers  an  appeal  to  the 
Commissioner  of  the  General  Land  Office  must  be  filed  in  the  usual 
manner,  and  no  motion  for  rehearing  of  the  departmental  decision 
rendered  on  such  appeal  will  be  considered.  The  rules  of  practice  are 
modified  accordingly,  so  far  as  they  relate  to  cases  arising  hereunder. 

3.  The  limit  of  area  per  entn^  representing  the  acreage  which,  in 
the  opinion  of  the  Secretary  of  the  Interior,  may  be  reasonably  re- 
quired for  the  support  of  a  family  on  the  lands  entered  subject  to  the 
provisions  of  the  reclamation  act  is  fixed  at  the  amounts  shown  on  the 
plats  for  the  several  farm  units.  Said  farm  units  vary  in  size  from 
10.35  to  19.12  acres  of  irrigable  land. 

4.  A  large  proportion  of  the  lands  comprised  in  these  farm  units  is 
above  gravity  flow  from  the  system  of  the  Sunnyside  unit,  Yakima 
project.  A  private  pumping  plant  has  been  installed  in  the  vicinity 
of  this  land  of  sufficient  capacity  to  raise  the  water  for  irrigation  to 
these  lands.  Entrymen  must,  however,  assume  all  responsibility  for 
and  bear  all  expenses  of,  raising  said  water  from  the  system  of  the 
Sunnyside  unit  as  now  constructed  to  the  lands  to  be  irrigated.  Such 
fact  diall  not,  however,  affect  the  charges  to  be  paid  to  the  United 
States  for  water  right  upon  said  lands. 

5.  The  charges  which  shall  be  made  per  acre  of  irrigable  land  in 
the  said  entries  are  in  two  parts,  as  follows : 

(a)  The  building  of  the  irrigation  system,  $52  per  acre  of  irrigablp 
land,  payable  in  not  more  than  10  annual  installments,  each  payment 
not  less  than  $5.20  or  some  multiple  thereof  per  acre.  Full  payment 
may  be  made  at  any  time  of  any  balance  of  the  building  charge  re- 
maming  due,  subject  to  the  general  reclamation  regulations  approved 
by  the  Secretary  of  the  Interior. 

(b)  For  operation  and  maintenance,  95  cents  per  acre  of  irriga- 
ble land  per  annum,  until  further  notice,  whether  water  is  used 
thereon  or  not.  As  soon  as  data  are  available,  the  operation  and 
maintenance  charge  will  be  fixed  in  proportions  to  the  amount  of 
water  used,  with  minimum  charge  per  acre,  whether  water  is  used 
thereon  or  not. 

6.  All  entries  made  under  preference  rights,  as  provided  in  para- 
graph 2  hereof,  and  also  all  homestead  entries  made  under  the  pro- 
visions of  the  reclamation  act,  shall  be  accompanied  by  applications 
for  water  rights  in  due  form,  and  by  the  first  installment  of  charges 
for  building,  $5.20  per  acre  of  irrigable  land,  and  for  operation  and 
maintenance,  95  cents  per  acre  of  irrigable  land.  The  second  install- 
ment of  the  building  charge,  not  less  than  $5.20  per  acre,  and  the 
appropriate  charge  tor  operation  and  maintenance,  shall  become  due 
on  March  1, 1915.  Subsequent  installments  of  the  charges  for  build- 
ing, operation,  and  maintenance  shall  become  due  on  March  1  of  each 
year  thereafter  until  fully  paid. 

7.  Homestead  entries,  accompanied  by  applications  for  water  rights 
and,  as  hereinafter  provided,  by  the  appropriate  payment  of  the 
charges  for  building,  operation,  and  maintenance,  may  be  made  under 
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the  provisions  of  said  act  for  the  farm  units  covered  by  this  Aotioe 
for  which  preference  rights  of  entry  have  not  been  exercised  under 
the  provisions  of  paragraph  2  hereof  in  the  manner  hereinafter 
provided. 

8.  Homestead  applications  for  the  farm  units  shall  be  made  only 
in  the  manner  following:  Any  person  qualified  to  make  homestead 
entry  may  execute  such  application  on  and  after  November  15,  191S, 
up  to  and  including  November  21,  1913,  before  any  duly  authorized 
officer  within  the  land  district.  Each  homestead  application  must 
be  accompanied  by  a  properlj  executed  water-right  application  and 
by  a  certified  check  on  a  national  bank  or  a  post-office  money  order 
drawn  to  the  order  of  the  special  fiscal  acent  of  the  United  States 
Keclamation  Service  at  Sunnyside,  Wash.,  for  the  amount  of  the  first 
installment  of  water-right  charges  for  building,  operation,  and  main- 
tenance, viz,  $6.15  per  acre  of  irrigable  land,  and  also  by  a  certified 
check  on  a  national  bank  or  post-office  money  order  drawn  to  the 
order  of  the  receiver  of  the  Umted  States  land  office.  North  Yakima, 
Wash.,  for  the  amount  of  fees  and  commissions,  amounting  to  $6.50 
per  entry. 

9.  The  homestead  application,  the  water-right  application,  and  the 
certified  checks  or  money  orders,  and  all  other  papers  necessary  to 
show  the  applicant  to  be  qualified  to  make  homestead  entry,  shall  be 
inclosed  in  a  sealed  envelope,  addressed  to  the  register  and  receiver 
of  the  United  States  land  office  at  North  Yakima,  Wash.,  and  the 
upper  left-hand  corner  of  the  envelope  must  contain  the  name  and 
address  of  the  applicant  and  the  description  of  the  land  by  farm 
unit,  section,  township,  and  range,  and  be  marked  '^  Sunnyside  unit.'' 
The  papers  so  prepared  and  inclosed  in  a  sealed  envelope  may  be  filed 
in  person,  through  another,  or  through  the  mail  in  the  United  States 
land  office  at  North  Yakima,  Wash.,  on  November  21,  1913,  between 
9  a.  m.  and  4.30  p.  m.  All  persons  sending  in  their  applications  by 
mail  should  post  them  at  such  time  as  to  insure  their  bein^  received 
at  the  local  land  office  between  these  hours.  All  applications  filed 
before  9  o'clock  a.  m.  of  that  day  will  be  returned  without  evening, 
and  all  applications  filed  after  4.30  o'clock  p.  m.  of  that  day  will  1^ 
held  until  all  applications  filed  between  9  o'clock  a.  m.  and  4.30  o'clock 
p.  m.  are  disposed  of,  when,  if  there  are  any  vacant  farm  units  for 
which  delayed  applications  are  filed,  they  will  be  considered  in  the 
order  of  their  filing. 

10.  Warning  is  nereby  expressly  given  that  no  rights  can  be  ob- 
tained by  settlement  made  on  the  land  since  the  date  of  its  with- 
drawal under  the  provisions  of  the  reclamation  act  of  June  17,  1902 
(32  Stat.,  388),  and  prior  to  the  allowance  of  entry  hereunder,  nor 
will  any  person  be  allowed  to  obtain  preference  right  or  other  advan- 
tage through  priority  in  presenting  homestead  application  at  the 
United  States  land  office,  or  by  holding  a  place  in  any  line  formed  at 
that  office,  nor  in  any  other  manner  than  as  herein  provided  for. 

11.  Where  two  or  more  persons  apply  for  the  same  farm  unit  on 
the  date  above  specified,  the  right  to  enter  will  be  determined  in  the 
manner  hereinafter  prescribed,  on  November  24,  1913,  at  the  United 
States  land  office  at  North  Yakima,  Wash. 

12.  No  person  will  be  allowed  to  present  application  to  enter  more 
than  one  farm  unit,  which  must  be  specifically  and  fully  described 
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in  the  homestead  application  and  water-right  application,  according 
to  legal  subdivision,  section,  township,  and  range,  and  also  by  farm- 
unit  description  in  accordance  with  the  approved  farm-unit  plat  for 
the  township.  If  any  person  presents  application  for  more  than  one 
farm  unit,  none  of  his  several  applications  will  be  considered. 

13.  It  shall  be  the  duty  of  the  register  and  receiver  and  the  project 
manager  of  the  Sunnyside  reclamation  project  to  arrange  all  envel- 
opes containing  applications  presentea  hereunder  in  alphabetical 
order,  according  to  the  names  of  the  several  applicants  shown  on  the 
outside  thereof,  without  opening  the  same.  They  shall  also  prepare 
cards  or  slips  of  paper  of  uniform  size,  color,  and  appearance,  and 
the  names  of  the  several  applicants  shall  be  written,  one  on  each  slip 
of  paper,  with  a  description  of  the  farm  unit  applied  for,  and  such 
cards  representing  applications  for  one  particular  farm  unit  shall  be 
assembled  together. 

14.  The  right  of  entry  for  each  farm  unit  shall  be  determined  in 
public,  and  before  the  right  for  each  farm  unit  for  which  more  than 
one  person  has  applied  is  determined  it  shall  be  the  duty  of  the 
register  of  the  local  land  office  to  make  public  announcement  that 
such  right  is  about  to  be  determined.  All  cards  or  slips  of  paper 
representing  applications  to  enter  such  farm  unit  will  then  be  placed 
in  a  box  or  other  receptacle  provided  for  that  purpose,  and  the 
register  of  the  land  office  shall  publicly  announce  the  name  of  each 
applicant  at  the  time  the  card  or  slip  of  paper  bearing  his  name  is 
placed  within  the  receptacle.  All  cards  or  slips  of  paper  in  the 
receptacle  shall  be  thoroughly  mixed,  and  one  card  or  slip  of  paper 
will  then  be  drawn  therefrom  by  some  impartial  and  disinterested 
person,  desi^ated  by  the  officer  in  charge,  and  the  right  to  enter 
the  farm  unit  will  be  accorded  to  the  applicant  whose  name  appears 
on  the  card  or  slip  so  drawn,  provided  he  is  duly  qualified  to  make 
homestead  entry,  and  the  envelope  containing  his  application  will  be 
immediately  opened  and  the  papers  examined  by  the  local  land  office, 
and,  if  found  to  comply  with  the  law  and  the  regulations  thereunder, 
they  will  be  given  a  serial  number,  and  upon  approval  of  the  water- 
ri^ht  application  by  the  project  manager  the  homestead  application 
will  be  allowed  by  the  local  land  officer^,  but  no  receipt  will  be  issued 
imtil  the  certified  checks,  where  such  accompanied  the  application, 
have  been  paid.  While  applicants  may  be  present  at  the  time  right 
of  entry  is  awarded,  yet  such  presence  is  not  necessary,  as  the  appli- 
cation of  successful  persons  will  be  immediately  allowed  on  the 
papers  already  filed  and  notice  at  once  mailed  the  successful  ap- 
plicants. 

15.  The  slips  of  paper  bearing  the  names  of  the  other  applicants 
for  the  particular  farm  unit  will  be  retained  in  the  receptacle,  and  if 
on  examination  it  shall  be  found  that  the  applicant  whose  name  is 
first  drawn  is  not  qualified  to  make  a  homestead  entry,  or  the  papers 
filed  in  support  thereof  are  unsatisfactory,  the  register  will  thereupon 
reject  his  application,  assigning  reasons  therefor,  and  allow  the  appli- 
cant the  usual  right  of  appeal,  whereupon  a  second  slip  will  be  drawn 
from  such  receptacle  in  the  same  manner  as  the  first  slip  was  drawn 
and  the  person  whose  name  api>ears  on  said  second  slip  shall  be 
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accorded  the  ri^ht  to  make  entry  of  the  unit,  if  duly  qualified  and  his 
showing  is  satisfactory.  Such  procedure  ^all  be  rollowed  until  a 
person  is  found  who  is  qualified  to  make  homestead  entry  and  has 
met  all  requirements.  Where  a  second  drawing  is  necessary  and 
entry  is  allowed  thereon,  such  entry  will  be  subject  to  the  rights  of 
the  pai-ty  whose  application  was  first  drawn,  if  upon  appeal  the 
action  oi  the  local  land  officers  in  rejecting  his  application  be  set 
aside. 

16.  When  the  right  to  enter  all  of  the  farm  units  applied  for  has 
been  determined,  the  envelopes  remaining  unopened  shall  each  be  at 
once  inclosed  in  an  official  Government  envelope  and  returned  by 
the  local  land  officers  to  the  persons  whose  names  appear  on  the  out- 
side thereof. 

17.  In  order  that  every  person  desiring  to  execute  and  present 
application  for  any  of  the  farm  units  may  oe  enabled  to  do  so  at  the 
time  allowed  without  causing  a  rush,  warning  is  hereby  given  that 
all  such  applications  should  be  prepared  and  executed  before  some 
of  the  officers  authorized  by  law  at  as  early  a  date  as  possible  after 
November  15, 1913. 

18.  After  the  expiration  of  the  period  for  entry  hereinbefore  pro- 
vided for,  all  entries  made  for  any  of  the  lands  described,  whether 
for  lands  not  heretofore  entered  or  for  lands  covered  by  prior  entries 
which  have  been  canceled  by  relinquishment  or  otherwise,  shall  be 
accompanied  by  applications  for  water  rights  in  due  form,  and  by  all 
charges  for  building,  operation,  and  maintenance  then  due,  except 
where  payments  have  been  duly  made  by  the  prior  applicants  and 
credits  therefor  duly  assigned  in  writing.  The  second  installment 
shall  become  due  on  March  1  of  the  calendar  year  following  the 
date  of  entry,  and  subsequent  installments  ^all  become  due  on  March 
1  of  each  year  thereafter  until  fully  paid.  In  the  case  of  entries 
made  in  the  calendar  year  1913  the  second  installment  will  become 
due  March  1, 1915.  All  installments  of  charges  shall  become  due  and 
payable  as  herein  provided,  whether  or  not  water-right  application 
is  made  therefor  or  water  is  used  thereon. 

19.  The  regulation  is  hereby  established  that  no  water  will  be  fur- 
nished in  any  year  until  all  operation  and  maintenance  charges  then 
due  shall  have  been  paid  in  full. 

20.  Failure  to  pay  any  two  installments  of  the  charges  when  due, 
whether  on  entries  made  subject  to  the  reclamation  act  or  on  water- 
right  applications  for  other  lands,  shall  render  such  entries  and  the 
corresponding  water-right  applications,  if  any,  or  the  water-right 
applications  for  other  lands,  subject  to  cancellation,  with  forfeiture 
or  all  rights  under  the  reclamation  act,  as  well  as  of  any  moneys 
already  paid. 

21.  AH  charges  are  payable  to  the  special  fiscal  agent  of  the  Recla- 
mation Service  at  Sunnyside,  Wash. 

Andrieus  a.  Jones, 
Acting  Secretary  of  the  Interior. 

OBDEB  DATED  HABCH  10,  1014. 

It  is  herebv  ordered  that  no  water  shall  be  delivered  to  any  water 
user  under  the  Sunnyside  unit  of  the  Yakima  project  pursuant  to 


Digiti 


zed  by  Google 


WASHINGTON,  YAKIMA  PBOJBCT.  809 

any  contract  with  the  United  States  wherein  the  water  user  has 
agreed  to  subscribe  to  the  stock  of  the  Sunnyside  Water  Users'  As- 
sociation unless  at  the  time  re(|uest  for  such  water  is  made  the 
water  user  proves  himself  by  certificate  of  the  secretarj^  of  said  asso- 
ciation to  be  a  subscriber  to  the  stock  of  the  said  association  as  con- 
templated in  said  contract.  This  order  shall  not  be  construed  as 
prohibiting  the  delivery  of  water  to  which  any  such  water  user  is 
recognized  as  having  a  vested  right  prior  to  the  making  of  contract 
with  the  United  States,  and  applies  solely  to  delivery  of  water  sup- 
plementing such  vested  right  under  contract  with  the  United  Stat^. 

Andrieus  a.  Jones, 
First  Assistant  Secretary. 

PUBLIC  NOTICE  DATED  APBIL  11,  1014. 

Whereas  under  the  provisions  of  the  public  notices  and  orders 
heretofore  issued  in  pursuance  of  the  reclamation  act  of  June  17, 
1902  (32  Stat.,  388),  and  acts  amendatory  thereof  and  supplemen- 
tary thereto,  known  as  the  reclamation  law,  for  the  Sunnyside  unit, 
Yakima  project,  Washington,  the  charges  for  building,  operation, 
and  maintenance  have  accrued  and  accumulated  against  the  lands  in 
said  unit  to  such  an  extent  that  a  considerable  portion  of  the  lands 
thereunder  are  not  being  reclaimed  and  cultivated ;  and 

Whereas  it  is  desirable  that  the  said  lands  shall  be  settled  at  the 
earliest  practicable  date  by  persons  who  will  cultivate,  reclaim,  and 
improve  the  same: 

Now,  therefore,  in  pursuance  of  the  provisions  of  the  reclamation 
law,  and  in  particular  of  the  act  of  Congress  approved  February  13, 
1911  (36  Stat.,  902),  public  notice  is  hereby  issued  as  follows: 

1.  All  entries  and  water-right  applications  filed  in  the  year  1914 
for  lands  under  the  Simnyside  unit  shall  be  accompanied  by  the  por- 
tions of  installments  for  operation  and  maintenance  which  have  ac- 
crued against  the  said  lands,  and  the  first  installment  of  the  build- 
ing charge,  $5.20  per  irrigable  acre,  shall  be  regarded  as  due  on 
March  1,  1914.  The  subsequent  installments  of  the  charges  for 
building,  and  the  appropriate  charge  for  operation  and  maintenance, 
shall  be  due  on  March  1  of  each  succeeding  year  until  fully  paid. 

2.  Nothing  herein  contained  shall  prevent  the  acceptance  by  any 
water  user  under  the  Sunnyside  unit  of  the  benefits  of  any  legislation 
now  pending  before  Congress,  and  which  may  be  hereafter  enacted 
into  law,  affecting  paymente  to  be  made  on  account  of  the  water- 
right  charges. 

Franklin  K.  Lane, 
Secretary  of  the  Interior. 

PUBLIC  NOTICE  DATED  MARCH  4,  1914. 

Whereas  under  the  provisions  of  the  public  notices  and  orders 
heretofore  issued  in  pursuance  of  the  reclamation  act  of  June  17, 
1902  (32  Stat.,  388),  and  acts  amendatory  thereof  and  supplementary 
thereto,  known  as  the  reclamation  law,  for  the  Tieton  unit,  Yakima 
project,  Washington,  the  charges  for  building,  operation^  and  main- 
tenance have  accrued  and  accumulated  again^  the  lands  m  said  unit 
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to  such  an  extent  that  a  considerable  proportion  of  the  lands  thereun- 
der are  not  being  reclaimed  and  cultivated ;  and 

Whereas  it  is  desirable  that  the  said  lands  shall  be  settled  at  the  ear- 
liest practicable  date  by  persons  who  will  cultivate,  recUdm,  and 
improve  the  same : 

Now,  therefore,  in  pursuance  of  the  provisions  of  the  reclamation 
law,  and  in  particular  of  the  act  of  Confess  approved  February  13, 
1911  (36  Stat.,  902),  public  notice  is  hereby  issued  as  follows: 

1.  All  entries  and  water-ri^ht  applications  filed  in  the  year  1914 
for  lands  under  the  Tieton  unit  shall  be  accompanied  by  the  portimis 
of  installments  for  operation  and  maintenance  which  have  accrued 
against  the  said  lands,  and  the  first  installment  of  the  building  charge, 
$9.30  per  irrigable  acre,  shall  be  due  on  April  1, 1914.  The  subsequent 
installments  of  the  charges  for  building,  and  the  appropriate  chaige 
for  operation  and  maintenance,  shall  be  due  on  April  1  of  each  suc- 
ceeding year  until  fully  paid.  The  building  charges  shall  be  gradu- 
ated as  provided  for  in  public  notice  heretofore  issued  for  the  said 
unit  under  date  of  March  21, 1913,  provided,  however,*that  no  person 
shall  be  entitled  to  make  paymente  in  accordance  with  such  schedule 
of  graduated  payments  until  he  shall  have  reclaimed  and  cultivated 
at  feast  50  per  cent  of  the  total  irrigable  area  covered  by  his  applica- 
tion. 

2.  For  entrymen  and  landowners  who  have  heretofore  made  entries 
or  filed  water-right  applications  which  are  still  intect  no  installment 
of  the  building  charge  shall  become  due  in  1914,  but  the  installment 
which  under  the  provisions  of  the  public  notices  and  orders  hereto- 
fore issued  would  have  become  due  on  April  1, 1914,  shall  be  divided 
into  two  parts  and  added  to  the  ninth  and  tenth  installments,  respec- 
tively. 

3.  Nothing  herein  contained  shall  prevent  the  acceptance  by  any 
water  user  under  the  Tieton  unit  of  the  benefits  of  any  legislation  now 
pending  before  Congress,  and  which  may  be  hereafter  enacted  into 
law,  affecting  payments  to  be  made  on  account  of  the  water-right 
charges. 

Franklin  K.  Lane, 
Secretary  of  the  Interior. 

FINANCIAI.  STATEMENTS. 
Assets,  UahUUiea,  reserves,  and  cafdtal,  Yakima  Storage  urUt,  to  June  SO,  19H. 

ASSETS. 

Gash  in  other  employees'  hands  awaiting  transfer  to  fiscal  agent.         $1, 431. 49 

Accounts  receivable,  uncollected  miscellaneous  items 41«072.20 

Inventories : 

Mercantile  stores  stock  on  hand $8,576.18 

Animals 22, 242. 50 

Mechanical  and  other  equipment 142,249.39 

Material  and  supplies  on  hand  in  storehouses—        38, 580. 41 

Unadjusted  transfers  between  projects 100. 57 

Undistributed  cost  (freight  and  handling  on  in- 
ventory property) *  3, 140. 05 

Total 208, 008. 40 

•    1  Deduct. 
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Constructloii  work  In  procesB: 

Gross  expenditDres  for  construction  of  project 

to  date $1, 336, 186. 76 

Less   revenue   earned   during   con- 
struction as  follows: 

Rentals  of  cottages $8, 531. 42 

Rentals  of  grazing  lands 51. 00 

Rentals  of  power  and  light 329. 16 

Rentals  of  irrigation  water 14, 305. 00 

Rentals  of  telephones 7.60 

Miscellaneous  revenues 29, 163. 80 

Profits  on  mess  houses 20. 357. 40 

Profits  on  mercantile  stores 6, 906. 03 

Profits  on  hospital 955. 94 

Adjustments — 

Depreciation     on     plant     and 

equipment 3, 987. 77 

Profits   shown   on   Government 

animals 14, 318. 37 

Westcott     suspended     contract 
costs 32, 021. 66 


Total  deductions 130. 975. 15 


Net  expenditures  for  construction  of  project  to  date $1, 206, 161.  00 


Total  assets 1, 456, 873.  ( 

LIABILITIES,  HE8EBVE6,  AND  CAPITAL. 


Accounts  payable : 

Unpaid  labor 18,  111.  85 

Unpaid  purchases 27,036.58 

Unpaid  freight  and  express  charges 8,717.32 

Unpaid  passenger  fares 164. 00 

Unredeemed  coupon  books 396.20 


Total 54, 425. 95 

Net  investment: 

Disbursements $1. 313, 252. 47 

Transfers  received  from  other 

projects 144, 859. 13 

1, 458,  111.  60 

Collections 36, 047. 64 

Transfers  issued   to   other 

projects 19, 616. 22 

55, 663.  86 


Total ^ 1, 402, 447. 74 


Total  liabilities,  reserves,  and  capital  investment 
of  the   Government 1,456,873.69 

Functional  feature  costs  of  Yakima  Storage  project  to  June  SO,  19U, 

Development  (storage)  ^orks: 

Kachess $601, 963. 11 

Keechelus 500, 262. 35 

Clealum 119, 501. 46 

McAllister  Meadows 12, 179.  82 

Reservoir  reconnoissance 2,927.92 

Hydrographic   survey 5, 287. 56 

Hydrographic  investigations 19, 045. 68 

$1, 261, 167. 90 
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Telephone  lines: 

Kachess $80a  45 

Keechelus 4, 065. 00 

Clealum 606. 79 


Roads  and  bridges: 

Kachess 3, 952. 90 

Keechelus 10, 126. 02 

McAllister  Meadows 17,044.93 


Cost  ledger  Inventories: 

Kachess 1, 323. 57 

Keechelns 36, 359. 80 

Clealum 83. 39 


96,078.24 


31, 123. 86 


37, 766, 76 

Gross  expenditures  for  construction  of  project  to  date 1, 336, 136. 75 

Assets,  lialHlities,  reserves,  and  capital,  YaJdma-Bunnyside  unit,  to  June  SO^  1914. 

ASSETS. 

Cash  in  other  employees'  hands  awaiting  transfer  to  fiscal  agent.  15. 00 

Accounts  receivable: 

Uncollected  miscellaneous  rentals $15. 00 

Uncollected  miscellaneous  items 11,911.00 

Construction  charges  due  and  uncollected  from 

water-right   appUcants 225, 420. 53 

.    Operation  and  maintoiance  charges  due  and 

uncollected  from  water-right  applicants 20, 752. 55 


Total 258, 099. 08 

Inventories : 

Mechanical  and  other  equipment 11,281.51 

Material  and  supplies  on  hand  in  storehouses.  .  9, 827. 03 

Unadjusted  transfers  between  projects 1,770.00 

Undistributed  cost  (freight  and  handling  on 

Inventory  property) *  1, 183. 44 


Total 21, 695. 10 

Construction  work  in  process: 

Gross  expenditures  for  construction  of  project 

to  date 2,396,548.25 

Less  revenue  earned  during  con- 
struction as  follows: 

Miscellaneous  revenues $404.15 

Profits  on  mess  houses 4,481.74 

Profits  on  mercantile  stores 2, 725. 61 

Profits  on  hospitals 640.17 

Contractors*  freight  refunds..    8,886.87 
Forfeitures  by  defaulting  bid- 
ders and  contractors 5, 311. 16 

Adjustments — 

Depreciation     on     plant     and 

equipment  1 345.32 

Profits  shown  on  Government    * 

animals 20, 108. 65 

Suspended  contract  costs 13, 360. 14 

Total  deductions 56,263.81 


Net  expenditures  for  construction  of  project  to  date 2, 340, 284. 44 

Deferred  operation  and  maintenance  charges 21,692.38 

Total  assets 2, 641, 776. 00 

1  Deduct. 
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LIABILITIBS,  RESERVES,  AND  CAPITAL. 

Accounts  payable: 

Unpaid  labor $4, 980. 60 

Unpaid  porchases 1, 910. 77 

Unpaid  freight  and  express  charges 1, 962. 33 

Unpaid  passenger  fores 21.00 

Unpaid  agreemoits  to  purchase  real  estate—  100. 00 

Unpaid  miscellaneous 716.70 

Total .  $9. 691. 49 

Beserres  for  repayment  to  reclamation  fund  of 
cost  of  project: 
Construction   charges   accrued   on   contracts 

with  water-right  applicants 816,324.02 

Construction    charges   paid    In    advance    by 
water-right  applicants 6, 663. 53 

Total 822, 987. 65 

Net  Investment : 

Disbursements $2,  §81, 354.  50 

Transfers  received  from  other 

projects 121, 210.  86 

3,002,065.36 

Less — 

Collections 1, 124, 417. 45 

Transfers  Issued  to  other 
projects 69, 050. 95 

1, 193, 468. 40 

Total 1, 809, 096. 96 

Total  liabilities,  reserves,  and  capital  Investment  of 
the  Government 2, 641, 776. 00 

Functional  feature  costs  of  Yakima-Sunnyside  unit  to  June  SO,  191^. 

Carriage  system $1, 900, 345. 79 

Distribution  iQrstem 369, 534.  84 

Real  esUte 24, 276. 46 

Telephone  lines 13, 84a  61 

Farm-unit  subdivisions 20, 888. 67 

MlscellaneouB  preliminary  investigations 67,598.96 

Cost  ledger  Inventories 64.92 

Gross  expenditures  for  construction  of  project  to  date 2, 396, 548. 25 

Operating  revenues  and  expenses,  Yakima- Sunny  side  unit,  to  June  30,  191^, 

EXPENSES. 

Development  (storage)  worlcs: 

Operation .  $275. 83 

Maintenance 3, 080. 39 

Carriage  system: 

Operation 109, 944.  80 

Maintenance 177, 156. 93 

Distribution  system: 

Operation 71, 316. 60 

Maintenance 156, 059. 37 

Undistributed  expenses: 

Operation 12, 162. 17 

Maintenance 1, 808. 30 

Total 531,  804. 39 
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BEVENX7E8. 

Operation  and  maintenance  charges  accrued  on  contracts  with 

water-right  applicants $402, 919. 56 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 551.09 

Bentals  of  lands  and  buildings . 905.40 

Rentals  of  power  and  light 1, 989. 20 

Rentals  of  irrigation  water 38, 867. 86 

Miscellaneous  revenues . 6,878.90 

Deferred  operation  and  maintenance  revenues  (carried  to  debit 

side  of  assets  and  liabilities  statement) 21, 692. 38 


Total 631, 804. 39 

Attets,  liahUities,  reaerves^  and  capital,  Yakima-Tieton  unit,  to  June  SO^  19H. 

ASSETS. 

Gash: 

In  fiscal  agent's  possession  awaiting  remittance.  $124. 75 

In  other  employees*  hands  awaiting  transfer 
to  fiscal  agent 24.45 


Total  $149. 20 

Accounts  receivable: 

Construction  charges  due  and  uncollected  from 

water-right  applicants 224,675.84 

Operation  and  maintenance  charges  due  and 
uncollected  from  water-right  applicants 9,141.75 


Total 233. 817. 59 

Inventories : 

Mercantile  stores  stock  on  hand 693.42 

Animals   3, 010. 00 

Mechanical  and  other  equipment 23,117.41 

Material  and  supplies  on  hand  in  storehouses.  6, 737. 51 

Unadjusted  transfers  between  projects 5,050.01 

Undistributed  cost  (freight  and  handling  on  in- 
ventory   property) 433. 80 


Total 39, 042. 15 

Construction  work  in  process: 

Gross  expenditures  for  construction  of  project 

to  date 3, 065. 186. 81 

Less  revenue  earned  during  construction,  as 
follows — 

Rentals  of  cottages $4, 295. 97 

Rentals   of   irrigation    water..    3,526.50 

Losses  on  mess  houses *  682. 36 

Profit  on  mercantile  stores 9,466.86 

Profits  on  hospitals 1, 514. 44 

Contractors'  freight  refunds 5,092.12 

Adjustments — 

Depreciation  on  plant  and  equip- 
ment          212. 43 

Profits   shown   on   Government 

animals 15,541.12 

Welsberger  suspended  contract 
cost   1,147.31 


Total  deductions 40, 114. 39 


Net  expenditures  for  construction  of  project  to  date 3, 025. 072. 42 


Total   assets 3, 298, 081. 36 


^Deduct. 
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LIABILITIES,  SESEBTE8,  AND  CAPITAL. 

Accounts  payable : 

Unpaid  labor $8, 120. 37 

Unpaid  purchases 5, 819. 71 

Unpaid  freight  and  express  charges 1, 822. 39 

Unpaid  passenger  fares 242.26 

Unredeemed  coupon  books 22.40 


Total $14, 027. 13 

Reserves  for  repayment  to  reclamation  fund  of  cost 
of  project : 
Construction  charges  accrued  on  contracts  with 

water-right  applicants 412, 982. 88 

Construction  charges  paid  In  advance  by  water- 
right  applicants 2, 020. 11 


Total 415, 002. 99 

Net  investment : 

Disbursements $2, 968,  549. 75 

Transfers  received  from  other 

projects 574, 048. 29 

'     3,542,598.04 

Collections 388, 000. 02 

Transfers    issued    to    other 

projects 296, 360. 36 

684,360.38 


Total 2.858.247.66 

Revenues  in  excess  of  cost  of  operation  and  maintenance-         10. 803. 58 


Total  liabilities,  reserves,  and  capital  investment  of 
the  Government 3, 298, 081. 36 

Functional  feature  co8t$  of  Yabima-Tieton  unit  to  June  SO,  1914. 

Development  (storage)  works $550, 818. 85 

Carriage  ^stem 1, 134,663.  86 

Distribution  ^stem 1, 171, 326. 00 

Real  estate 41, 943. 95 

Telephone  lines 25, 14a  78 

Roads  and  bridges _ 59, 573. 55 

Miscellaneous  preliminary  investigations 69,694.56 

Operation  and  maintenance  during  construction 10, 208. 54 

Cost  ledger  inventories 1,808.72 


Gross  expenditures  for  construction  of  project  to  date 8, 065, 186. 81 

Operating  revenues  and  expenses,  Yakima-Tieton  unit,  to  June  SO,  19H. 

EXPENSES. 

Development  (storage)  works: 

Operation $3, 726. 89 

Maintenance 1,270.59 

Carriage  system: 

Operation 7, 300. 94 

Maintenance ^ 10,602.47 

Distribution  iQrstem: 

Operation 36, 286. 44 

Maintenance 45, 337. 97 

Undistributed  exp^ises: 

Operation 9, 150. 00 

Maintenance 11, 048. 26 

Revenues  in  excess  of  cost  of  operation  and  maintenance  (carried 

to  credit  side  of  assets  and  liabilities  statement) 10, 803. 58 


Total 135, 527. 14 
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BEVENI7ES. 

Operation  and  maint^iance  charges  accrued  on  contracts  with 
water-right  applicants $132,454.  (H 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 178, 50 

Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right  applicants 3. 00 

Rentals  of  lands  and  buildings 2, 794. 10 

Rentals  of  irrigation  water 97.50 

Total 135,  527. 14 

Functional  feature  coats  of  Yakima  project  to  June  30,  19H. 

[Inclnding  the  following  units:  Storage,  Sunnyslde,  Tieton.] 

Development    (storage)    works $1, 811»  986. 75 

Carriage  system 3,035,009.65 

Distribution   system 1, 540,  800. 84 

Real    estate 66,  220. 41 

Telephone  lines » 45, 075.63 

Farm-unit   subdivisions 20, 888. 67 

Roads  and  bridges 90, 697. 40 

Miscellaneous  preliminary  investigations 137, 293. 52 

Operation  and  maintenance  during  construction 10, 208. 54 

Cost  ledger  inventories 39,630.40 

Gross  expenditures  for  construction  of  project  to  date 6, 797, 871. 81 

Estimated,  cost  of  contemplated  work  on  the  Storage,  Bunnyside,  and  Tieton 
units  of  the  Yakima  project  for  fiscal  year  1915. 

Development  (storage)  works : 

Kachess  Dam  and  Reservoir $107,300.00 

Keechelus  Dam  and  Reservoir 493, 000. 00 

Clealum  Dam  and  Reservoir 16, 500. 00 

Bumping  Lake  Dam  and  Reservoir 21,000.00 

Clear  Creek  Dam 46, 700. 00 

McAllister  Meadows  Dam  and  Reservoir 12, 000. 00 

Hydrographic  investigations  and  survey 11, 900. 00 

$708, 400. 00 

Carriage  system : 

Sunnyside  unit — 

Main  project 20, 600. 00 

Benton  extension 240, 800. 00 

Pumping  plants 249, 600. 00 

Tieton  unit 1, 500. 00 

512.500.00 

Distribution  ^stem: 

Sunnyside  unit — 

Main  project 20, 900. 00 

Pumping  plants 157, 700. 00 

Tieton  unit 1, 000. 00 

179,600.00 

Telephone  lines,  Storage  unit 2, 200. 00 

Farm-unit  subdivisions,  Sunnyside  unit 1,800.00 

Roads  and  bridges.  Storage  unit 1,700.00 

Operation  and  maintenance  under  public  notice : 

Sunnyside  unit 90, 000. 00 

Tieton  unit 45, 000. 00 

135,000.00 

Total  for  Yakima  project,  fiscal  year  1915 1, 641, 200. 00 
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G.  O.  Sanfobd,  project  manager,  Powell,  Wyo. ;  0.  M.  Jump,  superintendent  of 

irrigation* 

(For  Results  to  June  SO,  19 H,  and  Data  tor  Complete  Projects,  gee  appendix.) 

LOCATION. 

Counties:  Park  and  Bif^om. 

Townships,  52  to  58  N.,  Bs.  97  to  104  W.,  sixtti  principal  meridian. 

Bailroad:  Chicago,  Burlington  &  Quincy. 

Railroad  stations  and  estimated  population  January  1,  1914:  Cody  1,800, 
Corbett,^  Deaver/  Ralston,'  Powell  450,  Garland  40,  Mantua,^  and  Frannie/ 

Wyo.  

WATBB  SUPPLY. 

Source  of  water  supply :  Shoshone  River. 
Area  of  drainage  basin :  1,380  square  miles. 

Annual  run-oflr  in  acre-feet  of  Shoshone  River  near  Cody  (1380  square  miles), 
1902  to  1913:  Blaximum,  1,420,000;  minimum,  905,000;  mean,  1,140,000. 

AQBICULTUJiAL  AND  CLDCATIC  CONBITIONS. 

Area  for  which  service  is  prepared  to  supply  water,  season  of  1914 :  41,168 
acres. 

Area  under  water-right  applications,  season  of  1914 :  25,770  acres. 

Area  under  rental  contracts,  season  of  1914 :  157  acres. 

Length  of  irrigating  season :  From  April  20  to  October  20—180  days. 

Average  elevation  of  irrigable  area :  4,500  feet  above  sea  level. 

Average  annual  rainfall  on  irrigable  area:  1907  to  1913,  5.53  Inches;  1918, 
A.87  inches. 

Range  of  temperature  on  irrigable  area :  — 81*  to  101"  F. 

Character  of  soil  of  irrigable  area :  Light  sandy  and  clay  loams. 

Principal  products:  Alfalfa,  grain,  vegetables,  cattle,  and  hogs. 

Principal  markets :  Omaha,  Nebr. ;  Kansas  City,  Mo. ;  Chicago,  111. ;  Billings, 
Mont ;  and  local. 

LANDS  OPENED  FOB  IBBIQATION. 

Dates  of  public  notices  and  orders  relating  thereto:  November  25, 1907;  April 
3,  1906;  May  8,  1909;  February  6,  March  25,  May  20,  Nov^nber  8,  1911;  Feb- 
ruary 9,  March  23,  July  17,  1912;  January  17,  February  26,  June  23,  July  15, 
July  21,  1913;  January  19,  May  29,  1914  (memorandum). 

Location  of  lands  opened :  Tps.  54  to  56  N.,  Rs.  98  to  100  W.,  sixth  principal 
meridian. 

Present  status  of  Irrigable  lands  opened :  25,260  acres  of  public  and  530  acres 
of  private  land  under  water-right  application,  12,955  acres  of  unentered  public 
land,  and  2^02  acres  of  private  and  State  land  ofien  to  entry  for  which  water 
is  available,  but  for  which  no  water-ri^t  application  has  been  made;  821 
acres  of  land  Included  in  United  States  reservea 

Limit  of  area  of  farm  units :  Public,  80  acres ;  private,  160. 

Duty  of  water :  2  acre-feet  per  acre  per  annum  at  the  fiirm. 

Building  charge  per  acre  of  Irrigable  land :  |50  on  first  unit,  $51  on  second, 
and  $52  on  third  and  fourth. 

Annual  operation  and  maintenance  charge:  91  per  acre  of  irrigable  land. 

CHBONOLOOICAL  SUIOCABY. 

Reconnoissance  made  and  preliminary  surv^s  begun  in  1908. 
Construction  recommended  by  Board  of  En^neers  February  1,  1904. 

«  Railroad  aldiflgs  only.  *  PopoJation  leas  than  26. 

e4162*.— 15-^-T-21  817     T 
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Gonfltruction  authorized  by  Secretary  February  10, 1904. 
Corbett  diversion  dam  completed  June,  1907. 
Corbett  Tunnel  completed  November,  1907. 
First  irrigation  by  Reclamation  Service,  season  of  1908. 
Shoshone  Dam  completed  January,  1910. 

Entire  project  50  per  cent  completed  June  dO,  1914 ;  first,  second,  third,  and 
fourth  units  completed. 

IBBIGATIOH  FLAN. 

The  irrigation  plan  of  the  Shoshone  project  provides  for  the  storage  of  flood 
waters  of  Shoshone  River  in  a  reservoir  controlled  by  Shoshone  Dam,  about  8 
miles  above  Cody,  Wyo. ;  the  diversion  of  water  from  Shoshone  River  by  a  dam 
at  Corbett,  about  16  miles  below  the  reservoir,  and  through  the  Corbett  Tannel 
into  a  canal  system  supplying  water  to  lands  on  the  north  side  of  the  river  in 
the  vicinity  of  Ralston,  Powell,  Garland,  Mantua,  and  Frannie;  the  diversion 
into  the  Wlllwood  Canal  for  the  irrigation  of  lands  on  the  south  side  of  the 
Shoshone  River;  and  the  diversion  into  the  north  side  High  Line  from  the 
Shoshone  Dam  for  the  irrigation  of  lands  lying  on  the  north  side  of  the  Sho- 
shone River  above  the  Garland  Canal  system  and  extending  from  the  lower  end 
of  the  Shoshone  Canyon  near  Cody  to  the  divide  between  the  Shoshone  River 
and  Clarks  Fork  drainage. 

The  United  States  claims  all  waste,  seepage,  spring,  and  percolating  water 
arising  within  the  project,  and  proposes  to  use  such  water  in  connection  there- 
with. 

The  Shoshone  Dam,  Corbett  Dam,  Corbett  Tunnel,  Garland  Canal,  about  12 
miles  of  the  Frannie  Canal,  and  the  lateral  and  distributary  system  for  ap- 
proximately 42,000  acres  in  the  vicinity  of  Ralston,  Powell,  and  Garland,  Wyo., 
have  been  completed. 

Future  operations  include  the  contruction  of  the  High  Line  Canal,  the  Will- 
wood  Canal,  and  the  extension  of  the  Frannie  Canal  to  cover  lands  in  the 
vicinity  of  Frannie,  Wyo. 

CONSTRUCTION  BTTSINa  FISCAL  YEAE. 

Alkali  Creek  inclined  drop. — ^In  crossing  the  valley  of  Alkali 
Creek,  Garland  Canal  drops  52.2  feet  in  a  distance  of  2^28  feet« 
For  the  past  six  years  a  wooden  flume  with  a  capacity  of  about  280 
second- feet  has  been  used  to  carry  the  water  down  this  incline.  This 
structure  has  reached  its  limit,  both  as  to  capacity  and  safety,  and  is 
being  replaced  by  a  concrete-lined  canal  2,086  feet  long  and  a  293-foot 
metal  flume  supported  on  a  timber  trestle.  The  maximum  capacity 
is  850  second-feet.  The  plans  for  this  work  contemplate  the  excava- 
tion of  about  8,000  cubic  yards  of  earth  and  the  placing  of  about 
800  cubic  yards  of  reinforced  concrete,  125  cubic  yards  of  riprap, 
and  19,000  feet,  board  measure,  of  lumber.  Work  was  started  during 
the  latter  part  of  March  and  the  structure  was  90  per  cent  completed 
ou  June  30,  1914.  A  temporary  connection  at  the  upper  end  makes 
it  available  about  July  1  for  supplementing  the  Quantity  of  water 
carried  through  the  old  wooden  flume,  which  wijl  remam  in  com- 
mission throughout  the  season  of  1914.  It  is  proposed  to  finish  the 
new  inclined  drop  at  the  close  of  the  irrigation  season. 

DBAINAGE. 

The  investigation  of  water  logged  and  seeped  lands  and  the  con- 
struction of  drainage  works  for  their  relief  was  continued  through- 
out the  year.  During  the  latter  half  of  1913  there  were  engaged 
on  the  work  two  drag-line  excavators  and  one  Austin  trenching 
machine.  In  the  spring  of  1914  work  was  resumed  with  one  drag- 
line excavator  and  one  trenching  machine  and  continued  until  the  end 
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of  the  year.  AU  of  the  drains  constructed,  with  the  exception  of 
open  outlets,  were  of  the  closed  type,  the  pipe  used  ranging  from  10 
to  18  inches  in  diameter.  During  the  year  there  were  constructed 
72,860  feet  of  tile  drains,  making  a  total  on  the  project  up  to  that 
date  of  158,205  linear  feet. 

The  result  of  the  drainage  works  has  been  a  general  lowering  of 
the  water  table  over  the  area  tributary  to  them.  This  lowering  has 
varied  in  different  localities  from  2  to  6  feet.  The  soils  of  the  project 
are  underlain  at  depths  varying  roughlv  from  2  to  4  feet  with  porous 
sand  and  gravel.  This  gravel  subsoil  readily  absorbs  any  under- 
^ound  waste  of  irrigation  or  losses  from  canals,  and  continues  to 
fall  until  water  is  brought  up  and  on  the  lower  area  gradually  forced 
chrough  the  more  or  less  impervious  top  soils  to  the  surface.  The 
object  of  drainage  works  has  been  to  carry  away  the  excess  waters 
which  find  their  way  into  the  gravel  subsoils  and  prevent  the  general 
rise  of  the  ground- water  table  to  a  sufficient  height  to  interfere  with 
the  surface  soils.  To  this  end  drains  have  been  placed  at  depths 
ranging  roughly  from  8  to  10  feet  below  the  surface.  All  of  the 
drains  so  far  constructed  have  worked  well  and  practically  no 
difficulty  has  been  experienced  in  their  maintenance. 

At  the  end  of  the  irrigation  season  of  1913  and  the  beginning  of 
1914  the  water  table  had  been  drawn  down  over  that  portion  or  the 
project  tributary  to  drains,  so  that  with  the  exception  of  a  few  small 
areas  the  land  seemed  safe  from  further  water-logging.  During  the 
first  part  of  the  irrigation  season  of  1914  the  excessive  quantities  of 
water  which  were  applied  to  portions  of  the  lands  resulted  in  a  large 
amount  of  underground  waste  which  in  places  filled  up  the  subsoils 
and  raised  the  water  table  to  near  the  surface  of  the  ground.  This 
was  despite  the  fact  that  all  of  the  drains  were  wondng  to  their 
full  capacity.  Measurements  show  that  for  the  year  1914  up  to 
June  30  the  quantity  of  water  discharged  by  the  drains  was  40  per 
cent  of  the  total  quantity  of  water  delivered  to  farmers  on  the  tribu- 
tary area. 

In  order  to  prevent  such  a  rise  in  the  ground  water  during  the 
irrigation  season  it  will  be  necessary  to  reduce  the  amoimt  of  water 
applied  to  the  lands  or  to  construct  additional  drains  sufficient  to 
carry  away  excessive  quantities  of  unnecessary  waste.  The  amount 
of  additional  drains  that  will  be  required  depends  practically  upon 
the  amount  of  water  applied  to  the  lands  and  the  consequent  under- 
ground waste  resulting  therefrom. 

Authority  has  been  secured  for  the  construction  of  about  40,000 
feet  of  tile  drain  and  8,000  feet  of  open  outlet,  and  also  for  the 
deepening  of  the  channel  of  Bitter  Creek  for  a  distance  of  12,000 
feet.  This  work  is  for  the  reclamation  and  protection  of  some  areas 
which  have  not  yet  been  reached  by  drains. 

The  following  statement  shows  the  extent  of  the  area  affected  by 
seepage  in  1910, 1911,  1918,  and  1914: 


Item. 


1910        1911        1912        1913        19141 


Areaso^ratastobetoowettocnltiTate 

Area  so  affected  as  to  materially  reduce  crop  yields. 
Nomber  of  term  tmits  affected 


Acret. 
256 
87 
29 


ACT€8. 

874 
065 

111 


ACT€8. 

2,014 

1,316 

180 


Acres. 

1,973 

878 

174 


Acm. 
1,200 
870 

170 


iToJmi6  30,1914. 


Digiti 


zed  by  Google 


320    THIBTEENTH  ANNUAL  BEPOBT  OF  BECLAMATION  SEBVICE. 


From  a  study  of  the  ground-water  plane  it  is  estimated  that 
approximately  8,600  acres  have  been  protected  and  reclaimed  by 
drains  already  constructed. 

OFE&ATION  AND  MAINTENANCE. 

During  the  season  of  1914  Shoshone  Dam,  Corbett  diversion  dam, 
the  main  supply  (Garland)  canal,  10  main  laterals,  and  83  sublat- 
erals,  aggregating  245  miles  of  canal,  were  operated.  No  serious 
difficulties  were  experienced  in  successfully  operating  the  system 
and  delivering  a  continuous  supply  of  water  to  the  irrigable  lands, 
although  constant  vigilance  is  required  to  maintain  a  high  standard 
of  efficiency.  In  July,  1913,  and  in  May  and  June,  1914,  it  became 
necessary  to  limit  the  quantity  of  water  delivered  to  1  second-foot 
for  each  40-acre  unit  and  li  second-feet  for  each  80-acre  unit,  this 
restriction  being  necessary  when  the  combined  maximum  capacity 
of  Alkali  Creek  flume  and  lateral  A  was  reached.  The  quantity  of 
water  delivered  to  the  irrigable  lands  was  materially  in  excess  of 
1  second-foot  for  each  70  acres  of  irrigable  land,  which  is  the  limi- 
tation prescribed  by  the  Wyoming  statutes.  The  question  of  deliv- 
ery of  water  by  rotation  was  given  consideration  in  public  meet- 
ings in  March  and  April,  1914,  and  the  advantages  of  such  a  sys- 
tem pointed  out  to  the  water  users.  The  water  users  were  rather 
evenly  divided  on  the  question,  but  a  majority  decided  to  continue 
the  method  heretofore  used,  namely,  delivery  of  water  as  requested. 
The  discussion  of  rotation  has  resulted  in  a  general  demand  for 
larger  irrigating  heads,  but  in  too  many  cases  there  has  been  an 
excessive  waste  of  water. 

Historical  review,  Shoshone  project. 


Item. 


Acreage  for  which  aervioe  is  prepared  to  supply  water. 

Aflreage  inisated 

Number  of  farms  irrigated 

Miles  of  canal  operated 

Water  diverted  (acre-feet) 

Water  delivered  to  land  (acre-feet) 

Per  acre  of  land  irrigated  (acre-feet) 


1909 


30,898 

9,025 

167 

90 

36,257 

22,973 

^54 


1910 


30,898 

14,701 

275 

110 

48,241 

30,351 

2.06 


1911 


34,896 

16,216 

322 

210 

54,862 

36,787 

2.20 


1912 


41,332 

16,524 

346 

242 

50,100 

27,370 

i.66 


^913 


41,309 
19,423 
396 
242 
69,767 
40,436 
2.081 


19141 


41,168 

22,111 

420 

245 

M,000 

18,712 

a85 


I  To  June  30, 1914. 
SETTLEMENT. 

During  the  fiscal  year  three  town  lots  in  the  town  of  Powell  were 
sold,  returning  to  the  reclamation  fund  $850,  and  bringing  the  total 
returns  to  the  fimd  on  accoimt  of  town-lot  sales  to  $31,915  on  June 
30,  1914.  On  May  28,  1914,  approval  was  received  for  the  appraisal 
and  public  sale  of  additional  lots,  and  also^the  reappraisal  of  any 
unsold  lots  which  have  previously  been  placed  upon  the  market. 
Recommendations  have  been  made  setting  aside  block  32  for  a  public 
park,  and  lots  13, 14,  15,  and  16,  block  29,  for  library  purposes.  Ar- 
rangements have  been  made  to  hold  the  sale  of  lots  on  July  10,  1914. 

During  the  fiscal  year  there  has  been  a  net  increase  of  27  filing, 
and  progress  along  this  line  has  been  fair.    A  large  number  of  in- 

Juiries  have  been  received  from  prospective  settlers  who  are  waiting 
or  the  reclamation  extension  bill  to  become  a  law.  It  is  expected 
that  if  this  act  is  passed  there  will  be  an  immediate  increase  m  the 
number  of  entries.    During  the  present  irrigating  season  -it  is  ex- 
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pected  to  complete  an  8-mile  extension  to  lateral  A,  which  will  add 
about  3,000  acres  to  the  irrigable  area.  This  will  place  upon  the 
market  a  number  of  excellent  farm  units,  and  it  is  known  that 
friends  and  relatives  of  present  settlers  are  waiting  for  this  new  unit 
to  be  opened. 

Setilem^t  data,  Shoshone  project. 


Item. 


1912 


1913 


1914 


I.  Total  number  of  fnims  on  project 

X  Population  of  (1) 

8.  Number  of  Irrigated  iBims 

4.  Operated  by  owners  or  managers 

6.  Operated  by  tenants 

6u  Population  of  (3) 

7.  Number  of  towns 

8.  Population  of  (7) 

ft.  Total  population  in  towns  and  on  terms  (nm  of  2  and  8). 

10.  Number  of  public  schools 

11.  Number  of  diurehes 

12.  Number  of  banks 

13.  Tbtal  capital  stock 

14.  Total  amount  of  depositB 

15.  Total  number  of  depositan 

10.  Number  of  reUnquishments.. 
17.  Number  of  c 


612 

11,700 

860 


U,700 

3 

1500 

12,200 

6 

6 

3 

100,000 

1125,000 

800 

34 

0 


615 

1,279 

806 

849 

47 

1,279 

615 

1,794 

6 

6 

3 

180,000 

1146,000 

850 

16 

10 


616 

1 1,400 

424 

36^ 

66 

1 1,400 

3 

1626 

11,925 

6 

6 

3 

180,000 

$156,664 

1,087 

14 

0 


PBINCIP  All  CHOPS. 

During  the  season  of  1913,  19,423  acres  were  irrigated,  of  which 
18,178  acres  were  cropped,  the  gross  return  therefrom  amounting  to 
$262,464.05^  or  an  average  of  $14.44  per  acre.  Alfalfa  continues  to 
be  the  leading  crop.  The  acreage  sown  to  alfalfa  in  1913  was  3,155 
Hcres  in  excess  of  that  cultivated  in  1912,  while  the  average  yield 
jumped  from  1.66  tons  in  1912  to  2.31  tons  in  1913. 

The  gross  value  of  crops  produced  during  1913  was  $107,064  above 
that  of  1912.  The  present  indications  are  that  the  crop  production 
for  1914  will  exceed  any  previous  year.  The  first  cutting  of  alfalfa, 
however,  will  be  lighter  than  that  of  1913,  many  farmers  reporting 
that  a  portion  of  their  alfalfa  was  killed  during  the  winter  on  ac- 
count of  being  too  dry.  About  150  acres  of  old  alfalfa  land  have 
been  planted  to  sugar  beets,  and  present  indications  point  to  a  good 
crop.  This  is  the  nrst  year  that  sugar  beets  have  been  |)roduced  for 
sale  to  <lie  beet-sugar  factory  in  Billings,  Mont.  This  crop  will 
materially  add  to  the  gross  return  per  acre  of  the  cultivated  lands. 


Crop  report,  Shoshone  project,  year  of  191S, 

Area 

Unit  of 
yield. 

Yields. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

Per  unit 
of  yield. 

TotaL 

Per  acre. 

*'"^h 

10,945 

151 

313 

5 

9 

6 

33 

15 

7 

3 

239 

Ton 

Bushel.. 
Bushel.. 
Bushel.. 

Ton 

Ton 

Ton 

Bushel.. 
Bushel.. 
Ton 

25,288 
174| 
5,646 
6 
71 
3 
10 
60 
85 
5 

2.31 
1.16 

18.01 

1.33 

7.68 

.50 

.30 

4.00 

11.33 
1.43 

16.50 
12.00 
.80 
3.00 
5.50 
6.00 
5.00 
12.00 
.50 
6.50 

$164,372 

2,0M 

4,517 

18 

391 

18 

50 

720 

43 

32 

8,600 

$15.02 

AlftUfi&seed 

13.87 

Barley 

14.41 

Beans 

4.00 

Beets,  smnr 

42.22 

Cane....  ,     , 

3.00 

fTiover hay. . . .    - 

1.52 

Clover  seed 

48.00 

(Vim,fnA*w 

5.67 

Comfbdder 

9.29 

Oaidai 

35.96 
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Crop  report,  Shoshone  project,  year  of  1913 — Continued. 


Area 
(acres.) 

Unit  of 
yield. 

Yields. 

Values. 

Crop. 

Total. 

Average 
per  acre. 

• 

Per  unit 
of  yield. 

Total. 

Per  acre. 

Cropped:— Continued 

200 
3,211 

882 

1 

168 

2,488 

166 

84,585 

36 

0.83 
26.35 
72.00 

16.50 

.50 

1.70 

11,079 

42,202 

61 

5,731 
28,031 

S5.38 

13.17 

Onions 

122.40 

Pasture 

11.41 

Peas 

Bushel.. 
Bushel.. 
Bushel.. 

20 
11,46U 
35,(B8l 

13.33 
68.32 
14.08 

3.00 
.50 
.80 

40.00 

Potatoes,  common 

34.16 

Wheat 

11.27 

Total 

18,178 

282.464 

14  44 

"" 

Irrigated  no  crop: 

Orchard...:. 

101 

2,598 

76 

31 

1,561 

New  alfalfa 

Ground  fall  plowed 

Ifiscellaneous 

Lees  duplicated  areas 

1 

' 

Total 

1.245 

...                 .... 

Total  irrigated 

19,423 

1    

^ 

1                 1 

Areas. 

Acres. 

Num- 
ber of 
farms. 

Total  irrigable  area  farms  reported 

Total  irrigated  area  farms  reported 

Under  water-right  applications 

23,065.05 

19,422.75 

19,281.75 

141.00 

396 

896 

{ 

891 



5 

Total  cropped  area  farms  reported 

18,17&00 

396 

FINANCIAL  STATEMENTS. 

A88€t8,  Hahilities,  reserves,  and  capital,  Shoshone  project,  to  June  SO,  1914. 

ASSETS. 

Accounts  receivable: 

Uncollected   freight  refunds $7,009.83 

Uncollected  miscellaneous  items 3,627.90 

Construction  charges  due  and  uncollected  from 

water-right  applicants 124, 588. 55 

Operation  and  maintenance  charges  due  and 

uncollected  from  water-right  applicants...  342.85 

Total 1135, 569. 13 

Inventories : 

Mercantile  stores  stock  on  hand 558.  29 

Animals 3, 860. 74 

Mechanical  and  other  equipment 46,346.61 

Material    and    supplies    on    hand    In    store- 
houses    43, 552. 32 

Goods  In  transit 58.20 

Undistributed  cost  (freight  and  handling  on 

Inventory  property) ^3,520.22 

Total 90, 855. 94 

Construction  work  in  process : 

Gross  expenditures  for  construction  of  project 

to  date 3, 807, 847. 30 

Ijess  revenue  earned  during  construction,  as 
follows : 

Rentals  of  cottages $7,743.80 

Rentals  of  grazing  land 326. 00 

Rentals  of  tents 397.40 

Rentals  of  telephones 118.85  ^  j 
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OoQstructioii  work  in  process — Continaed. 

Less  revenue  earned  during  construction,  as 
follows — Ck>ntlnued. 

Miscellaneous  revenues $867.67 

Loss   on    mess    houses ^10,327.24 

-    Profits  on  mercantile  stores..      2»  dSl.  49 

Profits  on  hospitals 1, 321. 31 

Receipts  from  sale  of  town 

sites 27, 881. 68 

Contractor's  freight  refunds.    19,856.59 
Forfeitures  by  defaulting  bid- 
ders and  contractors 45^621.19 

Adjustments — 

Depreciation    on    plant    and 

equlpmait 9, 292. 20 

Profits  shown  on  Government 

animals 941. 19 


Total  deductions $106,^21.13 


Net  expenditures  for  construction  of  project  to  date $3, 701, 326. 17 

Deferred  operation  and  maintenance  charges 363, 620. 08 


Total  assets i 4, 291, 371. 32 

LIABIUTIES,  BE8EBVES,  AZTD  CAPITAL. 

Accounts  payable: 

Unpaid  labor $5,800.96 

Unpaid  purchases 1,709.11 

Unpaid  freight  and  express  charges 7, 478. 12 

Unpaid  miscellaneous. 10, 567. 31 

Unpaid  passenger  fares 131.05 


Total 26, 686. 55 

Reserves  for  repayment  to  reclamation  fund  of 
cost  of  project : 

Construction  charges  accrued  on  contracts  with 

water-right  applicants 330, 033. 27 

Construction  charges  paid  in  advance  by  water- 
right  applicants 1, 729. 66 

Construction  charges  paid  and  forfeited  by 
water-right  applicants 2,101.94 

Total - 333, 864. 87 

Net  investment: 

Disbursements $4, 285, 328. 42 

Transfers  received  from  other 
projects 150, 617. 07 


TjCOO 

Collections 455. 611. 72 

Transfers  Issued  to  other 
projects 48, 513. 87 


4, 435.  945.  49 


504, 125.  59 


Total 3, 931, 819. 90 


Total  liabilities,  reserves,  and  capital  investment  of 
the  Government 4, 291,  371. 32 

Functional  feature  costs  of  Shoshone  project  to  June  30,  191^. 

Development   (storage)    works $1,217,622.96 

Carriage    system 2, 104, 35.3. 44 

Distribution  system. 139, 433. 23 

Drainage  and  flood  protection  system 10,1^.61 


>  Deduct. 

Digiti 


zed  by  Google 


324     THIBTEENTH  ANNUAL  BBPOBT  OF  RECLAMATION  8EBVI0E* 

Real  estate $81,  220l  48 

Telephone  lines 4, 646u  06 

Farm  unit  subdivisions 12, 933. 77 

Roads  and  bridges 162, 542. 38 

Miscellaneous  preliminary  investigations 132, 582. 10 

Cost  ledger  inventories 2, 333. 18 

Gross  ezp^iditures  for  construction  of  project  to  date 3, 807, 847. 30 

Operating  revenvea  and  ewpenses  Shoshone  project  to  June  SO^  1914, 


Development  (storage)  works: 

Operation |9, 717. 47 

Maintenance 8,  llOi  35 

Carriage  system: 

Operation . 19, 533. 29 

Maintenance 18, 55L  ID 

Distribution  system : . 

Operation 33, 967. 01 

Maintenance 23, 958. 72 

Drainage  and  flood  protection  is^stem : 

Operation 891.27 

Maintenance 2, 795. 42 

Undistributed  expenses,  maintenance 340,510.62 

Total 456,025,25 

REVENUES. 

Operation  and  maintenance  charges  accrued  on  contracts  with 
water-right  applicants 90,062. 77 

Operation  and  maintenance  charges  paid  in  advance  by  water- 
right  applicants 503. 92 

Operation  and  maintenance  charges  paid  and  forfeited  by  water- 
right  applicants 1, 480. 61 

Rentals  of  irrigation  water 357. 87 

Deferred  operation  and  maintenance  revenues  (carried  to  debit 
side  of  assets  and  liabilities  statement) 363, 620. 08 

Total 456,025. 2S 

Estimated  cost  of  contemplated  work,  Shoshone  project^  during  fiscal  year  1915. 

Development  (storage)  works: 

Damages  to  land  by  silt $80, 000. 00 

Balanced  gates,  lower  outlet  tunnel 50, 000. 00 

Damages  to  land,  Kane,  Wyo 8,000.00 

Total -     $138, 000. 00 

Carriage  system: 

Lateral  A  extension 40, 000. 00 

Frannie  Canal  extension  and  Willwood  Canal.         76, 000. 00 


Totel 115, 000. 00 

Distribution  system: 

Frannie  Canal  extension  and  Willwood  Canal 25,000.00 

Telephone  lines: 

On  Garland  division 2,000.00 

On  Frannie  and  Willwood  divisions 4, 000. 00 

Total ®.  <>W>.  00 

Farm  unit  subdivision,  Garland  division 2,000.  00 

Roads  and  bridges,  Frannie  and  Willwood  divisions 5,000.00 

Miscellaneous  preliminary  investigations,  stream  gauging 155*^ 

Operation  and  maintenance  during  construction a'2SS'22 

Operation  and  maintenance  under  public  notice 140, 000. 00 

Total 441, 100. 00 
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APPENDIX 

LEGISLAHOH. 

BECLAMATION  ACT. 

An  Act  Appropriatiiig  the  receipts  from  the  sale  and  disposal  of  public 
lands  in  certain  States  and  Territories  to  the  construction  of  irrigation 
works  for  the  reclamation  of  arid  lands. 

Be  it  enacted  hy  the  Senate  and  House  of  Representatives  of  the 
United  States  of  America  in  Congress  assembled^  That  all  monejrs 
received  from  the  sale  and  disposal  of  public  lands  in  Arizona,  Cali- 
fornia, Colorado,  Idaho,  Kansas,  Montana,  Nebraska,  Nevada,  New 
Mexico,  North  Dakota,  Oklahoma,  Oregon,  South  Dakota,  Utah, 
Washington,  and  Wyoming,  beginning  with  the  fiscal  year  ending 
June  30.  1901,  including  uie  surplus  of  fees  and  commissions  in 
excess  or  allowances  to  registers  and  receivers^  and  excepting  the  5 

ger  cent  of  the  proceeds  of  the  sales  of  public  lands  in  the  above 
tates  set  aside  by  law  for  educational  and  other  purposes,  shall  be, 
and  the  same  are  hereby,  reserved,  set  aside,  and  appropriated  as  a 
special  fund  in  the  Treasury  to  be  known  as  the  "  reclamation  fund," 
to  be  used  ia  the  examination  and  survey  for  and  the  construction 
and  maintenance  of  irrigation  works  for  the  storage,  diversion,  and 
development  of  waters  for  the  reclamation  of  arid  and  semiarid  lands 
in  the  said  States  and  Territories,  and  for  the  payment  of  all  other 
expenditures  provided  for  in  this  act :  Provided.  That  in  case  the 
receipts  from  the  sale  and  disposal  of  public  lands  other  than  those 
realized  from  the  sale  and  disposal  of  lands  referred  to  in  this  section 
are  insufficient  to  meet  the  requirements  for  the  support  of  agricul- 
tural colleges  in  the  several  States  and  Territories,  under  the  act  of 
Aumist  80,  1890,  entitled  "  An  act  to  apply  a  portion  of  the  proceeds 
of  the  public  lands  to  the  more  complete  endowment  and  support  of 
the  colleges  for  the  benefit  of  agricultural  and  the  mechanic  arts, 
established  under  the  provisions  of  an  act  of  Congress  approved  July 
2,  1862,'*  the  deficiency,  if  any,  in  the  sum  necessary  for  the  support 
of  the  said  colleges  shall  be  provided  for  from  any  moneys  in  the 
Treasury  not  otherwise  appropriated. 

Sec.  2.  That  the  Secretary  of  the  Interior  is  hereby  authorized  and 
directed  to  make  examinations  and  surveys  for,  and  to  locate  and 
construct,  as  herein  provided,  irrigation  works  for  the  storage,  diver- 
sion, and  development  of  waters,  including  artesian  wells,  and  to 
report  to  Congress  at  the  beginning  of  each  regular  session  as  to  the 
results  of  such  examinations  and  surveys,  giving  estimates  of  cost  of 
all  contemplated  works,  the  quantity  and  location  of  the  lands  which 
can  be  irrigated  therefrom,  and  all  facts  relative  to  the  practicability 
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of  each  irrigation  project;  also  the  cost  of  works  in  process  of  oon- 
structi(m  as  well  as  of  those  which  have  been  completed. 

Sec.  3.  That  the  Secretary  of  the  Interior  shall,  before  giving  the 
public  notice  provided  for  in  section  4  of  this  act,  withcfraw  from 
public  entry  the  lands  required  for  any  irrigation  works  contem- 
plated under  the  provisions  of  this  act,  and  shall  restore  to  public 
entry  any  of  the  lands  so  withdrawn  when,  in  his  judgment,  such 
lands  are  not  required  for  the  purposes  of  this  act ;  and  the  SeCTetary 
of  the  Interior  is  hereby  authorized,  at  or  immediately  prior  to  the 
time  of  beginning  the  surveys  for  any  contemplated  irrigation  works, 
to  withdraw  from  entry,  except  under  the  homestead  laws,  any  public 
lands  believed  to  be  susceptible  of  irrigation  from  said  works :  Pro- 
vided^ That  all  lands  entered  and  entries  made  under  the  homestead 
laws  within  areas  so  withdrawn  during  such  withdrawal  shall  be  sub- 
ject to  all  the  provisicms,  limitations,  charges,  terms,  and  conditions 
of  this  act;  that  said  surveys  shall  be  prosecuted  diligently  to  com- 
pletion, and  upon  the  completion  thereof,  and  of  the  necessary  maps, 
plans,  and  estimates  of  cost,  the  Secretary  of  the  Interior  shall  deter- 
mine whether  or  not  said  project  is  practicable  and  advisable,  and  if 
determined  to  be  impracticable  or  unadvisable  he  shall  thereupon 
restore  said  lands  to  entry ;  that  public  lands  which  it  is  proposed  to 
irrigate  by  means  of  any  contemplated  works  shall  be  subject  to  oitry 
only  under  the  provisions  of  the  homestead  laws  in  tracts  of  not  less 
than  40  nor  more  than  160  acres,  and  shall  be  subject  to  the  limita- 
tions, charges,  terms,  and  conditions  herein  provided :  Provided^  Tliat 
the  commutation  provisions  of  the  homestead  laws  shall  not  apply  to 
entries  made  under  this  act. 

Sec.  4.  That  upon  the  determination  by  the  Secretary  of  the  Inte- 
rior that  any  irrigation  project  is  practicable,  he  may  cause  to  be  let 
contracts  for  the  construction  of  the  same,  in  such  portions  or  sec- 
tions as  it  may  be  practicable  to  construct  and  complete  as  parts  of 
the  whole  project,  providing  the  necessary  funds  for  such  poribions  or 
sections  are  available  in  the  reclamation  fund,  and  thereupon  he  shaU 
give  public  notice  of  the  lands  irrigable  under  such  project,  and  limit 
of  area  per  entry,  which  limit  shall  represent  the  acreage  which,  in 
the  opinion  of  the  Secretary,  may  be  reasonably  required  for  the 
support  of  a  family  upon  the  lands  in  question ;  also  of  the  charges 
which  shall  be  macle  per  acre  upon  the  said  entries,  and  upon  lands 
in  private  ownership  which  may  be  irrigated  by  the  waters  of  the  said 
irrigation  project,  and  the  number  of  annual  installments,  not  ex- 
ceeding 10,  in  which  such  charges  shall  be  paid  and  the  time  when 
such  payments  shall  commence.  The  said  char^  shall  be  deter- 
mined with  a  view  of  returning  to  the  reclamation  fund  the  esti- 
mated cost  of  construction  of  the  project,  and  shall  be  apportioned 
equitably :  Provided^  That  in  all  construction  work  eight  hours  shall 
constitute  a  day's  work,  and  no  Mongolian  labor  shall  be  employed 
thereon. 

Sec.  5.  That  the  entryman  upon  lands  to  be  irrigated  by  such 
works  shall,  in  addition  to  compliance  with  the  homestead  laws, 
reclaim  at  least  one-half  of  the  total  irrigable  area  of  his  entry  for 
agricultural  purposes,  and  before  receiving  patent  for  the  lands  cov- 
ered by  his  enti7  shall  pay  to  the  Government  the  char^  appor- 
tioned against  such  tract,  as  provided  in  section  four.  No  right  to  the 
use  of  water  for  land  in  private  ownership  shall  be  sold  for  a  tract 

Digitized  by  VjUU*^ It: 


LfiOlSLATIOir.  327 

exceeding  160  acres  to  any  one  landowner,  and  no  duch  sale  shall  be 
made  to  any  landowner  unless  he  be  an  actual  bona  fide  resident  on 
such  land,  or  occupant  thereof  residing  in  the  neighborhood  of  said 
land,  and  no  such  right  shall  permanently  attach  until  all  pajrments 
therefor  are  made.  The  annual  installments  shall  be  paid  to  the 
receiver  of  the  local  land  office  of  the  district  in  which  the  land  is 
situated,  and  a  failure  to  make  any  two  payments  when  due  shall 
render  the  entry  subject  to  cancellation,  with  the  forfeiture  of  all 
rights  under  this  act,  as  well  as  of  any  moneys  already  paid  thereon. 
Ail  moneys  received  from  the  above  sources  shall  be  paid  into  the 
reclamation  fund.  Registers  and  receivers  shall  be  allowed  the  usual 
commissions  on  all  moneys  paid  for  lands  entered  under  this  act. 

Sec.  6.  That  the  Secretaiy  of  the  Interior  is  herebjr  authorized  and 
directed  to  use  the  reclamation  fund  for  the  operation  and  mainte- 
nance of  all  reservoirs  and  irrigation  works  constructed  under  the 
provisions  of  this  act :  Provided^  That  when  the  payments  required 
by  this  act  are  made  for  the  major  portion  of  the  lands  irrigated 
from  the  waters  of  any  of  the  works  herein  provided  for,  then  the 
management  and  operation  of  such  irrigation  works  shall  pass  to  the 
owners  of  the  lanos  irrigated  thereby,  to  be  maintained  at  their  ex- 
pense imder  such  form  of  organization  and  under  such  rules*  and 
regulations  as  may  be  acceptiuble  to  the  Secretary  of  the  Interior: 
Provided^  That  the  title  to  and  the  management  and  operation  of  the 
reservoirs  and  the  works  necessary  for  their  protection  and  operation 
shall  remain  in  the  Government  until  otherwise  provided  by  Congress. 

Sec.  7.  That  where  in  carrying  out  the  provisions  of  this  act  it 
becomes  necessary  to  acquire  any  rights  or  property,  the  Secretary  of 
the  Interior  is  hereby  authorized  to  acquire  the  same  for  the  United 
States  by  purchase  or  by  condemnation  under  judicial  process,  and  to 
pay  from  the  reclamation  fund  the  sums  which  may  be  needed  for 
that  purpose,  and  it  shall  be  the  duty  of  the  Attorney  General  of  the 
United  States  upon  every  application  of  the  Secretary  of  the  Interior, 
under  this  act,  to  cause  proceedings  to  be  commenced  for  condemna- 
tion within  thirty  days  from  the  receipt  of  the  application  at  the 
Department  of  Justice. 

Sec.  8.  That  nothing  in  this  act  shall  be  construed  as  affecting  or 
intended  to  affect  or  to  in  any  way  interfere  with  the  laws  of  any 
State  or  Territory  relating  to  the  control,  appropriation,  use,  or  dis- 
tribution of  water  used  in  irrigation,  or  any  vested  right  acquired 
thereunder,  and  the  Secretary  of  the  Interior,  in  carrying  out  the  pro- 
visions of  this  act,  shall  proceed  in  conformity  with  such  laws,  and 
nothing  herein  shall  in  any  way  affect  any  right  of  any  State  or  of 
the  Federal  Government  or  of  any  landowner,  appropriator,  or  user 
of  water  in,  to,  or  from  any  interstate  stream  or  the  waters  thereof : 
Provided^  That  the  right  to  the  use  of  water  acquired  under  the  pro- 
visions of  this  act  shall  be  appurtenant  to  the  land  irrigated,  and 
beneficial  use  shall  be  the  basis,  the  measure,  and  the  limit  of  the 
right.  . 

Sec.  9.*  That  it  is  hereby  declared  to  be  the  duty  of  the  Secretary 
of  the  Interior  in  carrying  out  the  provisions  of  this  act,  so  far  as 
the  same  may  be  practicable  and  subject  to  the  existence  of  feasible 
irrigation  projects,  to  expend  the  major  portion  of  the  funds  arising 

1  Sec.  9  of  thig  act  repealed  by  the  act  of  June  25,  1910. 
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from  the  sale  of  public  lands  within  each  State  and  Territory  here- 
inbefore named  for  the  benefit  of  arid  and  semiarid  lands  within  the 
limits  of  such  State  or  Territory :  Provided^  That  tiie  Secretary  may 
temporarily  use  such  portion  of  said  funds  for  the  benefit  of  arid  or 
semiarid  lands  in  any  particular  State  or  Territory  hereinbefore 
named  as  he  may  deem  advisable,  but  when  so  used  the  excess  shall 
be  restored  to  the  fund  as  soon  as  practicable,  to  the  end  that  ulti- 
mately, and  in  any  event  within  each  ten-year  period  after  the 
passage  of  this  act,  the  expenditures  for  the  benefit  of  the  said  States 
and  Territories  shall  be  equalized  according  to  the  proportions  and 
subject  to  the  conditions  as  to  practicability  and  feasibility  aforesaid. 

OEG.  10.  That  the  Secretary  of  the  Interior  is  hereby  authorized  to 
perform  any  and  all  acts  and  to  make  such  rules  and  regulations  as 
may  be  necessary  and  proper  for  the  purpose  of  carrjdng  the  pro- 
visions of  this  act  into  riill  force  and  effect. 

Approved,  June  17, 1902  (32  Stat,  888). 

EXTENDOra  PEBIOD  OF  PAYKENT. 

An  Act  ExtftiMtiiig  the  period  of  payment  under  reclamation  projects,  and 

for  oilier  purposes. 

Be  it  enacted  hy  the  Senate  amd  House  of  Representatives  of  the 
United  States  of  America  in  Congress  assembled^  That  any  person 
whose  lands  hereafter  become  subject  to  the  terms  and  conditions  of 
the  act  approved  June  seventeenth,  nineteen  hundred  and  two,  enti- 
tled ^' An  act  appropt*iating  the  receipts  f ronr  the  sale  and  disposal  of 
public  lands  in  certain  States  and  Territories  to  the  construction  of 
irrigation  works  for  the  reclamation  of  arid  lands,"  and  acts  amenda- 
tory thereof  or  supplementary  thereto,  hereafter  to  be  referred  to  as 
the  reclamation  law,  and  any  person  who  hereafter  makes  entry 
thereunder  shall  at  the  time  of  making  water-right  application  or  en- 
trv,  as  the  case  may  be,  pay  into  the  reclamation  f  imd  five  per  centum 
of  the  construction  charge  fixed  for  his  land  as  an  initial  installment, 
and  shall  pay  the  balance  of  said  charge  in  fifteen  annual  installments, 
the  first  five  of  which  shall  each  be  five  per  centum  of  the  construc- 
tion charge,  and  the  remainder  shall  each  be  seven  per  centum  until 
the  whole  amount  shall  have  been  paid.  The  first  of  the  annual  in- 
stallments shall  become  due  and  payable  on  December  first  of  the  fifth 
calendar  year  after  the  initial  installment :  Provided^  That  any  water- 
right  applicant  or  entryman  may,  if  he  so  elects,  pay  the  whole  or  any 
part  of  the  construction  charges  owing  by  him  within  any  shorter 
period :  Provided  further ,  That  entry  may  be  made  whenever  water 
IS  available,  as  announced  by  the  Secretary  of  the  Interior,  and  the 
initial  payment  be  made  when  the  charge  per  acre  is  established. 

ACT  SHALL  APPLT  TO  EXI8TINO  PROJECTS. 

Sec.  2.  That  any  person  whose  land  or  entry  has  heretofore  become 
subject  to  the  terms  and  conditions  of  the  reclamation  law  shall  pay 
the  construction  charge,  or  the  portion  of  the  construction  charge 
remaining  unpaid,  in  twentv  annual  installments,  the  first  of  which 
shall  become  due  and  payable  on  December  first  of  the  year  in  which 
the  public  notice  affecting  his  land  is  issued  under  this  act,  and  sub- 
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sequent  installments  on  December  first  of  each  year  thereafter.  The 
first  four  of  such  installments  shall  each  be  two  per  centilm,  the  next 
two  installments  shall  each  be  four  per  centum,  and  the  next  fourteen 
each  six  per  centum  of  the  total  construction  charge,  or  the  portion 
of  the  construction  charge  unpaid  at  the  beginning  of  such  install- 
ments. 

PENALTIES. 

Sec.  3.  That  if  any  water-right  af>plicant  or  entryman  shall  fail  to 

Eay  any  installment  of  his  construction  charges  when  due,  there  shall 
B  added  to  the  amount  unpaid  a  penalty  of  one  per  centum  thereof, 
and  there  shall  be  added  a  like  penalty  of  one  per  centum  of  the 
amount  unpaid  on  the  first  day  of  e^ch  month  thereafter  so  long  as 
such  default  shall  continue.  Ii  any  such  applicant  or  entryman  mall 
be  one  year  in  default  in  the  payment  of  any  installment  of  the  con- 
stmction  charges  and  penalties,  or  any  part  thereof,  his  water-right 
application,  and  if  he  be  a  homestead  entryman  his  entry  also,  shall 
be  subject  to  cancellation,  and  all  payments  made  by  him  forfeited 
to  the  reclamation  fund,  out  no  homestead  entry  shall  be  subject  to 
contest  because  of  such  default :  Provided^  That  if  the  Secretary  of 
the  Interior  shall  so  elect,  he  may  cause  suit  or  action  to  be  brought 
for  the  recovery  of  the  amount  in  default  and  penalties;  but  if  suit  or 
action  be  brought,  the  right  to  declare  a  cancellation  and  forfeiture 
shall  be  suspended  pending  such  suit  or  action. 

INCREASE  OF  CHABQES. 

Sec.  4.  That  no  increase  in  the  construction  charges  shall  here- 
after be  made,  after  the  same  have  been  fixed  by  public  notice,  except 
by  agreement  between  the  Secretary  of  the  Interior  and  a  majority  of 
the  water-right  applicants  and  entrymen  to  be  affected  by  such 
increase,  whereupon  all  water-right  applicants  and  entrymen  in  the 
area  proposed  to  be  affected  by  the  increased  char^  shall  become 
subject  thereto.  Such  increased  charge  shall  be  added  to  the  con- 
struction charge  and  payment  thereof  distributed  over  the  remaining 
unpaid  installments  of  construction  charges:  Provided^  That  the 
Secretary  of  the  Interior,  in  his  discretion,  may  agree  that  such  in- 
creased construction  charge  shall  be  paid  in  additional  annual  install- 
ments, each  of  which  shall  be  at  least  equal  to  the  amount  of  the 
largest  installment  as  fixed  for  the  project  by  the  public  notice  there- 
tofore issued.  And  such  additional  installments  of  the  increased 
construction  charge,  as  so  agreed  upon,  shall  become  due  and  payable 
on  December  first  of  each  year  subsequent  to  the  year  when  the  final 
installment  of  the  construction  charge  under  such  public  notice  is  due 
and  payable:  Provided  further^  That  all  such  increased  construction 
charges  shall  be  subject  to  the  same  conditions,  penalties,  and  suit  or 
action  as  provided  in  section  three  of  this  act. 

ofehation  and  maintenance. 

Sec.  6.  That  in  addition  to  the  construction  charge,  every  water- 
right  applicant,  entryman,  or  landowner  under  or  upon  a  recla- 
mation project  shall  also  pay,  whenever  water  service  is  available 
for  the  irrigation  of  his  land,  an  operation  and  maintenance  charge 
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based  upon  the  total  cost  of  operation  and  maintenance  of  the  project, 
or  each  separate  unit  thereof,  and  such  charge  shall  be  made  for  each 
acre-foot  of  water  delivered;  but  each  acre  of  irrigable  land,  whether 
irrigated  or  not,  shall  be  charged  with  a  minimum  operation  and 
maintenance  charge  based  upon  the  charge  for  delivery  of  not  less 
than  one  acre-foot  of  water :  Provided^  That,  whenever  any  legally 
organized  water  users'  association  or  irrigation  district  shall  so  re- 
quest, the  Secretary  of  the  Interior  is  hereby  authorized,  in  his  dis- 
cretion, to  transfer  to  such  water  users'  association  or  irrigation  dis- 
trict the  care,  operation,  and  maintenance  of  all  or  any  part  of  the 
project  works,  subject  to  such  rules  and  regulations  as  he  may  pre- 
scribe. If  the  total  amount  of  operation  and  maintenance  charges 
and  penalties  collected  for  any  one  irrigation  season  on  any  project 
shall  exceed  the  cost  of  operation  and  maintenance  of  the  proiect 
during  that  irrigation  season,  the  balance  shall  be  applied  to  a  reduc- 
tion of  the  charge  on  the  project  for- the  next  irrigation  season,  and 
any  deficit  incumd  may  likewise  be  added  to  the  charge  for  the  next 
irrigation  {season. 

PENALTIES. 

Sec.  6.  That  all  operation  and  maintenance  charges  shall  become 
due  and  payable  on  the  date  fixed  for  each  project  by  the  Secretary 
of  the  Interior,  and  if  such  charge  is  paid  on  or  before  the  date  when 
due  there  shall  be  a  discount  of  five  per  centum  of  such  charge;  but 
if  such  charge  is  unpaid  on  the  first  day  of  the  third  calendar  month 
thereafter,  a  penalty  of  one  per  centum  of  the  amount  unpaid  shall  be 
added  thereto,  and  thereafter  an  additional  penalty  of  one  per  centum 
of  the  amount  unpaid  shall  be  added  on  the  first  day  of  each  calendar 
month  if  such  charge  and  penalties  shall  remain  unpaid,  and  no  water 
shall  be  delivered  to  the  lands  of  any  water-right  applicant  or  entry- 
man  who  shall  be  in  arrears  for  more  than  one  calendar  year  for  the 
payment  of  anv  charge  for  operation  and  maintenance,  or  any  annual 
construction  charge  and  penalties.  If  any  water-right  applicant  or 
entryman  shall  be  one  year  in  arrears  in  the  payment  of  any  charge 
for  operation  and  maintenance  and  penalties,  or  any  part  thereof, 
his  water-ri^ht  application,  and  if  he  be  a  homestead  entrjnnan  his 
entry  also^  shall  be  subject  to  cancellation,  and  all  payments  made  by 
liim  forfeited  to  the  reclamation  fund,  but  no  homestead  entry  shall 
be  subject  to  contest  because  of  such  arrears.  In  the  discretion  of  the 
Secretary  of  the  Interior  suit  or  action  may  be  brought  for  the 
amounts  in  default  and  penalties  in  like  manner  as  provided  in  sec- 
tion three  of  this  act. 

FISCAL  AGENT. 

Sec.  7.  That  the  Secretary  of  the  Interior  is  hereby  authorized, 
in  his  discretion,  to  designate  and  appoint,  under  such  rules  and  regu- 
lations as  he  may  prescribe,  the  legally  organized  water  users'  asso- 
ciation or  irrij^tion  district,  under  any  reclamation  project,  as  the 
fiscal  agent  ot  the  United  States  to  collect  the  annual  payments  on 
the  construction  charge  of  the  project  and  the  annual  charges  for 
operation  and  maintenance  and  all  penalties:  Provided.  I%at  no 
water-right  applicant  or  entryman  shall  be  entitled  to  crrait  for  any 
payment  thus  made  until  the  same  shall  have  been  paid  over  to  an 
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officer  designated  by  the  Secretary  of  the  Interior  to  receive  the 
same. 

RECLAMATION  BEQX7IBEMENTB. 

Sec.  8.  That  the  Secretary  of  the  Interior  is  hereby  authorized 
to  make  general  rules  and  regulations  governing  the  use  of  water  in 
the  irri^tion  of  the  lands  within  any  project,  and  may  require  the 
reclamation  for  agricultural  purposes  and  the  cultivation  of  one- 
fourth  the  irrigable  area  under  each  water-right  application  or  entry 
within  three  mil  irrigation  seasons  after  the  filing  of  water-right 
application  or  entry,  and  the  reclamation  for  agricultural  purposes 
and  the  cultivation  of  one-half  the  irrigable  area  within  five  full  irri- 
gation seasons  after  the  filing  of  the  water-right  application  or  entry, 
and  shall  provide  for  continued  compliance  with  such  requirements. 
Failure  on  the  part  of  any  water-right  applicant  or  entryman  to  com- 
ply with  such  requirements  shall  render  his  application  or  entry 
subject  to  cancellation. 

LANDS  NOT  SUBJECT  TO  RECLAMATION  ACT. 

Sec.  9.  That  in  all  cases  where  application  for  water  right  for 
lands  in  private  ownership  or  lands  held  under  entries  not  subject 
to  the  reclamation  law  shall  not  be  made  within  one  year  after  the 
passage  of  this  act,  or  within  one  year  after  notice  issued  in  pursu- 
ance of  section  four  of  the  reclamation  act,  in  cases  where  such 
notice  has  not  heretofore  been  issued,  the  construction  charges  for 
such  land  shall  be  increased  five  per  centum  each  year  until  such 
application  is  made  and  an  initial  installment  is  paid. 

WITHDRAWN  LANDS  SUBJECT  TO  ENTRY. 

Sec.  10.  That  the  act  of  Congress  approved  February  eighteenth, 
nineteen  hundred  and  eleven,  entitled  "An  act  to  amend  section 
five  of  the  act  of  Congress  oi  June  twenty-fifth,  nineteen  hundred 
and  ten,  entitled  *  An  act  to  authorize  advances  to  the  reclamation 
fund  and  for  the  issuance  and  disposal  of  certificates  of  indebtedness 
in  reimbursement  therefor,  and  for  other  purposes,' "  be,  and  the 
same  hereby  is,  amended  so  as  to  read  as  follows : 

"  Sec.  5.  That  no  entry  shall  be  hereafter  made  and  no  entryman 
shall  be  permitted  to  go  upon  lands  reserved  for  irrigation  purposes 
imtil  the  Secretary  of  the  Interior  shall  have  establidied  the  unit  of 
acreage  per  entry,  and  water  is  ready  to  be  delivered  for  the  land  in 
such  umt  or  some  part  thereof  and  such  fact  has  been  announced 
by  the  Secretary  of  the  Interior:  Provided^  That  where  entries 
made  prior  to  June  twenty-fifth,  nineteen  hundred  and  ten,  have 
been  or  may  be  reHnquished,  in  whole  or  in  part,  the  lands  so  relin- 
(piished  shall  be  subject  to  settlement  and  entry  under  the  reclama- 
tion law." 

^  water  service. 

Sec  11.  That  whenever  water- is  available  and  it  is  impracticable 
to  apportion  operation  and  maintenance  charges  as  provided  in  sec- 
tion five  of  this  act,  the  Secretary  of  the  Interior  may,  prior  to  giving 
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public  notice  of  the  construction  charge  per  acre  upon  land  under  any 
project,  furnish  water  to  any  entryman  or  private  landowner  there- 
under until  such  notice  is  given,  making  a  reasonable  charge  therefor, 
and  such  charges  shall  be  subject  to  the  same  penalties  and  to  the  pro- 
visions for  cancellation  and  collection  as  herein  provided  for  other 
operation  and  maintenance  charges. 

ADMISSION  OF  PRIVATE  LANDOWNERS  TO  NEW  FBOJECT8. 

Sec.  12.  That  before  any  contract  is  let  or  work  begun  for  the  con- 
struction of  any  reclamation  project  hereafter  adopt^  the  Secretary 
of  the  Interior  shall  require  the  owners  of  private  lands  thereunder  to 
agree  to  dispose  of  all  lands  in  excess  of  the  area  which  he  shall  deem 
sufficient  for  the  support  of  a  family  ui>on  the  land  in  question,  upon 
such  terms  and  at  not  to  exceed  sucn  price  as  the  Secretery  of  the  In- 
terior may  designate ;  and  if  any  landowner  ^all  refuse  to  a^ree  to 
the  requirements  fixed  by  the  Secretary  of  the  Interior,  his  land  shall 
not  be  included  within  the  project  if  adopted  for  construction. 

DISPOSITION  OF  EXCESS  FARM  UNTTB. 

Sec.  13.  That  all  entries  under  reclamation  projects  containing 
more  than  one  farm  unit  i^all  be  reduced  in  area  and  conformed  to  a 
single  farm  unit  within  two  years  after  making  proof  of  residence, 
improvement,^  and  cultivation,  or  within  two  years  after  the  issuance 
of  a  farm-unit  plat  for  the  project,  if  the  same  issues  subsequent  to 
the  making  of  such  proof :  Provided^  That  such  proof  is  made  within 
four  years  from  the  date  as  announced  by  the  Secretaiy  of  the  Ibite- 
rior  that  water  is  available  for  delivery  for  the  land.  Any  entryman 
failing  within  the  period  herein  provided  to  dispose  of  the  excess  of 
his  entry  above  one  farm  imit,  in  the  manner  provided  by  law,  and 
to  conform  his  entry  to  a  single  farm  unit  snail  render  his  entry 
subject  to  cancellation  as  to  the  excess  above  one  farm  unit:  Pro- 
vided^ That  upon  compliance  with  the  provisions  of  law  such  entry- 
man  shall  be  entitled  to  receive  a  pat^t  for  that  part  of  his  entry 
which  conforms  to  one  farm  unit  as  established  f or  tiie  project: 
Provided  furth^r^  That  no  person  shall  hold  by  assignment  more 
than  one  farm  unit  prior  to  final  payment  of  all  charges  for  all  the 
land  held  by  him  subject  to  the  reclamation  law,  except  operation 
nnd  maintenance  charges  not  then  due. 

acceptance  of  this  act. 

Sec  14.  That  any  person  whose  land  or  entry  has  heretofore  be- 
come subject  to  the  reclamation  law,  who  desires  to  secure  the  bene- 
fite  of  the  extension  of  the  period  of  paymente  provided  by  this 
act,  shall,  within  six  months  after  the  issuance  of  the  first  public 
notice  hereimder  affecting  his  land  or  entry,  notify  the  Secretaiy  of 
the  Interior,  in  the  manner  to  be  prescribed  by  said  Secretary,  ot  hia 
Hcceptance  of  all  of  the  terms  and  conditions  of  this  act,  and  there- 
after his  lands  or  entry  shall  be  subject  to  all  of  the  provisions  of  this 
act. 
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Sec.  15.  That  the  Secretary  of  the  Interior  is  hereby  authorized  to 
perform  any  and  all  acts  and  to  make  such  rules  and  regulations  as 
may  be  necessary  and  proper  for  the  purpose  of  carrying  the  provi- 
Mons  of  this  act  into  full  force  and  effect. 

Sec.  16.  That  from  and  after  July  first,  nineteen  hundred  and 
fifteen,  expenditures  shall  not  be  made  for  carrying  out  the  pur- 
poses of  the  reclamation  law  except  out  of  appropriations  made  an- 
nually by  Congress  therefor,  and  the  Secretary  of  the  Interior  shall, 
for  the  fiscal  year  nineteen  hundred  and  sixteen,  and  annually  there- 
after, in  the  regular  Book  of  Estimates,  submit  to  Congress  esti- 
mates of  the  amount  of  money  necessary  to  be  expended  for  carry- 
ing out  any  or  all  of  the  purposes  authorized  by  the  reclamation 
law,  including  the  extension  and  completion  of  existing  projects  and 
units  thereof  and  the  construction  of  new  projects.  The  annual 
appropriations  made  hereunder  by  Congress  for  such  purposes  shall 
be  paid  out  of  the  reclamation  fund  provided  for  by  the  reclamation 
law. 

Approved,  August  13,  1914. 

COOFEBATION  WITH  DEFABTMENT   OF  AGBICULTURE. 


An  Act  Making  appropriations  for  the  Department  of  Agriculture  for  the 
fiscal  year  ending  June  thirtieth,  nineteen  hundred  and  fifteen. 
******* 

For  investigations  in  connection  with  western  irrigation  agricul- 
ture, the  utilization  of  lands  reclaimed  under  the  reclamation  act, 
and  other  areas  in  the  arid  and  semiarid  regions,  $70,380. 

*****  4e  « 

Demonstrations  on  reclamation  projects :  To  enable  the  Secretary 
of  Agriculture  to  encourage  and  aid  in  the  agricultural  development 
of  the  Government  reclamation  projects;  to  assist,  through  demon- 
strations, advice,  and  in  other  ways,  settlers  on  the  projects;  and  for 
the  employment  of  persons  and  means  necessary,  in  the  city  of 
Washington  and  elsewhere,  $40,000. 

******* 

Approved,  June  30, 1914. 

PUBLIC  PARK,  MONTBOSE,  COLO. 

An  Act  Authorizing  the  city  of  Montrose,  Colorado,  to  purchase  certain 
public  lands  for  public  park  puiposes. 

Be  it  enacted  hy  the  Senate  and  House  of  Representatives  of  the 
United  States  of  American  in  Congress  ojssemhled^  That  the  city  of 
Montrose,  Montrose  County,  Colorado,  is  hereby  authorized  for  a 
period  of  two  years  after  the  passage  of  this  act  to  purchase,  and  the 
Secretary  of  the  Interior  is  hereby  directed  to  convey  to  said  city  for 
public  park  purposes,  for  the  use  and  benefit  of  said  city,  the  follow- 
ing-described lands,  or  so  much  thereof  as  the  said  city  may  desire, 
to  wit:  The  south  half  of  the  southwest  quarter,  the  southwest 
quarter  of  the  southeast  quarter  of  section  nine;  the  northwest 
64162*— 15 22 
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quarter,  the  west  half  of  the  northeast  quarter,  the  north  half  of  the 
southwest  quarter^  and  the  west  half  of  the  southeast  quarter  of  sec- 
tion sixteen,  all  in  township  forty-seven  north,  range  seven  west  of 
the  New  Mexico  principal  meridian,  containing  five  hundred  and 
twenty  acres,  more  or  less. 

Sec.  2.  That  the  said  conveyance  shall  be  made  of  the  said  lands 
to  the  said  city  by  the  Secretary  of  the  Interior  upon  the  payment 
by  said  city  for  the  said  land,  or  such  portions  thereof  as  it  may 
select,  at  the  rate  of  $1.25  per  acre,  and  patent  issued  to  said  city 
for  the  said  land  selected  to  have  and  to  hold  for  public  par  purposes, 
subject  to  the  existing  laws  and  regulations  concerning  public  parks, 
and  that  the  grant  hereby  made  shall  not  include  any  lands  which 
at  the  date  of  the  issuance  of  patent  shall  be  covered  by  a  valici. 
existing,  bona  fide  right  or  claim  initiated  imder  the  laws  of  the 
United  States :  Provided^  That  there  shall  be  reserved  to  the  United 
States  all  oil,  coal,  and  other  mineral  deposits  that  may  be  found  in 
the  land  so  granted,  and  all  necessary  use  of  the  land  for  extracting 
the  same:  Aiid  provided  further^  That  said  city  shall  not  have  the 
right  to  sell  or  convey  the  land  herein  granted,  or  any  part  thereof, 
or  to  devote  the  same  to  any  other  purpose  than  as  hereinbefore 
described;  and  that  if  the  said  land  shall  not  be  used  as  a  public 
park,  the  same,  or  such  parts  thereof  not  so  used,  shall  revert  to 
the  United  States. 

Sec.  3.  That  the  portion  of  the  act  of  June  seventh,  nineteen 
hundred  and  ten,  which  authorizes  the  said  city  of  Montrose  to 
purchase  the  northwest  quarter  and  the  south  half  of  the  northeast 
quarter  of  section  fourteen,  township  forty-nine  north,  range  nine 
west  of  the  New  Mexico  principal  meridian,  containing  two  hundred 
and  forty  acres,  more  or  less,  be,  and  the  same  is  hereby,  repealed. 

Approved,  May  9, 1914. 

OPENING  LANDS  BESTOBED  FBOM  BESEBVATION  OB  WITH- 
DRAWAL. 

An  Act  To  authorize  the  President  to  provide  a  method  for  opening:  lands 
restored  from  reservation  or  withdrawal,  and  for  other  purposes. 

Be  it  enacted  hy  the  Senate  and  House  of  Representatives  of  the 
United  States  of  America  in  Congress  assembhd^  That  hereafter 
when  public  lands  are  excluded  from  national  forests  or  released 
from  withdrawals  the  President  may,  whenever  in  his  judgment  it 
is  proper  or  necessary,  provide  for  the  opening  of  the  lands  by  settle- 
ment in  advance  of  entry,  by  drawing,  or  by  such  other  method  as  he 
may  deem  advisable  in  the  interest  of  equal  opportunity  and  good 
iidministration,  and  in  doing  so  may  provide  that  lands  so  opened 
shall  be  subject  only  to  hom^ead  entry  by  actual  settlers  only,  or  to 
entry  under  the  desert-land  laws  for  a  period  not  exceeding  ninety 
days,  the  unentered  lands  to  be  thereafter  subject  to  disposition 
under  the  public-land  laws  applicable  thereto. 

Sec.  2.  That  where  under  the  law  the  Secretary  of  the  Interior  is 
authorized  or  directed  to  make  restoration  of  lands  previously  with- 
drawn he  may  also  restrict  the  restoration  as  prescribed  in  section 
one  of  this  act. 

Approved,  September  30,  1913. 
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ASSIGNMENT     OE     RECLAMATION    HOMESTEAD     ENTRIES     IN 
FLATHEAD  INDIAN   RESERVATION. 

An  Act  To  extend  the  provisions  of  th^  act  of  June  twenty-third,  nineteen 
hundred  and  ten  (Thirty-sixth  Statutes  at  Large,  page  five  hundred  and 
ninety-two),  authorizing  assignment  of  reclamation  homestead  entries, 
and  of  the  act  of  August  ninth,  nineteen  hundred  and  twelve  (Thirty- 
seventh  Statutes  at  Large,  page  two  hundred  and  sixty-five),  authorizing 
the  issuance  of  patents  on  reclamation  homestead  entries,  to  lands  in  the 
Flathead  irrigation  project,  Montana. 

Be  it  enacted  hy  the  Senate  and  House  of  Representatives  of  the 
United  States  of  America  in  Congress  a^ssemhled^  That  the  provisions 
of  the  act  of  June  twenty-third,  nineteen  hundred  and  ten  (Thirty- 
sixth  Statutes  at  Large,  page  five  hundred  and  ninety-two),  author- 
izing the  assignment  under  certain  conditions  of  homesteads  within 
reclamation  projects,  and  of  the  act  of  August  ninth,  nineteen  hun- 
dred and  twelve  (Thirty-seventh  Statutes  at  Large,  page  two  hun- 
dred and  sixty-five),  authorizing  under  certain  conditions  the  issu- 
ance of  patents  on  reclama4;ion  entries,  and  for  other  purposes,  be, 
and  the  same  are  hereby,  extended  and  made  applicable  to  lands 
within  the  Flathead  irrigation  project,  in  the  former  Flathead  In- 
dian Reservation,  Montana,  but  such  lands  shall  otherwise  be  subject 
to  the  provisions  of  the  act  of  Congress  approved  April  twenty-third, 
nineteen  hundred  and  four  (Thirty-third  Statutes  at  Large,  page 
three  hundred  and  two),  as  amended  by  the  act  of  Confess  ap- 
proved May  twenty-ninth,  nineteen  hundred  and  eight  (Thirty-fifth 
Statutes  at  Large,  page  four  hundred  and  forty-eight) :  Provided^ 
That  the  lien  reserved  to  the  United  States  on  the  land  patented,  as 
provided  for  in  section  two  of  said  act  of  August  ninth,  nineteen 
hundred  and  twelve,  shall  include  all  sums  due  or  to  become  due  to 
the  United  States  on  account  of  the  Indian  price  of  such  land. 

Approved,  July  17,  1914. 

PUBCHASE,  MAINTENANCE,  AND  BEPAIB  OF  AUTOMOBILES,  ETC., 

1&15. 

An  Act  Making  appropriations  for  the  le^rislative,  executive,  and  Judicial 
expenses  of  the  Government  for  the  fiscal  year  ending  June  thirtieth,  nine- 
teen hundred  and  fifteen,  and  for  other  purposes. 


Sec.  5.  No  appropriation  made  in  this  or  any  other  act  shall  be 
available  for  the  purchase  of  any  motor-propelled  or  horse-drawn 
passenger-carryinff  vehicle  for  the  service  of  any  of  the  executive 
departments  or  other  Government  establishments,  or  any  branch  of 
the  Goernment  service,  unless  specific  authority  is  given  therefor, 
and  after  the  close  of  the  fiscal  year  nineteen  hundred  and  fifteen 
there  shall  not  be  expended  out  of  any  appropriation  made  by  Con- 
gress any  sum  for  purchase,  maintenance,  repair,  or  operation  of 
motor-propelled  or  horse-drawn  passenger-carrying  vehicles  for  any 
branch  of  the  public  service  of  the  United  States  unless  the  same  is 
specifically  authorized  by  law,  and  in  the  estimates  for  the  fiscal  year 
nineteen  hundred  and  sixteen  and  subsequent  fiscal  years  there  shall  be 
submitted  in  detail  estimates  for  such  necessary  appropriations  as  are 
intended  to  be  used  for  purchase,  maintenance,  repair,  or  operation 
of  all  motor-propelled  or  horse-drawn  passenger-carrying  vehicle?. 
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specifying  the  sums  required,  the  public  purposes  for  which  said 
vehicles  are  intended,  and  the  officials  or  employees  by  whom  the 
same  are  to  be  used. 

Approved,  July  16, 1914.     (Public,  No.  127.) 

FEB.  DIEM  IN  LIEU  OF  SUBSISTENCE. 

An  Act  Making  appropriations  for  sundry  civil  expenses  of  the  Ctovemment 
for  the  fiscal  year  ending  June  thirtieth,  nineteen  hundred  and  fifteen, 
and  for  other  purposes. 

«  «  «  «  *  *  « 

Sec.  13.  That  the  heads  of  executive  departments  and  other  Gov- 
ernment establishments  are  authorized  to  prescribe  per  diem  rates 
of  allowance  not  exceeding  $4  in  lieu  of  subsistence  to  persons  engaged 
in  field  work  or  traveling  on  official  business  outside  of  the  District 
of  Columbia  and  away  from  their  designated  posts  of  duty  when 
not  otherwise  fixed  by  law.  For  the  fiical  year  nineteen  hundred 
and  sixteen  and  annually  thereafter  estimates  of  appropriations  from 
which  per  diem  allowances  are  to  be  paid  shall  specifically  state  the 
rates  of  such  allowances. 

Approved,  August  1, 1914.     (Public,  No.  161.) 

INDIAN  IBBIGATIGN,  FISCAX  YEAB  1915. 

An  Act  Making  appropriations  for  the  current  and  contingent  expenses  of 
the  Bureau  of  Indian  Affairs,  for  fulfilling  treaty  stipulations  with 
various  Indian  tribes,  and  for  other  purposes,  for  the  fiscal  year  ending 
June  thirtieth,  nineteen  hundred  and  fifteen. 

ARIZONA    AND    NEW    MEXICO. 


For  maintenance,  care,  and  protection  of  machinery  and  irrigation 
wells  already  completed,  in  connection  with  the  irrigation  of  the 
lands  of  the  Pima  Indians  in  the  vicinity  of  Sacaton,  in  the  Gila 
Eiver  Reservation,  $10,000,  reimbursable  from  any  funds  of  said 
Indians  now  or  hereafter  available. 


For  investigation  recommended  by  the  Board  of  Engineer  Officers 
of  t;he  United  States  Army,  as  set  forth  in  paragraph  two  hundred 
and  seventeen  of  their  report  to  the  Secretary  of  War  on  February 
fourteenth,  nineteen  hundred  and  fourteen,  House  Document  Num- 
bered Seven  hundred  and  ninety-one,  Sixty-third  Congress,  second 
session,  and  report  as  to  the  supply  of  the  legally  available  water, 
acreage  available  for  irrigation  and  titles  thereto,  the  maximum  and 
minimum  estimated  cost  of  the  San  Carlos  irrigation  project,  includ- 
ing dam  and  necessary  canals,  ditches,  and  laterals,  with  recommenda- 
tions and  reasons  therefor,  and  the  probable  cost  of  adjudicating  the 
water  rights  along  the  Gila  River  necessary  thereto,  and  to  take  the 
steps  necessary  to  prevent  the  vesting  of  any  water  rights  in  addition 
to  those,  if  any,  now  existing  until  further  action  by  Congress,  $50,000. 
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CALIFORNIA. 


For  reclamation  and  maintenance  charge  on  Yuma  allotments, 
$40,000,  to  be  reimbursed  from  the  sale  of  surplus  lands  or  from  other 
funds  that  may  be  available,  in  accordance  with  the  provisions  of  the 
act  of  March  third,  nineteen  hundred  and  eleven. 


MONTANA. 


For  maintenance  and  operation,  including  repairs,  of  the  Milk 
Elver  Irrigation  system  on  the  Fort  Belknap  Reservation,  in  Mon- 
tana, $20,000,  reimbursable  in  accordance  with  the  provisions  of  the 
act  of  April  fourth,  nineteen  hundred  and  ten. 

For  continuing  the  construction  of  irrigation  systems  to  irrigate 
the  allotted  lands  of  the  Indians  of  the  Flathead  Reservation,  in 
Montana,  and  the  unallotted  irrigable  lands  to  be  or  which  have  been 
heretofore  disposed  of  under  authority  of  law,  including  the  neces- 
sary surveys,  plans,  and  estimates,  $200,000,  reimbursable  in  accord- 
ance with  the  provisions  of  the  act  of  April  fourth,  nineteen  hundred 
and  ten,  and  to  remain  available  imtil  expended. 

For  continuing  the  construction  of  irrigation  systems  to  irrigate 
the  lands  of  the  Indians  of  the  Blackfeet  Indian  Reservation,  in 
Montana,  including  the  necessary  surveys,  plans,  and  estimates, 
$50,000,  reimbursable  in  accordance  with  the  provisions  of  the  act  of 
March  first,  nineteen  hundred  and  seven,  and  to  remain  available 
until  expended. 

For  continuing  construction  of  irrigation  systems  to  irrigate 
allotted  lands  of  the  Indians  of  the  Fort  Peck  Indian  Reservation,  in 
Montana,  including  necessary  surveys,  plans,  and  estimates,  $50,000, 
the  same  to  be  reimbursable,  and  to  remain  available  until  expended : 
Provided^  That  the  Secretary  of  the  Interior  is  hereby  authorized  to 
make  allotments  in  accordance  with  the  provisions  of  the  act  of  May 
thirtieth,  nineteen  hundred  and  eight  (Thirty-fifth  Statutes,  page 
five  hundred  and  fifty-eight),  to  children  on  the  Fort  Peck  Reserva- 
tion who  have  not  received,  but  who  are  entitled  to,  allotments  as 
long  as  any  of  the  surplus  lands  within  said  reservation  remain 
undisposed  of,  such  allotments  to  be  made  under  such  rules  and 
regulations  as  the  Secretary  of  the  Interior  may  prescribe. 


OKLAHOMA. 


That  the  Secretary  of  the  Interior  be,  and  he  is  hereby,  authorized 
to  contract  for  water  rights  for  the  irrigation  of  not  to  exceed  six 
hundred  acres  of  land  in  the  Fort  Sill  Indian  School  Reservation, 
in  the  State  of  Oklahoma,  within  the  proposed  Lawton  reclamation 
project  for  the  irrigation  of  not  to  exceed  two  thousand  five  hundred 
acres  of  Indian  and  private  lands,  upon  the  same  terms  and  condi- 
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tions  as  those  prescribed  for  the  acquisition  of  water  rights  for  other 
lands  to  be  irrigated  by  said  project :  Provided^  That  operation  and 
maintenance  charges  shall  not  be  assessed  against  said  Indian  land 
prior  to  the  completion  of  the  lateral  system  so  as  to  provide  for 
actual  delivery  of  water  thereto,  and  the  project  shall  include  lateral 
construction  tor  the  Indian  lands  down  to  each  legal  subdivision 
thereof  equal  in  area  to  the  size  of  the  farm  unit  for  lands  in  private 
ownership  within  said  project. 


UTAH. 

*  *  *  «  «  «  * 

For  continuing  the  construction  of  lateral  distributing  systems  to 
irrigate  the  allotted  lands  of  the  Uncompahgre,  Uintah,  and  White 
River  Utes,  in  Utah,  and  to  maintain  existing  irrigation  systems, 
authorized  under  the  act  of  June  twenty-first,  nineteen  hundred  and 
six,  to  be  expended  imder  the  terms  thereof  and  reimbursable  as 
therein  provided,  $10,000,  to  remain  available  until  expended* 


WASHINGTON. 


It  appearing  by  the  report  of  the  Joint  Congressional  Commissicm, 
created  under  section  twenty-three  of  the  Indian  appropriation  act, 
approved  June  thirtieth,  nineteen  hundred  and  thirteen  (Senate 
Document  Numbered  Three  hundred  and  thirty-seven,  Sixty-third 
Confess,  second  session),  that  the  Indians  of  the  Yakima  Reserva- 
tion in  the  State  of  Washington,  have  been  unjustly  deprived  of  the 
portion  of  the  natural  flow  of  the  Yakima  River  to  which  they  are 
equitably  entitled  for  the  purposes  of  irrigation,  having  only  been 
allowed  one  hundred  and  forty-seven  cubic  leet  per  second,  the  Secre- 
tary of  the  Interior  is  hereby  authorized  and  directed  to  furnish  at 
the  northern  boundary  of  said  Yakima  Indian  Reservation,  in  perpe- 
tuity, enough  water,  in  addition  to  the  one  hundred  and  forty-seven 
cubic  feet  per  second  heretofore  allotted  to  said  Indians,  so  that  there 
shall  be,  during  the  low-water  irrigation  season,  at  least  seven  hun- 
dred and  twenty  cubic  feet  per  second  of  water  available  when  needed 
for  irrigation,  this  quantity  being  considered  as  equivalent  to  and  in 
satisfaction  of  the  rights  of  tlie  Indians  in  the  low-water  flow  of 
Yakima  River  and  adequate  for  the  irrigation  of  forty  acres  on  each 
Indian  allotment ;  the  apportionment  of  this  water  to  be  made  under 
the  direction  of  the  Secretary  of  the  Interior,  and  there  is  hereby 
authorized  to  be  appropriated  the  sum  of  $635,000  to  pay  for  said 
water  to  be  covered  into  the  reclamation  fund;  the  amount  to  be 
appropriated  annually  in  installments  upon  estimates  certified  to 
Congress  by  the  Secretary  of  the  Treasury.  One  hundred  thousand 
dollars  is  hereby  appropriated  to  pay  the  first  installment  of  the 
amount  herein  authorized  to  be  expended,  and  the  Secretary  of  the 
Interior  is  hereby  directed  to  prepare  and  submit  to  Congress  the 
most  feasible  and  economical  plan  for  the  distribution  of  said  water 
upon  the  lands  of  said  Yakima  Reservation,  in  connection  with  the 
present  system  and  with  a  view  to  reimbursing  the  Government  for 
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any  sum  it  may  have  expended  or  may  expend  for  a  complete  irriga- 
tion system  for  said  reservation. 

For  operation  and  maintenance  of  the  irrigation  system  on  lands 
allotted  to  Yakima  Indians  in  Washington,  $15,000,  reimbursable  in 
accordance  with  the  provisions  of  the  act  of  March  first,  nineteen 
hundred  and  seven. 


WYOMING. 

«  *  «  *  *  *  * 

For  continuing  the  work  of  constructing  an  irrigation  system  within 
the  diminished  Shoshone  or  Wind  River  Reservation,  in  Wyoming, 
including  the  maintenance  and  operation  of  completed  canals,  $25,000, 
reimbursable  in  accordance  with  the  provisions  of  the  act  of  March 
third,  nineteen  hundred  and  five,  and  to  remain  available  until 
expended. 

Approved,  August  1,  1914.    (Public,  No.  160.) 

DECISIONS  OF  THE  SECBETAET  OF  THE  INTEBIOK. 

Below  is  ^ven,  under  suitable  headings,  a  digest  of  important 
decisions  which  have  been  rendered  by  the  Secretary  of  the  Interior 
during  the  past  year  relative  to  operations  under  the  reclamation  act. 
A  few  decisions  oy  the  comptroller  are  also  included. 

AREAS  FOB.  WHICH  WATEB.  RIGHT  MAY  BE  HELD. 

A  person  who  holds  a  farm  unit  shall  not  be  permitted,  before  full 
payment  has  been  made  on  the  appurtenant  water  right,  to  acquire 
other  lands  with  appurtenant  water  rights  unless  the  water-right 
charges  on  the  latter  have  been  fully  paid.  A  person  may  hold  pri- 
vate lands  with  appurtenant  water  rights  up  to  the  limit  of  single 
ownership  fixed  for  the  project  in  one  or  more  parcels  before  full 
payment  of  the  water-right  charge,  but  may  not  acquire  other  lands 
with  appurtenant  water  rights  unless  the  water-right  charges  thereon 
have  been  paid  in  full.  The  limit  of  area  of  the  farm  units  and  of 
single  private-land  holdings  to  which  water  rights  are  appurtenant, 
and  as  to  which  water-right  charges  have  not  been  paid  in  full,  shall 
in  no  case  exceed  160  acres.  (First  Assistant  Secretarv,  July  22, 
1914.) 

WATEBnRIGHT   APPLICATIONS   BY   CORPORATIONS. 

No  applications  will  be  received  from  corporations  on  reclamation 
projects.  That  Congress  did  not  intend  that  the  reclaimed  lands 
upon  which  the  Government  is  expending  the  money  of  all  the  people 
should  be  the  subject  of  corporate  contract  is  conclusively  established 
by  the  fact  that  the  Secretary  is  authorized  to  fix  the  farm  unit  on  the 
basis  of  the  amount  of  land  that  Avill  support  a  family.  These  lands 
are  to  be  the  homes  of  families.    (Secretary,  July  11, 1913.) 
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BECLAMATION— WATEB-BIGHT    APPLICATION. 

The  provision  in  the  forms  for  water-right  applications  requiring 
payment  by  applicant  of  "betterment"  or  mamtenance  charges  is 
a  proper  requirement  under  the  reclamation  laws,  and  the  fact  that 
at  the  time  the  entry  was  made  there  was  no  specific  mentioned  of 
"betterment"  charges  in  the  water-right  application  forms  then 
in  use  will  not  relieve  the  entry^man  from  payment  of  betterment 
charges  legally  assessed  against  his  land.    (42  L.  D.,  547.) 

WATER-RIGHT   APPLICATION — ^AGREEMENT   NOT   TO   CONVEY   TO    DISQUALI- 
FIED PERSON. 

The  provision  in  the  form  for  water-right  application  by  private- 
land  owner  requiring  him  to  bind  himself  not  to  convey  the  land 
voluntarily  to  any  person  not  qualified  under  the  reclamation  law  to 
purchase  a  water  right,  upon  condition  that  the  application  and  any 
"freehold  interest '  sought  to  be  conveyed  shall  be  subject  to  for- 
feiture, is  a  reasonable  and  proper  requirement,  and  an  application 
from  which  such  provision  has  been  eliminated  will  not  be  accepted. 

(Id.) 

AGREE3IENT  BY  APPLICANT  TO  GRAN»r  CONTROL  OVER  DITCHES,   ETC. 

The  provision  in  the  form  of  water-right  application  by  private- 
land  owner  requiring  applicant  to  agree  that  the  United  States  or 
its  successors  shall  have  luU  control  over  all  ditches,  gates,  or  other 
structures  owned  or  controlled  by  applicant  and  which  are  necessary 
for  the  delivery  of  water  is  in  accordance  with  departmental  regu- 
lations, and  being  a  necessary  incident  to  the  proper  management 
and  operation  of  the  project  by  the  United  States  or  its  successors, 
is  impliedly  authorized  by  the  reclamation  act,  and  a  water-right 
applicant  will  be  required  to  conform  thereto.    (Id.) 

AGREEMENT  BY  APPLICANT  TO  GRANT  RIGHT  OF  WAY  FOR  DITCHES,  ETC. 

The  provision  in  the  form  for  water-right  application  by  private- 
land  owner  requiring  applicant  to  agree  to  grant  and  convey  to  the 
United  States  or  its  successors  all  necessary  rights  of  way  for  ditches, 
canals,  etc.,  for  or  in  connection  with  the  project  is  a  proper  require- 
ment warranted  by  the  spirit  and  intent  of  the  reclamation  act,  and 
an  applicant  for  water  right  will  be  recjuired  to  conform  thereto  as 
a  condition  to  allowance  of  his  application.     (Id.) 

CABEY  ACT  SEGBEGATION— WATEB  BIGHTS. 

The  Land  Department  has  authority  to  require  a  State  to  show- 
that  water  is  available  and  has  been  duly  appropriated  for  the 
reclamation  of  all  public  lands  sought  to  be  segregated  and  acquired 
under  the  Carey  Act,  but  has  no  authority  to  require  relinquishment 
of  water  appropriation  under  State  laws  in  excess  of  the  amount 
necessary  to  irrigate  the  lands  segregated  under  that  act,  all  questions 
concerning  such  appropriation  being  within  the  jurisdiction  of  the 
State.     (42  L.  D.,  505.) 
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RESIDENCE   BEQUIBEMENT— HGICESTEAI)  ASSIGNEE   UNDEB  ACT 

OF  JUNE  23,  1910. 

The  assignee  of  a  homestead  entryman  under  the  act  of  June  23, 
1910,  is  not  required  to  reside  upon  the  entry  or  in  the  neighborhood, 
this  requirement  having  been  fulfilled  by  the  original  entryman. 
No  greater  or  additional  obligations  should  be  imposed  upon  the 
assignee  than  were  imposed  upon  the  original  entryman,  and  the 
assignee  is  not  required  to  repeat  or  duplicate,  with  respect  to  the 
lands  assigned,  the  conditions  already  satisfied  by  the  original  entry- 
man,  and  it  remains  for  the  assignee  only  to  complete  unfulfilled 
conditions.  Congress  imposed  different  conditions  upon  the  owners 
of  private  lands  than  upon  homesteaders,  and  the  residence  required 
of  the  private-land  owner  has  no  particular  bearing  upon  the  con- 
struction of  law  with  respect  to  the  homestead  entryman.  (First 
Assistant  Secretary,  Apr.  2,  1914.) 

BECLAMATION  HOMESTEAD— CULTIVATION. 

The  provisions  of  the  three-year  homestead  act  of  June  6,  1912, 
respecting  cultivation  have  no  application  to  entries  made  under  the 
reclamation  act;  but  the  reclamation  laws  require,  as  a  prerequisite 
to  the  issuance  of  final  certificate  and  patent,  that  the  entryman  shall 
have  reclaimed  for  agricultural  purposes  at  least  one-half  of  the 
total  irrigable  area  of  his  entry  and  paid  all  reclamation  charges  at 
that  time  due.     (42  L.  D.,  534.) 

BECLAMATION— SETTLEMENT  UPON  FABM  UNIT. 

Settlement  upon  any  portion  of  a  farm  unit  entitles  the  settler  to 
claim,  by  virtue  of  sucn  settlement,  only  lands  contained  in  that  farm 
unit. 

ENTRY  LIMITED  TO  FARM  UNIT. 

Lands  platted  to  farm  units  can  only  be  taken  in  accordance  with 
the  established  units,  and  there  can  not  be  included  in  the  same  entry 
lands  within  a  farm  unit  and  other  lands  without.     (42  L.  D.,  554.) 

BIGHT  OF  WAY  OVEB  LANDS  WITHDRAWN  UNDEB  THE 
BECLAMATION  ACT. 

A  withdrawal  under  the  reclamation  act  will  not  bar  the  allowance 
of  an  application  for  right  of  way  under  the  act  of  March  3,  1891, 
over  the  withdrawn  lands,  where  the  allowance  of  the  application 
will  not  interfere  with  the  use  of  the  lands  by  the  United  States  in 
connection  with  the  administration  of  the  reclamation  act,  and 
where  the  water  proposed  to  be  conveyed  over  such  right  of  way  has 
not  been  appropriated  and  is  not  claimed  by  the  United  States.  (42 
L.  D.,  595.) 

WAIVEB   OF   LIQUIDATED    DAMAGES. 

A  contract  provision  providing  that  for  delays  not  due  to  certain 
enumerated  causes  liquidated  damages  at  an  agreed  rate  "way"  be 
deducted  for  each  day's  delay  is  to  be  construed,  time  being  of  the 
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essence  of  the  contract,  as  requiring  that  such  damages  shall  be  de- 
ducted for  all  delays  not  due  to  enumerated  causes. 

Where  a  contract  provision  confers  upon  the  contracting  officer 
authority  to  determine  finally  the  cause  and  extent  of  delays,  and 
elsewhere  "  every  right  and  power "  conferred  upon  said  officer  is 
delegated  to  another  officer,  the  latter  and  not  the  former  is  the  one 
properly  to  determine  all  questions  as  to  delay.  (20  Comp.  Dec., 
670.) 

COURT  COSTS  IN  STATE  COURTS. 

"  In  view  of  the  fact  that  the  Reclamation  Service  must  proceed 
in  many  cases  in  conformity  with  State  laws,  and  it  is  necessary  to 
institute  cases  in  State  courts  or  intervene  in  those  brought  by  others, 
the  expense  of  such  proceedings  in  State  courts  in  the  payment  of 
lawful  costs,  including  expenses  of  necessary  printing  and  costs  of 
appeal  bonds,  should  be  charged  to  the  reclamation  fund.  It  is 
understood,  of  course,  that  such  proceedings  on  behalf  of  the  United 
States  will  be  instituted  by  or  with  the  authority  of  the  Attorney 
General,  and  that  it  is  not  intended  by  this  decision  to  include  com- 
pensation to  attornevs  or  counsel."  (Opinion  C!omptroller  of  Treas- 
ury, June  30,  1914.) 

UTIOATIOH. 
ARIZONA,  SAXT  BIVEB  PROJECT. 

On  June  2,  1913,  the  Arizona  Alfalfa  Milling  Co.  petitioned  the 
Court  of  Claims  of  the  United  States  (No.  32485)  for  reimbursement 
of  loss  sustained  bv  fire,  which  occurred  September  15, 1911,  at  which 
time  their  mill  and  contents  were  completely  destroyed.  The  amount 
of  claim  is  $46,527.36.  The  company  claims  that  the  fire  was  due 
to  defective  wiring  done  by  the  Keclamation  Service.  Evidence  in 
the  case  was  taken  at  Phoenix,  Ariz.,  June  15  to  17,  inclusive,  1914. 

ABIZONA-CALIFOBNIA,  YUMA  PBOJECT. 

The  only  litigation  in  progress  has  been  in  connection  with  the 
construction  of  the  Yuma  Valley  Railroad  leading  from  the  Southern 
Pacific  tracks  at  Yuma  into  the  lower  Yuma  Valley  along  the  Colo- 
rado River  levee.  It  became  necessary  to  secure  right  of  way  through 
town  property  belonging  to  D.  L.  De  Vane  and  Althee  Modesti. 
This  property  lies  on  the  line  of  the  railroad  between  the  Yuma 
Reservation  and  the  Southern  Pacific  Railroad.  Preliminary  nego- 
tiations failed  to  secure  agreement  bv  either  of  these  parties  tor 
immediate  possession,  and  condemnation  proceedings  were  started. 
Hearing  to  condemn  and  gain  possession  was  set  for  April  25,  1914, 
in  tlie  United  States  district  court  for  the  district  of  Arizona,  then 
sitting  at  Phoenix,  Ariz.,  and  order  granting  immediate  possession 
to  tlie  Government  issued  on  the  same  day.  Trial  to  fix  the  value 
of  the  property  was  set  for  the  Tucson.  Ariz.,  term  of  this  court  on 
May  26,  1914.  That  docket  was  already  overcrowded,  and  the  case 
was  held  over  until  the  November,  1914,  term  at  the  same  place. 
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COLOBADO,  GBAND  VALLEY  PBOJECT. 

In  the  matter  of  the  adjudication  of  water  rights,  district  No.  42, 
Colorado,  wherein  is  located  the  Grand  Valley  project,  mentioned  in 
the  twelfth  annual  report,  the  Department  of  Justice  instructed  the 
special  assistant  to  the  Attorney  General  at  Denver,  Colo.,  to  perfect 
appeal  to  the  State  supreme  court  At  the  end  of  the  fiscal  year 
papers  had  been  prepared  to  be  filed  for  perfecting  of  the  appeal  by 
writ  of  error. 

COLOBADO,   UKCOMPAHGBE  VALLEY  PROJECT. 

A  suit  for  the  adjudication  of  water  rights  in  water  district  No.  40, 
State  of  Colorado,  which  has  been  pendmg  before  the  district  court 
of  Delta  County,  Colo.,  for  the  past  four  years  was  finally  closed  on 
June  23,  1914,  when  Judge  Black  entered  a  decree  setting  forth  the 
rights  of  the  various  claimants  who  appeared  in  the  adjudication  to 
the  use  of  water.  In  this  adjudication  a  decree  concurrent  with  that 
given  in  a  similar  proceeding  in  water  district  No.  62  was  given  to 
the  United  States  in  connection  with  the  Uncompahgre  Valley  project 
for  1^00  cubic  feet  per  second  of  time  from  the  Gunnison  River  and 
its  tributaries  of  date  June  1, 1901. 

On  March  17,  1911,  condemnation  proceedings  were  commenced  in 
the  United  States  district  court  for  the  district  of  Colorado  against 
Aylmer  F.  Reeves  to  secure  a  strip  of  land  for  canal  right  of  wav 
across  the  NW.  i  SW.  i  sec.  21,  T.  49  N.,  R.  10  W.,  New  Mexico 
principal  meridian,  for  the  King  lateral  extension  canal.  This  suit 
never  came  to  trial,  as  settlement  was  effected  with  the  defendant  out 
of  court.  The  suit  will  be  dismissed  at  the  next  term  of  court,  as 
the  right  of  way  in  controversy  was  deeded  to  the  United  States 
October  20,  1913,  and  payment  of  the  purchase  price  agreed  upon 
made  by  the  United  States. 

On  April  20,  1912,  condemnation  proceedings  were  commenced  in 
the  United  States  district  court  for  the  district  of  Colorado  against 
Jes^  O'Neill  and  James  O'Neill  to  secure  a  parcel  of  land  for  canal 
right  of  way  in  sec.  23,  T.  49  N.,  R.  10  W.,  New  Mexico  principal 
meridian,  for  the  Spring  Creek  lateral.  On  May  3,  1912,  the  de- 
fendants filed  their  answer  and  asked  for  the  appointment  by  the 
court  of  a  commission  to  determine  the  necessity  for  the  taking  of  the 
right  of  way  in  controversy.  On  June  15, 1912,  a  reply  to  the  answer 
of  the  defendants  was  filed  on  behalf  of  the  United  States.  On  June 
26,  1912,  a  hearing  was  had  at  Denver,  Colo.,  at  which  the  questions 
of  the  right  of  the  defendants  to  have  a  commission  appointed  for 
the  purpose  of  determining  the  necessity  for  the  taking  of  the  right 
of  way  involved  and  the  right  of  the  United  States  to  take  immediate 
possession  were  argued.  The  court  took  the  matter  under  advise- 
ment, and  on  August  19,  1912,  found  for  the  United  States,  since 
which  time  no  further  action  has  been  taken  in  said  suit,  as  settlement 
was  effected  with  the  defendants  out  of  court.  The  suit  will  be  dis- 
missed at  the  next  term  of  court,  as  deed  to  the  property  in  contro- 
versy has  passed  to  the  United  States  and  payment  of  the  purchase 
price  agreed  upon  has  been  made.  (U.  S.  v.  O'Neill,  198  Fed.  Kep., 
677.) 
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On  April  25, 1912,  an  injunction  suit  was  commenced  in  the  United 
States  district  court  for  the  district  of  Colorado  by  the  United  States 
against  John  A.  Masters,  Martin  Van  Horn,  and  other  defendants 
to  restrain  them  from  interfering  with  the  construction  of  the  West 
Canal  across  the  lands  of  defendants  on  the  route  selected  for  said 
canal  under  the  provisions  of  the  act  of  August  30,  1890.  On  the 
same  date  the  court  granted  a  temporary  restraining  order.  A  hear- 
ing was  had  on  May  17,  1912,  and  on  June  12,  1912,  opinion  was 
rendered  sustaining  the  validity  of  the  reservation  and  ordering  that 
a  temporary  injunction  be  issued  until  final  hearing.  On  September 
12,  1912,  another  hearing  was  had  in  which  the  defendants  sought  to 
have  the  temporary  injunction  set  aside,  but  Judge  Lewis  refused  to 
change  or  modify  his  former  decision.  The  right  of  appeal  is  still 
open  to  the  defendants.  (U.  S.  v.  Van  Horn  et  al.,  197  Fed.  Rep., 
611.) 

On  September  11,  1905,  an  action  entitled  "  The  United  States  of 
America,  to  the  use  of  the  Montrose  Hardware  Co.  et  al.,  plaintiffs, 
V.  C.  D.  McPhee  et  al.,  defendants,"  was  commenced  in  the  State  dis- 
trict court.  This  suit  was  instituted  by  the  creditors  who  furnished 
material  and  labor  to  the  Taylor-Moore  Construction  Co.,  against  the 
sureties  on  the  bond  of  said  company  in  connection  with  its  contract 
for  the  construction  of  the  Gunnison  Tunnel.  On  March  24,  1908, 
judgment  was  entered  dismissing  said  suit,  from  which  plaintiffs 
appealed  to  the  State  supreme  court.  On  December  12, 1911,  follow- 
ing judgment,  an  order  was  issued  reversing  the  judgment  of  the 
district  court  and  remanding  the  cause  to  the  district  court  for  a  new 
trial.  On  March  23, 1912^a  petition  of  intervention  was  filed  on  behalf 
of  the  United  States.  On  April  9, 1912,  a  demurrer  of  plaintiff  to  the 
petition  of  intervention  by  the  United  States  was  filed.  A  demurrer 
by  defendant,  J.  B.  Orman,  to  said  petition  of  intervention  of  the 
United  States  was  filed  on  April  27,  1912.  Other  pleadings  in  the 
way  of  amended  answers  and  demurrers  have  been  filed  since  January 
1,  1912.  On  April  8,  1913,  arguments  were  had  on  the  demurrers  to 
the  bill  of  intervention  filed  by  the  United  States.  The  demurrers 
were  sustained,  and  the  United  States  was  given  30  days  to  amend 
its  bill  of  intervention.  Amended  bill  was  filed  by  the  United  States 
on  May  10,  1913.  Trial  of  the  cause  was  had  before  Judge  Black  at 
Montrose,  Colo.,  from  April  1  to  6, 1914,  inclusive,  who,  after  hearing 
the  evidence  presented  and  arguments  of  counsel,  took  the  matter 
under  advisement.  On  July  6, 1914,  he  rendered  his  opinion  holding 
that  the  United  States  was  not  entitled  to  recover  against  the  sure- 
ties, but  that  the  sureties,  with  the  exception  of  J.  B.  Orman,  who  was 
relieved  from  any  and  all  liability,  were  liable  to  the  plaintiffs  and 
intervenors  who  furnished  labor  and  material  to  the  contractor. 
Exceptions  to  the  decree  were  made  on  behalf  of  the  United  States 
as  well  as  on  behalf  of  the  defendants.  Motions  for  a  new  trial  were 
filed  by  the  defendants  and  by  the  United  States  on  July  7,  1914. 
These  motions  were  overruled.  On  request  the  United  States  and 
defendants  were  allowed  CO  days  within  which  to  file  a  bill  of  excep- 
tions to  the  decree. 

On  November  20, 1912,  condemnation  proceedings  were  commenced 
in  the  United  States  district  court  for  the  district  of  C^olorado, 
against  Emily  Carrie  Bever  et  al.  to  secure  parcel  of  land  for  canal 
right  of  way  in  sec.  11,  T.  48  N.,  R.  10  W.,  New  Mexico  principal 
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meridian,  for  the  West  Canal  extension.  On  December  16,  1912,  an 
order  for  immediate  possession  was  given  to  the  United  States. 
Since  said  date  the  suit  has  been  settled  out  of  court  Deed  to  the 
land  in  controversy  has  passed  to  the  United  States  and  payment 
made  to  the  defendants  of  the  price  agreed  upon  in  settlement.  The 
suit  will  probably  be  dismissed  at  the  next  term  of  court. 

On  June  19,  1913,  a  suit  for  the  condemnation  of  a  parcel  of  land 
in  sec.  2,  T.  50  N.,  R.  10  W.,  New  Mexico  principal  meridian,  was 
filed  in  the  United  States  District  Court  for  the  District  of  Colorado 
against  A.  E.  Buddecke  and  W.  H.  Crecelius.  This  suit  will  be  dis- 
missed at  the  next  term  of  court,  as  deed  to  the  right  of  way  in  con- 
troversy has  passed  to  the  United  States  and  payment  has  been  made 
to  the  defendants  of  the  price  agreed  upon  in  settlement. 

On  January  13,  1914,  a  suit  for  the  condemnation  of  two  par- 
cels of  land  in  connection  with  the  headgates  of  the  East  Canal 
was  filed  in  the  United  States  District  Court  for  the  District  of  Col- 
orado against  Linus  E.  Curtis  et  al.  On  February  14, 1914,  an  order 
giving  the  United  States  immediate  possession  of  the  land  involved 
was  entered.  ,  It  is  probable  that  the  case  will  be  tried  at  Montrose, 
Colo.,  at  the  fall  term  of  court. 

IDAHO,  BOISE  PBOJECT. 

Vrdted  States  v.  Marsters  and  Lakin. — On  July  11,  1913,  Marsters 
and  Lakin,  acting  as  water  commissioner  and  water  master,  respec- 
tively, for  the  State  of  Idaho  for  the  &oise  Valley  district,  cut  the 
locks  on  the  head  gates  of  the  Government  canal  at  the  diversion  dam, 
Boise  project,  and  shut  down  the  gates,  turning  the  water  out  of  the 
canal.  At  this  time  there  was  suflfcient  water  in  Boise  River  to  sup- 
ply the  Government  canal  and  the  old  canals  of  the  valley  if  distrib- 
uted on  the  basis  of  0.6  of  a  miner's  inch  per  acre,  but  not  enough 
if  distributed  on  the  basis  of  1  miner's  inch  per  acre.  The  duty  of 
water  from  the  Boise  River  at  the  time  of  this  action  had  never  been 
finally  determined,  but  was  at  issue  in  the  case  pending  in  the  State 
courts,  the  Government  claiming  that  0.6  of  a  miner's  inch  was  suffi- 
cient and  the  old  users  claiming  a  miner's  inch  was  necessary.  Au- 
thority to  file  suit  against  Marsters  and  Lakin  for  injunction  and 
damages  was  immediately  asked,  and  complaint  against  Marsters 
and  Lakin  was  filed  on  July  13,  1913.  The  Government  claimed  a 
right  to  damages  and  an  injunction  on  two  grounds:  First.  That 
the  Government  diversion  dam  and  head  gates  are  the  property  of  the 
United  States,  located  on  the  reserved  public  lands  of  the  United 
States,  and  that  the  water  commissioner  and  water  master  had  no 
right  to  interfere  with  Government  property  under  any  conditions. 
Second.  That  without  a  decree  of  tne  court  determining  the  duty 
of  water  the  water  commissioner  and  water  master  had  no  right  to 
regulate  the  head  gates  of  any  canals,  either  private  or  Government. 

The  attornej  general  of  the  State  and  attorneys  for  several  private 
canal  companies,  appearing  for  the  defendants,  Marsters  and  Lakin, 
filed  demurrer  and  motion  to  dismiss  on  the  ground  that  the  State 
of  Idaho  has  the  right  to  control  the  waters  within  the  State,  that 
Marsters  and  Lakin  were  duly  appointed  officers  of  the  State,  and 
that  they  had  a  -right  to  regulate  the  Government  canal  under  the 
conditions  stated  in  this  case. 
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On  the  argument  of  this  motion  and  demurrer  the  legal  questions 
involved  were  thrashed  out,  and  the  motion  to  dismiss  and  demurrer 
were  overruled  by  the  court,  the  court  holding  with  the  Government 
on  its  second  ground  of  complaint,  namely,  that  without  a  decree  of 
court  determining  the  duty  of  water,  the  water  commissioner  and 
water  master  had  no  right  to  regulate  any  head  gates,  either  Govern- 
ment or  private. 

The  case  is  still  pending  for  trial  on  the  merits,  the  legal  questions 
having  been  disposed  of.  The  trial  on  the  merits  resolves  itself 
chiefly  into  a  matter  of  what  damages  can  be  proved  and  recovereil 
from  the  defendants. 

Farmers'  Cooperative  Ditch  Co.  v.  Riverside  et  al. — In  this  case, 
which  was  filed  about  12  years  ago,  to  adjudicate  the  waters  of  Boise 
River  among  the  various  old  canals,  and  which  are  still  pending  on 
the  issue  of  the  duty  of  water,  an  appearance  has  been  filed  by  the 
United  States  attorney  and  district  counsel  as  amicus  curiae  for  the 
purpose  of  securing  a  chance  to  introduce  evidence.  The  district 
counsel  also  appeared  as  one  of  the  attorneys  for  several  of  the  canal 
companies,  who,  like  the  Government,  are  interested  in  securing  a 
high  duty  of  water.  In  this  case  application  was  made  on  July  18, 
1913,  for  a  temporary  order  of  court  for  the  remainder  of  that  season, 
distributing  the  water  on  the  basis  of  0.6  of  a  miner's  inch  per  a<;re. 
On  July  18, 1913,  the  court  entered  the  temporary  order  distributing 
the  water  on  the  basis  of  0.6  of  a  miner's  inch  as  prayed  for  by  the 
Government  attorneys. 

On  January  5, 1914,  this  case  came  up  for  final  trial  on  the  merits 
in  the  district  court  at  Caldwell,  and  evidence  was  introduced  and 
witnesses  examined  and  cross-examined  in  this  case  continuously 
for  the  following  two  weeks,  after  which  court  adjourned  to  take  up 
a  term  of  court  at  AVeiser  and  postponed  the  taking  of  the  rest  of 
the  evidence  until  a  date  to  be  hereafter  fixed  by  the  court. 

Pioneer  Irrigation  District  v,  American  Ditch  Co.  et  al. — On  July 
14,  1913,  the  Pioneer  Irrigation  District  filed  suit  in  the  State  court 
at  Caldwell  for  the  adjudication  of  the  water  rights  from  Boise  River 
acquired  after  those  mvolved  in  the  case  of  Farmers'  Cooperative 
Ditch  Co.  V.  Riverside  et  al.,  making  all  the  private  canal  companies 
parties  defendant  and  also  the  Payette- Boise  Water  Users'  Associa- 
tion, at  the  request  of  the  association.  The  district  counsel  appeared 
as  attorney  for  the  association  and  filed  answer. 

United  States  v.  American  Ditch  Co.  et  al. — On  October  3,  1913, 
the  United  States  filed  in  the  Federal  court  for  the  Idaho  district  the 
above  entitled  suit  to  adjudicate  its  rights  from  Boise  River  as 
against  other  appropriators.  About  150  private  appropriators  and 
canal  companies  were  served  and  most  of  them  have  appeared  and 
filed  answer  and  cross  complaints. 

United  States  v.  Highland  Valley  Power  Co. — ^Mr.  Peter  J.  Smith 
was  appointed  receiver  for  the  defendant  company  and  immediately 
made  application  to  the  United  States  for  the  settlement  of  this  case, 
which  had  heretofore  been  offered  to  the  Highland  Valley  Power  Co. 
His  application  for  settlement  was  refused  at  this  time  on  account 
of  his  mability  to  furnish  clear  title  to  the  rights  of  way  required 
by  the  Government  over  the  mining  claims  of  tlie  defendant  com- 
pany. 
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Vmted  States  v,  Oregon  Short  Line  Railroad  Co. — In  January, 
1914,  the  above  case  was  dismissed.  This  is  a  case  in  which  the 
Ignited  States  filed  complaint  against  the  defendant,  the  Oregon 
Short  Line  Railroad  Co.,  for  condemnation  of  right  to  construct 
three  siphons  under  the  tracks  of  the  company  on  the  Boise  and 
Minidoka  projects.  This  suit  was  filed  as  a  result  of  the  inability 
to  agree  upon  the  terms  of  a  contract  for  this  purpose.  After  the 
filing  of  this  suit  an  agreement  granting  rights  of  way  for  these 
crossings  in  the  form  satisfactory  to  the  department,  was  signed  by 
the  railroad  company  and  the  suits  later  dismissed. 

United  States  v.  Quirk. — On  January  22,  1914:,  the  United  States 
filed  suit  against  Bridget  Quirk  and  Patrick  Quirk,  her  husband,  for 
the  purpose  of  condemning  a  tract  of  land  in  the  Arrowrock  Reser- 
voir site,  needed  for  reservoir  purposes.     The  suit  is  still  pending. 

Page  (&  Brinton  v.  United  States. — In  September,  1913,  the  taking 
of  testimony  in  the  case  of  Page  &  Brinton  v.  United  States  began  at 
Boise  and  continued  for  about  two  weeks,  during  which  time  the 
witnesses  for  the  claimants  were  examined  and  cross-examined.  The 
taking  of  testimony  was  then  adjourned  until  the  summer  of  1914, 
when  it  is  expected  that  the  witnesses  for  the  Government  will-  be 
examined.  This  is  the  case  in  the  Court  of  Claims  in  which  the 
plaintiffs,  who  were  contractors  on  the  Boise  project^  have  filed  suit 
for  $325,000,  growing  out  of  dispute  as  to  the  classification  of  ma- 
terial removed  by  the  contractors  from  the  main  canal,  Boise  project. 

State  Bank  of  Chicago  v.  Idaho-Oregon  Light  ct  Power  Co.^  et  al.. 
United  States^  intervener. — The  above-entitled  case  was  filed  by  the 
bondholders  to  foreclose  their  mortgages  on  all  the  properties  of  the 
defendant  company,  the  Idaho-Oregon  Light  &  Power  Co.,  which 
had  defaulted  in  the  payment  of  its  interest.  At  this  time  the  de- 
fendant company  was  indebted  to  the  United  States  about  $15,000 
for  surplus  power  secured  from  the  Government  power  plant,  Boise 
diversion  dam.' 

On  December  6,  1913,  the  United  States  filed  its  complaint  on  in- 
tervention in  this  case,  claiming  judgment  against  the  defendant 
company  for  the  amount  of  this  indebtedness,  with  interest,  and 
claiming  a  preference  pver  the  general  creditors  and  bondholders  on 
the  ground  that  the  statute  gives  the  United  States  preference  over 
the  other  creditors  of  insolvent  debtors,  and  also  on  the  ground  that 
the  power  furnished  was  operating  supplies  furnished  to  a  public- 
service  corporation  immediately  preceding  its  failure  and  therefore 
entitled  to  preference  under  the  ^neral  law  applicable  to  such  cases. 
The  case  is  still  pending. 

New  York  Canal  Co.  v.  United  States. — ^The  New  York  Canal  Co. 
filed  a  suit  in  the  Federal  court  for  the  Idaho  district  against 
the  United  States  under  the  Tucker  Act,  asking  judgment  for  dam- 
ages and  the  construction  of  contract  between  the  company  and  the 
United  States,  under  which  the  company's  canal  was  taken  over  and 
enlarged  as  the  main  canal  of  the  Boise  project,  the  company  claiming 
to  be  entitled  to  receive  277  second-feet  of  water  under  this  contract ; 
that  the  United  States  had  delivered  only  219  second-feet,  and  asking 
damages  for  failure  to  deliver  the  difference.  The  Government 
claimed  that  under  the  proper  interpretation  of  the  contract  it  was 
not  required  to  deliver  more  than  the  219  second-feet,  which  it  did  de- 
liver.    The  case  was  tried  before  the  court,  and  on  December  31, 
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1913,  the  court  rendered  its  judgment  in  favor  of  the  United  States 
and  filed  its  opinion  dismissing  the  case. 

State  of  Idaho  v.  Charles  H.Paul  and  James  Munn. — On  February 
17,  1914,  the  sheriff  of  Boise  County,  upon  the  complaint  of  certain 
boarding-house  keepers  at  Arrowrock,  arrested  Charles  H.  Paul,  the 
construction  engineer,  and  James  Munn,  the  superintendent  of  con- 
struction, charging  them  with  violating  the  State  boarding-house  act 
by  discriminating  in  the  employment  and  discharge  of  men  in  favor 
of  those  boarding  at  the  Government  mess.  Authority  was  secured 
authorizing  the  United  States  attorney  to  appear  for  the  defendants. 
The  matter  was  taken  up  with  the  sheriff  and  county  attomej  by 
phone  and  arrangements  made  that  the  defendants  could  remain  in 
the  camp  and  appearance  be  made  by  their  attorney.  A  conference 
was  arranged  with  the  county  attorney  and  his  attention  called  to 
various  cases  holding  that  the  State  was  without  jurisdiction  to 
enforce  such  State  statute  against  a  Government  officer  on  Govern- 
ment work,  and  particularly  to  the  case  of  State  of  Ohio  v.  J.  B. 
Thomas  (173  U.  S.,  277).  The  county  attorney  agreed  to  dismiss 
the  case  against  Paul  and  Munn. 

In  the  meantime  the  sheriff,  who  was  at  Arrowrock,  had  been  in- 
vestigating the  boarding  house  run  by  complaining  witnesses.  Win- 
ters and  Robertson,  and  found  that  it  was  being  run  in  violation  of 
law  and  was  not  a  reputable  establishment.  As  a  result,  the  suit 
against  Paul  and  Munn  was  dismissed  and  a  prosecution  was  filed 
against  the  complaining  witnesses  by  the  county  attorney. 

George  R,  Glover  v.  Frank  L.  Brown^  United  States  of  America^ 
et  al, — This  case  was  filed  in  February,  1914,  by  the  plaintiff  against 
the  defendants,  Frank  L.  Brown,  United  States  of  America,  and 
others,  for  the  purpose  of  quieting  title  to  a  certain  tract  of  land  in 
the  Boise  project. 

The  interest  of  the  United  States  in  this  tract  consists  of  a  right 
of  way  for  a  lateral  of  the  Boise  project,  which  w^as  acquired  by 
donation  from  Frank  L.  Brown,  the  claimant  in  possession. 

It  is  believed  that  there  is  no  authority  for  maintaining  a  suit  of 
this  kind  against  the  Government,  and  motion  to  dismiss  as  to  the 
United  States  has  been  filed. 

State  Bank  of  Chicago  v.  Idaho-Oregon  Light  &  Power  Co. — ^This 
case  came  up  for  hearing  on  June  26,  1914,  upon  the  motion  of  the 
plaintiff,  the  trustee  company,  State  Bank  of  Chicago,  to  dismiss 
bill  of  complaint  on  intervention  of  the  United  States  in  this  case. 

Permission  was  asked  of  the  court  by  the  United  States  to  file  an 
amended  bill  of  intervention  setting  out  more  in  detail  the  various 
grounds  on  which  it  is  claimed  that. the  indebtedness  to  the  United 
States  is  a  preferred  claim,  and  also  setting  out  such  later  events  as 
have  occurred  since  the  previous  bill  was  filed.  Permission  was 
granted  and  amended  bill  filed  June  26. 

Plaintiff's  motion  to  dismiss  was  then  argued  as  to  the  amended 
bill  on  intervention  and  was  overruled  by  the  court,  and  on  June  28 
the  plaintiff  filed  an  answer  to  the  amenaed  bill. 

Farmers^  Cooperative  Ditch  Co.  v.  Riverside  Irrigation  District 
et  al.  {Boise  River  priority  suit). — On  June  18,  1914,  application 
was  made  to  Judge  Bryan,  of  the  district  court  for  Canyon  County, 
for  a  temporary  order  distributing  the  waters  of  Boise  River  during 
the  remainder  of  the  irrigation  season  of  1914. 
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A  temporary  order  for  the  season  of  1914  was  secured  distributing 
the  water  on  the  basis  of  1  miner's  inch  per  acre  from  June  18  to 
July  15;  0.75  of  a  miner's  inch  per  acre  from  July  15  to  July  25; 
0.6  of  a  miner's  inch  per  acre  from  July  25  to  the  end  of  the  irri- 
gation season  of  1914. 

IDAHO,  MIKIDOXA  PBOJBCT. 

Brinck^  receiver^  v.  United  States. — ^During  July,  1918,  the  evi- 
dence of  the  complainant's  witnesses  was  taken  at  Boise  and  Bupert, 
Idaho,  in  the  case  of  Brinck,  receiver,  i;.  United  States.  The  taking 
of  testimony  was  then  adjourned  in  this  case  until  the  summer  of 
1914,  when  it  is  expected  that  the  Oovemment's  evidence  will  be 
put  in.  This  is  a  case  brought  bv  the  receiver  of  Monarch  &.  Porter, 
the  contractors  who  constructed  a  portion  of  the  main  canal  or 
the  Minidoka  project.  This  case  is  a  suit  for  $122,148,  brought  in 
the  Court  of  Claims,  and  grows  out  of  the  dispute  as  to  the  classifi- 
cation of  the  material  excavated  by  the  contractors  on  the  main 
canal  of  the  Minidoka  project. 

United  States  v.  Lincoln  Coimty  et  al. — ^In  this  case  the  Federal 
court  for  the  Idaho  district  on  July  11,  1913,  rendered  final  judg- 
ment and  issued  a  permanent  injunction  as  prayed  for  by  the  (Gov- 
ernment, restraining  the  county  and  county  officials  from  taxing 
homestead  lands  on  the  Minidoka  project  for  which  patent  has  not 
been  issued. 

Minidoka  dk  Southwestern  Railroad  Co.  v.  United  States. — ^There 
has  been  no  chan^  in  the  status  of  this  case  since  the  last  annual 
report.  The  case  is  still  pending  before  the  Supreme  Court  of  the 
United  States,  but  has  not  yet  l^n  reached  by  the  court.  A  brief 
has  been  prepared  by  the  Grovemment,  but  the  company  has  not 
yet  served  its  brief. 

United  States  v.  Salt  Lake  <&  Idaho  Railroad  Co. — ^There  has 
been  no  change  in  the  status  of  this  case  during  the  past  year.  The 
temporary  injunction  issued  by  the  court  restraining  the  company 
from  proceeding  to  construct  a  railroad  on  the  proposed  right  of 
way  without  the  consent  of  the  Secretary  of  the  Interior  is  still  in 
effect,  but  the  final  trial  of  the  case  is  being  postponed  to  await  the 
decision  of  the  Supreme  Court  of  the  United  States  in  the  case  of 
Minidoka  &  Southwestern  Bailroad  Co.  v.  United  States,  in  which 
case  the  same  issues  are  involved. 

KANSAS,  QABDEN  CITY  PBOJECT. 

Testimony  was  taken  on  behalf  of  claimant  and  the  Government 
during  the  fiscal  year  in  the  case  of  the  Camden  Iron  Works  v.  The 
United  States  in  the  Court  of  Claims. 

In  March,  1913,  apetition  was  filed  hj  Georse  H.  Beeve  against 
the  Finney  County  Water  Users'  Association  and  about  100  members 
thereof  asking  that  title  be  quieted  in  him  as  to  certain  lands  and 
that  the  stock  subscription  to  the  association  be  held  canceled.  An- 
swer was  filed  bv  the  association  and  other  defendants  admitting  the 
allegations  of  the  complaint  and  asking  that  the  Secretary  ot  the 
Interior  be  made  a  party  and  that  the  contract  between  the  associa- 
64162*— 16 ^23 
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tion  and  the  Secretary  be  canceled  and  held  f  <»*  naught.  Upon  order 
of  the  State  court  the  Secretary  was  made  a  party  and  service  at- 
tempted by  publication.  Return  day  was  fixed  at  May  7,  1913,  and 
the  case  came  on  to  be  heard  before  ihst  court  on  May  11,  1913,  at 
which  time  special  appearance  was  made  for  the  Secretary  of  the 
Interior  and  suggestions  filed  by  the  Government  officials  raising  the 
question  of  juri^iction.  The  court  thereupcm  entered  orders  over- 
ruling the  special  appearance,  canceling  the  contract  between  the  asso- 
ciation and  the  Secretary,  and  quieting  title  in  the  various  land- 
owners by  canceling  their  stock  subscriptions.  No  further  action  had 
been  takep  by  the  United  States  at  the  end  of  the  fiscal  year. 

MONTANA,  BLACEFEET  PROJECT. 

In  the  case  of  George  W.  Cook  and  David  D.  La  Breche  v.  The 
United  States^  reported  on  page  31  of  the  twelfth  annual  report,  in 
which  the  United  States  District  Court  for  the  District  of  Montana 
rendered  its  decision  confirming  the  selections  of  the  plaintiffs  to 
lands  within  the  Lower  Two  Medicine  Lake  Reservoir  site,  stating 
that  the  value  of  their  property  destroyed  exceeded  the  sum  of  $5,000, 
an  agreement  was  entered  into  on  December  29,  1913,  at  the  instance 
of  the  Secretary  of  the  Interior,  between  the  United  States  and  Cook 
and  La  Breche  by  which  it  was  agreed  that  the  value  of  the  property 
decreed  by  the  court  to  the  plaintiffs  should  be  submitted  to  a  board 
of  arbitrators  for  determination. 

MONTANA,  FLATHEAD  PROJECT. 

In  August,  1913,  the  United  States  brought  suit  against  F.  W. 
Keeler  et  al.  in  the  United  States  District  Court  for  the  District  of 
Montana  to  recover  possession  of  a  tract  of  land  required  for  con- 
struction purposes.  The  defendants  had  constructed  a  fence  around 
the  property  and  inclosed  a  public  highway.  Trial  of  the  case  was 
set  for  the  October,  1913,  term  of  court  at  Missoula,  Mont.,  but  in 
order  that  efforts  could  be  made  to  adjust  the  case  out  of  court  the 
parties  to  the  actioA  stipulated  for  additional  time  for  filing  answer. 
If  an  adjustment  can  not  be  reached  in  the  meantime  it  is  probable 
the  case  will  be  tried  at  the  October,  1914,  term  of  court  at  Missoula. 

On  January  12,  1914,  the  United  States  instituted  proceedings  in 
the  United  States  District  Court  for  the  District  of  Montana  against 
the  Missoula  Orchards  Co.  to  enjoin  the  defendant  from  diverting  or 
interfering  with  the  flow  of  Finley  and  Evaro  Creeks,  on  the  Flat- 
head Indian  Reservation.  Answer  was  filed  on  March  6,  1914,  and 
on  April  13,  1914,  the  parties  to  the  action  stipulated  for  decree  en- 
titling the  United  States  to  all  the  waters  of  Finley  and  Evaro 
Creel^  and  their  branches  and  enjoining  and  restraining  the  de- 
fendant from  diverting  or  otherwise  interfering  with  the  waters  of 
the  two  streams.  Decree  of  court  was  entered,  as  stipulated,  on 
April  15,  1914. 

On  March  16,  1914,  John  Rohrig  filed  suit  in  the  State  court  for 
Sanders  County,  Mont.,  against  Jesse  Lee  et  al.  to  enjoin  the  de- 
fendants from  diverting  the  waters  of  Clearwater  Creek,  a  stream 
on  the  Flathead  Indian  Reservation,  Bohrig  claiming  that  he  had  a 
superior  right  to  the  use  of  such  waters  by  reason  of  having  filed 
notice  of  appropriation  and  constructed  works  in  compliance  with 
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the  laws  of  Montana.  The  United  States  had  made  appropriation 
on  Clearwater  Creek  and  granted  Jesse  Lee  a  temporary  permit  to 
divert  the  waters  from  the  creek.  Lee  appealed  to  the  United  States 
for  protection  imder  his  temporary  permit.  In  order  to  protect  the 
interests  of  Lee  in  so  far  as  the  United  States  was  obligated  mider 
the  temporary  permit  and  the  interests  of  the  United  States  in  the 
use  of  the  waters  of  Clearwater  Creek  which  might  be  interfered 
with  or  threatened  by  the  action  brought  by  Rohrig  against  Lee,  the 
United  States  took  steps  with  the  view  of  filing,  if  necessary,  an 
application  for  injunction  against  the  State  court  restraining  it  from 
decreasing  any  waters  on  Flathead  Indian  Reservation  to  lands  in 
private  ownership.  It  is  now  probable  that  the  suit  of  Rohrig  v. 
Lee  et  al.  will  be  adjusted  by  granting  Rohrig  a  temporary  permit 
similar  to  that  issued  to  Jesse  Lee,  provided  the  parties  can  reach  a 
mutual  agreement  regarding  the  use  of  the  waters  of  the  stream, 
which  are  insufficient  for  use  by  both  unless  by  means  of  rotation. 

MONTANA,  MILK  BIVEB,  ST.  MABT  STORAGE  UNIT. 

The  defendants'  appeal  to  the  Supreme  Court  of  the  United  States 
in  the  suit  brought  by  the  United  States  against  Caroline  Henkel, 
Henry  Henkel,  her  husband,  and  their  several  children,  to  recover 
possession  to  a  tract  of  land  south  of  Swiftcurrent  Creek  and  ad- 
jacent to  the  north  end  of  Lower  St.  Mary  Lake,  is  still  pending  in 
the  Supreme  Court. 

In  the  latter  part  of  1913  George  Henkel,  William  Henkel,  and 
Lizzie  Henkel,  members  of  the  Piegan  Tribe  of  Indians  and  wards  of 
the  Government,  brought  an  action  against  the  United  States  in  the 
United  States  District  Court  for  Montana,  in  which  they  claimed 
certain  allotments  of  land  at  the  foot  of  Lower  St.  Mary  Lake.  An 
amended  complaint  was  filed  in  April,  1914.  The  United  States  filed 
answer  in  June,  1914,  and  the  case  was  continued  over  the  June  term 
of  court  at  Helena,  Mont. 

MONTANA-NOBTH  DAKOTA,   LOWEB  YELLOWSTONE  PBOJECT. 

On  September  24, 1913,  complaint  was  filed  on  behalf  of  the  United 
States  in  a  suit  brought  in  the  United  States  District  Court  for  Mon- 
tana to  acquire  by  condemnation  from  M.  A.  Hardy,  Loren  A.  Hardy, 
the  Bank  of  the  Valley,  and  Annette  Amdt,  a  tract  of  5.63  acres  of 
land  for  lateral  D  extension  in  sec.  3,  T.  22  N.,  R.  59  E.,  Montana 
principal  meridian.  Summons  was  issued  on  September  30,  1913, 
and  served  upon  each  of  the  defendants,  with  the  exception  of  M.  A. 
Hardy,  who  could  not  be  found  more  than  10  days  before  October  15, 
1913,  the  date  set  for  hearing.  The  defendants  served  failed  to  ap- 
pear at  the  time  and  place  designated,  and  the  date  of  hearing  was 
continued  by  order  or  court  from  time  to  time  until  March  7,  1914. 
An  alias  summons  was  issued  on  February  17, 1914,  and  served  upon 
M.  A.  Hardy,  notifying  the  defendant  to  appear  before  the  court  on 
March  7,  1914.  The  defendant  failed  to  appear  or  answer  the  com- 
plaint either  in  person  or  by  counsel.  The  court  found  that  the  pur- 
pose for  which  the  land  was  sought  to  be  appropriated  was  a  public 
use,  and  that  the  land  was  necessary  for  such  public  use,  and  ap- 
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pointed  commissioners  to  meet  on  March  31,  1914,  and  appraise  the 
property.  Order  of  court  letting  United  States  into  possession  was 
dated  April  28, 1914. 

In  1913  suit  was  started  by  the  United  States  in  the  United  States 
District  Court  for  the  District  of  Montana  to  compel  specific  per- 
formance on  the  part  of  Sylvia  H.  Lovering,  administratrix,  in  mak- 
ing conveyance  of  lands  required  by  the  United  States  tor  canal 
rights  of  way  and  covered  by  agreements  to  sell  executed  by  herself 
and  husband,  Frank  H.  Lovering,  during  his  lifetime.  Upon  serWoe 
of  subpoena  the  defendant  agreed  to  abide  by  the  terms  of  the  con- 
tracts previously  entered  into,  and  noiurther  action  was  taken  toward 
the  prosecution  of  the  suit.  Sylvia  H.  Lovering,  through  her  attor- 
ney, signed  a  petition  to  the  State  court  for  an  order  authorizing  and 
directing  her,  as  administratrix,  to  convey  the  lands.  Court  order 
was  issued  on  May  15,  1913,  directing  her  to  convey,  and  deed  was 
duly  executed  by  ner.  Upon  examination  of  the  title  papers  it  was 
discovered  that  the  proceedings  brought  in  the  State  court  by  Sylvia 
H.  Lovering  were  insufficient,  as  notice  of  publication  had  not  been 
posted  as  required  by  the  State  statute.  Mrs.  Lovering  has  refused 
to  take  action  toward  posting  notice  of  publication  and  securing  a 
new  order  from  the  court,  fte  United  States  is  taking  steps  with 
the  view  of  presenting  a  petition  to  the  State  court  and  securing 
order  directing  the  administratrix  to  make  the  conveyance. 

In  the  case  m  the  Court  of  Claims  of  The  Pacific  Coast  Construc- 
tion Co.  V.  The  United  States,  reported  on  page  32  of  the  twelfth 
annual  report,  the  testimony  of  Frank  E.  Weymouth,  Charles  H. 
Paul,  and  E.  C.  Bebb,  on  behalf  of  the  defendants,  was  taken  at 
Boise,  Idaho,  in  August,  1913.  Testimony  of  both  plaintiff's  and 
defendant's  witnesses  will  be  taken  at  Portland,  Oreg.,  in  August, 
1914. 

NEBBASXA-W70HIN6,   NOBTH  PLATTE  PBOJECT. 

The  two  cases  of  the  North  Platte  Canal  &  Colonization  Co.  v.  The 
United  States,  which  have  been  mentioned  in  the  eleventh  and 
twelfth  annual  reports,  were  decided  by  the  Court  of  Claims  on  May 
18,  1914,  upon  demurrer  to  evidence  of  plaintiff.  The  defendants 
demurrer  was  overruled  and  in  each  of  the  cases  judgment  was  given 
for  the  claimant  in  the  sum  of  6  cents. 

In  the  case  of  S.  R.  H.  Robinson  &  Son  Contracting  Co.  v.  The 
United  States  (No.  32688  in  the  Court  of  Claims),  the  petition  of  the 
claimants,  dated  November  7,  1913,  is  based  on  an  alleged  claim  for 
damages  arising  in  connection  with  a  certain  contract,  dated  Feb- 
ruary 15,  1907,  for  the  construction  of  a  diversion  dam  and  head- 
works  on  the  North  Platte  project.  The  amount  of  the  claim  is 
$100,531.86.    No  testimony  or  action  has  been  taken. 

No  action  was  taken  by  the  United  States  in  the  several  cases 
pending  in  the  State  and  Federal  courts  involving  matters  in  con- 
nection with  water  rights  on  interstate  streams,  mentioned  in  the 
twelfth  annual  report,  although  they  have  been  closely  followed  by 
the  service. 

Studies  were  made  during  the  year  looking  toward  a  determination 
or  adjudication  of  water  rights  on  the  North  Platte  River, 
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NEVADA,    TBUCKEE-CABSON   PROJECT. 

The  condemnation  suit  relating  to  the  outlet  of  Lake  Tahoe  against 
the  Floriston  Pulp  &  Paper  Co.  et  al.  has  remained  in  statu  quo  since 
the  issuance  of  the  twelfth  annual  report.  Negotiations  are  being 
carried  on  looking  to  the  filing  of  a  stipulation  recognizing  the  ex- 
istence of  certain  stated  facts  and  outlining  a  system  of  storage 
control  by  the  United  States. 

The  proceedings  in  The  United  States  v.  Kickey  Land  &  Cattle 
Co.  remain  indefinitely  suspended.  Proposal  to  dismiss,  provided 
defendants  show  satisfactory  arrangement  with  landowners,  etc., 
still  in  force. 

In  the  suit  filed  on  March  3,  1913,  by  the  United  States  against 
water  users  and  claimants  along  the  Truckee  Biver  and  its  tribu- 
taries for  the  adjudication  of  the  relative  rights  to  the  waters  of  the 
stream  system  in  Nevada  a  large  number  of  answers  have  been  filed 
setting  out  claims  of  defendants  and  resisting  certain  priorities  of 
the  United  States  alleged  in  its  petition.  Surveys  and  examinations 
are  being  made  by  the  Reclamation  Service  engineers  for  use  in  pre- 
paring replications  and  at  the  trial. 

Jn  cases  filed  in  the  Court  of  Claims  by  the  John  Horstman  and 
Natron  Soda  Cos.,  alleging  appropriation  by  the  Government,  by 
way  of  seepage  from  the  bordermg  irrigation  canals,  of  the  property 
of  claimants  in  Big  Soda  Lake  and  Little  Soda  Lake,  with  plants 
and  works  connected  therewith,  some  testimony  has  been  taken,  and 
preparations  for  final  hearing  are  being  carried  forward,  including 
special  investigations  of  engineers,  who  are  to  be  later  used  as  wit- 
nesses.   These  claims  are,  respectively,  for  $35,000  and  $170,000. 

The  case  entitled  The  Western  Co.  v.  Stone  &  Webstjer  Construc- 
tion Co.  retains  the  status  revealed  in  the  twelfth  annual  report. 

NEW  MEXICO,  HONDO  PROJECT. 

The  case  of  The  United  States  v.  El  Paso  &  Rock  Island  Railway 
Co.  et  al.,  mentioned  on  page  34  of  the  twelfth  annual  report,  is 
still  i)ending.  Answers  have  been  filed  by  most  of  the  defendants 
but  no  testimony  has  been  taken.  Efforts  are  being  made  looking  to 
a  compromise  among  certain  of  the  defendants,  and  consideration  is 
being  given  the  advisability  of  limiting  the  present  scope  of  the  case. 

NEW  MEXICO-TEXAS,  BIO  OEANDE  PROJECT. 

In  the  case  of  Oscar  C.  Snow  v.  Francisco  Abalos  et  al.,  referred  to 
on  page  34  of  the  twelfth  annual  report,  an  appeal  was  taken  by  the 
plamtiff  from  the  action  of  the  district  court  m  sustaining  demurrer 
interposed  by  one  of  the  defendants  on  the  ^ound  that  the  action 
should  have  been  prosecuted  in  the  name  of  the  communit;^  ditch 
association  of  which  plaintiff  was  a  party  and  not  in  his  individual 
capacity.  Motion  to  make  the  complaint  more  definite^  in  certain 
features  was  also  filed  by  one  of  the  defendants  and  sustained  by  the 
trial  court.  The  Supreme  Court  at  the  Januarv  term,  1914,  reversed 
the  action  of  the  district  court  and  directed  that  the  demurrer  and 
motion  to  make  definite  be  overruled.  No  testimony  has  been  taken 
in  the  case. 
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No  substantial  progress  has  been  made  in  the  case  of  the  £1  Paso 
Valley  Water  Users'  Association  v.  W.  H.  Austin  et  al.,  mentioned 
on  page  34  of  the  twelfth  annual  report.  The  attorneys  for  the  asso- 
ciation are  doubtful  of  the  advisability  of  prosecuting  the  case  to  final 
determination  at  this  time,  and  certain  features  of  the  case  are  now 
being  considered  before  the  case  will  be  prosecuted  to  final  decree. 

November  29,  1913,  two  suits  in  eminent  domain  were  filed  in  the 
United  States  district  court  for  the  district  of  New  Mexico — one  en- 
titled United  States  v.  Lauteria  Birner  et  al.,  affecting  lands  in 
Socorro  County,  N.  Mex.,  and  the  other  entitled  United  States  v. 
Jose  Antonio  Anaya  et  al.,  affecting  lands  in  Sierra  County,  N.  Mex., 
all  of  the  lands  in  Question  being  required  for  flowage  purposes  in 
connection  with  the  Engle  Reservoir.  There  are  affected  by  the  two 
suits  about  135  tracts  of  land,  aggregating  some  3,500  acres. 

Return  of  the  commissioners  appointed  to  appraise  the  lands  in  the 
case  first  mentioned  was  filed  June  11,  but  the  report  has  not  been 
confirmed  by  court.  No  report  by  the  commissioners  has  been  filed 
in  the  other  case. 

OBEOON,  XTMATIUiA  PBOJEGT. 

In  the  determination  of  the  relative  rights  to  the  waters  of  the 
Umatilla  River  and  its  tributaries,  the  talang  of  evidence  and  testi- 
mony before  the  water  superintendent  was  ftilly  completed;  aU  re- 
maining necessary  stipulations  were  filed,  thus  disposing  of  the  188 
contests  initiated  by  the  Government,  the  3  directed  against  the 
United  States,  and  the  40  or  more  controversies  between  private 
parties.  The  Government's  opening  argument  upon  the  evidence 
and  testimony  was  filed  with  the  water  sunerintendent  and  served 
upon  opposing  counsel  February  7,  1914.  Several  answering  briefs 
have  been  filed,  which  were  replied  to  by  the  United  States  on  May 
29.  It  is  the  expressed  intention  of  the  State  officers  to  publish  a 
decree  of  determination  in  the  immediate  future,  which  imder  the 
water-code  procedure  will  later  be  filed  with  and,  after  exceptions 
thereto  are  disposed  of,  become  a  decree  of  the  local  circuit  court. 

The  case  entitled  Maxwell  Land  &  Irrigation  Co.  v.  The  Hermis- 
ton  Bank  &  Trust  Co.,  involving  an  attempt  by  plaintiff  to  prevent 
sales  of  its  lands  at  auction  under  the  trust,  at  the  designation  of  the 
Secretary  of  th^  Interior,  was  decided  by  the  State  supreme  court 
March  31, 1914,  the  chief  counsel  of  the  Reclamation  Service  present- 
ing an  argument  as  amicus  curiae.  It  was  in  that  tribunal  on  appeal 
from  a  ruling  of  the  local  circuit  sustaining  the  demurrer  inter- 
posed bj  the  United  States  attorney  in  the  trust  company's  behalf, 
the  decision  of  said  circuit  court  that  it  had  no  jurisdiction  being 
affirmed.  Petition  for  rehearing  was  filed  April  18,  1914,  and  over- 
ruled April  21.    Mandate  was  issued  April  23. 

OBEOON-CALIFOBNIA,  KLAHATH  PBOJECT. 

The  case  entitled  Klamath  Lake  Navigation  Co.  v,  California 
Northeastern  Railway  Co.  and  Southern  Pacific  Co.,^  relating  to 
the  closinjg  of  the  Klamath  Strait  to  navigation,  in  which  the  Gov- 
ernment intervened  by  way  of  suggestion  on  September  80,  1910, 
has  remained  in  statu  quo  since  motion  to  strike  and  demurrer  to  the 
Government's  suggestion  was  overruled  on  November  10, 1910. 
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Condemnation  proceedings  against  William  Albright  and  wife 
and  M.  P.  Mickler  for  right  of  way  for  second  unit  laterals  have 
been  settled  by  way  of  contract  providing  for  payment  of  $1,175 
to  defendants  and  agreement  to  construct  certain  farm  bridges. 
Delay  in  closing  transaction  and  accomplishing  dismissal  of  case 
was  caused  by  the  necessity  for  obtaining  various  further  assur- 
ances of  title.    Authority  to  dismiss  now  issued. 

In  the  case  entitled  United  States  v.  C.  A.  and  M.  Veneta  Bunting, 
initiated  for  the  purpose  of  enjoining  defendants  from  cutting  or 
interfering  with  Government  canals  traversing  their  properties, 
memorandum  opinion  and  order  for  decree  was  issued  by  the  United 
States  District  Court  for  Oregon  on  July  28,  1913,  decree  providing 
for  perpetual  injunction  being  filed  October  25,  1913. 

A  suggestion  in  behalf  of  the  United  States,  giving  notice,  without 
submitting  to  the  jurisdiction  of  the  State  tribunal,  of  the  reserved  and 
appropriated  prior  rights  of  the  Government  and  outlining  limita- 
tions upon  the  rights  of  others  in  that  regard,  was  filed  on  October 
10,  1913,  in  the  determination  of  the  relative  rights  to  the  waters  of 
the  Lost  River  and  its  tributaries  pending  before  the  State  water 
board.  The  practical  completion  of  this  State  proceeding  is  expected 
during  the  current  calendar  year. 

Condemnation  proceedings  against  Bobert  A.  Miller  for  the  ac(]ui- 
sition  of  land  for  right  of  way  for  the  Dixon  and  Worden  drains, 
as  the  same  are  projected  to  traverse  the  propertv  of  defendant,  were 
initiated  on  February  6,  1914,  answer  being  filed  March  9  of  this 
year.  The  allegations  of  said  answer  have  feen  made  the  subject  of 
careful  investigations  upon  the  ground,  and  replication  is  being 
prepared  and  preparations  for  trial  carried  on. 

SOUTH  DAKOTA,   BELLE   FOUBGHE  PBOJECT. 

In  the  case  of  the  Widell-Finley  Co.  et  al.  v.  United  States,  No. 
31436,  in  the  Court  of  Claims,  the  plaintijff  offered  all  its  testimony 
during  the  fiscal  year,  and  the  case  is  now  ready  for  the  submission 
of  evidence  on  behalf  of  the  Government. 

The  case  of  the  Belle  Fourche  Valley  Water  Users'  Association  v. 
Magruder  et  al.  is  now  pending.  In  this  case  the  Belle  Fourche 
Valley  Water  Users'  Association  filed  a  petition  July  19, 1913,  in  the 
State  court  and  secured  a  restraining  order  without  notice  by  which 
the  project  manager  and  others  were  restrained  and  enjoined  from 
shutting  off  the  water  of  the  members  of  the  association  for  failure 
to  pay  certain  charges.  On  August  1,  1913,  the  case  was  removed 
to  the  United  States  district  court  upon  petition  of  defendants,  and 
on  August  6  the  defendants  filed  motion  to  dismiss  the  action  and 
dissolve  the  temporary  injunction.  On  August  28,  1913,  the  cause 
came  on  to  be  ar^ed  at  Deadwood,  S.  Dak.,  before  James  D.  Elliott, 
judge  of  the  United  States  district  court  for  South  Dakota,  where- 
upon the  court  expressed  the  view  that  under  a  liberal  construction 
of  the  complaint  he  was  disposed  to  deny  the  motion.  Attorneys  for 
the  plaintiff  thereupon  recjuested  and  were  granted  30  days  in  which 
to  file  an  amended  complamt,  which  was  later  extended  to  October  8 
by  stipulation.  The  amended  bill  was  filed  October  8, 1913.  By  this 
amended  complaint  the  plaintiffs  also  asked  that  the  defendants  be 
further  enjoined  from  collecting  any  charges  whatever  until  final 
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completion  of  the  project,  from  collecting  any  so-called  betterment 
charges,  and  from  canceling  or  reconmiending  for  cancellation  any 
homestead  entries  or  water-right  applications  of  its  shareholders 
pending  the  determination  of  the  action.  The  record  is  extremely 
voluminqua  From  November  28  to  December  1,  1913,  arguments 
were  had  before  the  same  court  at  Sioux  Falls,  S.  Dak.,  upon  affi- 
davits and  showing  made  by  the  defendants,  at  the  conclusion  of 
which  the  court  entered  orders  denying  defendants'  motion  to  dismiss 
and  dissolve  the  temporary  restraming  order  and  granting  defend- 
ants 30  days  within  which  to  file  their  answer.  The  court  also  ordered 
that  pendmg  the  final  hearing  the  defendants,  their  agents,  and  em- 
ployees be  enjoined  and  restrained  from  collecting  or  attempting  to 
collect  any  charges  whatever  for  construction  and  from  collecting  or 
attempting  to  collect  betterment  charges  or  collecting  or  attempting 
to  collect  any  operation  and  maintenance  charges  for  the  years  1908 
to  1912,  inclusive,  and  from  canceling,  attempting  to  cancel,  or 
recommending  for  cancellation  any  homestead  or  water-right  appli- 
cations of  ihe  shareholders  for  neglect,  failure,  or  refusal  to  pay  any 
or  either  of  said  charges  and  furuier  enjoining  the  defendants  from 
shutting  off  water  supplied  throu^  the  project  On  December  20, 
1913,  the  court  upon  petition  of  defendants  granted  an  order  allowing 
an  appeal  to  the  circuit  court  of  appeals,  eighth  circuit,  from  the 
interlocutory  orders  theretofore  granted.  On  February  18  the  clerk 
of  the  court  filed  the  printed  record.  Thereupon  briefs  were  prepared 
and  filed  by  defendants  and  by  plaintiffs,  and  on  June  4  the  appeal 
from  the  interlocutory  orders  was  argued  before  the  circuit  court  of 
appeals  At  the  end  of  the  fiscal  year  decision  by  that  court  had  not 
been  made.  In  the  meantime  answer  was  filed  in  January,  1914,  but 
the  trial  of  the  case  has  be^i  postponed  pending  a  decision  by  the 
circuit  court  of  appeals. 

In  November,  1913,  Samuel  R.  H.  Bobinson  filed  suit  in  the  Court 
of  Claims  (No.  32678)  claiming  $17,145.25  on  an  alleged  claim  for 
damages  arising  in  connection  with  a  certain  contract  dated  April  24, 
1905,  for  the  construction  of  schedule  1,  main  supply  canal.  Belle 
Fourche  project.    No  evidence  was  submitted  during  the  year. 

During  the  irrigation  season  of  1913  a  ditch  rider  was  threatened 
by  use  of  a  deadly  weapon  unless  he  opened  the  head  gate  of  a  water 
user,  contrary  to  mstructions  and  regulations.  Arrest  of  the  offender 
was  effected  under  the  State  statute,  and  the  State  court  imposed  the 
statutory  fibae. 

WASHINOTON,  YAKIXA  PBO JBCT. 

In  the  case  of  the  United  States  v.  Theodore  Weisberger,  in  the 
United  States  district  court  for  the  eastern  district  of  Washington, 
southern  division,  referred  to  on  page  36  of  the  twelfth  annual  re- 
port, a  judgment  of  affirmance  was  rendered  by  the  circuit  court  of 
appeals  on  August  4, 1913,  and  filed  September  8. 

In  the  suit  brought  against  the  Union  Gap  Irrigation  Co.  to  enjoin 
the  diversion  of  water,  page  36,  twelfth  annual  report,  additional 
testimony  was  taken  before  an  examiner,  and  on  August  23, 1918,  an 
opinion  was  rendered  by  the  court. 

An  injunction  was  granted  against  two  attempted  transfers  of  the 

f  laces  ox  enjoyment  of  water  rights,  shown  to  be  prejudicial  to  the 
Fnited  States.    October  22  decree  was  entered  accordingly. 
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In  a  'second  suit  brought  against  the  same  corporation  for  damages, 
an  order  of  dismissal  was  entered  on  October  28,  1913.  The  case 
proceeded  no  further  than  the  filing  of  pleading. 

A  third  suit  to  compel  the  Union  Gap  Irrigation  Co.  to  install 
proper  safeguards,  in  the  construction  of  its  canal,  referred  to  on 
page  36,  twelfth  annual  report,  was  dismissed  on  Mardi  26,  1914, 
after  the  required  improvements  had  been  satisfactorily  completed 
by  defendant. 

In  the  case  of  the  United  States  v.  West  Side  Irrigating  Co.,  re- 
ferred to  on  page  37  of  the  twelfth  annual  report,  an  examiner  has 
been  appoint^  and  July  1  has  been  set  for  the  puipose  to  take  testi- 
mony. 

The  case  of  United  States  v.  H.  E.  Nicolai,  reported  on  page  35  of 
the  eleventh  annual  report,  was  dismissed  on  January  29,  1914,  the 
proposed  construction  of  the  dam  complained  of  as  a  menace  to  the 
canal  of  the  United  States  having  been  abandoned. 

WTOUIHa,  JACKSON  LAKE  EmiABGEMSNT  PBOJECT. 

On  February  10,  1914,  the  State  engineer  of  Wyoming  rejected 
the  applications  for  the  enlargement  of  Jackson  Lake  Reservoir  on 
the  ground  that  they  threatened  to  prove  detrimentel  to  the  public 
interests.    It  is  understood  that  the  reason  for  the  rejection  of  the 

gsrmite  was  the  possibility  that  the  stored  water  to  be  run  in  Snake 
iver  from  this  reservoir  would  increase  the  height  of  the  river  and 
interfere  to  some  extent  with  certain  fords  in  Wyoming. 

On  April  7,  1914,  an  appeal  was  taken  from  the  ruling  of  the 
State  engineer  to  the  board  of  control. 

WTOUIHa,  SHOSHOKB  PBOJECT. 

In  the  suit  instituted  against  the  United  States  in  the  Court  of 
Claims  by  the  United  States  Fidelity  &  Guaranty  Co.  of  Baltimore, 
Md.,  bondsmen  of  Prendergast  &  Clarksmi,  original  contractors 
on  tiie  Shoshone  Dam,  for  recovery  of  $822,777.58  as  damages  and 
for  extra  work  performed,  testimony  was  teken  on  behalf  of  both 

Elaintiff  and  defendant  at  Great  Falls,  Mont.,  in  July,  1913,  and  on 
ehalf  of  the  defendant  at  San  Francisco,  Cal.,  in  August,  1913. 

PUBLIC  NOTICES  AHD  OBDEBS. 

During  the  fiscal  year  ending  June  30,  1914,  14  formal  public 
notices  and  orders  were  issued  by  the  Secretary  of  the  Interior  in 
connection  with  the  operation  of  the  projects  affected.  These  notices 
and  orders  are  printed  in  the  discussions  of  the  individual  projects. 
In  addition,  the  following  orders  and  public  notices  relating  te  all 
projecte  were  issued : 

OBDBB  DATED  JULY  16,  lOia 

Public  notice  of  June  28, 1918,  under  the  provisions  of  the  reclama- 
tion act  of  June  17, 1902  (32  Stat.,  388^,  and  acte  amendatory  thereof 
and  supplementary  thereto,  provided  m  paragraph  9  as  follows : 

No  water-right  applicant  ahaU  be  entitled  to  the  above  reduction  in  the  buUd- 
Ing  charge  unless  he  has  paid  the  charges  for  operation  and  maintenance  now 
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due  and  has  prepared  for  Irrigation  and  has  irrigated  in  good  foith,  for  the 
purpose  of  raising  agricultural  crops,  one-half  the  entire  irrigable  area  of  his 
tract  or  not  less  than  5  acres  for  each  full  irrigation  season  since  the  water 
was  available  therefor. 

It  is  hereby  ordered  that  the  number  of  full  irrigation  seasons  as 
provided  for  in  said  paragraph  shall  be  counted  from  the  time  whto 
the  present  owner  of  the  land  first  secured  control  thereof. 

Franklin  K.  Lans. 

OBDE&  DATED  XCTLY  21,  1913. 

In  view  of  the  unusual  requirements  regarding  operation  and  maih- 
tenance  payments  during  the  current  year  on  the  various  projects 
constructed  under  the  provisions  of  the  reclamaticm  act  of  «fune  17, 
1902  (S2  Stat.,  388),  such  requirements  being  made  necessary  by  rea- 
son oi  postponement  of  payments  from  various  causes. 

It  is  hereby  ordered  tnat  water  users  who  are  actually  unable  to 
pay  such  charges  and  who  shall  have  failed  to  pay  them  by  July  21, 
1913p  may  be  allowed  to  receive  water  after  making  an  agreement  in 
writmg  to  make  an  additional  and  further  payment  oi  1  cent  per 
acre  for  each  month  which  elapses  in  whole  or  in  part  from  July  21, 
1913,  to  the  date  of  payment.  Such  additional  charge  shall  be  sep- 
arately added  to  each  portion  of  an  installment  for  operation  and 
maintenance  remaining  unpaid  on  and  after  July  21, 1913 ;  that  is  to 
say,  those  who  owe  portions  of  installments  for  operation  and  maifl- 
tenance  for  two  years  shall  be  required  to  add  the  amount  of  2  cents 
per  acre  per  month  or  fraction  of  a  month. 

A.  A.  Jones,  Acting  Secretary. 

OBDEB  DATED  JANUABY   19,    1914. 

In  view  of  the  misinterpretation  of  the  order  of  July  21,  1913, 
whereby  a  penalty  of  1  cent  per  acre  per  month  was  deemed  to  apply 
only  on  operation  and  maintenance  charges  as  to  which  the  water 
user  had  applied  for  an  extension  of  time,  it  is  ordered  that  as  to  all 
water  users  who  pay  their  operation  and  maintenance  charges  due  in 
1912  and  1913  on  or  before  March  1, 1914,  the  penalties  assessed  under 
the  above-cited  order  be  remitted,  and  that  all  who  have  paid  opera- 
tion and  maintenance  charges,  together  with  the  penalty  assessed 
thereon,  receive  as  credit  upon  future  payments  the  amount  of  the 
penalties  so  paid. 

A.  A.  Jones,  First  Assistant  Secretary. 

OBDEB  DATED  MAT  89,   1914. 

No  action  under  order  of  June  23, 1913,  will  be  taken  awaiting  ac- 
tion of  Congress  on  extension  bill.  If  said  bill  is  not  enacted  into  law 
by  August  1,  an  order  will  be  made  requiring  payment  by  August  15.  > 
If  passed,  an  order  will  be  made  by  August  15  in  conformity  with  the 
terms  of  the  new  law. 

Fbankun  K.  Lane. 
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PUBLIC  NOTICB  DATED  SBPTEMBBB  24,  1914. 

1.  In  pursuance  of  the  provisions  of  the  reclamation  extension  act 
of  August  13, 1914  (Pubhc,  No.  170),  notice  is  hereby  given  that  the 
charges  for  a  water  right  for  lands  under  the  several  projects  and 
units  thereof  for  which  public  notice  or  notices  have  heretofore 
issued  are  of  two  kinds :  (1)  A  charge  per  irrigable  acre  for  the  build- 
ing of  the  irrigation  system,  termed  the  construction  charge;  (2)  an 
annual  charge  for  each  acre-foot  of  water  delivered,  payable  at  such 
time  as  ma^  hereafter  be  fixed,  for  the  operation  and  maintenance 
of  the  project  or  a  unit  thereof.  Each  acre  of  irrigable  land, 
whether  irrigated  or  not,  will  be  charged  with  a  minimum  operation 
and  maintenance  charge  based  upon  the  charges  for  delivery  of  not 
less  than  one  acre- foot  of  water. 

2.  The  amount  of  the  construction  charge  per  irrigable  acre  for 
lands  for  which  entry  under  the  provisions  of  the  reclamation  act 
of  June  17, 1902  (32  Stat.,  388),  or  water-right  application  has  here- 
tofore been  made,  shall  be  the  amount  fixed  in  the  several  public 
notices  heretofore  issued  for  the  respective  lands  and  therein  termed 
"  the  building  charge,"  and  will  not  be  increased  except  as  provided 
in  said  reclamation  extension  act. 

3.  Any  person  whose  land  or  entry  has  heretofore  become  subject 
to  the  terms  and  conditions  of  the  reclamation  law  may  secure  the 
benefits  of  the  extension  of  the  period  of  payments  provided  for  in 
the  said  reclamation  extension  act  by  notirying  the  Secretary  of  the 
Interior  of  his  acceptance  of  all  the  terms  and  conditions  of  said 
act.  Such  notice  of  acceptance  shall  be  in  the  form  prescribed  by  the 
Secretary,  and  may  be  obtained  from  the  project  manager  on  appli- 
cation. Such  acceptance  must  be  filed  with  the  project  manager 
within  six  (6)  months  from  the  date  of  this  public  notice.  The  con- 
struction charge  for  the  lands  or  entries  of  persons  so  accepting  the 
benefits  of  the  period  of  extension,  or  so  much  thereof  as  may  remain 
unpaid  at  the  time  of  filing  said  notice  of  acceptance,  must  be  paid 
in  not  more  than  twenty  (20)  annual  instalments,  the  first  of  wnich 
instalments  will  be  due  December  1, 1914,  and  the  subsequent  instal- 
ments due  December  1  of  each  year  thereafter.  The  nrst  four  of 
such  annual  instalments  shall  be  each  two  (2)  per  centum  and  the 
next  two  instalments  each  four  (4)  per  centum,  and  the  remaining 
fourteen  instalments  each  six  (6)  per  centum  of  the  said  construc- 
tion charge,  or  of  the  portion  thereof  remaining  unpaid  at  the  time 
of  filing  said  notice  of  acceptance  as  the  case  may  be.  The  whole  or 
any  part  of  the  construction  charge  may  be  paid  within  any  shorter 
period  than  20  years  if  so  desired. 

4.  The  method  of  determining  the  annual  operation  and  main- 
tenance charge,  the  penalties  for  failure  to  pay  the  construction 
charges  and  the  operation  and  maintenance  charges  when  due,  the 
reclamation  requirements,  and  the  discount  allowed  for  prepayment 
of  the  operation  and  maintenance  charges  are  prescribed  by  the  said 
reclamation  extension  act. 

FfiAKKUK  K.  Lane, 

Secretary  of  the  Interior. 
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PTTECHASES  OF  BIGHTS  AHD  PBOPEBTT. 

The  following  purchases  of  rights  and  property  were  made  during 
the  fiscal  year  ending  June  30,  1914  : 


Purchases  of  rights  and  property, 

ARIZONA,  SALT  R^^^ER  PROJECT. 


Vendor. 

Deacr^tkm. 

Comid- 
eratlon. 

Date  of  deed. 

ElUngson,  Mans,  and  wifB 

Oflrner  O.  E..etal 

Rffht  of  way  across  see.  33,  T.  1 8.,  R.  4  B.,  O. 
A  S.  R.  B.  A  M. 

LOS  acres  in  W.  i  NW.  i  sec  3,  T.  1 8.,  R.  4  E., 
0.  &  8.  R.  M. 

0.537  acre  of  land  tn  8E.  i  NW.  i  see.  90.  T.  2  N., 
R.3E.,G.A8.R.B.AM.  (Secored  by  con- 
demnation.) 

Lots  1  and  2,  block  66,  town  site  of  Ingleside, 
Maricopa  County,  Aris. 

saoaoo 

100.00 
380.00 

160.00 

Nov.    7,1913 
OeL  25,1913 

Jane  14,t9U 

Hesse,  John  F^  Jobn  F.,  Jr., 
and  Martha  E. 

InglwiMeCo 

ARIZONA-CALIFORNIA,  YUMA  PROJECT. 


Cloyd,  W.  B.,  and  wife 

De  Vane,  Dnncan  L.,  and 

wife. 
FerguscQ,  Wm.  O 


QaUahflT,  Gea  L,  and  wife.. 
Qrothaus,  LooisC,  and  wife. 


Henry,  Joseph  R. 
lAwler,  Roy 


lAwler,  W.  A.,  and  wife.. 


Lent,  V.  H.,  and  wife. 

McClelland,  O.  8 

MilUgan,  LinaM 


Moore,  Anna  M..  and  Albert 
W.  Mocre,  her  Dusband. 

Mnnay,  J.  8.,  and   P.   F. 

Byrne. 
Nixon,  William  Elwood,  and 

James  Taylor  Nixon. 
Steams,  L.  B.,  and  wile 


Tbaoker,  J.  M.,  and  wife.. 
Tder,  John  I.,  and  wife... 


Williams,  John  M.,  and  wife. 
Witty,  E.  L.,  and  wife 


Purchase  of  improyements  on  strip  of  land  bi  8. 
i  SE.  i  sec  26;  R.  34  W.,  G.  &  8.  R.  M. 

Purchase  of  improvements  on  strip  of  land  In  lot 
1,  ihK^  sec  207t.  8  8.,  R.  23  W.,  Q.  &  8.  R.  M. 

Lots  1, 2, 6. 6.  sec  6L  T.  14  8.,  R.  24  E.,  and  E.  i 
NE.  \l£,  i  6E.1  sec  1,  ¥.  14  8.,  R.  23  E., 
oontslning  304.08  acres.  Lots  4  and  7,  sec  6; 
lotslimd2,sec  7,  T.  148.,  R.24E^oontBiDinff 
130.6  acres.  Lots  2,  3,  and  4,  Bi.  i  NWil 
NW.  i  8E.  i  sec  26,  T.  13  S.,  R.  23  E.,  con- 
^'-•—166.13 acres.    E.  |  E.  |  sec  36,  T.  13  8., 


R.  23  E.,  containing  160  acres;  aU  in  8.  B.  M. 
Purchase  of  improvements  on  strip  of  land  in  W. 

i8E.  isec  6,  T.  108.,  R. 24  W.,  O.  & 8.  R.  M. 
Purchase  of  improvements  on  strip  of  land  in 

8E.J  NE.  i  sec  23,  T.  9  8.,  R.  2rw.,  G.  &  8. 

R.  M. 
Purchase  of  improvements  on  NW.  i  sec  15,  T. 

8  8.,R.22WVG.  AS.  R.M. 
Purchase  of  improvements  on  strip  of  land  in 

W.  i  NW.  i  NE.  i  sec  36,  T.  8  8.,  R.  24  W., 

G.  &8.R.k        «  '  ' 

Purchase  of  Improvements  on  strip  of  land  in 

NE.  i  NE.  i  sec  36,  T.  8  8.,  R.  24W.,  G.  &  8. 

R.M 
Purchase  of  Improvements  on  strip  of  land  in 

NW.isec  28,  T.  108.,  R. 24  W.,  O.  A  8.  R.  M. 
Purchase  of  improvements  on  strip  of  land  in  E. 

i  SE.  i  sec.  2^T.  9  8.,  R.  24  W.,  G.  A  8.  R.  M 
Purohase  of  improvements  on  strip  of  land  in  E. 

iNW.isec^,T.98.,R.24W.,G.&S.R.M. 
Purchase  of  improvements  on  slrtp  of  land  in 

SW.  i  N W.  i  sec  4,  T.  9  8.,  R.  24%.,  G.  &  8. 

R.M. 
Purchase  of  lot  83  of  block  3  of  Townsend  tract 

of  Yuma,  Aris. 
Purchase  of  impfovements  en  strip  of  land  in  N. 

|SW.isec2,T.  108.,  R.24W.,  G.  AS.  R.  M. 
Purchase  of  improvements  on  strip  of  land  in  W. 

iNW.i8E.yand8trlpof  landlaNE.i  SW.i 

sec.  36,  TT.  8  8.,  R.  24  W.,  G.  A  8.  R.  M 
Purchase  of  Improvements  on  strip  of  land  in  8. 

|NE.i8ec30,T.88.,R.23W..G.dE8.R.M. 
Purchase  of  improvements  on  solp  of  land  in 

8  W.  i  8E.  i  NE  J  sec  10,  and  on  a  strip  of  land 

inN.|NE.  tNE.  isec  10,  T.  108.,  R. 34  W., 

O.  &8.R.  M. 
Purchase  of  improvements  on  strip  of  land  in 

NE.i8ec  17,T.  108.,  R.24  W.,  G.  AS.  R.  M. 
Purchase  of  improvements  on  scrip  of  land  in 

W.  |SW.i8W.isec28,  T.  88.,lL  24  W.,  Q. 

a8:r.m. 


190.00 

320LOO 

1,600.00 


l&OO 
80.00 

336w00 
60.00 

53.00 

230.00 
75.00 

113.43 
50.00 

soaoo 

35.00 
35.00 

45.00 
38L00 

19.56 
9.10 


May  16^1913 
Nov.  6^1913 
Mar.    20,191 


Mar.  8^1913 

Aug.  18,1913 

Aug.  9,1913 

Apr.  23,1914 

Apr.  25,1914 

Feb.  18,1914 

Oct.  1,1913 

July  13,1913 

May  19,1913 

Jan.  10,1913 

Apr.  11,1914 

Apr.  11,1914 

May  19,1913 

Nov.  15^1913 

Mar.  14,1914 

May  6^1914 
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Purchases  of  rights  and  property — Ck>ntinned. 

CALIFORNIA,  ORLAND  PROJECT. 


Vendor. 


Dcscrlptkm. 


Consid- 
eration. 


DateofdMd. 


Chcstar,    Martha    H.,    and 

JohnD. 
Kesseliing,  F.  M.,  and  wife. . . . 


Kraos,  William,  etal 

Mason,  O.  L.,  and  wife.. . 
Mfflaaps,  J.  W.,  and  wife. 


Morris,  John  M.,  and  wife — 
Niebon,C.L 


Orland  Unit  Water  Vm 
AaaodaXion. 
Do 


Strh)  of  land  across  seo.  8,  T.  17  N.,  R.  8  W., 
MTD.B.&M. 

Strip  of  land  across  NW.fSE.iandNE.iSW.I 
and  8. 4  NW.  J  and  lo!  4  sec.  5,  T.  17  N..  R.  J 
W.,  M.  D.  B.  &  M.,and  lot  15  seo. 31,  T.  18  N., 

r>    m  jxT     1£    T)    B    A  M 

Strfp  frfldiid  omBi  SE .  i  sec.  5,  T.  17  N.,  R. «  W., 

M.I>.  ILAM. 
Strip  uf  land  acroffi  lot  Ifl  sec.96,  T.  18  N.,  R.  7  W., 

ir.  D.H.AM, 
Strip  of  land  acrtm  BW,  j  NW.  Isec.  10,  and  SE. 

JNE.  ^a«,fl,aiidSE.4  8E  '      ""  ' * 


see.fl,  and  N.J  SW.  tand  W.J 
~       ""  "  in  f. 


-*^^^4" 


:.  8,  bII  i 


'andE.IBW.  I 
NW.isec.9,and 
17N.,R.8  W., 


NE 

M.  D.  !3,& 
BUiB  of  land  acrosa  lots  13  and  14  sec.  81,  T.  18 

^^,  R.fl  W..M.  D.  a.  AM. 
Strip  of  lund  throuRh  sec.  2,  T.  22  N.,  R.  8  W., 

M.D„B.*tM.J,39acre8. 
Strip  cf  lojid  across  Lot  13  sec. 81,  T.  18  N.,R.  8 

Strip  of  land  across  lot  1 1  sec.  81,  T.  18  N.,  R.  8 


1860.00 
2,000.00 

200.00 

600.00 

3,000.00 

600.00 
1.00 
1.00 
1.00 


Feb.  6,1914 
Apr.    2,1914 

Mar.  24,1914 
Jan.  29,1914 
Mar.    9,1914 

Jan.  27,1914 
Mar.  7,1914 
Dec.  8,1913 
Dec.  19,1913 


COLORADO,  GRAND  VALLEY  PROJECT. 


Cameo  Coal  &  Land  Co. 


Cutter,  John  H.,  et  al 

Devaalt,Tom 

OIbersan,H.P 

Huston,  Frank,  estate  of. . 


Liggett,  Joseph  W. 


Potter,  Sara  A 

Wallace,  W.  S.,  and  W.  O. 

^r. 


Wyant,  Frank  C... 
Ycatan,ArleighM. 


Improvements  on  right  of  way  across  SE . }  S  W.  i 
NW.JSE.  Jsec.l7.and  JlE.  iNW.  Jsec.34, 
T.108.,R.98Wj.0fliM 


1.04  acres  in  W.JC 

96  W.,  8th  P.  M.,  for  canal  right  or  war. 
Improyements  on  richt  of  way  across  ME.  i  NW. 


.iSW.i8ec.6,T.llS.,R. 
,  for  canal  right  of  way 


J  sec.  1,  T.  1 S.,  R.TE.,  Ute  M. 
Imj         " '""    ' 


Imi 


Dprovements  on  right  of  way  across  E.  |  E.  | 

SW.  i  SE.  i  sec.  8.  T.  11 S..  R.  96  W.^h  M. 

Qprovements  on  right  of  wfty  across  w.  *  E.  J 

SW.  i  NE.  i  sec.  4.  T.  1  S.,  R.  1  E.,  Ute  M!. 

(undmded  one-half  interest). 
Improvements  on  right  of  way  across  that  part  of 

lot  3.  sec.  12,  T.  iTs.,  R.  99  W.,  8th  M.,  lying 

north  of  Palisade  irrifation  district  canal. 
Improvements  on  right  of  way  across  E.i  E.  ) 

SE.i.SE.isec.5,TrilS.,R.96W.J6thM. 
Improvements  on  right  of  way  across  w.  i  S  W .  i 

sec.34,T.10S.,R.96W:,8thM. 
Site  for  power  plant  in  6w.  i  SW.  i  sec.  34,  T.  10 

S.,R.%W.,8thM. 
Improvements  on  right  of  way  across  E._3  E.  \ 

8W..i  SE.  1  secT^T.  1  S..  R.  1  E.,  Xfte  M^ 


art  ,  1  0».  I  ^3V.  w.    A .  A  w..  J 

(undivided  one-half  interest). 

mprovements  on  right  of  way 

J,  sec.  3,  T.  1 S.,  R.  1 E.,  Ute  1 


Improvan(mtapnrii^t^ofjrayacros8  SE. J  SW. 


$1,386.00 

2,000.00 
400.00 

2,060.00 
800.00 

175.00 

800.00 

250.00 
800.00 

560.00 


Aug.  23,1913 

Apr.  7,1913 

Oct.  1,1913 

Mar.  2, 1914 

Dec.  19,1913 

Sept.  2,1913 

Oct.  1,1913 
July  24,1913 
Mar.  20,1914 
Aug.  20,1913 

Oct.  22,1913 


COLORADO,  UNCOMPAHORE  VALLEY  PROJECT. 


Adams,  Leonard  W. 
Baird,  Leonard 


Bever,  Mrs.  E.  C,  and  Charles 
8. 


Bruce,  George  W. 


Buddecke,  A  E 

Caddy,  Miranda  and  Harry.. 


3W.  I  sea  11. 
3W.i  NW.i 
I  in  T.  48  N., 


Portion  of  SE.  i  NE.  i,  sec.  34.  T.  61  N.,  R.  10 

W.,  N.  M.  P.  M.,  containing  0.49  acre,  more  or 

less. 
Portion  of  S W.  i  SE.  i  and  N  W.  i  SE.  i  sec.  27, 

T.  15  S.,  R.  98  W.,  0th  P.  M.,  contahdng  1.34 

acres,  more  or  less. 
Portion  of  NW.  i  SE.  i  and  NE.  \  SW. 

containing  4.64  acres;  portion  ol  S  W. 

sec.  11,  containing  2.75  acres;  all ' 

R.  10  w..  nTmTp.  M. 

Portion  of  NW.  i  NE.  i  sec  20.  T.  15  8.,  R.  98 

W.,  8th  P.  M.,  oantoining  0.046  acre,  more  or 

less. 
Portion  of  NE.  i  SE.  i  sec  2,  T.  60  N.,  R.  10  W., 

N.  M.  P.  M ,  containing  3.87  acres,  more  or  less. 
Portion  of  SE.  i  NW.  i  sec  15,  T.  60  N.,  R.  10 

W.^.  M.  P.  M.,  contaiTiing  0.25  aero,  more 


Digiti 


fLOO 

Apr.  27,1914 

LOO 

May     4,1914 

800.00 

Mar.  22,1913 

LOO 

May  12,1914 

600.00 

Nov.    7,1918 

25.00 

Sept  25,1913 

zed  by  Google 


362      THIBTEBNTH  ANNUAL  BBPOBT  OP  BEGLAMATION  8ERVICB« 


Purchases  of  rights  and  property — Contlnaed. 

COLORADO,  UNCOMPAHORE  VALLEY  PROJECT-Cootixraed. 


Vendor. 


Desoriptkm. 


Consid- 
cratton. 


DsteofdMd. 


GdUns.  Att)€rt  R.  and  Julia  J. 


CaI]diis,JaliaJ.,azidAlbertR 
ChiistiaDson,  B.  B , 

Cleveland,  OeorgeS 

Do 

Dominey,  William  H 

Doling,  W.M 

Fallon,     Mrs.     Alma,     and 
Rhyan,  Mrs.  Annie  C. 


Fisti«r,C.  A. 


Foster,  C.  P.,  Foster,  W.  8., 
and  Oarroutte,  J.  B. 


Fry,  H.  M.,  andTedaJ 

Frush,  F.  M.,  and  Rose  M... 

Fuerstenberg,  Henry 

Garnet  Ditclk&  Reservoir  Co. 


OametLand  &  Improvement 
Co.,  the. 

Oish,  George  F.,  and  Trum- 
bull, Thomas  B. 

Grii&n,  GeorgeE 

Grosvenor,  A.  S.  and  M.  J . .. 

Harvey ,  Joseph 

Heath,  Fred  W.,  and  Pelton, 
John  E. 

Hlght,C.  W 

Hodge,  MaudeM 

Hovey,  Frank  L 

Hunter,  William  H 

Jones,  Wmiam  H 

Lippert.  Charles  J 

Maffenbeir,  Frank 


PortiaQorNE.iNE. 
acres;  portion  of  NE. 
1.37  acres;  portioo  of  l7  W.f  NE.  i  sec.  10,  coiih 
taininf  0.®  acre;  aO  in  T.  48  N.,  R.  10  W., 

Portion  of  SE.  iNE.i  sec.  10,  T.  48N.,  R.  10  W., 

N.  M.  P.  M.,  oontaming  0.20  acre,  more  or  less. 
Portion  of  E.  |  NW.  isec.  32,  T.  fiON.,  R.  9  W., 

N.  M.  P.  iL,  containhig  2.50  acres,  more  or 

less. 
Pwiim  <il  E.  \  S  \V.  i  sec.  la.  T.  50  N\,  R.  10  W., 

N    M.  r.  M,  cDD[Akdii£l.Cacre$fmrreorless. 
P<»irr  Juu  uf  \  E.  \  S  W.  \  sec,  13.  T.  5G  N  . ,  R.  10  W., 

N    M,  E'.  M,.mtJlaIauvsf  2*ttcr^,  tuoteorless. 
Por[  i'  ►h  of  S  E.  i  N  W.  \  soc.  1)0.  T.  1-5  S, .  R.  96  W., 

oih  I'   M.,  oonuiLniDE  0  u>4  ftcro,  mcu«orless. 
Pc^rt  i  n  I  or  .^  \\\  i  N  E.  t  sw.  aa,  T.  15  .S. ,  R.  06  W., 

rtfi  1"  M,  contain  lug  a  lOAucre,  iTioi«  or  less. 
Port  i-m  of  S!  W.  i  N\V.  i  sot  7,  ean^iUoing  3.397 

ji«  ^^^^,  ptMTtioo  of  8W.  i  N  W.  i  ij&c.  7,  contain- 

1]]^;  \  A'^  iicri^.  niorc  qr  Luss.jui^i  jKJrtion  of 

N  I :.  i  S  W.  i  and  PE.  i  N W.  4  si'C.  7jjContain- 

iijji  rl{W  flcn^;  portion  of  BE,  i  N  W.  J  and 

^WA  N  W.  i  soc,  7,  cirttitnlnlng  L2Wacres; all 

in  T.  40  M.,  R.  9  W.,  N.  M.  P.  fl. 
Portion  of  NW.  \  NW.  i  sec.  3,  T.  50  N.,  R.  10 

W.,  N.  M.  P.  iL,  containing  0.9G  acre,  more  or 

less. 
Portion  of  NW.  \  SE.  k  sec.  34.  T.  61  N.,  R.  10 

W.,  N.  M.  P.  iL,  containing  0.64  acre,  more  or 

Water  right  consisting  of  \  cubic  foot  per  second 
of  time  in  the  Montrose  dc  Delta  CanaL 

Portion  of  NE.  \  SE.  \  sec.  6,  T.  49  N.,  R.  9  W., 
N.  M.  P.  IL,  oontainmg  2.64  acres,  more  or  less. 

Portion  of  NE.  i  8  W.  i  sec.  6,  T.  49  N.,  R.  9  W., 
N.  M.  P.  M.,  contaixung  0.11  acre,  more  or  less. 

The  Garnet  Canal  system  (the  consideration  is 
to  be  paii^in  the  form  of  a  credit  on  the  build- 
hig  charges,  and  has  not  yet  actually  been 

PMtion'of  SW.  k  NE. }  and  NW.i  NE.  i,  sec.  34. 

T. 61 N.,  R.  )0 W.,  N.  M.  P.  M.,contahiing0.77 

acre,  more  or  less. 
Portion  of  S.i  SE.  i  NW.  i,  sec.  10,  T.  50  N., 

R.  10  W.,  n!  M.  P.  M.,  containing  1.56  acres, 

more  or  less. 
PorUon  of  SW.  \  NW.  \,  sec.  20,  T.  15  S.,  R.  96 

W.,  6th  P.  M.,  containing  0.552  acre,  more  or 

less. 
Portion  of  NE.iSE.i.  sec.  34,  T.51  N.,R.10W., 

N.  M.  P.  M. ,  contafaiing  0.645  acre,  more  or  less. 
PorUon  of  lot  2,  sec.  9,  T.  51  N.,  R.  11  W., 

N.  M.  P.  M.,  contahiing  0.28  acre  more  or  less. 
Portion  of  S.  |  SW.  i,  sec.  12,  and  SE.  i  SE.  i. 

sec.  11,  T.  48  N.,  R.  10  W.Tn.  M.  P.  M.,  con- 
taining 11.46  acTM,  more  or  less. 
Portion  of  SE.  i  N  W.  i,  sec.  33,  T.  15  8.,  R.  05  W., 

Ath  P.  M.,  contahiing  0.115  acre,  more  or  less. 
Portion  of  SE.  i  SE.  i,  sec.  1,  T.  49  N.,  R.  10  W., 

'N.  M.  P.  M.,  containing  2.441  acres,  more  or 

less. 
Portion  of  NW.  i  SW.  J,  sec.  7,  T.  49  N.,  R.  9  W., 

N.  M.  P.  M.,  contahiing  0.141  acre,  more  or 

less. 
Portion  of  SW.  \  NW.  \,  sec.  2,  contafaiing  0.85 

acre;  portion  of  SW.  *  NW.  i,  sec.  2,  contain- 
hig 0.5^  acre;  all  in  T.  50  N.,  R.  10  W.,  N.  M. 

P.  M.Lportion  of  SE.  \  NE.  *,  sec.  34,  T.  61 N., 

R.  10  W.,  N.  M.  P.  M..  containhig  0.145  acre. 
Portion  of  SE.  k  SE.  i,  SW.  k  SE. },  and  NW.  \ 

SE.  J.  sec.  34,  T.  15  S.,  R.  96  W.,  6th  P.  M., 

contamiiig4.63  acres,  more  or  less. 
Portion  of  SW.  \  NE.  J,  sec.  27,  T.15  S.,  R.  96  W., 

6th  P.  M.,  containing  0.68  acre,  more  or  less. 
Two  parcels  of  land  in  the  NW.  \  SE.  i,  9Sb,  6, 

T.  49  N.,  R.  9  W.,  N.  M.  P.  M.,  contahihig  a 

total  of  2.544  acres,  more  or  less. 


loaoo 

LOO 

loaoo 

LOO 
300.00 
LOO 
LOO 
LOO 


July   %ma 

July  «,19U 
May    5,1914 

May  28^1913 
Oct  25,1913 
May  28,1914 
June  24,1914 
May  12,1914 


LOO 

Apr. 

6,1914 

LOO 

Apr. 

13,1914 

400.00 

Oct 

30,19U 

300.00 

June 

8,1914 

LOO 

Mar. 

6,1914 

18,179.00 

Mar. 

12,1914 

LOO 

Apr. 

u,m4 

225.00 

June 

5,1913 

LOO 

May 

21,1914 

1.00 

A^.  20,1914 

50.00 

July 

5,1913 

150.00 

Nov. 

15,1912 

LOO 

June  20,1914 

LOO 

May 

9, 1914 

LOO 

May 

12,1914 

LOO 

Mar. 

31,1914 

100.00 

Aug. 

5,1913 

LOO 

Apr. 

15,1914 

300.00 

June  18,1914 

Digiti 


zed  by  Google 


PUBCHASES  OF  BIGHTS  AND  PBOPEBTY. 
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Purchasei  of  rights  and  property—Continned, 

COLORADO,  UNCOMPAHGRE  PROJECT-Contittaed. 


Vendor. 


D«BoriptlDiL 


CoDsid- 
eratkm. 


Data  of  deed. 


Miller,  Clyde  W. 


NafM^JolinF 

Do 

O'Neill,  James  and  Jeue. 


ObenrfBll,    Joaeph    D.    and 

FimipA. 
Ferklii8,H.  E 

Picker,  Christian  H.B 

Picker,  Christian  H.  B.,  and 
C.  C.  Rhodes. 

Ratclifl,A.G 

Reeves,  A.  P 

Do 

Smith,  G.M 

Townsend,  Thomas  B , 

Town8end,T.  B 

UrB,J.E 


Portion  of  NE.  i  SW. }.  NW.  i  BE.  h  and  SW.  ( 
SE.  i,  see.  34,  containing  14.91  acres;  portion  of 
E.  i  NW.  iNE.  i,  sec.  25,  oontafaifaig  0.32  acre; 
poitlon  of  £.  i  NW.  i  NE.  i,  secTaS,  oontain- 
mc  2.40  acres;  portion  of  lot  7,  see.  25,  con- 
taining 2.4S  acres;  portion  of  lot  2,  sec.  36,  con- 
tainhig  6.18  acres;  all  in  T.  48  N.,  R.  9  W., 
N.  M.T.  M. 

Portton  of  SW.  i  NE.  h  sec.  6,  T.  49  N.,  R.  9  W., 
N.  M.  P.  M.,  containing  0.01  acre,  more  or  less. 

PorUon  of  W.  i  NW.  k  sec.  6,  T.  49  N.,  R.  9  W., 
N.  M.  P.  IT,  ftnn^f^fafag  3.85  acres,  more  or  less. 

Portion  of  SW.  i  BE.  i,  sec.  23,  containing  ai7 
acre;  portion  of  BW.  ^  8£.  i ,  sec.  23,  contidning 
a70acre;  portion  of  NE.  i  SW^,  sec.  23,  con- 
taining 2.06  acres;  porUon  of  N W.  4  8 W.  \  and 
BW.  \VW.  i, sec.  S, containing  1.93 acres;  aU 
in  T.  49  N^R.  10  W.,  N.M.PJT 

Portion  of  NE.i  BE.  },aec.  20,T.  15  6.,R.  96  W., 
6th  P.  M^^containing  1.08  acres,  more  or  lees. 

PorUon  of  BE.  j  NE.  }  and  NE.  i  NE.  \,  sec.  3. 
containing  0.60  acre;  portion  of  NE.  }  NE.  i 
and  NW.  i  NE.i,8ec.  3,  containing  1.36  acres; 
all  in  T.  50  N..  R*  10  W.,  N.  M.  P.  If . 

Portion  of  BE.  i  NW.  i,  sec.  15,  T.  50  N.,  R.  10 
W.,  N.  K.  P.  M.,  containing  1.97  acres,  more 
or  less. 

PorUon  of  SE.  \  NW.  |,  sec.  15,  T.  60  N.,  R.  10 
W.,  N.  M.  P.  M.,  containing  a96  acre,  more  or 
less 

PorUon  of  NE.  i  NE  J,  sec.  13,  containing  4.937 
acres;  porUon  of  Ne.  i  NE.  i,  sec.  12,  contain- 
ing 0.222  acre;  all  in  T.  40  N.,  R.  10  W.,  N.  M. 
P.  M.;  also  portion  of  NW.  i  NW.  \,  sec.  7, 
T.  49  N.,  R.  9  W.,  N.  M.  P.  !£.,  containing 
0.316  acre,  more  or  leas. 

PorUon  of  E.  i  SE.  i,  sec.  20,  T.  49  N.,  R.  10  W., 
N.  M.  P.  M.,containing3.17acre8,moreorleBs. 

Portion  of  NW.  4  BW.  i,  sec.  21,  T.  49  N.,  R.  10 
W.,  N.  M.  P.  If.,  containing  2.19acrea,  more  or 
leas. 

Portion  of  BE.  i  BE.  i.  aec.  34,  containing  0.531 
acre;  porUon  of  SE. }  SE.  i,  sec.  34,  containing 
aO07acre;  portion  of  SW.  i  SE.  i,  aeo.  34,con- 
tainlng  0.663  acre;  aU  in  T.  51  N.,  R.  10  W.,  N. 

PorUon  of  NE.  iNW.  J,  aec.  10,  T.  50  N.,  R.  10 
W.,  N.  If.  P.  M.,  containing  3.09  acrea,  more 
orleaa. 

PorUon  of  SW.  i  BW.  4,  aec.  34,  containing  0.79 
acre;  portion  of  SW^  N W.  i,  aec.  34,  contain- 
ing 0.51  acre;  all  in  T.  51  N.,  R.  10  W.,  N.  If. 
PTM. 

Portion  of  SE.  i  BW.  i,  sec.  22,  and  NE.  i  NW.  i. 
sec.  27,  containing  0.51  acre;  nortlon  of  SE.  t 
BW.  i,  sec.  22,  containing  0.135  acre;  all  in  T. 
15B.,k.96W.,6thP.lf. 


421.50 


1.00 
600.00 

i,ooaoo 


1.00 
1.00 

200.00 

15a  00 

1.00 


1.00 
35a  00 

1.00 


360.00 
1.00 

1.00 


Ifar.  27,1914 


Feb.  17,1914 
June  12,1914 
Sept.   8,1913 


May  14,1914 
Apr.  13,1914 

Ang.    8,1913 

Do. 
June  20,1914 


Feb.  4,1913 
Oct.  20,1913 

Apr.  13,1914 


Hay  10,1918 
Mar.  20,1914 

Apr.  15,1914 


IDAHO,  BOISE  PROJECT. 


Amos,  Geo 

BIssett,  Ada  £.,  and  Allan 

Bissett 
Bond,  Minnie  E.,  and  hue- 

ban<i. 
Day,  WQlJam  and  Maria  L. .. 

£ck,L.E 

Fos«,Harman 

Hudson,  L.L 


Parcel  of  land  containing  1.38  acrea  in  the  E.  } 

NE.  iaec.  27,  T.  3  NVR.  1 E.,  B.  M. 
A8tripofland70feetwfcleinBE.iNE.i8ec.l5, 

T.  3  N.,  R.  3  W.^oontaining  1.09 acrea. 
Portfcm  of  NE.  |  SW.  i  aec.  36,  T.  3  N.,  R.  1 E., 

B.  M.,  4  acres. 
Portfenof  BW.iNW.  isec.  11,T.  3N.,R.  1 W., 

containhig  1.6  acres. 
PorttoofNE.  i  sec.  37,  T.  3  N.,  R.  1  E..  B.  M., 

and  portfon  of  W.  i  SW.  i  sec.  37,  T.  3  N.,  R. 

A8tr$oflaiiidlnW.iNE.isec.l5,T.3N.,R.3 

W.,  containing  1.66  acres. 
Tract  of  land  of^.48  acres  in  N.  |  NW.  i  NW.  \ 

NW.  J  sec.  33,  T.  4  N.,  R.  5  W.,  B.  M.,  less 

strip  100  feet  wide  ak>ng  entire  length  of  north 

skie  of  above  entry. 


fl3&00 
LOO 

15a  00 

275.00 

4oaoo 

32a  00 
1.00 

696.00 


Aug.  22,1912 
June  4,1914 
Dec.  19,1912 
Oct.   21,1900 

June  10,1910 
Do. 

June  3,1914 
Feb.  17,1914 


Digiti 


zed  by  Google 


364      THIBTEENTH  ANNUAL  BEPOBT  OF  fiECLAMATION  8EBVIOE. 


Purchases  of  rights  and  property— CJontinued. 

IDAHO,  BOISE  PROJECT-Gontiniied. 


Vendor. 

Dcser^jytioiiL 

Cooakl- 
eration. 

Date  of  deed. 

K«mpfhom«,  0.  "^ 

Damage  to  Inmrovemeats  on  E.  )  SW.  |  sec.  32, 

tTsn.,  rTT  W.jB.  M. 
Portion  of  W.  h  NW.  |  sec.  17,  T.  3  N.,  B.  2  W., 

beinKastripll5feetwide,containing  3.00  acres. 
Damages  to  improvements  on  farm  nnJt  £  in 

SeTj  8W.  *  sec.  32,  T.  5  N.,  R.  5  W.  JB.  M. 
Rightof  way  for  power  Uneacross  £ .  iSW.  |  and 

part  of  BE.  i  sec.  20,  T.  3  N.,  R.  4  E. 
Damage  to  inmrovements  in  SE.  |  BW.  Isec  11, 

andE.  4  NW.  |  sec.  14.  T.  4  N.!r.  0  W. 
N  W.  i  NE.  i  sec.  15,  T.  3  N,,  R.  2  W.,  oontaining 

BW.|NE.isec.  15,T.3N^R.2W.,oontalnlMr 
0.88  acre,  and  NW.  i  BE.  i,  same  twp.  and 
range,  2M  acres. 

75.00 

LOO 

102.50 

100.00 

1,000.00 

LOO 

LOO 

Aug.  2S,m3 

T/MTtnhfn.  H.  F. . . . . ,  t  . . , » .  t  . 

lUy  28,1914 
Nov.  28,1913 

Munson,  R.  W 

Ptroy,  Alfred,  and  wife 

8tark,CellaandS.H. 

Vffbejrm,  Chas 

Deo.  22,19U 
Mmj  1,1914 
June  1,1914 
June    4,1914 

minF.  Walfing,  and  J.  H. 
CowelL 

IDAHO,  MINIDOBLA.  PROJECT. 


danta,  Heibert  H. ,  et  aL 

Begey,  Francis  G 

Benson,  Arthur 

Benson,  B.F 

BUnooe,  Daisy  P 

Bradley,  Bessie  E 

Brogan,  Daniel 

Brookman,  Edward  A 

Barrage,  Van  A 

Oongleston,  Byron  O.,  and 
Henry  Grimm. 

Daniels,  Albert  F..  and  Fred- 
rick A.  Tattonall. 

Downard,  James  A.,  and 
Walter  J.  McGarraugfa. 

Eipper,  Elmer,  et  al 

Elsea,  Josle  Acuil 

Emigh,  Roy 

Farabee,  Irvin  L 

Ford,  John  R , 

Frank,  Richard  E 

GUck,  Albert  C,  et  al 

Grinmi,E.C 

Do 

Grisenti,     ICansueto,     and 

Percy  A.  Rutledge. 
IsbeU,  J.  Walter 

Do 

Langlois,D.  R 

Lipps,CarlJ 

Long,  Patrick  H 

Lovin,  R.  N.,  et  al 

Lowry,N.C , 


ParchaseoflateralNo.37,8eos.l9and20,T.OS., 

R  25B 
Purchase  of  lateral  No.  34-D-4,  in  sec.  10,  T.  0  B., 

R  25  E    S   If 
Purchaseof  lateral  210-2,  in  sec.  7,  T.  08.,  R.  25 

E.,  B.  M.,  and  sees.  5  and  8. 
Puronase  of  portion  of  lateral  210-2,  in  sees.  7, 5, 

and  8,  T.  9  B.,  R.  25  E.,  B.  M. 
Pajrment  for  damages  to  inmrovements  on  fSarm 

unit  E  in  sec.  8,  ¥.  10  sT/R.  23  E.,  B.  M. 
Pajrment  for  daoiages  to  improvements  on  farm 

unit  F  inseoTrr.  10  S.,  R.  23  E.,  B.  M. 
Purchaseof  lateral  213  in  sec.  12,  T.9S.,  R.  24  E., 

B.M. 
Pasrment  ior  damages  to  improvements  on  fSarm 

unit  A  in  sec.  35,^.  0  sTTR.  22  E.,  B.  M. 
Payment  ior  damages  to  improvements  on  fSarm 

unitE  insecTvT.  U)B..  R.22E..  B.  M. 
Purchase  of  CW-2  lateral  in  sec  31,  T.  0  8.,  R. 

23  E    B  M 
Purchase  of  lateral  31^2  in  sec.  14,  T.  10  B.,  R.  24 

E    B  M 
Pur(&ia8eof  lateral312insecs.  Hand  12,T.  108., 

R.24E.,B.M. 

" "   '       ■  in-or,..  Liyjiil  14,T.10B., 


Purohase  of  1  ^ 
R.23E.,]r  Nf. 

Damage  to    impro' 
wTTbw.  i  hL'<:  i,: 


H,   in 


TLvTif,   tyrm  ontt 
\i*6.,  R.  23E. 
Portion  of  E^  4  NE.  4  fto^  NE.  i  BE,  J  sec.  36, 

T.  9  8.,  R.  27  E.p  ooatamlng  56.5  acres. 
Damage  to   improvements.   Ear m  milt   E,  or 

N.  i  8W.  t  !^E?e  K  T.  S  g..  K.  24  E, 
Payment  for  <J;kniii£«s  hi  Imrirovenieats  on  farm 

unit  H  in  ime.  '26,  T.  9  S.,  R.  22  E.,  B.  M. 
Purchase  ol  kterftl  hnmch  No.  129,  fi#o.  12,  T.  0 

S    R  23  £ 
Purchaseof  lateral  178  In  sec.  24,  T.  0  8.,  R.  22 

E        B      M  -w  r 

Pur&ase  of  Daley  branch  of  lateral  1522  in  sec  36, 

T.0S.,R.22E.,B.M. 
Payment  for  damages  to  improvements  on  fSarm 

unit  C,  sec.  34,  T.  9  8.,  R.  22  E.,  B.  M. 
Purchaseof  lateral  33  in  sees.  10  and  11,  T.  0  8., 

R  25E    B  "is. 
Purchaseof  lateral  174-1  in  sec.  10,  T.  0  8.,  R.  23 

E..B.M. 
Purcnase  of  lateral  177  in  sec.  19,  T.  0.  8.,  R.  23 

£.,B.M. 
Purchase  of  portion  of  lateral  210-2  in  sees.  5,  7, 

and  8,  T.  0  8..  R.  25  E.,  B.  M. 
Damages    to    Improvements,_fBnn    unit    T, 

ETfNE.  i,  NE  I  E.i,  E.  J  W.  J,  NE.  i  NE.  J 

sec:30,T.9B.,R:24E. 
Damages    to    improvements,  fSarm  unit    H, 

8E.1  NE.  i  sec.  12,  T.  9.  8.,  R.  24  E. 
Purchase  of  lateral  24  in  sec.  34,  T.  8  8.,  R.  25  £., 

B.M. 
Damages  to  improvements,  f^rm  unit  F,  NE.  1 

8W.  J  sec.  11,  T.  10  8.,  R.  23  E. 


f8L40 

6L10 

28&64 

248.26 

26.50 

5a  00 

65.00 

26.00 

30.00 

13.76 

123.25 

123.00 

19170 

l&OO 

1,977.50 

24.00 

7a  00 

4a  60 

243.80 

3a  10 

laoo 

38.72 


4a  00 

237.66 
4.60 

23.60 
49a  88 

laoo 


lUy  28,1914 
FM».  17,1914 
July  15,1913 
July  1,1913 
Aug.  12,1913 
July  19,1913 
July  16,1913 
Nov.  1,1913 
July  1,1913 
Aug.  8,1913 
Feb.  17,1914 
Dec.  6,1913 
Feb.  21,1914 
June  12,1914 
Nov.  28,1913 
ICay  25,1914 
July  1,1913 
ICay  7,1914 
Jan.  5,1914 
Jan.  14,1914 
Nov.  1,1913 
Feb.  17,1914 

Do. 

Do. 
July  81,1913 
ICay  25,1914 

June  5,1914 
Nov.  17,1913 
Ifay  25,1914 


Digitized  by  V^OO^  ItT 
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Purchaser  of  rights  and  property — Continued. 
IDAHO,  MINIDOKA  PROJECT—Contlnued. 


Vendor. 


MarUand,  Forrest. 

MoBDcor,  Harre 

McEensie,NeU... 

Do 

Ol8QD,To|ger 

Pwken,  Walter.... 


Paricer.IdaO.. 
Fliimp8,H.A. 


Rceen,H.S, 

Ryberg,    Andrew,    and    N. 

Seooru: 
St.  Clair, 


Hyatt. 
,  Louisa 


Sartain,  Joel  E.,  and  W.  Her- 
bert. 
Sartain,  W.  Herbert 


Scott,  EarlO 

Sheehan,  Delia  E... 
Smith,  Henry  Z.... 
Snyder,  Matilda  C 

Spencer,IraA 

Sullivan,  Geo.  A. .. . 

Thomas,  Matt 

ToutyNerilleS 


VSlagB  of  Burley 

wakewood,  John. . . . 

Whittle,  Thomas  L.. 

Whitson,  Geo.  L 


Dflsui  Iption. 


Damages  to  improvements,  farm  unit  C,  S.  i 

NWT  i  sec.  13,  T.  9  8.,  R.  24  E. 
Damages  to  improvements,  farm  unit  C,  N.  l 

NW.  J  sec.  12,  T.  10  8.,  22  E. 
Purchase  of  lateral  37  FEl,  sec.  19,  T.  9  8., 

R.25B. 
Purchase  of  lateral  No.  38,  sees.  19,  20,  and  SO, 

T.9S.,R.25E. 
Purchase  of  lateral  1813  in  sec.  17,  T.  10  S.,R.  23 

E.,  B.  M. 
Payment  for  damages  to  Improvements  on  fitfm 

unit  B,sec. 35, T.  9  S.,  R.  22  E..  B.  M. 
Purchase  of  lateral  1354,  bpc.  16.  T.  9  8.,  R.  24  E  . . 
Purchase  of  lateral  421  in  sec.  5,  T.  10  8.,  R.  24  E., 

B  M  »  »  » 

Purchase  of  lateral  1745  in  sec.  25,  T.  9  8.,  R.  22 

E..  B.  M. 
Purchase  of  lateral  Al  C2  in  sees.  14  and  23,  T. 

9  8.,  R.  24  E.,  B.  M. 
Payment  for  damages  to  improvements  on  fiEurm 

unitD  ina^c.  147t.  10  8.,R.  23  E.,  B.  M. 
Purchase  of  lateral  96-2  in  sec.  19,  T.  10  8.,  R.  24 

E.,B.M. 
Damages  to  improvements,  farm  unit  O,  8.  ) 

SETj  sec.  19,  T.  10  8.,  R.  24  E. 
Purchase  of  lateral,  Scott  branch  of  No.  430  in 

sec.  14,  T.  10  8.,  R.  23  E.,  bTM. 
Purchase  of  portion  of  lateral  418  in  sees.  27  and 

34,T.9S.,R.24E.,B.M. 
Damages  to  Improvements,  farm  unit  J,  NE. } 

SE.fsec.  7,  T:  9  8.,  R.  24  E. 
Damages  to  improvements,  farm  unit  C,  8£.  i 

SE.isec.  11,  T.  9  8.,  R.  24  E. 
Damages  to  improvements,  farm  unit  G,  lot  3, 

NE.  i  8W.  i  sec.  18.  T.  10  8.,  R.  24  E. 
Purchase  of  portion  of  sublateral  210-2  in  sees.  5, 

7,  and  8,  T.  9  8..  R.  25  E.,  B.  M. 
Purchaseof  Uteral  60  insec.  25,  T.  9  8.,  R.  24  E., 

B.M. 
Payment  for  damage  to  improvements  on  farm 

unit  H,  sec.  35,  T.  9  8.,  R.  22  E.,  B.  M. 

JyOt  11,  block  U2,  Burley  town  site 

Purchase  of  lateral  1315-1  hi  sec.  11,  T.  9  8.,  R.  23 

E.,B.M. 
Pmchase  of  lateral  115-6  in  sees.  25  and  36,  T.  8  8., 

R.24E.,B.M. 
Damages  to  ixnprovements,  farm  unit  F,  W.  i 

8E.  \  sec.  2,  T.  10  8.,  R.  M  E. 


Consid- 
eratkm. 


76.00 
32.00 
22.80 


6.50 

21.00 

19.90 
105.20 

12.80 

154.00 

113.00 

66.50 

17.50 

54.50 

13.80 

saoo 
laoo 

5.50 
129.66 
45.00 
2a  00 

1.00 

3a  00 

81.00 
14.00 


Date  of  deed. 


Apr.  18,1914 

May  25,1914 

May     9, 1914 

Do. 

Jan.   31,1914 

July     1,1913 

May  22,1914 
Feb.  17,1914 

Do. 
July  16,1913 
Nov.  24, 1913 
Feb.  17,1914 
June  10,1914 
Feb.  17,1914 
Sept.  16,1913 
June  10,1914 

Do. 

June  11,1914 

July     3, 1913 

Feb.    4,1914 

July     1, 1913 

Sept.  26,1913 
Feb.  17,1914 

Do. 

May  22,1914 


MONTANA,  FLATHEAD  PROJECT. 


Bell,  Orson 

Dupois,  Joseph  O.,  heirs  of. . . 

Finley,  Alex. 

Finley,  Antoine 

Finley,  Joseph 

Finley,  Phllomene 

Hanson  (nte  Glover),  Lily  B. 

Incashola,  Joseph 

Matt,ilaxine 


MoUman,  Charles 

Pbmt,  Anthony  August. 


Damages  to  improvements  on  W.  |  stlT.i  sec.  21, 

Tl22N.,R.i0W. 
Damages  to  improroments  on  N.  A  S W.  i  sec.  18, 

Tr22N.,R.f9W. 
Damages  to  improvements  on  N.  i  NE. i  sec.  30, 

Tr20N.,R.  f9W. 
Damages  to  improvements  on  8.  A  NE.  i  sec.  30, 

T.  20  N.,  R.  19  W. 
Damages  to  improvements  on  8.  &  SE.  ^  sec.  30, 

Tr3N.,R.19W. 
Dama<^  to  imrtrovements  on  N.  1 SE.  i  sec.  30, 

T.  20  N.,  R.  19  W. 
Damages  to  imnroA'oments  on  E.  A  NE.  i  sec.  20, 

tT22  N.,  R.  20  W. 
Damages  to  imnrovements  on  E.  |  SE.  i  sec.  8, 

T.20N.,R.20W. 
Damages  to  improvements  on  SW.  i  NW.  i  and 

NWT  *  SW.  i  se-.  17,  and  NE.  i  SE.  i  sec.  18, 

T.24N.,R.i3'" 
^     tloii 

T.20N.,R 


64162** 


Damages  to  improvements  on  E.  ^  SW.  i  sec.  21, 

T720N.,R.i9W. 
Damages  to  improvements  on  NW.  4  NW.  i, 

N.  i  SW^  NW.  i  sec.  21,  T.  20  N.,  R.  19  W. 

Note.— The  above  amounts  were  paid  in  ac- 
cordance with  report  of  board  of  appraisers  Deo. 
2, 1913,  approved  by  the  Secretary  of  the  Interior 
F'eb.  13, 1914. 

Digiti 


1267.90 
474.15 
23.98 
26.62 
*5.72 
26.62 

in.  80 

40.00 
113.67 

102.33 
1L02 
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Purchases  of  rights  and  property — Continued. 
MONTANA,  FLATHEAD  PROJECT— Continued. 


Vendor. 

Description. 

CoDsid- 
eration. 

Date  of  deed. 

Dukes,  Stephen 

Damages  to  improvements  on  SW.  i  NW.  J  and 
Nw!i  SW.  {  sec.  14,  T.  20  N.,  R.  21  W. 

Damages  to  improvements  on  BE.*  NE.  i, 
NETi  8E.  i  sec.  34,  T.  22  N..  R.  21  W. 

Damages  to  Improvements  on  allotment  No.  750, 
lnsoc.l5,T.20N.,R.21W. 

T.19N.,R.Kw. 

50.00 

20.00 

650.00 

59.00 

Dec  16,1913 

Hudson,  A.  H 

Apr.  10,1914 
Oct.    11,1913 
ICar.  25,1914 

Lozeau,  Louie 

Bnydor,  David  S 

MONTANA,  MILK  RIVER  PROJECT. 


Barnes,  Lyman,  and  wife 

Clement,  Preston  S.,  and  wife. 
CryzewskI,  Walter , 


Cone,  Elixaboth 

Cygen,  John 

Foote,  Cleo  A.,  and  wife 

Howorton,  R.  J.,  and  wilb 

Lusk,  William  B.,  and  wife... 
Madison,  John  M.,  and  wife. . 

Motzkau,  Arthur  A.,  and  wife. 

Northwestern  Ranch  Co 

Newport,  Chris  B.,  and  wife. . 

O'Rfley,  Thomas  R.,and  wife. 
O'RlIey,  Thomas  B.,  jr 


Rutter,  John  H.,  and  wife.. 
Smith,  Mary,  and  husband . 


Burvant,  John,  and  wife 

Terhark,  Henry,  and  wife. . 


Valley  Ranch  Co. 


ilev 


Vogei,  Herman,  and  wife. 


Improvements  on  strip  of  land  in  8.  ^  SW.  i  sec. 

24;N.  ^  N  W.  i  sec.  26.  T.  30  N^R.  29  E.,  M.  P.  M. 
Ix)t  1,  sec.  10,  lots  2, 3, 5,  and  NW.  J  NW.  i  sec.  11, 

T.  30  N.,  R.  36  £.,  M.  P.  M.,  163.62  acres. 
Improvements  on  smp  of  land  in  8E.  i  BE. }  sec. 

34,  and  S  W.  J  BW.  f  sec.  36,  T.  28  N.,  R.  40  B., 

m!p.m. 

50  acres  in  sees.  15  and  22  and  right  of  way  over  3.7 

acres  in  sec.  22,  T.  30  N..  R.  30  E^M.  P.  M. 
Improvements  on  strip  of  land  in  NW.  i  BE.  \  sec. 

4,  T.  27  N.,  R.  40  E.,  M.  P.  M. 
Improvements  on  sli-ip  of  land  in  lots  1, 2, 3,  and 

4,  sec.  6,  T.  28  N.,  R.  30  E.,  M.  P.  M. 
13.45  acres  in  sees.  15  and  22,  T.  30  N.,  R.  30  E.. 

M.  P  M 
5.48  acres  in  lots  6  and  13,  sec.  14,  T.  30  N.,  R.  27 

E.,M.P.M. 
Improvements  on  strip  of  land  in  BW.  }  SW.  J 

sec.  23,  S.  h  NW.  i  and  BE.  i  NW.  J  gfic.  26,  T. 

28N.,R.&E.,M.PJC. 
Improvements  on  strip  of  land  in  E.  1 NE.  L  E. 

i  BE.  i  sec.  6,  T.  ^N.,  R.  38  E.j4.P.M. 
23.67  acres  in  sec.  1,  T.  30  N.,  R.  36^^M.P.M.. . 
Improvements  on  strip  of  land  in  Nw.l  NE.  } 

sec.  22,  and  W. }  NW.  1  and  NW.  \  BW.  J  sec* 

23,  T.  28  N.,  R.  30  E.,  M.P.M. 
Improvements  on  strip  of  land  in  sec.  7,  T.  30  N., 

R.29E.,M.P.M. 
Improvements  on  strip  of  land  in  BW.  ^  BE.  } 

and  EJt  8E.J  sec.  3,  and  lot  3,  sec.  18,  T.  30  N., 

R20£MPM 
24.75  acres'in  sees.  2  and  11,  T.  30  N.,  R.  36  E., 

M.P.M. 
Easement  for  flowage  over  lots  9  and  10,  sec.  33, 

lot  2,  sec.  34,  T.  SIN.,  R.  36  £.,  lots  2,  ft,  and  4, 

sec.  4,  T.  30  N.,  R.  36  E.,  M.P.M. 
Easement  for  flowage  over  S.  ^  NW. },  N.  I  SW. 

J  sec.  28,  lots  3, 8, 10, 12,  B.  f  NW.  J  secfe,  T. 

31N.,R.36E.,M.I^.mI 
Improvements  on  strip  of  land  in  NE.  i  SW.  i 

and  lots  5, 6, 8,  and  10,  sec.  30,  T.  30  N.,  R.  38 

£    M   P  M     '  '  '  * 

18.36'acre8 in  sec.  2.  T.  30  N.,  R.  36  E^ M.  P.  M . ! 

Relinquishment  of  lots  1,  10,  and  NE.  i  NE.  i 
sec.  12,  T.  30  N.,  R.  36  E.,  and  lots  1, 2,  and  8, 
sec.  7,  T.  30  N.,  R.  37  E.,  M.  P.  M.,  150.01  acres. 


$270.00 

2,945.16 

51.60 

1,290.00 
150.00 
100.00 
270.00 
82.20 
56.00 

460.00 

046.80 
60.50 

22.00 
55.00 

990.00 
382.00 

106.83 

100.00 


732.00 
6,500.00 


June  7,1913 
May  12,1914 
Mar.  14,1914 

Feb.  9,1914 
Mar.  14,1914 
June  10,1913 
Jan.  26,1914 
Sept.  6,1913 
June    9,1913 

June  19,1913 

July  24,1913 
June  10,1913 

July     7,1913 
Do. 

Oct  7,1913. 
Nov.  35,1912 

Aug.    8,1912 

June    9,1913 


Sept.  30,1913 
S^t.ll,19U 


MONTANA,  SUN  RIVER  PROJE<5t. 


Floweree  Sheep  &  Horse  Co. . , 


Do 

Honningsen  Land  Co. 


Additional  flowage  lands  for  Willow  Creek  Res- 
ervoir j(SW.  i  NE.  J  sec.  30,  T.  21  N.,  R.  6  W., 

For  camn  site:  5.14  acres  in  SW.  i  BE.  \  sec.  4, 

T.  21  N.,  R.  4  W.,  M.  P.  M. 
For  camp  site:  1.49  acres  in  S  W.  }  NW^.  i  sec.  4, 

T.21N.,R.6W.,M.  P.M. 


1600.00 

128.50 
55.00 


Feb.  34,1914 

Do. 
May  27,1914 


MONTANA-NORTH  DAKOTA,  LOWER  YELLOWSTONE  PROJECT. 


EDdns,C.E 

Groskinsky,  Albert 

Hardy,  M.  A 

Kenoyer,  E.  A 

Robinson,  T.  O.  and  L.  A 


Relinquishment,  lot  2,  sec.  18,  T.  24  N.,  R.60  E. 
2.43  acres  In  SW.  *NW.  i  sec.  3,  T.  22  N.,  R.  69  E. . 
Rights  through  SW.  J  sec.  3,  T.  22  N.,  R.  69  E .. . 

3.71  acres  bi  sec.  ^T.  23  N.,R.  59  E 

3.36  acres  in  N.  ^  SE.  i  sec  8,  T.  22  N.,  R.  69  E . . 


S66.75 
80.19 

39L50 
37.10 

164.00 


Oct.   24,1913 

Dec  16,1913 
Jan.    29,1914 


*  Condemnation. 


Digiti 
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Purchases  of  rights  and  pmperty — ^Ck)nttiiaed. 
NEBRASKA-WYOMINa,  NORTH  PLATTE  PROJECT. 


Vendor. 


Description. 


Consld- 
er&tion. 


Date  of  deed. 


Jenkins,  John  A 

Kflgore,  John  B.,  and  wife. . . 


Neeos,  James  D 

Smith,  Ansetano  B.,  Invest- 
ment Co. 
Whalon,  Richard 


DamagB  to  improvements  in  lot  2,  sec.  19,  T.  23 

N.,  R.  53  W. 
Damage  to  improvements  on  right  of  way,  E.  i 

SE.isec.  21  and  N.  i  NE.  i  NETi sec  28,  T.  22 

Flowage rights  in  sees.  6  and  6,  T.  29  N.,  R.  85  W. 
Right  of  wav  for  drainage  ditch  in  S.  i  N  W.  i  sec. 

6.  T.  22  N.,  R.  54  W. 
2.87  acres  hi  lot  5,  sec.  11,  T.  26  N.,R.  85  W 


$135.00 
75.00 


800.00 
LOO 


229.00 


Dec.  10,1913 
May  23,1913 


June   8,1914 
Dec.  30,1913 

No\'.  10,1913 


NEVADA,  TRUCKEE-CAR80N  PROJECT. 


Central  Pacific  Railway  Co. 
and  United  States  Trost  Co. 
of  New  York. 
Do 

Churchill  Creamery  (Inc.) 

Coatney,  Stephen  J.,  and  wife. 

Davis,  James  T.,  and  wife, 
and  Huflacker,  Anthony, 
and  wife. 

Doui^lass  Island  (Inc.) 


Do. 


Ferguson,  J.  F.,  and  wife,  and 
Verplank,  C.  W. 

Feiguson,  J.  B.,  and  wife 


Harmon,  J.  8.,  and  wife,  and 

Austin,  F.  A.,  and  wife. 
Hibbard,  Percy  W 


Hodges,  J.  S.,  and  wife , 

Kemp,  W.  D.,  and  wife. , 

Einkead,  Kary  J 

Lattin,  Geo.  W.,  and  wife 

McKay,  E.L. 


Peters.  Matilda  A.,  and  hus- 
band. 

Post.  Roswell  O.,  and  Post, 
John  R. 


Tayk)r,C.J.... 
Winder,  G.W.. 


N.  1 SW.  i  sec.  19,  T.  20  N.,  R.  23  E.,  M.  D.  B.  and 
M.,  87.19  acres,  for  Truckee  Dam  site. 

N.JN.4SW.i8ec.33,T.19N.,R.28E.,M.D.B. 

and  M.,  400  acres,  for  Lahontan  Dam  site. 
Easement  for  right  of  way  across  NW.  *  sec.  8,  T. 

17  N.,R.  29  E.,  M.  D.  B.  and  M.,  for  H  lateral. 
PartofN.4NE.i8ec.l,T.18N,R.28E.,M.D. 

B.  and  M.,  1.9  acres,  for  Fallon  substation  site. 
Easement  for  right  of  way  across  NE. }  sec.  8.  T. 

17  N.,  R.  29  if!rM.  D.  B.  and  M.,  for  H  lateral. 

Easement  for  right  of  way  across  SE.l  sec.  8,  T. 

17  N.,  R.  29  E.,  M.  D.  B.  and  M.,  for  H  lateral. 
Easement  for  right  of  way  across  S  W.  i  sec.  32,  T. 

18  N..  B.  29  E.  and  W.  J  sec.  5,  T.  17  N.,  B.  29 
E.,  M.  D.  B.  and  M.,  for  H  lateral. 

Easemen  t  for  right  of  way  across  W.  4  8  W.  i  sec. 

29,  T.  18  N.,  11729  E.,  M.  D.  B.  and  M.,  for  H 

lateral. 
Easement  for  right  of  way  across  NW.  i  8E.  \ 

sec.  1,  T.  18  N.,  R.  28  E.,  M.  D.  B.  and  M.,  for 

Bib  lateral. 
Part  of  8E.  }  NE.  4  sec.  14,  T.  19  N .,  R.  30  E. 

M.  D.  B.  and  M.,  for  82  drahi. 
Easement  for  right  of  way  across  NW.  J  NE.  J 

sec.  18,  T.  17  n;r.  29  E.,  M.  D.  B.  and  M.,  for 

H7  and  H7a  laterals. 
Easement  for  right  of  way  across  8.  A  SE.  ^  sec.  8, 

T.  17  N.,  R.  20  E.,  M.  D.  B.  and  M.,  for  H 

lateral. 
Quitclahn  of  right  in  ditch  acn»s  SW.  }  NW.  L 

N.  4  8W.  J,  sec.  27,  T.  19  N.,  R.  30  E.,  M.  D.  B. 

and  M..  for  Winder  lateral. 
Easement  for  right  of  way  across  NE.  i  SW.  1 

sec.  1.  T.  18  N.,  R.  28  E.,  M.  D.  B.  and  M.,  for 

Bib  lateral. 
Easement  for  right  of  way  across  W.  t  NW.  J 

sec.  32,  T.  18  N7R.  20  E.,  M.  D.  B.  and  M.,  for 

Hlateral. 
Easement  for  right  of  way  across  N.  J  8E .  i  sec.  8, 

T.  17  N.,  ^.  29  E.,  M.  D.  B.  and  M.,  for  H 

lateral. 
Easement  for  right  of  way  across  8W.  }  SE.  } 

sec.  1.  T.  18  N.,  R.  28  E.,  M.  D.  B.  and  M.,  for 

Bib  lateral. 
Easement  for  right  of  way  across  NW. J  NW.  J, 

8W.  i  NW.l,  sec.  19,  T.  18  N.,  R.  29  E. 

M.  D.  B.  and  M.,  for  C4a  lateral 


Quitclahn  of  right'in  ditch  across  SW.  J  NW.  J, 
., .        -.  -:)£.,  m.d.b! 

Quitclaim  of  right  hi^ltdi  across  SW.  4  N W.  J, 


N.  *  S W.  i,  sec.  27,  T.  19  N.,  R. ; 
ana  M.,  for  Winder  lateral. 


N.  h  S W.  J,  sec.  27,  T.  19  N.,  R.  30  E., 
and  M.,  for  Winder  lateral. 


1108.99 

50a00 

•     LOO 

7ft.  00 

LOO 

LOO 
LOO 

LOO 

LOO 

LOO 
LOO 

LOO 

LOO 

LOO 

LOO 

LOO 

LOO 

LOO 

LOO 

LOO 


Sept.  21,1912 

Do. 
Mar.  21,1914 
Nov.  3,1913 
Mar.  23,1914 

Mar.  19,1914 
Do. 

Do. 

Mar.  25,1914 

Mar.  20,1914 
May  29,1914 

Mar.  19,1914 

Oct.    14,1913 

May  26,1914 

Mar.  19,1914 

Mar.  24,1914 

Mar.  26,1914 

Apr.  16,1914 

Nov.    8,1913 

Oct.   14,1913 


NORTH  DAKOTA,  NORTH  DAKOTA  PUMPING  PROJECT. 


Bruegger  Mercantile  Co. . 


T.  154.  R.  101  W.,  5th  P.  M.;  also  a  parcel  oi 
Und,  0.06  acre,  in  city  of  Wllliston;  hi  all  2.45 
acres. 


t287.50 


June  30,1913 


Digiti 


I^db^A^ToogTe 
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OREGON,  UMATILLA  PROJECT. 


Vendor. 

Description. 

Consid- 
eration. 

Dat«ordeed. 

Himt,Mrs.  L.  G 

MtixweW  Land  &  Irrigation 
Co. 
Do 

PartE.iNW.iandNE.i8W.i,3ec33,T.5N., 

Part  SW.'i  sec.  21,  T.  6  N.,  R.  28  E.,  W.  If 

Part  NW.  J  sec.  33,  T.  5  N.,  R.  28  E.,  W.  M 

PartNW.tNW.isec.»,T'.5N^R.i8E^W.M. 
Parts,  i  ffW.  J  sec.  17,T.6  N.,  R.28 E.,  W.M... 

18a  00 

laso 

647.40 
1.00 
1.00 

Apr.  30,1914 

May  23,1914 

Da 

Western  Land  &  lirigation  Co. 
Do 

May    5,1914 
Da 

OREGON-CALIFORNIA,  KLAMATH  PROJECT. 


Adams,  J.  Frank 

Adams,  WUIW 

Albright,  William,  ertil. 


Ankeny,  Cordelia  L . 

Cac]Ea,John 

Carlton,  G.H 

Dixon,  James 


Hoyt,H.H 

Klamath  Development  Co. . . 

Lakeside  Co 


Little  Klamath  Water  Ditch 
Co. 


Mason,  W.H. 
Do 


Melhase,  Fred . 
Parrish,  H.  S. . 

Swan,  John  G . 


Tolle,H.F. 
DO. 


Whitlatcb,  W.  W. 
Wilson,  C.T 


Part  N.J  SW.  *.  NW.  i  SE.  J,  sec.  4,  T.  41  8., 
R.  HE.,  W.M. 
™  .  «  .™  .  7,T.41S.,R. 


22:  E.  4  ^ 
10  E.,  W. 


Part  NW.  J  NE.  1, 8.  i  NE.  i, 

11  E    W  i£ 
15.4  acres  in  lot  8,  SW.  i  NE.Jk  W.  i  SE.  i,  sec. 

"  •  W.isec.27:N.jNW.Jsec.34;  NE. 

sec.  33;  6.  i  SE.  i  sec.  28,  T.  39  8.,  R. 

Part  S.'i  NW.'i,  N.  i  SW.  i,  sec.  24,  T.  39  8.,  R. 

Part  lots  2'and  3  and  NW.  i  SE.  i  sec.  7,  T.  41 8., 

R.12EyW.M. 
Part  E.  «  SW.  i  sec.  36,  T.  40  8.,  R.  10  E.,  W.  M. . 
Part  SW.  i  SW.  *,  sec.  24,  SE.  i  SE.  k  sec.  23,  T. 

39S^R.9E.,W.M. 
Part  NW.  J  SE.  J  sec.  4,  T.  41 8.,  R.  11  E^  W.  M. . 
Part8W.iNW.iSW.i,8eal,T.41S.,R.10E., 

W.  M  •  •»  »  I 

Part.  W.  i  NE.  J,  SE.  i  SE.  },  sec.  7,  T.  41  8., 
R.12E.,  W.M. 

Part  payment  for  irrigatkm  ditch  or  canal  hi 
Klamath  County,  Oreg.,  extending  from  a 
point  in  sec.  15,  T.  41  8..  R.  10  E.,  W.  M.,  to  a 
pptait  174  feet  south  of  tne  N  W.  comer  sec.  10, 
T.  41  8.  R.  11  W.,  W.  M.,  commonlv  known 
as  the  Adams  ditch  or  canal,  togetner  with 
water  rights,  ri^ts  of  way,  riparian  ridits, 
etc.  Amount  withheld  under  opinion  of  As- 
sistant Attorney  General,  Sept.  19, 1906.  now 
being  pakl  under  his  opinion,  Mar.  14, 1914. 

Part  SW.  ISW.  \,  sec.  27,  SW.  i  NE.  i,  sec.  22, 
T.39S.,R.0E.,W.  M, 

Part  N W.  i  NW.  J,  sec.  27, 8 W.  ij W.  i,  sec.  22, 
8  W.  *  N  W.  J,  sec.  27,  T.  39  8.,  R.  9  E.,  W.  M. 

Part  8W.JSW.  i  sec.  21,  T.  39  8.,  R.  9  E.,  W.  M. . 

Part  8.  i  SW.  J  NW.  J  sec.  36,  T.  40  8.,  R.  10  E., 

W      M  m  ■»  T  f  / 

PartN.  i SW.  J  NW.  i  sec. 36,  T.  40  8., R.  10  E., 
W.M.-8E.iNWJ,T.40S.,R.10E.LW.M. 

PartNW.tNE.isec.36.T.40S..R.10E..W.M. 

Part  NJ  NE.  i  sec.  36,  T.  40  8.,  R.  10  E.,  W.  M. . 

Part  S W.  i  NW.  i,  NW.  i  SW.  J,  and  lot  4,  sec. 
8,  T.  41  8.,  R.  11  E.,  W.  M. 

Part  lot  2,  sec.  12,  T.  41  8.,  R.  10  E.,  W.  M 


ti.oo 

Mar.  26»1914 

1.00 

Aug.  14.1913 

1,175.00 

Feb.    1,19U 

LOO 

J  Oct.  8,1913 

1.00 

Sept.  5,1913 

1.00 
1.00 

Aug.  25,1913 
Nov.  26,1913 

1.00 
1.00 

Mar.  26.1914 
iAag.18,1913 

1.00 

Oct.     8^1913 

5,ooaoo 

Apr.  14,1906 

72.00 

LOO 

1.00 
1.00 

1.00 

1. 00 
1.00 
LOO 

1.00 


Apr.     6,1914 

Da 

Aug.  2,1913 
Aug.  25,1913 

Do. 

Mar.  17,1914 
Da 

Aug.  19,1913 

Apr.  10,1914 


SOUTH  DAKOTA,  BELLE  FOURCHE  PROJECT. 


Richards,  Ella  A.,  and  hus- 
band. 

Rosander,  Andrew  E.,  exe- 
cutor. 

Steams,  H.  M.,  and  wife 


Part  of  SE.  J  NE.  i  sec.  20,  T.  8  N.,  R.  6  E., 

B.H.  M. 
Lots  7  to  12.  inclusive,  in  block  23  of  the  town  of 

Vale,  8.  Dak.:  area,  1.48  acres. 
Strip  16  feet  wide  by  35.3  feet  lone  across  SW.  i 

NE.  J  sec.  12,  T.  8  N.,  R.  3  E.,  B.  H.  M. 


Feb.  18,1914 
July  17,1913 
Nov.    4,1913 


1  Easement. 


2  Mutual  benefits. 


Digiti 


zed  by  Google 


J»tJRCHASES  OF  BIGHTS  AKD  PROPERTY. 


369 


Purchases  of  rights  and  property — Continued. 

WASHINGTON,  OKANOGAN  PROJECT. 


Vendor. 

Description. 

Consid- 
eration. 

Date  of  deed. 

McDanlel,  Wm.,  and  wife 

Part  of  lot  8,  sec.  6,  and  parts  of  lots  5, 6, 7,  and  8, 
sec.  6,  T.  S5  N.,  R.  25  E.,  W.  M.,  6.13acres. 

1515.00 

Jan.   26,1914 

WASHINGTON,  YAKIMA  PROJECT. 


Andrees,  Clark,  and  wife. , 


Cascade  Lumber  Co 

Dorr.  Chas.  E.,  and  wife. . 


Eastman,  Hiram,  and  wife. . . . 

Flanagan  Mining  Co 

Onavauch,  Fred,  and  wife 

Hastings,  H.  H.  A.,  adminis- 
trator, estate  Geo.  W.  Dun- 
lap. 

Kuydendall,  Martha 


Macy ,  Roy,  and  wife 

Moore,  Josiah  W.,  and  wife... 

Northwestern  Improyement 

Co. 
Probach,  M.,  widower 


Turner,  E.  G.,  and  wife. . 
Washington  Irrigation  Co. , 

Do 

Do 

Do 

Do 

Do 

Do 


Do. 


White,  Anson  S.,  and  wife.. . 


Defining  right  of  way,  Rocky  Ford  lateral  over 
part8E.|SE,KBec.5e?.T.9N..R.23E.,W.M. 

NW-isec.  s,T.^1N„H.hE.,W.M..... 

Right  of  wciv  for  telenhoDo  line  over  part  8E.  ^ 
8E.  J, sec.  25,  T.  10  X.,  R.  211  E.,  W.  M. 

Right  of  wii  V  K<H'k  V  Ffhrd  Lateral  over  part  sec. 
23,T.  9K     r   L"  "  .  \v.  M. 

Improvemihr  t  JL  <  ....u  [^dng  claims  border- 
ing Keechelus  Reservoir. 

100-ioot  strip  for  spillway,  right  of  way,  sec.  8,  T. 
14N.,R.16E.,W.ff.' 

Irregular  strip  in  8. 4  8.*,  8W.  i  NW.  i,  sec  13, 
T.9N.,  R.23E.,W.M. 

Defining  right  of  way  Ryder  lateral  over  NW.  J 

sec.  22.  T.  9  N.,  R.  23  E.,  W.  M. 
25-toot  sMp  over  N.  J  NE.  i  sec.  25,  T.  11 N.,  R. 

20  E.,  W^.  M. 
Defining  right  of  way  Ryder  lateral  over  tracts 

143  and  144,  Grandview  orchard  tracts. 
210-foot  strip  over  E.  J  sec.  3,  T.  20  N.,  R.  13  E., 

W,  M. 
Easement  over  135-foot  strip  across  N  W.  i  SW.  \ 

sec.  13,  T.  9  N.,  R.  22  E.,  W.  M. 
Defining  right  of  way  Rydfer  lateral  over  8W.  i 

NW.TNW.i.sec.21,T.9N.,R.23E.,W.M. 
Defining  right  of  way  Sunnyslde  Main  Canal  over 

NT8Wi8ec.2,T.9N.,R.23E..W.M. 
Defining  right  of  way  Sunny  side  Main  Canal  over 

N.j,8E.|8ec.8,f.lON.,R.22E.,W.M. 
Defining  right  of  way  Sunnyside  Main  Canal  over 

E.  i  NE.l sec.  14, T.  9 N.,  R.  23  E.,  W.  M. 
Defining  right  of  way  Sunnyside  Main  Canal  over 

E.  i  8E.  t  sec.  28,  T.  9  N.,  R.  24  E.,  W.  M. 
Defining  right  of  way  Sunnyside  Main  Canal  over 

E.  *  SE.  1  sec.  24,T.  9  N.,  R.  23  E.,  W.  M. 
Defining  right  of  way  Sunnyside  Main  Canal  over 

NW78E.  i  sec.  24,  T.  9^.,  R.  23  E.,  W.  M. 
Defining  right  of  way  Snipes  Mountain  lateral 

overSEl  SW.  i  8W.  i  sec.  35,  T.  10  N.,  R.  22 

E    W  M  •  •  /  » 

0.66'acre  In'sW.  i  NW.  *  NW.  iNW.  i  SW.  J 
sec.  33,  and  0.21  acrein  SW.  i  KE.  i  NW.  i  sec. 
31,T.11N.,R.21E.,W.M. 

80-foot  strip  over  N.  i  NE.  J  sec.  6,  T.  13  N.,  R.  17 
E.,W.  M. 


S18.00 

3,369.25 
21.00 

15.00 

3,ooaoo 

225.00 
40.80 

35.00 

249.00 

18.00 

91.00 


5a  00 


170.00 
150.00 


.\pr.  29,1913 

May  18,1914 
Feb.     6, 1914 

.\pr.  29,1913 

Mar.  24,1913 

Feb.  27,1914 

Apr.  25,1914 

Apr.  29,1913 
Jan.  30,1914 
July  3,1913 
Apr.  23,1914 
June  2,1914 
Mar.  18,1913 
June  17,1913 

Do. 

Do. 

Do. 

Do. 

Do. 
Sept.   2,1913 

Nov.  22,1911 

Mar.  31,1914 


WYOMING,  SHOSHONE  PROJECT. 


Estate  of  Thomas  8.  Trimmer, 
deceased. 


N.JSE.iandN.JSW.l8ec.l0,T.52N.,R.103W. 


13,000.00 


Apr.  10,1913 


Digiti 
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PRINCIPAL  CrntBENT  COHTBACTS. 

In  the  following  tables  are  shown,  by  projects,  data  relative  to 
the  principal  contracts  in  operation  or  completed  during  the  fiscal 
year  ending  June  30,  1914 : 

Principal  current  contracts. 
ARIZONA,  SALT  RIVER  PROJECT. 


No. 

Date. 

Contractor. 

Description. 

Estimated 
value. 

Estimated 

eaniinf^. 

June  30, 

1914. 

ConmletJdD 

Oct.     7,1913 

Oct.   27,1913 

Apr.     6,1911 
Jan.    30,1913 

Jan.    31,1913 

Feb.    3,1913 

H.M.Lewis 

do 

S.Morgan  Smith.... 

J.  A.  Roebling's 
Sons  Co. 

Chicngo  Steel  Prod- 
ucts Co. 

PlersOD,  Roeding  & 
Co. 

Excavation  and  con- 
crete straotures. 

Installation  of  con- 
crete structure. 

Water  wheds 

$2,026.54 

4,734.83 

18,100.00 
7,206.10 

22,560.00 

10,160.00 

1 12,026.54 

14,784.83 

118,100.00 
17,206.10 

121,650.13 

Dec.     6,1913 

367 

D«5.  17,lflU 
Apr.  19,1913 

May     5,1913 

May     1,19U 

484 

Wire 

485 

486 

Insulator  chains 

CALIFORNIA.  ORLAND  PROJECT. 


518 
546 

561 


Nov.  18,1913 
May  29,1914 

June  12,1914 


Philip  Schuyler. 
M.  Fisher 


W.H.Mason. 


Earthwork.  East  Park 
feedcanai. 

Diversion  dam  and 
structures,  East 
Park  feed  canal. 

Earthwork,  distribu- 
tion system. 


153,130.00 
46,388.20 

19,822.50 


t25,204.40 


1,928.50 


Nov.    1,1914 
Nov.  15,1914 

Dec.     1,1914 


COLORADO,  GRAND  VALLEY  PROJECT. 


500 
516 


June  28,1913 
Nov.    6,1913 


Reynolds  Ely  Con- 
struction Co. 

Hinman  Hydraulic 
ManuCacturing  Co. 


Earthwork,     Canyon  $109,568.00 

division  Main  Canal. 
Regulator    gates    for       6,07D.OO 

dam. 


$110,815.44 
1 6,079.00 


S^L  30,1914 
Dec.  31,1913 


COLORADO,  UNCOMPAHORE  VALLEY  PROJECT. 


483 

Jan.   29,1913 

John  Palmgren  and 

copartners. 
Sadler  Construction 

Geo.D.  ManvUle.... 

Ellsworth- Klanor 
Construction  Co. 

Orman  Construction 

Co. 
do 

West  Canal  extension. 

$11,390.00 

i$lt,222.42 

Aug.     1,1913 

492 

May  10,1913 

Canal  excavation 

72,990.00 

196,379.79 

Mar.     1,1914 

612 
526 

Sept.  24, 1913 
Aug.  30,1913 
Dec.  22,1913 

West  Canal  extension 

lateral  excavation. 
East  Canal  excavation. 

Lower  Selig  extension 

Canal  excavation 

1,552.00 
16,572.00 
7,199.00 

11,288.17 
115,356.44 
16,877.86 

Dec.  31,1913 
Mar.  16,1914 
May     1,1914 

(•) 

May  29,1914 

847.00 

1864.64 

July  31,1914 

IDAHO,  BOIS^  PROJECT. 


466 
508 
514 

530 

548 


Dec.  10,1912 

Aug.  21,1913 

Sept  23,1913 

Feb.  10,1914 
June    5,1914 


Wheeling   Mold    & 

Foundry  Co. 
Standard      Under- 


eround  Cable  Co. 
MJnneai 

Machinery 
Inland  Steel  C/O. 


lapolis  Steel  & 
Machinery  Co. 


Joshua  Hendy  Iron 
Works. 


1  Completed. 


Gates 

Transmission  wire . 
Discharge  pipes 


Steel  bars 

Balanced  valves. 


$26,100.00 

6,079.05 

19,420.42 

6,370.00 
70,528.00 

*  Informal. 


I  $21, 414.77 
16,074.55 

119,872.87 
16,197.76 


Apr.  23,1913 

OcL     3,1913 

July  15,1914 

Apr.     1, 1914 
June  15. 1915 


Digiti 
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PRINCIPAL  CURRENT   CONTRACTS. 
Principal  current  cantracta — Continued. 

IDAHO,  MINIDOKA  PROJECT. 


371 


No. 

Date. 

Contractor. 

DcBcriptkm. 

Estimated 
value. 

Estimated 

earnings, 

June  30. 

1914. 

Completion 
due. 

.■iOn 

Aug.    9,1913 

JHly  23,1913 
Aug.    8,1913 
Mar.    3,1913 

Westinghouae  Elec- 
tric^  Manutec- 
turtngCo. 

Standard    Under- 
ground Cable  Co. 

BrP.  Kierolff,  Jr., 
&Co. 

BUCJTUS  Co 

Substation  equipment 
Copper  wire 

$4,086.00 

14,250.10 

5,310.00 

22,300.00 

t4,086.00 

>  14,260.16 
» 5,310.00 
» 22,275.00 

Nov.    5,1913 

Sept.   5,1913 
Oct.   12,1913 
Aug.  31,1913 

fi07 

Transformers 

Electric  drag-line  ex- 
cavators. 

MONTANA,  FLATHEAD  PROJECT. 


407 
517 
531 

539 

540 
541 


Sept.  19.1911 
Nov.  3,1913 
Feb.  10,1914 

Apr.     74914 

Apr.  22.1914 
Apr.  1ft.  1914 


Nelson  Ridi 

Wilson  Bros.... 
Inland  Steel  Co. 


.V.merican  Spiral 
Pipe  Works. 

Hess  Flume  Co 

Nelson  Rich 


Pablo  dams  and  canals 

Covering  earthwork . . . 

Steel  rPinforoement 
bars. 

Riveted  pipe  and  fit- 
tings. 

Metal  flumes 

Earthwork  and  tunnel 


sue,  093.0) 

33,231.00 

892.50 

4,330.00 

11.307.50 
13,950.00 


$161,308.36 

18.070.16 

856.38 

4,330.00 

4.758.00 
8,4(i7.50 


Nov. 
Apr. 
Apr. 


1,1912 

30. 1915 

1,1914 


May     1.1914 

!Aug.    1,1914 
July     8, 1914 


MONTANA,  HUNTLEY  PROJECT. 


495 


June  11,1913 


E.  Llndstrom. 


Construction    of    tile 
droins. 


$38,521.50  1  $39,146. 85 


Apr.  30,1914 


MONTANA,  MILK  RIVER  PROJECT. 


464 

476 
478 
479 
480 

509 

515 
534 


Nov. 

6,1912 

do 

Dec. 

21,1912 

do 

Jan. 

10,1913 

Jan. 

17,1913 

May 

3,1913 

Aug. 

30,1913 

Oct. 

10,1913 

Dec. 

15,1913 

Dec. 

20,1913 

Winston  Bros.  Co 
Chas.  Wilhite  &  Co. 

Tebbs  A  Taggart 

J.E.  Hilton. 

Chas.  Wilhite  A  Co. . 

J.E.  Hilton. 

Buchanan  &  Co 

Heuser&Sim 


Chas.  Wilhite  4c  Co.. 


Threet  Bros.  &  Jol- 
ley. 


Tebbs, 
gensA 


Jur- 


Ipe. 
1  Completed. 


Earthwork,  schedule    $77,600.00 

4,    Dodaon    South 

CanaL 
Earthwork,  schedules     163,330.00 

1     to    3,     Dodson 

fkiuth  Canal. 
Earthwork,  schedule      17,650.00 

1.  Dodson    North 
Cfanal. 

Earthwork,  schedule  j    24,300.00 

3.    Dodson    North 

Cfanal.  i 

Earthwork,  schedule      51,700.00 

2,  Vandalia  South  ! 
Oanal.  < 

Earthwork,  schedules  I  118,150.00 

1  and  3,  Vandalia  ' 

South  Canal.  I 

Earthwork,  schedule  '    42,450.00 

2,    Dodson    North 

Canal. 
Earthwork  and  struc-      66,444.60 

tures,  schedules  1, 2, 

and  3.  Dodson  North 

Canal. 
Earthwork,  schedules      15, 140. 00 

1  to  6.  Dodson  South 

Canal. 
Earthwork  and  struc-      42, 120. 95 

tures,   schedule    4, 

Vandalia    South 


Canal. 
Earthwork,  schedules 
1    to    3,    Vandalia 
South  CaaaL 


74,093.80 
s  Estimated. 


$84,928.00 
» 177, 180. 96 
1 17,202.91 
122,376.66 
157,393.76 
'117,990.18 
^1,203.95 
60,45L59 

114,900.90 
8,619.66 

33,339.93 


June  30,1914 
Apr.  1,1914 
May  81,1914 

Do. 

Do 

Do. 

Do. 
Oct.     1,1914 

Nov.  30, 1913 
Nov.  30,1914 

Nov.  30, 1914 


Digiti 
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372    thirteeni;h  annual  report  op  reclamation  service. 


Principal  current  contracts — Continued. 

MONTANA,  MILK  RIVER  PROJECT^Contlntied. 


No. 

Date. 

Contractor. 

Description. 

Estimated 
value. 

Estimated 

earnings, 

June  30, 

1914. 

Conwleiion 

510 
MS 

.\pr.    22,1914 

May     1, 1914 
June    8,1914 

June  27.1014 

Hess  Flume  Co 

J.B.  KendaUCo.... 
James  O'Connor 

Threet  Bros.  A  JoU 

Flumes,  schedules  4, 

5,  and  6. 
Reinforcement 

18,161.02 

8,16L02 

May   25,1914 

Nov.    1,1914 
Dec.   15,1914 

Nov.  30,1914 
Dec.  31,1914 

MO 

ETthwork,  Vandalla 
diversion 

Vandalla  South  Ca- 
nal, second  unit, 
schedule. 

Vandalia  Point 

25,2aa00 
13,850.75 

42,641.10 

551 

1               '              ley. 
553     June  23.  1914     W.J.  HovCo. 

' 

MONTANA,  MILK  RIVER  PROJECT— ST.  MARY  STORAGE  UNIT. 


458 


504 
510 


540 
M4 


647 
558 


Aug.    7,1912 

July   12,1913 
Aug.    5,1913 

Jan.    19,1914 

Apr.  22,1914 
May   27,1914 

do 

June  27,1914 


•fhe  Wm.  B.  Pol- 
lock Co. 

Adelbert  Casier 

J.  E.  HUton 


IlUnois  Steel  Bridge 
Co. 

Hess  Flume  Co 

Midwest  Engineer- 
ing Co. 

Condon  &  Williams. 

do 


Steel  pipe , 

E  arthwork,  schedule  4. 
Earthwork  schedules 

lands. 
Highway  steel  bridge. . 


Flume. 
Schedules 


shedules   8,    9,    10, 

12-19.  and  22. 
Schedules  20  and  21 . . . 
Schedules  2a,  5, 7,  and 

11* 


$20,993.55 

104,030.00 
180,080lOO 

1,689.58 

3,721.10 
91,854.83 

67,540.00 
150,489.90 


>  $21, 675. 33 

56,939.59 
67,723.05 

M,  464. 58 

None. 
1,116.42 

7,648.72 
None. 


Feb.  12,1913 

Sept.  30, 1915 
Do. 

Mar.     2,1914 

May  25,1914 
(*) 

Oct.    31,1915 
0) 


MONTANA,  SUN  RIVER  PROJECT. 


511 


532 


Sept.  17,1913 


Jan.  24,1914 

Nov.  13, 1913 
Feb.  19,1913 

Nov.  22, 1913 


MacArthur  Bros. 
Co. 


Hayden  Bros.  Co ... . 

R.P.&C.B.Murrm, 
Great  Falls  Power 

Co. 
Mayer  &  Huflaker... 


Schedules  1-6,  Pish- 
kun  reservoir  supply 
and  Sun  River  slope 
canals. 

(Structures,  Pishkun 
reservoir  supply  and 
Sun  River  slope  ca- 
nals. 

Freighting 

Furnishing   electrical 

Manufacturing  lum- 
ber. 


$858,615.00 


242,975.50 
248,355.00 

10,000.00 
60,000.00 

4,  on.  64 


$292,511.31 


I  28,729.33 

5,846.28 
3,852.88 

»4,67L64 


Aug.     1,1916 


Oct.    30,1913 

Oct.    31,1914 
Feb.  19,1919 


MONTANA-NORTH  DAKOTA,  LOWER  YELLOWSTONE  PROJECT. 


465 
469 


Nov.  18,1912     Henry  Dore.. 
Sept.  28,1912    J.M.Kerr... 


Earthwork,  schedule  2. 
Earthwork,  schedule  1. 


$10,448.00 
12,656.50 


*$11,429.45 
111,587.08 


July  31,1913 
July   11,1913 


NEBRASKA-WYOMING,  NORTH  PLATTE  PROJECT. 


Mar. 

31,1914 

.-<^o 1 

May 

25,1914 

Oct. 

29,1913 

Fred  Larsen 

EarlWildman 

W.C.Broadbent.... 

Cadwell&  Hough... 


Schedules  24  and  26, 
Lowline  Canal. 

Schedule  25,  Lowline 
Canal. 

Schedule  28,  liowline 
Canal;  and  schedules 
1  and  2,  Lowline  lat- 
erals. 

Schedules  10-13,  inclu- 
sive, Lowline  later- 
als. 


$1,087.50 

893.00 

3,832.50 

3,605.50 


$067.50 

578.00 

1,347.00 

2,195.25 


Sept.    1,1914 
Do. 
Do. 

(») 


1  Includes  St.  Mary  storage  unit. 

I  Completed. 

a  Schedules  9  and  10,  Sept.  15, 1914;  schedules  13  and  18,  Oct.  31, 1914;  balance,  Oct.  31, 1915. 

*  Schedules  11,  June  15, 1915;  balance,  Oct.  31, 1915. 

6  May  10, 1914,  schedules  12  and  13  extended  to  July  28, 1914. 


Digiti 
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PRINCIPAL  Current  contracts. 


zn 


Principal  current  contracts — Continued. 
NBBRASKA-WYOMINO,  NORTH  PLATTE  PROJECT— Continued. 


Date. 


Contreotof. 


Desoriptiloii. 


Estimated 
value. 


Estimated 

eaminf^, 

June  30, 

1914. 


Completfion 
due. 


May  24,1912 

May  16,1914 

May  14,1914 

do 

May  16,1914 

Dec.  23,1912 

Dee.  24,1912 

Dee.  27,1912 

Dec.  21,1912 

Dec.  24,1912 

Dec.  21,1912 

Dec.  26,1912 

....do 

Jan.  9,1913 

Dec.  17,1913 

Jan.  24,1914 


Bartlett&KUng.. 
W.C.Broadbent.. 

J.L.Selby 

J.W.Talmac;e 

R.  Deemer 

Lacy  Bros 

Ja8.W.Talmage... 

J.F.McAlistflr.... 

W.C.Broadbent.... 

Peterson  &  Christ- 

ensen. 
A.J.  Parish 

W.  L.  Townsend.... 

Ira  M.Hewitt 

Fred  Lorsen 

Pittsburgh  Valve, 
Foundry  &  Con- 
struction Co. 

East  Jersey  Pipe  Co. 


Dam  No.  3 

Schedule  2,  diversion 

ditch. 
Schedule  1,  diversion 

ditch. 
Schedule  3,  diversion 

ditch. 
Schedule  4,  diversion 

ditch. 
Schedules  13  and  14, 

Lowline  Canal. 
Schedule  12,  LowUne 

Canal. 
Schedule  8,  Lowline 

Canal. 
Schedules  16  and  17, 

Lowline  Canal. 
Schedules  10  and  11, 

Lowline  Canal. 
Schedules  6  and   7, 

Lowlbie  Canal. 
Schedules  2, 3, 4, 9, 15, 

Lowline  Canal. 
Schedule  1,  LowUne 

Canal. 
Schedule  6,  LowUne 

Canal. 
Needle-  regulating 

valves. 

Outlet  pipes 


1348,047.00 
118.75 

370.70 

399.60 

283.50 

8,716.50 

2,959.00 

2,707.50 

6,393.00 

9,929.00 

8,776.50 

33,424.50 

6,752.00 

2,799.00 

4,528.00 

4,288.00 


1238,779.46 
« 119.37 

*370.96 

S380.52 

•  »  297. 78 
'8,666.11 

•  2, 914. 76 
s  2, 530. 21 
•7,880.10 
'9,558.50 

•10,000.84 
•33,373.92 
•6,063.87 
•3,010.22 

•  4,028.00 

•4,238.00 


June  30,1914 

Do. 

Do. 

Do. 
Sept.  15,1913 

Do. 

Do. 

Do. 

Do. 

Do. 

Do. 

Do. 

Do. 
May.  11,1914 

Feb.    9,1914 


NEVADA,  TRUCKEE-CARSON  PROJECT. 


Dec.  17,1912 


Rosedale    Foandrv 
&  Machine  Co. 


Gates  and  valves.. 


829,800.00 


•130,307.36 


June  25,1913 


NEW  MEXICO-TEXAS,  RIO  GRANDE  PROJECT. 


July  19,1912 

Aug.    1,1912 

Aug.    1,1913 

Dec    19,1913 
Jan      7,1914 

Feb.    7,1914 


Traylor  Bnsineering 

&  Manuncturing 

Co. 
Stephens-Adams  o  n 

Manubcturlng  Co. 
TTinrnfm  Hydraulic 

ManuliBcturing  Co 

Coffin  Valve  Co 

Best  Manufacturing 

R.  M.  Eddy  Foun- 
dry Co. 


Crushing  and  pulvei^ 
izing  machinery. 

Conveying  machinery 
for  cement  plant. 

Sluice  and  penstock 
gates 

Service  gates 

Balanced  valves 


Pipes  and  castings . 


fllfl50.00 

6,176.00 

47,093.00 

23,248.00 
24,980.00 

7,942.00 


•$12,340.00 

•7,226.63 
26,611.76 


June  25,1913 

June  23,1913 

Aug   15,1914 

July  28,1914 
Sept.  15,1914 

June  24,1914 


OREGON,  UMATILLA  PROJECT. 


June  26,1914 


Morrison  -  Knudsen 
Co. 


Three  Mile    Falls  di- 
version works. 


131,865.00 


Dec.  31,1914 


OREGON-CALIFORNIA,  KLAMATH  PROJECT. 


Sept.  20,1912 


Maney  Bros.  ScCo.. 


Laterals,schedu]es  1-7. 


867,212.50 


•869,864.01 


Nov.    1,1913 


I  Extended  to  Feb.  1, 1915. 


X  <^ompleted  on  June  30, 1914. 


•  Completed. 
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3Y4     THIRTEENTH  ANNUAL  REPORT  OF  RECLAMATION  SERVICE. 

Principal  current  contracts — Continued. 
SOUTH  DAKOTA,  BELLE  FOURCHE  PROJECT. 


No. 

Date. 

Ck>ntractor. 

Description. 

Estimated 
\ralue. 

Estimated 

eaminf!8, 

June  30, 

1914. 

<k>mpletfcm 

234 
493 

Apr.    8,1909 
June    5,1913 
June    3,1913 
June    2,1913 
May     5,1914 

National  Surety  Co.. 

AbramS.  Perry 

Omer  Merrill 

Gardner  &  Chambers 
Owen  Construction 
Co. 

Dam  and  canal 

Earthwork 

$093,187.34 
10, 46a  00 
11.809.00 
4,60a20 
29,718.40 

i  1752,211.46 

110,065.12 

1 10, 82a  82 

14.339.93 

7,125.11 

July  1,1911 
Nov.  ao,  1913 

494 
496 
542 

do 

Dec.  20.1913 
Nov.  30. 1913 
Nov.  30,1914 

WASHINGTON,  OKANOGAN  PROJECT. 


550 


May  28,1914 
June  22,1914 


Chas.C.  Moored  Co. 
Pelton  Water  Wheel 
Co. 


Centrifugal  pumps. . . 
Hydraulic  apparatus. 


12. 45a  00 
6,241.00 


Aug.  17,1914 
Oct.    10,1914 


WASHINGTON,  YAKIMA  PROJECT. 


Apr.  20.1914     R.  D.  Rovig  . 


Hauling  between 
Naches  City  and 
Clear  Creek  Dam. 


$8,000.00 


$3,012.86 


Nov.     1,1914 


CEMEITT. 

Contracts  for  cevnent, 

[The  tV)le  contains  d&tx  relating  to  the  contracts  for  cement  in  operation  or  completed  during  the  fiscal 

year  ending  June  30, 1914.] 


No. 


370 
371 
393 
429 
431 
432 
434 
435 
437 
439 
446 
453 

463 

468 
487 

488 
489 
490 
491 

534 
535 


537 
545 


554 
555 


Date. 


May  10,1911 
Apr.  29,1911 
May  20,1911 
Jan.  26,1912 
Feb.  49,1912 

do 

Mar.  1,1912 
Feb.  27,1912 
Mar.  14,1912 
Mar.  21,1912 

do 

June    1, 1912 

Nov.  8,1912 
Dec.  6, 1912 
Feb.  24,1913 

Feb.  25,1913 

Feb.  28,1913 

Mar.  3, 1913 

Mar.  12,1913 

Mar.  10,1914 
Mar.  11,1914 

Mar.  7,1914 
Mar.  14,1914 
May  25,1914 

June  29,1914 
June  26, 1914 


Contractor. 


Portland  Cement  Co.  of  Utah 

Three  Forks  Portland  Cement  Co . 

Henry  Cowell  Lime  &  Cement  Co . 

Tola  Portland  Cement  Co 

Colorado  Portland  Cement  Co 

lola  Portland  Cement  Co 

Riverside  Portland  Cement  Co. . . 

Pacific  Portland  Cement  Co 

Lehigh  Portland  Cement  Co 

Ogden  Portland  Cement  Co 

Three  Forks  Portland  Cement  Co. 

Ash  Grove  Lime  &  Portland  Ce- 
ment Co. 

Ogden  Portland  Cement  Co 

Union  Portland  Cement  Co 

Southwestern  Portland  Cement 
Co. 

Colorado  Portland  Cement  Co 

Three  Forks  Portland  Cement  Co. 

Union  Portland  Cement  Co 

Standard  Portland  Cement  Cor- 
poration. 

Lehigh  Portland  Cement  Co 

United  States  Portland  Cement 
Co. 

Inland  Portland  Cement  Co 

Dewey  Portland  Cement  Co 

Southwestern  Portland  Cement 
Co. 

Colorado  Portland  Cement  Co 

Ogden  Portland  Cement  Co 


Esti- 
mated 
value. 


Estimated 

earnings, 

June  30, 

1914. 


$18.0001$; 

9,440  1 
53,320  1 1 
12,000  1 1 
12,350  1 ) 
17,600  1  I 
16,500 
35,640  12 

6,000 
46,200     J 

6,000    I 

7,000    1 


.99 
1.15 

.99 
1.40 

1.00 
.96 

.98 
.82 
L40 

1.00 
1.33 


130,000  128,700 
130,000  127,400 
50,000     70,000 


51.20 
13.80 

Baao 

;.77.00 
141. 14 
'38.60 
8L25 
43.90 
90.40 
40.00 
23.90 
77. 10 


89,913.78 

94,842.44 

184,076.30 


31, 

50,000!  57,500 

20,000  19,800 

30,000  42,000 


30,600  136,309.34 
17, 014. 90 
21,016.92 
8,547.40 


13,000^     13,000 
12,000     11,520 

10,000^  9,800 
16,000^  13,120 
120,335   168,469 


45,000' 
5,500, 


8,560.30 
46a  80 

2,642.06 
328.00 


45,000     37,500.00 
7,315 


Completion 
due. 


Mar.  31,1912 

Do. 

Do. 
May     1,1912 
Mar.  31,1913 

Do. 
May  1, 1915 
Apr.  30,1913 
Mar.  31,1913 
July  1,1914 
July  31,1913 
Mar.  31,1913 

Dec.  31,1915 

Do. 
May     1,1914 

Do. 
May     1, 1915 
May     1,1914 
May     1, 1915 

Do. 
Do. 

Do. 
Do. 
Do. 

Do. 
Do. 


1  C'ompleted. 


Digiti 
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CEMENT.  375 

Purchasett  of  cement  during  fiscal  year  19 J. i. 

Contract  No.:  Barrels. 

434 1,750 

439 16,060 

463 ^ 76,541 

468 90.117 

487 60,054 

488 35.010 

489 14.  770 

490 21.229 

491 5,415 

534 8.735 

535 480 

536 2.606 

554 37,500 

Total - 370,757 
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§76      THIRTEENTH  ANNUAL  REPOftt  OP  RECLAMATION?  SERVICE. 

Tabulation  of  cement  tests  from  Jan.  /,  WO4,  to  June  30,  191.^. 
(Average  oT  accepted  cement.) 


! 

•  Fineness. 

Setting  time.. 

! 

! 

Tensile 
strioi^h. 

1 

Brand 

1^ 

8  S 

i 

J 

1 

Iday. 

'3  . 

i 

II 

Ash  Qrove 

30,850 

17.000 

480 

15.645 

1.630 

107,543 

218  228 

206.691 

2,69('. 

163.317 

13.785 

32,155 

43.740 

141,466 

150,094 

26,411 

19,711 

20,560 

1,600 

18.421 

95,030 

184,100 

36,498 

28,484 

95.6 
96.2 
96.9 
96.1 
96.6 
93.4 

96.2 
».3 
94.0 
<».8 
M.7 

«.o 

96.8 
96.3 
98.3 

«>. 

96.2 
96.9 
97.5 
94.3 
96.9 
97.0 
96.3 

82.2 
78.2 
80.2 
77.1 
80.3 
77.7 
77.7 
79.8 
T9.9 
78.3 
79.1 
77.3 
78.8 
78.9 
79.0 
84.1 
74.8 
80.9 
83.6 
83.8 
78.1 
81.0 
81.6 
80.4 

77.  TO. 

3  51 

1  4.^ 

4  33 
3    11 
3    50 

2  53 

3  21 
3    46 
3    3G 
3    54 
3    35 
3    18 

3  40 

4  30 
3    32 
3    66 

3  57 

5  06 

4  00 
4    10 
3    39 

3  24 

4  34 
3    53 

H.    TO. 
7    25 

5    02 

7    47 

G    15 

7    20 

5    08 

5    40 

7  15 
5    35 

8  02 

5  58 
7    06 
0    22 

7  54 

6  36 
6    41 

8  22 
8    27 
6    30 

6  26 

7  23 
7    26 

7  36 

8  28 

3.16 
3.17 
3.13 

3..| 

,.u| 

13 

3.12j 
3.13 
3.12 
3.16 
8.17 
3.16 
3.13 
3.16 
3.14 
3.17 
3.15 
3.14 
3.14 
3.06 
3.15 
3.14 
3.15 
3.21 

/Neat.. 
3tol 
Neat.. 
3to  1 

30 

»i 

Atlas  (HannibAl,  Mo.) 

■'36 

""""i 

Concrete 

Cowboy 

/Neat!! 

3toL. 
/Neat. 

3tol.. 

20 
"■30 

294 

Dewey 

/Neat.. 



,0 

422 

El  Torn 

Neat.. 

1  tn  1 

sio 

•i44 

Golden  Oate 

Neat.. 

9  *A   1 

"95 

'zs» 

Ideal 

/Neat.! 

"iio 

"332 

Inland 

aw>  I.. 
/Neat.. 
3tol.. 

'"is 

"STS 

lolo 

/Neat.. 

115 

364 

LehiidL  (Mason  City,  Iowa).. . . 

0  U>  1.. 

Neat.. 
3tol.. 

'26 

■■'38i 

Marquette 

/Neat.. 
3tol.. 

35 

38« 

Mount  Diablo 

Neat.. 
3tol.. 

30 

38G 

Ogden 

JNeat.- 
3tol.. 

45 

326 

Red  Devil  (Devils  Slide.  Utah). 

JNeat.. 
3tol.. 

GO 

382 

Red  Devil  (Trident,  Mont.). .  - 

/Neat.. 
3tol.. 

45 

340 

Red  Diamond  > 

/Neat.. 
3tol.. 

35 

329 

Riverside 

/Neat.. 
3tol.. 

15 

369 

Spokane 

/Neat.. 
3tol.. 

5 

360 

Standard  (Napa  Junction,Cal.) 

/Neat.. 
3tol.. 

25 

245 

/Neat.. 
3tol.: 

70 

363 

Universal  (South  Chicago,  111.). 

fikeat.. 
3tol.. 

70 

343 

Utah  I. 

/Neat.. 
3tol.. 

35 

369 

Yankton 

/Neat.. 
3tol.. 

85 

261 

Total 

1,666,705 

95.7 

79.1 

3    41 

6    59 

3.14 

/Neat.. 
\3tol.. 

1,340 

346 

1  Made  bv  same  companv.    Brand  name  changed  from  Red  Diamond  to  Utah,  June,  1910. 

Note.— m  considering  the  results  of  long-time  tests,  as  shown  above,  it  should  be  borne  in  mind  that 
while  the  results  for  the  different  periods  are  approximately  comparable  they  are  not  directly  comparable, 
as  in  most  cases  there  is  a  dlfferenoe  in  the  number  of  briquets  represented  by  the  results  for  various  periods 
on  the  different  brands,  owing  to  the  fact  that  new  sets  are  being  started  from  time  to  time,  the  results  of 
which  become  available  at  different  periods. 
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Tabulation  of  cement  testa  from  Jan,  i,  JVO4,  to  June  SO,  191.^, 
[Average  of  accepted  cement] 
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ELECTBICAL  ASD  MfiCHAHICAL  ENOnfEERIlf G. 

The  following  is  a  general  report  of  the  progress  of  the  work  under 
the  direction  of  this  oflSce  during  the  year  ending  June  30,  1914: 

Arizona,  Salt  River  project. — Drawings  of  all  details  of  the  Cross- 
cut power  plant  were  completed  and  all  necessary  specifications  pre- 
pared for  the  purchase  of  material  and  for  the  constructicm  of  this 
plant.  The  construction  work  was  inspected  and  supervised,  and  at 
the  end  of  the  fiscal  year  practically  all  of  the  concrete  had  been 
placed  and  the  erection  of  machinery  begun. 

The  construction  of  the  Rooijevelt-Miami  transmission  line  was 
completed  and  the  delivery  of  power  to  the  Inspiration  Co.  begun 
in  March,  1914.  The  reconstruction  of  the  Roosevelt-Mesa  transmis- 
sion line  was  completed  during  the  year. 

Plans  and  specifications  for  the  installation  of  the  sixth  unit  at 
the  Boosevelt  power  house  were  completed  and  specifications  for  the 
machinery  issued. 

Plans  were  made  for  the  reequipment  of  the  McQueen  wells  and 
the  wells  tested  to  determine  the  size  of  pump  to  be  installed. 

A  surge  tank  for  the  Highline  pumpmg  plant  was  designed  and 
installed. 

Repair  parts  for  the  balanced  valves  at  the  Roosevelt  Dam  were 
purchased  and  supervision  given  to  the  repair  work  on  these  valves. 

Miscellaneous  purchases  of  equipment  and  repair  parts  for  various 
features  of  the  project  were  made. 

A  study  was  made  of  the  power  situation  on  this  project  and  re- 
port prepared  on  the  history  and  the  future  prospects  of  the  power 
system. 

Arizona-Calif orrda,  Yuma  project. — ^A  drainage  pumping  plant 
consisting  of  two  25-second-feet  centrifugal  pumps,  gear  driven  by 
automobile-type  gasoline  engines,  was  designed  and  machinery  pur- 
chased. 

Idaho,  Boise  project. — ^A  thorough  study  was  made  of  the  installa- 
tion of  tw^enty  58-inch  balanced  valves  to  control  the  discharge  of 
the  Arrowrock  Dam.  Tests  were  made  of  a  control  device  for  these 
valves,  final  desi^s  and  specifications  were  prepared,  and  the  valves 
purchased.  Semisteel  discharge  pipes  for  the  balanced  valves  were 
also  desired  and  purchased. 

Preliminary  studies  and  estimates  were  made  of  a  hydroelectric 
power  plant  for  the  Arrowrock  Dam  and  transmission  line  for  sup- 
plying power  to  the  Gem  irrigation  district. 

Assistance  was  given  in  the  purchase  and  installation  of  substa- 
tions, transmission  line,  and  electrically  driven  excavating  machinery 
for  the  Pioneer  irrigation  district. 

Assistance  was  given  in  the  matter  of  the  sale  of  surplus  power 
from  the  Boise  power  plant. 

Idaho,  Mirddoka  j>roject. — ^The  purchase,  installation,  and  test  of 
five  increased  capacity  impellers  for  the  South  Side  pumps  were 
completed  with  very  satisfactory  results,  the  new  impellers  increasing 
tlie  capacity  of  the  pumps  from  125  to  166  second-feet,  with  greatly 
improved  efficiency. 

A  scoop  wheel  was  designed,  purchased,  and  installed  for  the  A-4 
raise  on  the  north  side  of  the  river. 
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Apparatus  was  purchased  for  the  Burley  substation  and  this  sub- 
station constructed  and  placed  in  operation  during  the  year.  A 
transmission  line  was  built  from  the  second  lift  to  Burley  and  the 
capacity  of  the  Rupert  substation  considerably  increased. 

Radial  gate-operating  mechanisms  for  the  new  sluice  gates  at  the 
Minidoka  Dam  were  designed  and  purchased. 

Assistance  was  given  in  the  purchase  of  transmission-line  equip- 
ment and  electrical  excavating  machinery  for  use  in  connection  with 
the  drainage  work  on  the  project. 

Kansas^  Garden  City  project, — Assistance  was  given  in  estimating 
the  damage  to  motors  resulting  from  burning  of  storehouse  in  which 
the  apparatus  was  stored. 

Montanxj^  Huntley  project. — Assistance  was  ^iven  in  the  purchase 
of  material  for  repair  of  the  direct  pumping  units. 

Montana^  Milk  River  project. — Specifications  were  prepared  for 
the  purchase  of  riveted  steel  pressure  pipes  for  the  Hall  coulee  and 
St.  Mary  crossing. 

Studies  were  in  progress  during  May  and  June,  1914,  of  a  14-foot 
cylinder  gate  to  control  the  discharge  from  the  Sherburne  Lake 
Beservior. 

Montana^  Sun  River  project. — Miscellaneous  small  purchases  were 
made  of  electrical  construction  equipment  for  canal  and  dam  con- 
struction in  progress. 

Nebraska-Wyoming^  North  Platte  project. — Outlet  pipes  and 
needle  discharge  valves  were  designed  and  purchased  for  the  con- 
trolling works  of  the  Minatare  Reservoir.  A  small  turbine-driven 
pump  was  purchased  for  use  in  connection  with  the  operation  of  the 
balanced  valves  at  the  Pathfinder  Dam. 

Nevada^  Truckee-C arson  project. — Specifications  for  the  lease  of 
the  Lahontan  power  plant,  transmission  line,  and  substation  were  pre- 
pared and  studies  made  for  the  possible  installation  of  a  third  unit 
to  be  installed  in  connection  with  this  lease. 

The  proposition  of  connecting  the  present  penstock  directly  with 
the  reservoir  was  given  consideration. 

A  small  drainage  pumping  unit  was  purchased  and  a  distributing 
circuit  added  to  the  Fallon  substation  to  serve  this  pump  and  near-by 
customers. 

New  MeadcO'TexaSy  Rio  Grande  project,  Elephant  Butte  storage. — 
Correspondence  was  carried  on  with  the  manuiacturers  regarding  re- 
pairs to  the  Elephant  Butte  steam  plant,  and  several  small  purchases 
were  made  and  arrangements  completed  with  the  American  Pump 
Co.  for  rebuilding  certain  pumps  furnished  for  this  work. 

North  Dakota,  North  Dakota  pumping  project. — ^The  rearrange- 
ment of  the  transmission-line  circuits  irom  the  Williston  power  plant 
was  considered  in  connection  with  the  operation  of  the  Buford  pump- 
ing station  and  the  proposed  contract  for  the  sale  of  power  to  the 
town  of  Mondak,  Mont. 

Oregon^  Colwmbia  River  power  project. — The  chief  electrical  engi- 
neer served  as  a  member  of  the  consulting  board  representing  the 
Reclamation  Service  on  the  investigation  of  the  proposed  power 
development. 

JJtak,  Strawberry  Valley  project. — Assistance  was  given  in  prepar- 
ing specifications  lor  the  sale  of  power  to  the  town  of  Springville, 
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and  a  historical  report  of  the  power  plant  was  prepared,  and  a  study 
made  of  the  proper  rate  of  depreciation  for  the  power  system.  Repair 
parts  for  the  hydraulic  turbines  at  the  power  plant  were  purchased 
and  installed,  the  machines  being  thoroughly  overhauled. 

Washington^  Okarwgan  project. — Preliminary  plans  and  specifica- 
tions for  two  power  plants  and  a  pumping  plant  for  irrigating  1,1(50 
acres  of  land  on  Robinson  Flat  were  prepared,  and  machinery  was 
purchased  and  the  preparation  of  working  drawings  begun. 

W<i8hinqton^  Yakima  project^  Sunnyside  unit. — ^Preliminary  plans 
and  specifications  were^prepared  for  a  direct  pumping  plant  for  the 
Snipes  Mountain  irrigation  district,  and  estimates  of  tne  cost  of  vari- 
ous other  small  pumping  plants  for  this  project  were  worked  out. 

Wyomdnff^  Shoshone  project. — ^At  the  end  of  the  fiscal  year  studies 
are  in  progress  of  the  proposed  installation  of  two  58-inch  balanced 
valves  for  controlling  the  outlet  of  the  Shoshone  Reservoir,  and  a 
turbine-driven  lighting  unit  was  purchased  for  this  work. 

General, — Supervision  was  given  to  the  operation  of  the  various 
power  plants  or  the  service,  and  in  this  connection  a  uniform  classi- 
fication of  operation  accounts  and  uniform  report  forms  for  power- 
plant  operation  were  worked  out.  All  plants  were  placed  on  a 
uniform  basis  of  depreciation  charges. 

A  considerable  amount  of  work  was  done  toward  compiling  a 
descriptive  and  historical  report  covering  all  of  the  power  plants 
which  have  been  constructed.  ^ 

A  representative  of  this  oflSce  spent  several  months  visiting  the 
various  factories  in  the  East  in  connection  with  inspection  of  mate- 
rials and  apparatus,  and  as  a  result  of  this  work  tne  inspection  of 
materials  for  the  entire  service  was  placed  under  the  general  direc- 
tion of  an  engineer  located  at  Chicago,  who  acts  under  the  supervi- 
sion of  the  Los  Angeles  office. 
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EvonrEEBnro  data  fob  pbojects  oir  completioit 

RESERVOIRS. 


PlOjSOtB. 


Name. 


Ana. 


Capacity. 


Spfllways. 


Langth. 


Elevation 

above 

stream 

bed. 


Arizona:  Salt  River 

ArizonarCiililbmia:  Yuma 

Galifomia:  Orland 

Colorado:  Unoompatagre  Valley 

Idaho:  Boise 

Do 

Minidoka. 

Do 

Montana:  Blackitot 

Do 

Do 

Flathead 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

Fort  Peck 

Do 

Do 

Do 

Do 

Huntley 

Milk  River 

Do 

Do 

Sun  River 

Do 

Do 

Do 

Do 

Nebraska-Wyoming:  North  Platte. 

Do 


Do. 


Nevada:  Trucke»Canoo 

Do 

Do 

New  Mexico:  Carlsbad 

Do 

Hondo 

New  Mexico-Texas:  Rio  Grande. 

Oklahoma:  Lawton 

Oregon:  Umatilla 

Oregon-California:  Klamath 

Do 

South  Dakota:  Belle  Fourche 

Utah:  Strawberry  Valley 

Washington:  Okanogan 


Yakima 

Do 

Do 

Do 

Do 

Do 

Wyoming:  Shoshone. 


Roosevelt 

Lagona  diversion 

East  Park 

Taylor  Park 

Deer  Flat 

Arrowrock 

LakeWaloott 

Jackson  Lake 

Two  Medicnie  Lake. . . 

SpringLake 

Four  Horns 

Big  Draw 

Dog  Lake 

Dry  Fork 

Flathead  Lake 

Hubbart 

KickinghoTBe. 

LitUe  B  itter  Root  Lake 

Lower  Crow  Creek 

MeConnell 

McDonald  Lake 

Mission 

Nlnepipe. 

Pablo 

Poison 

St.  Marys  Lake 

Twin 

Little  Porcupine 

Big  Porcupine 

Poplar  River 

Wolf  Creek 

Smoke  Creek 

HighUne 

St.'Vary  Lakes 

Sherburne  Lakes 

Nelson  Reservoir 

Willow  Creek 

Sun  River  Storage 

Pishkun 

Muddy  Creek 

Benton  Lake 

Pathfinder 

Reservoir  No.  1,  Lake 
Alice. 

LakeMfaiitan 

LakeTahoe 

Alkali  Flat 

Lahontan 

Avalon 

McMillan. 

Hondo 

Elephant  Butte 

Lake  Lawtonka 

Cold  Springs 

Upper  Klamath  Lake. 

Clear  Lake 

Belle  Fourche 

Strawberry  Valley 

Salmon  Lake 

Conconully 

Bumping  Lake. 

Lake  Clealum 

Lake  Kachess 

McAllister  Meadow.... 

Lake  Keechelus 

Clear  Creek 

Shoshone 

Ralston 


Total. 


I 


ACTt*. 

16,832 

6,400 

1,850 

2,260 

0,835 

2,780 

11,350 

25,530 

854 

1,400 

1,867 

001 

160 

250 

107,000 

480 

675 

3,000 

300 

100 

220 

300 

1,630 

2,100 

70 

300 

70 

390 

750 

2,600 

350 

300 

53 

6,910 

2,000 

6,021 

2,696 

3,540 

1,542 

1,828 

9,300 

22,700 

900 

2,240 

125,000 

8,500 

11,000 

970 

6,250 

1,910 

40,060 

1,080 

1,500 

60,000 

25,000 

M,010 

8,200 

200 

460 

1,350 

4,680 

4,800 

1,800 

2,550 

150  I 

6,600  ' 

200  I 


Aere-feet. 
1,367,300 


51,000 

106,000 

177,640 

230,000 

> 150, 000 

780,000 

16,000 

29,000 

60,640 

9,330 

3,200 

1.918 

1,800,000 

20,000 

6,800 

6,000 

9,485 

2,000 

10,600 

8,300 

15,100 

29,600 

1,700 

25,000 

937 

3,900 

9,400 

31,000 

4,550 

5,300 

853 

124,000 

75,000 

132,670 

86,000 

269,000 

45,700 

33,000 

144,000 

1,070,000 

11,400 

67,025 

760,000 

88,000 

290,000 

7,000 

70,000 

40,000 

2,627,700 

14,000 

50,000 

264,000 

462,000 

203,770 

278,000 

2,600 

13.000 

34,000 

490,000 

210,000 

183,000 

152,000 

3,000 

470,000 

2,100 


Feet. 
400 


Ftet, 
^225 


415 

125 
None. 

400 
2,  .385 

160 
66 
60 
60 

100 


150* 


256: 
42 

41 

67 
25 


100 

1,000 

50 

25 
180' 

log 

23- 

20 
100 

3 
82 

40 

200 
100 

None. 

None. 

61 
74 
•30 
«36 
80 

50 

52 
25 

' 

None. 

500  15 

200  70 

None.         None. 
200  100 

580  321 

Under  control. 
400  I  80 

Under  control. 
660  184 

100  Ig 


100 
85 


180 
235 
660 
250 
225 
300 
200 
300 
None. 


582,474  I  13,743,518 


55 

6 


500 

112 

1,000 

21 

2,700 

23  to  2ft 

None. 

300 

193 

257 

60 

330 

90 

357 

24 

314 

100 

60 

60 

None. 

55> 

36 
116 

53 
186 

60 

35^ 
233 


1  See  notes  under  storage  dams. 

>  53,500  acre-feet  available. 

•  Drainage  limited;  elevation  that  of  water  surface. 
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STORAGE  DAMS. 


Projects. 


Nameu 


Typ^ 


Uaxi- 

mum 
height. 


Crest 
length. 


VoLnm*. 


Arizona:  Salt  River  . 

CaUfomia:  Orland... 
Colorado: 

Unoompahgre 
Valloy. 
Idaho: 

Boise 

Do 

Do 

Do 

Minidoka 

Do 


Blackfeet. 

Do.... 

Do..., 
Flathead.. 

Do..., 

Do.... 

Do. . . . 

Do.... 

Do.... 

Do... 


Do 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

Fort  Peck 

Do , 

Do 

Do 

Do 

Hmitley 

Milk  River 

Do 

Do 

Sun  River 

Do 

Do 

Do 

Do 

Nebraska-Wyoming : 
North  Platte..., 

Do 

Do 

Do 

Do 

Nevada: 

Truckee-Carson. 

Do 

Do 

New  Mexico: 

Carlsbad 


Do 

Hondo 

New  Mexico-Texas: 
Rio  Grande 


Roosevelt  1... 
East  Park  1.. 
Taylor  Park. 


Upper  Deer  Flat  i.. 
Lower  Deer  Flat  1.. 
Deer  Flat  Forest  I.. 

Arrowrock* 

Minidoka^ 

Jackson  Lake' 


TwoMedicinei 

SprincLake 

Four  Horns 

Big  Draw , 

Dog  Lake 

Dry  Fork 

NeweU 

Hubbart , 

Kickinghorse , 

Little     Bitter     Root 
Lake. 

Lower  Crow  Creek 

McConnell 

McDonald  Lake 

Misston 

Ninepipe 

Pablo*!. 

Poison 

St.  Marys  Lake 

Twin 

Little  Porcupine  i 

BigPorcupme 

Poplar  River 

W^f  Creek 

Smoke  Creek 

Highline 

St.  Mary  Lakes 

Sherburne  Lakes 

Nelson  Reservoir 

Willow  Creek* 

Sun  River  storage 

Plshkun 

Muddy  Creek , 

Benton  Lake 


Pathfinder  1 

Pathfinder  Dike  1. 

Dam  No.  1» 

Dam  No.  1*1 

Minitare" 


LakeTahoei 
Alkali  FUt.. 
Lahontan*... 

Avaloni...., 


McMillan  1. 
Hondo  1.... 


Do. 


Elephant  Butte  > 

Elephant  Butte  Dike 


Rubble  masonry  arch,  grav- 
Concrete  arch,  gravity 


Undetennined. 


Earth  fill 

do 

do 

Rubble,  concrete  arch 

Rockflll,  concrete  core 

Massive  concrete  gate  sectkm 
and  earth  filL    (See  note.) 


Earth,  embankment. . 

do 

do 

Earth 

Loose  rock  and  earth. , 

Earth 

Concrete 

Loose  rock  and  earth.. 

Earth 

.....do 


.do. 
.do. 


Loose  rook  and  earth 

.!?7jS) 

Earth , 

.....do 

.....do 

Loose  rock  and  earth 

Earth 

Earth  and  brush  mattress. . 

Earth  flU 

do 

....do 

....do 

.....do 

Earth  embankment 

.....do , 

....do 

Earth  fill. 


Feet. 
280 


139 
200 


70 
40 
16 
850 
86 
67 


86 
60 
«2 
35 

35 
S3 
170 
118 
31 
10 

02 

45 
67 
80 
38 
46 
85 
58 
30 


FeeL 
1,125 

2S0 

(0 


4,000 
7,200 

960 
1,075 

937 
6,000 


900 
1,600 
2,225 
3,600 
2,250 
1,860 

850 

450 
3,700 

300 

800 
1,130 
1,500 
2,500 
2,180 
14,000 
1,100 
2,200 
1,600 


Masonry... 
Earth  fill... 


.do. 
.do. 


Broken  range  masonry  arch. 

Earth  flU 

do 

.....do 

do 


Concrete  sluiceway  regulator. 

Not  designed 

Earth  and  gravel  fill 


53 
30 
80 
38 
110 
329 
48 
90 
40 

218 
40 
30 
23 
65 

14 


1,330 
3,000 

860 

20,730 

1,045 

989 
8,600 

800 

240 


1,650 
3,100 
2,660 
3,600 

100 


OttMc] 


Earth  and  rock  fill,  concrete 
core. 

Earth  and  rock  fill 

6-earth  embankments 


Rubble   concrete,    gravity 

structure,  straight. 
Earth  flU 


129 
60 


200 
42 


1,700 

1,380 

1,606 
16,200 

1,300 

1,876 


12,200 


1,170,200 

1,130,800 

22,600 

630,000 

242,600 

330,000 


28,600 

75,000 

149,000 

137,000 

67,000 

130,000 

100. 000 

302,000 

181,000 

4,000 


214,000 

346,000 

102,000 

1,028,000 

170,000 

140,000 

46,000 

43,400 

227,000 

830,000 

85,300 

75,600 

151,350 

135,000 

215,000 

1,016,000 

452,000 

296,600 

444,000 

440,000 

12,000 

60,210 
183,000 
340,000 
119,000 
670,000 

425 


770,000 

179,491 

153,318 
637,880 

500,000 


1  Completed. 
X  Not  designed. 


*  Under  construction. 

4  Completed  to  height  of  70  feet. 
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Proj6Ct8. 

Name. 

Type. 

Maxi- 
mum 
height. 

Crest 
length. 

Volume. 

01iftho*Ti#'  T^vton 

ICedicfaie  Bluff 

0^14  ^Sprlng!^  1 

Rubble  maaonry 

55 

96 
83 

115 

72 

357 

790 

6,200 

488 

0,800 

Oragon:  UmatillA... 
Oreian  -  CaUfornia  : 

damath. 
South  Dakota:  Belto 

Earth  1111 .'. 

780,500 
66,600 

1,600,000 

106,415 

Clear  £akeX 

Rock  fill 

Belle  Fourofae^ 

Earth  fill 

FourdiB. 
Utah:  Strawberry 

Valley. 
Washington: 

Okanogan 

Do 

Earth  611,  refaUoroed  coo- 
ereteoore. 

Concrete  headworks 

SatanonLakei 

OonconnUy  *.........  ^ 

Hydraulic  earth  ail 

04 
45 

125 
63 

200 
70 
85 

328 
50 

1,000 
3  425 
1,150 
1,400 

060 
6,500 

161 

200 
150 

336,000 
233,852 
617,000 
182,150 
1,200,000 
522,000 
2,500 

75,576 
24,740 

YakUnft...  ,. 

Bumping  Lake  ^ 

Lake^Sdum 

Earthflll 

Do 

do 

Do 

Lake  Kaohess  1 

M<^Ani«tw 

Earth  and  gravel  flU 

Meadow  earth  and  rock  fllL.. 

Earth  and  gravel  ail 

Single  arch,  oonorete 

Earthflll 

Do 

Do 

LakeKeechelnst 

Clear  Creek* 

Do 

^'SSli* 

Shoehonet 

Do 

Ralston  1 

Total 

21,014,522 

■  Completed. 


s  Under  construction. 


8dU  £iotr.— Five  leet  addltfonal  added  to  height  of  spDlway  sfaioe  June  80, 1918. 
Bolae  m^.— Arrowrock  Dam  under  oonstructbn.  7une  30, 1914. 63  per  cent  completed. 
JfiitMofea.— Jftofeson  Lake  Dam  is  being  raised  17  feet  to  provide  additfenal  storage  of  about  400,000  acre- 
iBet;  twenty  6|  x  8  foot  C.  I.  sluice  gates,  and  twenty  6^  x  8  foot  radial  sates. 
lita/AMii.— Ninepipe,  complete  for  5,000  aore-feet.    Pablo,  complete  for  5,000  acre-feet  when  paved,  and 

Am  ieioar.^WlUow  cieek  Dan. ^ 

yards. ,  Ma;  be  built  to  height  of  110  feet  with 


Am  ieioar.^WlUow  Creek  Dam  completed  at  present  to  hdght  of  70  feet  with  volume  of  210,965  cubio 
rds.   May  be  buUt  to  height  of  110  feet  with  volume  of  452,000  cubic  yards  at  some  future  time. 
TruAee-  Cbrson.— Labmtan  Dam  under  constructton,  80  per  cent  complete  on  June  30, 1014. 


Bio  drmde.— Elephant  Butte  Dam  63.4  per  cent  completed  June  30, 1014. 
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DIVERSION  DAMS. 


Projects. 

Name. 

Type. 

Maxi- 
height 

r 

^tSlMvahnne. 

1 

Arliona: 

SaltRiver 

Granite  Reefi 

Power  Canal  > 

Rubble  concrete  weir 

do 

Fea. 
38 
12} 
10 
40 

20 

8 

39 
24 

Fed.      8q.  pit 
1,000  !         407000 

Do 

400 
600 

4,780 

900 
360 

158 

546 

237 

4,800 

Do 

Joint  Head  1 

Concrete  weir 

1,:40 

ArisomkCalifornU:  Yuma 

T,4lglina  > . 

Indian  weir,  concrete  and 
rock  fill. 

Concrete  on  sheet  niUng 

Concrete  weir,  with  remov- 
able timber  crest 
Concrete  arch 

441,732 

CaUfbmia: 

Orland 

Miller  Buttest 

North  Side» 

&50 

Do 

270 

Do 

East  Park   Feed 
canal.* 

Diversion  < 

1,000 

Colorado: 

Grand  Valley 

Masonry  ogee  weir  with  roll- 
er crest  fo  to  15  feet  high. 
Crib  and  rock  mi 

16,800 

Gunni!K>n  ^ 

U  Doompahgre  Valley . 
Do 

6  pile  and  timber  weirs 

3,200 

Unoompahgre  * 

Boise  River* 

Minidoka  ^. 

Rubble  concrete  weir 

Combined    diversion    and 
storage  dam.  (See  Storage.) 

Bnwh  v\*\  rock . 

45 

246 

Idaho: 

Boiae 

21,750 

Minidoka..  . 

4 
14 

165 
54 

Montana:  Blackfeet 

Two  Medicine 

BlacktaU« 

Badger,  Birch,  and 

Cut  Bank. 
Jocko  River 

175 

Do 

Concrete 

390 

Do 

Badger,    Birch,    and    Cut 

Bank  dams  not  designed. 

Not  designed 

Flathead 

Do 

Little  Bitter  Root 

r  ■ . . 

Mii'i  I  rt'f^K  ' 

Crow  (Ve€*k  ^ 

do 

Do 

Concrete 

12 
13 

7 
3 

18 
82 

no 

80 

116 

Do 

.  ..do 

330 

Do 

Post  Creek  J          

Log  crib,  rock  filled 

1,500 

Do 

Mission  rrwk.. 

PostCreek-PfcUk).... 
Dry  Crt^k 

Log  apron 

Do 

Log  crib,  rock  filled 

Do 

Not  designed..  . 

Do 

Fi]]lcv  Creek       

do 

Do 

Ac<'[K"v  Crvok 

..  ..do 

Do 

BU'  krnff^rrwki.... 
Vhiir..  r  i  >■  <  ■.   ind 

others. 
Little  Porcupine.... 
Poplar  River 

Concrete 

5 

6 

25 

Do 

Not  designed 

Fort  Peck 

Concrete  weir  on  timber  crib. 
do 

4 

4 

6 

13 

20 

25 

34 

132 

12 

12 

29 

22 

21 

150 
300 
150 
2,800 
250 
319 
320 
220 
100 
700 

300 

171 
240 

Do 

Do 

Big  Porcupine 

Swift  Current 

Chinook 

do 

Earth  and  timber  crib 

Timber  crib,  rock  filled 

do 

Milk  River 

Do 

3,400 

Do 

Dodson  » 

12,000 

Do 

Vandalia* 

11,000 
6,200 

Sun  River 

Sun  River* 

Concrete  masonry 

Do 

Deep  Creek 

Lower  Yellowstone ». 

Whalan  » 

Reinforced-concrete  weir .... 
Rock-filled,  thnber  weir 

Concrete  weir 

500 

Montana-North  DakoU: 

Lower  Yellowstone. 
Nebraska-  Wyoming: 

14,500 
80,740 

North  PUtte. 
Nevada: 

Truckee-Carson 

Do 

Truckee  River » 

Carson  River » 

16  Concrete  sluiceways 

23  Concrete  sluiceways 

Others  not  designed 

3,322 
2,707 

Do 

New  Mexico: 

Carlsbad 

Avalon* 

Combined  storage  and  diver- 
sion dam.    (See  Storage.) 
Earth  fill T!.... 

Hondo 

Hondo  River* 

Leasburg » 

20 
9 

4.7 
15 

40 
23 
16 

18 

100 
600 

320 
350 

400 
935 
290 

400 

70 

50 
500 
110 
400 

3,700 

New  Mexico-Texas:  Rio 

Rubble  concrete  weir 

Rubble  masonry  weir 

Concrete  weir 

Grande. 

Mexican  4 

Oklahoma:  Lawton 

Medichie  Bluff 

Echo* 

400 

Oregon: 

Concrete  weir 

296 

Do 

Three-Mile  Falls  *. . . 
Lost  River* 

Concrete,  multiple  arch 

HoUow  reinforced  concrete . . 

Concrete  weir 

2,600 

Oregon-California:    Kla- 

5,550 

math. 
South     Dakota:     BeUe 

Diversion  * 

12.149 

Fourche. 
Utah:  Strawberry  V^aUey 
Washington: 

Okanogan 

Spanish  Fork* 

Salmon  Creek  * 

Sunn3rside  *. 

Reinforced-concrete  weir 

Concrete  weir 

1.261 
132 

Yakima 

Concrete  ogee  weir . .   . 

2,291 

Do 

Tieton* 

Concrete  and  rock-fill  crib. . 
Reinforced-concrete  weir 

334 

Wyoming:  Shoshone.... 

Corbett* 

4,951 

Total 

702,  OU 

>  Completed. 

a  Completed,  present  development. 


«  Under  construction. 

*  Completed  by  Mexk^an  authorities  and  used  Jomtly. 
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Projects. 


Principal  canal. 


Mileage,  with  capacity  in  second-feet. 


Name. 


Total. 


Ariraia:  Salt  River.... 

Do 

Do 

Do 

ArlEona^al.:  Yuma... 
CalUbrnJa:  Orland 

Do 

Do 

Colorado:  Grand  Valley 
Uncompahgre 

Do , 

Do I 

Idaho:  Boise i 

Minidoka 

Do 

Kansas:  Garden  City.. 

Montana:  Blackfeet.. 

Flathead 

Do 

Do 

Do 

Do 

Do 

Fort  Peck 

Do 

Do 

Do 

Himt]«y« 

MilkRhrer 

Do 

Do 

Do 

Do 

Do 

Do 

Son  River 

Do 


Power* 

Arixonai 

South* 

Matai  Consolidated. 

Main» 

East  Park  Feed  «... 

South  Side  » 

North  Side» 


South* 

Montrose  &  Delta 

Loutsenhixer 

Main* 

North  Side* 

South  Side* 

Main* 

do 

St.  Marv  Feeder 

Pablo  Feeder 

Kickinghorse  Feeder  * . 

Nlnepipe  Feeder 

Pablo  Lateral  A 

CamasA 

Diversion 

B  and  C  canals 

Big  Porcupine 

Missouri  Gravity 

Main 

St.  Mary 

Dodson  South 

Dodson  North 

Vandalia  South 

Nelson  North 

Nelson  South 

Chinook 

Fort  Shaw 

Pishkun      Reservoir 


Do. 
Do. 


Montan»-North  Dakota: 
Lower  Yellowstone.      , 
Neb.-Wyo.:    North 

Platte. 
Nevada:  Truckee-Carson 
New  Mexico:  Carlsbad.. i 

Hondo 

New  Mexico-Texas: 

Rk>  Grande 

Do 

North  Dakota:    North 
Dakota  Pumping. 

Do 

Oklahoma:  Lawton 

Oregon:  Umatilla 

Oreg.-Gal. :  iOamath '.'.'.. 

Do 

South  Dakota:     BeUe 

Fourche. 
Utah:  Strawberry  Val- 
ley. 
Washington:  Okanogan. 

YiAlma ......| 

Do 

Wyoming:  Shoshone. 


Sun  River  Slope 

Other  units I 

Main* : 

Interstate* 


Truckee  * . . . 

Mahi* 

Main  inlet*. 


Leasburg 

Franklin 

Buford-Trenton. 


Williston 

Main 

Feed* 

West  Extension.. 

Main* 

Keno  * 

Inlet* 


TotaL. 


Power*. 


Main* 

Sunnyside  * 
Tieton*.... 
Garland*.. 


12,635 


*  Completed.  *  Under  construction. 

*  Fifty -seven  mDes  on  South  Side  and  42  miles  on  North  Side  completed. 

*  Includes  78  miles  of  waste- water  ditches, 
i  i£ain  and  Southern  canals  31  miles. 
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TUNNELS. 

• 
TUNNELS-Oontinned. 

Project. 

Name. 

Length. 

Project. 

Name. 

Length. 

Aricona:  Salt  River. 
(All   Salt   River 
tunnels  built.) 

Power  Canal:* 

Intake 

Lee 

Wehrlcut-ofl- 

No.l 

No,  2 

No.  3 

Wehri 

Feet, 

1,695 
122 

428 
129 
271 
151 
999 
1,027 
152 
761 
214 
872 
206 
342 
553 
320 
489 
625 
70 
110 

480 
167 
620 

990 

3,723 

1,655 

7,292 

30,645 

482 
395 

1,000 
400 
390 

1,750 
800 

160 
360 
100 
310 
487 

1,800 
1,620 

441 

724 
1,545 
385 
584 
200 

690 

980 

2,235 

700 

Nebraska-Wyo- 
ming:    North 
Platte. 

Nevada:    Truckee- 
Carson. 

New  Mexico:  Carls- 
bad. 

Oregon:  Umatilla... 

Oregon  -  California: 

South    Dakota: 
Belle  Fourche. 

Utah:    Strawberry 
VaUey. 

Washington: 

Okanomn 

Yaktana,Tieton. 

Wyoming:  Sbo- 
Total 

Pathfinder:* 

North* 

South* 

Drainage* 

Auxiliuy* 

Crosscut* 

Main  Canal:* 

No.l* 

No.2* 

No.3» 

No.l» 

Feet. 
4W 

aoo 

155 

209 

55 

901 

Pinto 

309 

Chilton 

Robinson 

Gray 

1,515 
115 

Morfet 

Grapevine 

No.  (5. 

97 

No.2* 

Spillway   from 

FeedCanaL* 
Main  Canal* 

Sooth  Canal* 

Strawberry*. 

Strawberry  Dam*. 
Power  Canal: 

No.l* 

No.2» 

Aoueduct* 

Hi^iUne  Canal*... 

Conoonully  outlet  * 
Steeple,  No.  1*.... 
Steeple,  No.  2*.... 

TraifCreek* 

Columnar* 

Tieton* 

109 
34 

No.  7 

No.  8 

3,300 

No.9 

No.  10 

1,306 

No.  11 

No.  12 

19,807 

No.  13 

Arizona^^-aUfomia: 

Yuma. 
Colorado: 

Grand  Valley... 

Roosevelt:* 

Sluicing 

Outlet:. 

Penstock 

Colorado  River 
siphon.! 

Matai  Canal: 

No.  1* 

532 

800 

705 

750 
230 

395 
55 

No.2« 

48 

No.3« 

3,120 

Unoompahgie.. 

Gunnison* 

South  Canal:* 
No.  1 

1,200 
2,729 
3;  811 

North  Fork* 

Dam:* 

Lower  outlet.. 

Spillway 

Ralston  Reservoir* 
Shoshone  Road:  * 
No.  1 

No.  2 

No.  3 

408 

No.  4 

406 

No.  5 

316 

West  Canal* 

West  Canal  Exten.* 
Sells  Extenskm:* 
No.  1 

17,355 
245 

39 

No.  2 

No.2 

45 

No.  3 

No.3 

14 

No.  4 

No.  4 

28 

Idaho:  Boise 

Arrowrock* 

Newell" 

No.  6 

136 

Montana: 

Flathead 

No.  6 

Highline  Canal - 
No.l 

166 

St.    Marys    Lake 
Outlet. 

Pablo  31A* 

Main  Canal: 

No.l* 

No.2* 

No.3* 

WiUow  Creek*.... 
Sun  River  Storage. 
Pishkun  Canal: 

No.l 

4,«y7 
247 

No.2 

No.3 

2,100 
835 

Huntley 

No.  4 

No.  5 

265 

No.  6 

"•SS 

No.7 

Sun  River 

No.  8 

283 

No.9 

120 

No.  10 

185 

Wfflwood: 

No.l 

No.2« 

No.3« 

Muddy  Creek  Res- 
ervoir. 

500 

No.2 

375 

1^.825 

*  Completed. 

s  Under  construction. 

>  1.703  Itot  driven. 

^Ralston  Reservoir  tunnel  is  a  sluicing  tunnel  for  the  settUng  basin  of  Corfc^tt  tmuMl. 
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408     THIRTEENTH  ANNUAL  REPORT  OF  RECLAMATION  SERVIOE. 

IRRIGABLE  AREA. 


Projects. 


Units. 


Name. 


Area. 


Total. 


Arisona:  Salt  River 

ArlzonarGaUfomla:  Yuma.. 

Califomla:  Orland 

Colorado:  Grand  Valley. . . . 
Colorado:  Uncompahgre... 
Idaho: 

Bofae 


/Gravity  system... 
\Pumpmg  system.. 

All  units 

....do 

....do 

....do 


Kansas:  Garden  City.. 
Montana: 


Blackfeet . 


Flathead. 


Fort  Peck . 


Huntley 

Milk  River. 


Sun  River.. 


Montana-North  Dakota:  Lower  Yellow- 
stone. 


Nebraska-Wyoming:  North  Platte. 


Nevada:  Truckee-Carson. 
New  Mexico: 


Carlsbad. 
Hondo... 


New  Mexico-Texas:  Rio  Grande. 


North  Dakota:  North  Dakota  pumping . 


Oklahoma:  Lawton. 
Oregon:  Umatilla... 


.do 

/Gravity  system 

\  Pumpmg  system 

AH  unite..: 

Two  Medicine  unit 

Badger 

Cut  Bank  and  Carlow 

Birch 

Jocko  division 

Mission  division m 

Post 

Crow 

Pablo 

Poison 

Big  Arm 

Camas 

Little  Porcupine 

Poplar  River 

Big  Porcupine 

Big  Muddy 

Missouri  River 

Galpin  Bottom  pump 

Milk  River 

All  unite 

/Malta  division 

lOther  divisions 

Fort  Shaw  unit 

Great  Falls  unit 

Sun  River  slope,  Spring  Vallev 

Sun  River  slope,  Greenfields  Bench. 

Greenfields  Lake 

Benton  Lake 

Muddy  Creek  Canal 

/First  unit 

\E  xtensions 

fNorth  Platte  C.  &  C.  Co 

First  lateral  district 

Second  lateral  district 

Third  lateral  district 

Miscellaneous  tracte 

/First  unit 

\Other  unite 


Oregon-California:  Klamath.. 


AUimlte 

...do 

Palomas  and  Rincon  Valleys 

MesIllaVaUey 

El  Paso  Valley 

Buford-Trenton  unit: 

First  division 

Extensions 

Upper  Bottom  division 

Lower  Bottom  division 

Trenton  Flat 

WlUlstonunlt: 

First  division 

West  Bottom  division 

East  Bottom  division 

Lawton  unit 

Hermiston  unit 

Second  unit 

Third  unit 

Fourth  unit 

Umatilla  unit 

Other  unite,  and  West  extension. 

First  unit 

Second  unit 

iTule  Lake  unit 


Acra. 
173,000 


Aerta. 


«;ooo }  i®*"" 


158,000 
20,000 
£3,000 

140,000 

a07,0 


10,677 
48,000 
33,000 
38,000 
8,500 
16,000 
33,000 
30,000 
14,000 
40,000 
6.000 
3,000 

ao,ooo 

2,000 
28,000 
4,000 

16,000 
84,000 
10,000 
8,000 
32,406 
12,900 

206,757 
16,346 
15,700 
15,000 
75,000 
15,000 
21,000 
16,000 
44,797 
15,319 
17,837 
36,760 
34,100 
38.000 
2.573 
06.573 

109,427 

20,261 
10,000 
27.000 
83.000 
45,000 

4,060 
1,375 
2,600 
4,000 
3,000 

8,189 

1,900 

1,200 

2,500 

6,968 

4,350' 

3,957 

1,976 

1,150 

17.899 

291600 

6,000 

85,000 


156,000 
20,000 
53,000 

140,000 

207,000 


S;gS}i».«o 


10,677 


122,500 


158,000 


152,000 

82,406 
210,567 

174,046 

60,116 
120,270 

206,000 

20,261 
10.600 

165,000 
15,a 


I  ii,a 


2,500 
36,300 

70,600 
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Projects. 


Salt  Rtver. 


Yiima 

Orland 

Grand  Valley 

Unoompahgre  Val- 
ley. 
Boise 


MlnJdoka.... 
Garden  City. 


Present  status. 


Pablic  land. 


Entered.      Open.     Withdrawn 


Aeret. 
14,000 
6,200 


Blackfoet. 


Flatbead. 


Fort  Peck. 


Huntley.... 
Milk  River. 


Bun  River. 


Lower  Yellowstone. 
North  Platte 


Truckee-Oarson. 


Carlsbad.. 
Hondo... 


Rk)  Grande.. 


Buford-Trenton 


WOlistonnnlt. 
Lawton 


UmatOla.. 


Klamath. 


13,250 
16,000 

02,003 
»7,571 


11,000 


40,000 


9,713 


24,021 
43,700 


46,139 

15,919 
77,816 
21,322 


240 
1,433 


54 


2,752 


Acrea. 


929 


1,000 


1,605 


8,041 

1,962 

6,543 

265 


261 


280 


116 


44  23  31,933 


State 
land. 


Acres. 


67,000 
4 

16,820 
19,000 

6,238 


53,000 


107 

3,600 
28,300 

52,026 


371 
118,864 


5,000 


1,640 


5,156 


Acre*. 


15,721 
19,900 


5,000 


180 


8.700 

11,819 

1,647 

11,048 

102 


67 


Indian 
land. 


Acres. 
2,000 
8,800 


Private 
land. 


•I 


58.500 


97,000 


142,000 


30,000 


600 


Acres. 

166,000 

76,000 

19.996 

22,930 

106,000 

123,038 
2,100 
10,677 


3,192 
108,857 


61,022 

40,588 
34,493 

65,447 

20,261 
9,760 

148,577 

12.436 

10,879 
1,900 

28,276 


Total. 


Acres. 
182,000 

158,000 
20,000 
53,000 

140.000 

207,000 
120,500 
10,677 

122,600 


152,000 


152,000 


32,406 
219,557 


174,046 

60,116 
129,270 

206,000 

20.261 
10,000 

155,000 

15,026 

11.280 
2,500 

36,300 
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410     THIBTEENTH  ANNUAL  REPORT  OF  RECLAMATION  SEBVICB. 
IRRIGABLE  AREA-^Cantinoed.. 


Pn^eots. 


UnllB. 


Name. 


Area. 


TotaL 


South  Dakota:  Belle  Fourche. 

Utah:  Strawberry  Valley 

Waahiagton: 


Okanogan.. 


Yakima. 


Smmyside  unit. , 
Tieton  miit 


Wyoming:  Shoshone 

Total,  all  projects. 


Percent.. 


All  units 

Mapleton 

Lake  Shore , 

Hiehline 

Old  canals 

First  unit 

Second  unit 

Third  unit 

Old  water  rights 

(Town  of  Okanogan 

Konnewock  lands 

Maininoiect 

MabUm  division 

Prosser  diyision 

Pumping  i«-n<|ff 

NachesRldse  diyision  1 

Cowiche-Yakima  division  2. 
Wide  HoUow,  division  3. . . . 

First  unit 

Second  unit 

Third  unit 

Fourth  unit 

Subsequent  units 


A  era. 

100,000 

8,500 

2,500 

24,000 

20,000 

2,01S 

6,085 

464 

1,381 

151 

3,080 

72,875 

9,000 

1,100 

16,700 

10,790 

7,941 

15,331 

15,246 

15,819 

3,728 

6,375 

122,954 


Aerea. 
100,000 

50,000 
10,009 

102,824 
34,071 
164,123 


2,921,165 


2,921,166 


100 


100 


Salt  River.— The  area  mav  be  increased  ultimately  by  the  Water  Users'  Association  by  37,000 
through  the  construction  of  the  Horseshoe  Reservoir  and  additional  pumping  plants. 
Bofoe.— Area  is  exclusive  of  36,000  acres  which  may  be  inoluded  in  project  M  rature  time. 
Ifinidoifca.— 63,295  acres  entered  subject  to  redamatton  act. 
Sun  jRtPer.— 10,211  acres  entered  subject  to  reclamation  act. 
Lower  YeUowtUme. —StW2  acres  entered  subject  to  reclamation  act. 
North  Ptott«.— 61,055  acres  entered  subject  to  redamation  act. 
Belle  PourcJk«.— 21,282  acres  entered  subject  to  reclamation  act. 
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Projects. 

Preoent  status. 

Publlcland. 

State 
land. 

Indian 
land. 

Private 
land. 

Total. 

Entered. 

Open. 

Withdrawn 

BeUeFoarche 

8trEwb«rry  VaUey. 

Olktn^wnn .     .  

Acres, 
24,827 

Acres . 
3,804 

Acres. 
16,000 

3,500 

Acres. 
5,500 

Acres. 

Acres. 
49,860 

46,500 
8,885 

97,739 
29,621 
2,223 

Acres. 
100,000 

50,000 

1,284 

1,500 
1,862 
25,260 

10,09ft 

Sunnyside  unit 

Tfeton  nnit      

026 

2,660 
2,274 



102,824 

824 
12,065 

34,071 

HhOfdioiM 

117,264 

6,430 

164,122' 

Total 

666,127 

82,007 

646,737 

01,450 

838,000 

1,345,845 

2,921,166 

Percent 

19.4 

1.2 

18.7 

3.1  !            11.6 

46.1 

10(V 
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412     THIBTEENTH  ANNUAL  BEPOBT  OF  RECLAMATION  SEBVICB. 

SUMMABT  OF  EESITLTS. 

Bummary  of  reclamatian  Kork  to  June  SO,  1914. 


Proilectfl. 


Irrigable  lands. 


Estimated  an 
oompletkin. 


Service  oould 

have  supplied 

inigil. 


Season  of  1914. 


Underwater 
rights. 


Under  rental  Total  under 


ocntracts. 


contiact. 


Arizona: 

Salt  River 

Water  users 

South  Side 

Indian  project,  GUa  River 

Arl£ona-Camomia:  Yuma 

California:  Orland 

Colorado: 

Grand  Valley 

Uncompahgre  Valley. 
Idaho: 


182,000 


8,760  1182,000 


3,760 


182,0 


3,750 


182,000  S,?SO 


158,000       4,000      58,000 


Distribution 

Storage  unit , 

Minidolca 

Snake  River  storage 

Kansas:  Garden  City 

Montana: 

Blackfeet 

Flathead 

Fort  Peck 

Huntley 

MUk  River 

St.  liary  storage 

SunRIver 

Montana-North  Dakota: 

Lower  Yellowstone 

Nebraska-Wyoming:    North 

Platte 

Nevada:  Truckee-Carson — 
New  Mexico: 

Carlsbad 

Hondo 

Rio  Grande. 

Elephant  Butte  storage. 
North  Dakota: 

North  Dakota  pumping— 

Buford  Trenton 

Wmiston 

Oklahoma:  Lawton 

Oregon:  Umatilla 

Oregon-California:  Klamath. 
South  Dakota:  Belle  Fourche, 
Utah:  Strawberry  Valley . . . , 
Washington: 

Okanogan 

Yakima  storage 

Sunnyside  unit 

Tieton 

Wyoming:  Shoshone 


20,000 

63,000 
140.000 


1207,000 


607       14,307 
900 


1,460     6,500 
370.... 


174   23,550       476  30,060       C60 


8,000       375 


8,000       275 


68,000 


2,609  2  207,000 


1,470 


2,600 


70,000 


1,220 


70,000 


1,230 


84,380   1,771 


84,86a  1,771 


120,600       2,285 


10,677 

122,500 
152,000 
152,000 
32,408 
219,557 


284 

3,060 
3,960 
2,790 
097 
3,720 


174,046 

60,116 

129,270 
206,000 

20,261 
10,000 
155,000 


2,900 

723 

1,270 
2,575 

625 

150 

6,000 


15,025 
11,289 
2,500 
36,300 
70,600 
100,000 
50,000 


260 
186 


1,070 
1,180 
1,400 
1,250 


10,099  560      10,099 


102,824 
34,071 
164,122 


4,240 
1,481 
2,i>00 


Total,  June,  1914. 
Total,  June,  1913. 

Increase 


2,921,165 
2,973,0^8 


58,323 
60,5o0 


-51,883 


116,400 


2,113  65,200 


1,184 


39,006       626104,306 


26,649 
48,400 
10,220 
28,808 
14,000 


661 
800 
255 
627 
230 


16,346 

40,541 

109,500 
52,089 

30,261 


760 


12 


1,200 
24,757 


30 
654 


13,906 


262  10,611 
5121  6,542 


192 


3,166 
"i»4 


312 

"so 


700 
13,996 

1,300 
34,757 

2,106 


79  37,737 


1,1301  77,097 
—  30,855 


527 
525 


961 


18,068 


40,000 


1,200 


4,050 
8,189 


41 
134 


17,587 
35,400 
68,852 


81,306 
34,071 
41,168 


3,780 

1,481 

637 


343,193 
290,107 


27,115 
26,674 


-2,246      53,086 


441 


417   12,963 


20,211 


524 


50 
2,706 
28,000 


3 

829 

139 
113 

1 
36 
900 


10,806 

34,379 

96,185 
43," 


1,810 


12 
213 

30 
564 

80 


196 

406 

1,110 
538 


30,3611 
3,706 
38,000 


1,906 
173 


4     1,866 


85 


3,039 


540  13,496 
490  36,488 
980  49,130 


438 
350 
639 


590 

3,067 

860 


19 
18 


14,1 

38,545 

49,490 


550     8,167 


475 


1,502 


75 


24,024 
23,674 
26, 7n 


1,026 

1,030 

434 


47,402 
""i57 


3,395 
6 


71,436 
33,674 
25,928 


416,644 
431,457 


8,559566,843 
8,7865i0,816 


12,416 


963,48730.975 


12, 168  9«3, 272  30, 964 


-14,813 


-227  60,028      348 


41,315 


36 
30 


447 
868 

657 


9,749       550 


8,421 

i,a» 


1  The  area  mav  be  increased  ultimately  bv  the  water  users'  association  by  87,000  acres  tkrough  the 
construction  of  tne  Horseshoe  Reservoir  and  additional  pumping  plants;  6,000  acres  additioiial  under 
water-rental  contracts;  total  187,000  acres. 

*  Exclusive  of  36,000  acres  that  may  possibly  be  included. 
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Summary  of  reclamation  tcork  to  June  30,  19H — Continued. 


Projects. 


I 

If 
II 

I 

> 
< 


Arizona: 

Salt  River 

Water  users.. 

South  side 

Indian_project, 
Gila  River.... 
Arizona  -  Califor- 
nia: Yuma 

C^ifomia:  Orland  i 

Colorado:  i 

Grand  Valley...' 

Uncompahgre  i 

Valley ' 

Idaho: 
Boise- 
Distribution..; 
Storage  unit. . 

Minidoka 

Snake      River 

storage 

Kansas:    Garden 

City 

Montana: 

Blackfeet 

Flathead 

Fort  Peck 


1,367,300  32   64' 
6. 


Canals  and  ditches  (miles). 


Canal  (capacities, 
secxmd-feet). 


17 
45,6001 

.J.    4 


12 


177,640 


Himtley. . 
:  Rivei 


MilkR 

St.  Mary  storage 

Sun  River 

Montana  -  North 
Dakota:  Lower 
Yellowstone 

Nebraska  -  Wyo- 
ming: North 
Platte 

Nevada:  Truckee- 
Oarson 

New  Mexico: 

Carlsbad... 

Hondo 

Rio  Grande 

Elephant  Butte 
storage 

North  Dakota: 
North    Dakota 
pumping— 
Bufbrd-TTBD- 

ton 

WlUlston 

Oregon:  Umatilla. 

Oregon  -  Califor- 
nia: Klamath... 

South  Qakota: 
Belle  Fourche.. 

Utah:  Strawberry 
Valley 

Washmgtoa: 

Okanogan 

Yak±na  storage. 
Suunyside  unit. 
Tieton 

Wyoming:  Sho- 
shone  


Total,  June, 
1914. 


Total.  June, 
1913 


Increase... 


53,500 
380,000 


16,000 
10,000^ 
3,900 


16,700 


1,081,400 

200,000 

77,000 
40,000 


50,000 

662,000 

208,770 

378,000 

15,600 
310,000 


473,100 


5,460,510325 
5,051,210313 


409,300 


31 


13 


g 

■M 

s 

k 

s 

72 


13 


33       106(      443 120 


IS.      103 


49         19       144 


471 


67 


165 
75 


71       144 

I 
165|      709 


482  14 


85 
72 
361 
19 


ITOi... 
248... 


79  56 


1 
3 
27 

42 

90 

4 

10 


1,318 
1,206 


112 


564 
511 


120 
45 


14 
43 
60 

131 

374 


50 


442 
193 


196 


5,826 
5,538 


664 
6 
66 

21 

268 
99 

4 

255 

1,050 


713 


15 


255 
331 

101 
303 
357 
10 
138 


347 

766 

700 

150 
50 


15 
61 
132 

213 

526 

9 

61 


534 
238 


280 


8,555 
7,961 


594 


Tunnels. 


12 


t 


10,802 


990 


9,572 
36,792 


487 


2,063 


3,654 


3,813 


1,359 

3,840 

300 


34 

3,300 

1,306 

33,664 

385 


10,963 
19,249 


129,341 
117,760 


11,581 


Storage  and  diversion  dams. 


Oubk 

fard*. 
388,865 


66,  n4 
13,607 

3,955 

1,500 


31,749 

363,000 

16,564 

3,649 


3,400,380 


3,370 
**476 


4,653 


1,083 


66,410 
68,544 
6,351 


3,318 
334,000 


4,380 

5,600 

38,309 

1,361 

131 


3,391 
609 

80,537 


1,346,904 
868,176 


478,728 


CuMe 
fards. 


146,677 
63,345 


25,750 

337,271 

34,000 


5,900 


191,756 


960,775 

543,044 

221,081 
616,282 

1,878 


764,000 

36,200 

1,550,800 

132,120 

336,630 
451,177 


2,070 
5,200 


8,817,236  704, 
7,955,067 


862,169 


i 


Pi 


•a 


Cubic'    Cubic 
pards.      ifardt. 
390      389,255 


375,018 


1,700 


41.732 
12,697 

3,955 

3.200 


79,321 


2,422,139 
362.000 
343.563 


4,037        71,1 

i 


I        28,1» 

2,238      339,509 
450|        34,925 


16,713<        27,366 
'9,706  ■'  303,547 


14,500        14,500 


105,477 
37,410 


33,890 
33,500 


130 


301 


1,784 
700,409 


4,375 


1,017,185 

612,488 

333,809 

643,602 

4,196 

234,000 


802,270 

75,300 

1,589,109 

133,381 

336,801 

451,177 

2,291 

2,960 

85,727 


10,868,934 
9,523,652 


1,345,273 


W162* 


Digitized  by^^jUU^^lC 


^c 


414     THIRTEENTH  ANNUAL  EEPORT  OP  RECLAMATION  SERVICE. 
Summary  of  reclamation  work  to  June  SO,  191Jk — Continued. 


Dikes 

or  levees. 

Canal  structures. 

Project. 

j 

i 

3, 

o 

> 

Over 
12,000. 

1500  to 
12,000. 

llOOtoSSOO. 

Less  than 
8100. 

1 

1 

1 

1 

1 

1 

1 

1 

1 

Ari£Oiia: 

Salt  River 

6,716 

63,804 

32 
6 

.... 

229 
3 

1 

5 
26 
11 

3 
22 

86 

"14 

1 

2 
47 

33 

246 

6 

38 

40 
176 
55 

'■31 

2,036 

424 

34 

342 

1,307 

15 

South  Side 

1 

207 

247 

Indian    project:    Gila 
River 

5,000 

276,280 

825 

9,362 

2,818,164 

4,500 

5 

24 

4 

5 
27 

68 

.... 

"a 

50 

Arlcona-Califomla:  Yuma.. 
GaUfomia:  Orland 

271 

7 

1 
66 

1,840 

26i 

1,167 

654 

15 

1,427 
1,260 

Cidorado: 

Grand  Vallev 

11 

Unoompahgre  Valley. . . 
Idaho: 
Bois»- 

Distributlon 

Rtirage  unH 

2,935 
1,075 

10,826 
3,761 

5 
1,021 

1,111 
6,213 

1,330 
U,3W 

MinldokaT 

3,100 

3,472 

26 

2 

61 

9 

819 

210 

26 

5,456 

6,608 

Snake  River  storase. . . . 

Kan?MU-  OardAn  City. 

1 

7 
22 

0 
26 
20 

3 

1,076 
1,082 

175 
2,0S2 

508 

4 

Montana: 

Blackfeet 

1 

2 

*"*3 

7 

5 
23 
6 
28 
24 

7 
6 

"4 
6 

25 

100 
37 
88 
17 

-! 

92 
40 

83 
117 

24 
148 

1,213 

Flathead 

1,428 

Fort  Peck 

252 

Huntley 

2,441 

Milk  River 

36,750 

166,122 

617 

Sun  River 

3,192 

35,600 

1,660 
67,300 

7,100 

4,600 

138,276 

131,110 
85,672 

155,676 

7 
60 
32 

1 
14 

7 

109 

137 
172 

6 
10 
29 

2 

24 
5 

38 

46 

990 
140 

34 
77 
18 

300 

135 

79 

608 
25 

372 

483 

1,287 

8,961 
1,029 

ii 

109 

ess 

Montana  -  North    Dakota: 
Lower  Yellowstone 

Nebraska-Wyoming:  North. 
Platte....: 

1,651 
5,876 

Nevada:  Tnickee-Oarson . .  r 

1,741 

New  Mexico: 

Carlsbad 

7 

.... 

419 

Hondo           

96 

Rio  Grande 

1,700 
1,900 

16,815 
4,200 

11 

.... 

29 

1 

197 

Elephant  Butte  storage. 
North  Dfl^ota: 

North  Dakota  pump- 

^Buford-Trenton 

2 
8 
14 

8 

28 
10 

1 

"*6 
.... 

1 
11 

8 
11 

101 

1 

2 

22 
19 

8 
22 
36 
46 

212 

80 
446 
255 

825 

2,191 

91 

Williston 

"'36 
181 

3 

449 

2 

24 

489 

Oregon:  Umatilla 

Oregon-Califomla:  Klamath 

South     Dakota:     Belle 

Fourche 

1,400 
6,700 

8,000 
40,300 

761 
949 

2,756 

Utah:  Strawberry  VaUey... 
Washington: 

Okanogan                r  ,  -  r  r  - 

1,811 

102,617 

^   11 

.... 

2 

6 

8 

1,070 

1,099 

Yakima  storage. . ....... 

Biinnyf;{<ie  unit. ..,...,. 

1,600 
350 
435 

i8,666 

684 

6,200 

56 
19 
31 

.1 

1 

13 
79 
34 

"6 

186 

327 

86 

4 

43 
12 

70 

'mo 

5.« 
S30 

6,309 

Tieton 

533 

Wyoming:  Shoshone 

1,5^ 

Total,  June,  1914 

Total,  June,  1913 

461,419 
433,684 

3,790,950 
3,697,228 

645 
576 

75 
51 

1,264 
1.152 

206 
178 

5,978 
6,716 

3,748 
3,496 

6,622 
6,044 

37.087 
34,023 

54.625 
50,233 

Increase 

17,736 

93,722 

69 

24 

112 

28 

263 

253 

578 

.,« 

4,392 

Digiti 
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SUMMARY   OF   RESULTS. 
Summary  of  reclamation  work  to  June  SO,  1914 — Continued. 
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Bridges— Numbar  and  length. 

Project 

Steel. 

Combination. 

Wood. 

Concrete. 

Total. 

1 

1 

f 

S 

1 

1 

o 

1 

1 

1 

1 

i 

1 

Ailcoii&: 

Salt  River 

2 

1 

188 

11 

2 

27 
1 
12 

1,622 
131 
344 

3 

1 

150 

"zi 

2,129 
67 
203 

4 
1 

10 

672 
66 

1 
] 

921 

18 

273 

4,609 
264 

Water  users... 

South  Side.... 

547 

Indian  project, 
Gila  River 

9 

270 

1 

17 
139 

25 

714 
700 

295 

Arizona  •  CalilomJa: 
Vuwift , 

3 

8 
56 

872 
510 

7 

2 

4 

35 

4 
60 

62 

4 

1 
101 

886 

14 

209 

2,052 
98 

208 

2,249 

13,341 
1,228 
9,252 

6 

3,13ft 
1,308 

206 

California:  Orland 

Colorado: 

Grand  Vallev 

Uncompangr  e 
Valley 

3 

68 

2,312 

13,341 
1,228 
9,412 

Idaho: 
Boise- 
Distribution.. 

Storage  unit... 

' 

** 

MinMnkft 

4 

160 

Snake  River  stor- 
age  

ICfffxsf^^-.  ClfLrAtm  nity_. 

3 

37 
145 
31 
143 
59 
27 
29 

145 

114 

119 

...... 

69 

60 

3 

38 
145 
32 
145 
66 
30 
40 

190 

143 

144 

1 

11 
100 

3 

4 

15 
49 

167 

268 

31 

3 

8 
36 
173 
139 

Montana: 

Blackfeet 

1 

845 
2,558 

611 
2,048 
1,849 

602 
1,009 

2,371 

3,027 

3,816 

225 

130 

2,404 

816 

845 

Flathead 

2,568 
647 

Fort  Peck 

1 

36 

.... 

Huntley 

1 
1 

1 

164 
115 
200 
225 

1,474 

2,162 

Milk  River 

6 
2 
2 

8 

7 
9 

1 

1,964 
802 

St.  Mary  storage.. 

1--- 

Sun  River ^.... 

8 

1 

11 
6 



6 

8 

60 

141 
726 
692 

1,294 

Montana  -  North  Da- 
kota:   Lower    Yel- 
lowstone  

16 
11 

16 

3,986 

Nebraska  -  Wyoming: 
North  Platte 

4,479 

4,868 

225 

Nevada:  Truckee-Car- 
son 

2 

360 

New  Mexico: 

Carlsbad 

. . 

Hondo 

130 

Rio  Grande 

5 

13 

804 

3 
2 

1 

9 

239 

3,447 

Elephant     Butte 
storage 

1 

.... 

300 

1,116 

f8 

North  Dakota: 

North    Dakota 

ton 

4 

12 

68 
225 



Willlston 

:::::::::: 

.... 

3 

47 

147 

258 

24 

3 

■  "28 
165 
112 

31 

996 

5,174 

3,181 

600 

100 

380 

1,150 

3,548 

2,245 

256 

Oregon:  Umatilla 

Oregon-California: 

1 

.... 

185 

1 

31 

1,212 

20 
3 

1 

6,174 

South  Dakota:  Belle 
Fourche 

6 

.... 

360 

2 

2 
5 

28 
260 

3,569 

Utah:  Strawberry  Val- 
ley 

860 

Washington: 

100 

Yakima  Storage... 
Sunnysldeunit.... 
Tieton  

2 

1 

276 
500 

1 

140 

5 
7 
8 
10 

796 

1,650 

3,648 

Wyoming:  Shoshone.. 

4 

3 

416 

10 

96 

2,767 

Total,  June,  1914 
Total,  June,  1913 

45 
43 

39 

38 

5,337 
5,033 

40 
32 

155 
270 

6,094 
6,910 

209 
169 

3,177 
2,596 

70,603 
56,326 

16 
12 

194 
179 

3,191 
2,632 

3,875 
3,339 

85,226 

70,900 

Increase 

2 

1 

304 

8 

-115 

-816 

40 

581 

14,278 

4 

15 

669 

536 

13,729 

Digiti 
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416      THIRTEENTH  ANNUAL  REPOBT  OF  RECLAMATION  SERVICE. 
Summary  of  reclamation  work  to  June  30,  191^ — Continued. 


Culverts. 

Projects. 

Concrete. 

Metal. 

Terracotta. 

Wood. 

TotaL 

i 
1 

1 

1 

S5 

1 

1 

525 

t 

1 

, 

1 

5 
1 

Arizona: 

Salt  River 

48 

Fed. 
2,675 

Feet. 

Feet. 

58 

Feet. 
2,000 

106 

Feet. 
4.t>75 

Water  users 

South  Side 

4d 

16 
137 
72 

2 
25 

1,214 

300 

2,644 

2,980 

392 
2,901 

40 

15 

336 

72 

5 
66 

330 
96 
»41 

i.2U 

Indian  project,  OUa  River. 
ArlttMMkCallfomla:  Yuma..... 
r^iffcfrpia:  Oriand . . 

300 

8 

61 

3 

150 

198 

3,088 

5.943 
2,960 

Colorado: 

Grand  Valley 

3 
21 

520 
1,186 

912 

Unoompahgre  Valley 

Idaho: 
Bolse- 

Dlstrlbution 

2 

140 

18 

330 

96 

305 

439 

4,550 
2,880 
8,787 

4,666 
4,^0 

Storage  (Arrowrock). . 

2,S80 

Minidoka 

21 

2,146 

615 

15.464 

26.397 

Idaho-Wyoming: 

Snake  River  storage 

Jackson  I^ake  enlargement 



Eiansas:  Garden  City. '.' 

Montana: 

Blackfeet 

22 
22 
6 
39 

4 

1,962 
1,308 

134 
2.055 

155 

87 
82 
13 

381 
9 
85 

117 

208 

49 
14 

5,629 
1.480 

218 
8,471 

140 
1,700 
2,215 

4,038 

784 
196 

109 

106 
18 

543 
53 
85 

178 

294 

264 

IS 

1 

7.591 

Flathead 

2 

78 

2.866 

Fort  Peck 

352 

TTiintlAy , 

95 
13 

3.214 
676 

28 
27 

1,440 
2.445 

15.180 

Milk  River 

3.426 

St.  Mary  storage 

1.700 

Sun  River. 

61 
40 
41 

2.290 
8,822 
1,188 

4.506 

Ydlowstone 

45 

77 

4 

3,848 

1,449 
210 

11,708 

Nebraska-Wyoming:     North 
Platte..... ....TT 

97 

2,403 

5.914 

Nevada:  Truckee-Caraon. 

406 

New  Mexico: 

Carlsbad 

1 

400 

400 

Hondo  .      ... 

New  Mexico-Texas: 

Rio  Grande            .... 

Elephant  Butte  storage . . . 

North  Dakota: 

North  Dakota  pumping— 
Piifoi'd-TpftTitoTi  ijnti' 

6 
25 

6 

3 
32 

3 

9 

230 
1,112 

194 

410 
2,812 

170 

516 

23 

78 

396 
2.263 

29 

103 

6 

11 
165 

28 

9 

638 

Wllliston  unit 

8,375 

Oregon:  Umatilla 

194 

Oregon-California:  Klamath... 
South  Dakota:  Belle  Fourche. . 

Utah:  Strawberry  Valley 

Washington: 

Okanogari. ..-.,.,- 

8 
12 
25 

400 
180 
450 

810 

20 

1,996 

101 

4,924 

9,912 
620 

516 

Yakima  storage  unit 

S^jfipysirfe  unTt 

16 

62 

364 

1,870 
4,214 
11,011 

15 

62 

531 

1.870 

TIeton  unit 

. 

4.214 

Wvoming:  Shoshone 

11 

660 

19 

i,575 

137 

4.322 

17,658 

Total,  June,  1914 

Total,  June,  1913 

1,120 
1.130 

51,105 
47,897 

880 
672 

26,338 
16,779 

306 
196 

16.191 
9,679 

2,829 
1,853 

54.628 
46,080 

4,635 
3,851 

148.263 
U0,435 

Increase 

»-10 

3,208 

2081 

9,559 

110 

6,512 

476 

8,648 

784 

27.827 

1  Decrease,  due  to  reclassification  of  culverts. 


Digiti 
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SUMMABY  OP  RESULTS. 
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Summary  of  reclamation  work  to  June  SO,  1914 — Continued. 


Pipe  length. 

Flumes. 

Projects. 

j. 

1 

1 

1 

^ 

Cojt 
Crete. 

Metal. 

Wood. 

Total. 

1 

1 

1 

f 

i 
1 

f 

^ 

f 

Aritona: 

Salt  River 

Feet. 
13,092 
4,244 
416 

Feet. 

Feet. 

Feet. 

Feet. 
13,092 

Feet. 
240 
595 

Feet. 

33 

Feet. 
1,540 

41 

1 
1 

Feet. 
1,780 

Water  users 

4,244     i 

596 

South  Side . 

6,060 

618 

7,094 

1 

16 

16 

Indianjroject, 
Gila  River.... 

Arizona -Caliiomia: 
Yuma 

61 

21,075 

21,136 
6,870 

2,975 

13,261 

60,463 

6,100 
12,812 

1 

90 

9 

960 

10 
2 

990 

CAlifornift:  OrlAnd 

6,870 

2 

365 

365 

Colorado: 

Grand  Vallev    . 

1,240|    1,735 
6,994     4.758 

58t) 

2,000 

22,883 

4,100 
8,864 

Unoompahg're 

Valley 

Idaho: 
Boise- 
Distribution 

1,509 
45,994 

85 
75 

13,872 
42,436 

42 

158 

7,210 
5,232 

127 
233 

21,082 

47,668 

Storage  t  Ar- 
rowrock) 

Minidoka. 

Idaho-Wyoming: 
Snake  River 
storage 

2,255 

l,b93 

2 

190 

12 

708 

136 

8,282 

150 

9,180 

Jackson     Lake 
enlargement  . 

3:872 

3,872 



Kansas:  Garden  City 
Montana: 

Blackfeet    



4,656 

4,225 

42b 

2,826 
400 

"i;627 

1,346 

2,235 

306 

6,002 
6,460 
734 
118,943 
3,531 
1,434 
2,237 

20,485 

61,727 

17,888 

16,598 
448 

3 

1,216 

3 
41 

2 
20 

503 

7,918 

90 

2,285 

2,122 

6 
41 

6 
37 
13 

1,719 

Flathead 

7,918 

Fort  Peck 

2 

■*i68 

4 
15 

4 

608 

2,640 

327 

606 

Huntley 

Milk  River 

3.214 
676 

1.434 
610 

ii2,903 

2,455  

5,095 
2.449 

St.  Mary  storage 

Sun  River 

2 

330 

3 

30 
2 

1,173 
80 

5 

40 
27 
2 
2 

466 

Montana-North  Dar 
kota:  Lower  Yel- 
lowstone  

20,485 
55,359 
12,796 
15,096 

1,752 
958 

10 
2 

841 
466 

2,014 

6,865 

800 

Nebraska  -  Wyom- 
ing: North  Platte. 

Nevada:    Truckee- 
Carson 

971 

634 

1,502 

3,645 
3,500 

'""448 

23 
2 

1 

6,320 

300 

40 

New  Mexico: 
Carlsbad 

1 

497 

687 

Hondo 

New  Mexico-Texas: 
Rio  OrandA 

1 

22 

1 

22 

Elephant  Butte 
storage 

North  Dakota: 
North    Dakota 
pumping — 
Buford- 
Trenton 
unit 

2,762 

2,283 
82,758 

140 

7,162 

434 
826 

3,870 
3,436 

3,196 

2,609 
101,607 

6,450 
« 
36,677 

1 

42 

1 

4 
21 

12 

296 

376 
1,000 

751 

4,880 

2 

5 
25 

20 

32 

838 

WiUiston 
unit . . . 

1 
4 

14 

20 

133 
365 

11,736 

5,640 

609 

Oregon:  Umatilla. . . 
Oregon  •  Calilomia: 

8,349 
2,440 
22,007 

10,500 
4,072 

1,365 
12,487 

South  Dakota:  BeUe 

10,520 

Utah:    Strawberry 
Valley 

Washington: 
ov^uofnm 

105,000 

1,650 

106,650 

1,936 
120,900 
279,161 
176,594 

2 

475 

2 

475 

Yakima  storage 
unit 

1,936 

6,400 

246,132 

14,364 

Sunnysideunit. 
TIeton  unit 

""m 

5,000 

3,622 

161,580 

109,500 
29,407 

6 
16 
3 

3,900 

9,551 

210 

500 
121 
112 

200,000 

67,847 
4,610 

506 
137 
116 

203.966 

77,398 

Wyoming:  Shoshone 

1 

54 

4,874 

Total.   June, 

191^ 

Total,   June, 

454,589 
433,212 

153,638 
32,287 

451,928 
181,339 

192,036 

184,149 

1,252,186 
830,987 

29 
28 

3,123 
3,089 

297 
238 

90,126 

74,712 

1,264 
1,171 

328,375 
323,640 

1,590 
1,437 

421,624 
401,391 

Increase 

21,372 

121,38l|270,689|    7,887 

421,199 

1 

84 

59 

15,414 

93 

4,735 

153 

20,233 

Digitized  byV^jOO^lt: 
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Summary  of  reclamation  work  to  June  SO,  19H — Ck)ntinued. 


Canal 

Uned 

(mUes). 

Buildings. 

Wells. 

1 
1 

1 

Telephones. 

;  1 

jl 

Projects. 

1 

1 

1 

j 

1 

i 

1 

i 
1 

1 

1 

^ 

1 

55 

1 

Arisona: 

Salt  River 

Water  users... 

0.5 

.... 

1 

17 
3 

1 

2 

8 

10 

37 
5 

1 

12 

13 
6 

1 

33 

43 

63 
44 

3 

12 
26 

4 

46 
18 
24 

48 
71 
81 

28 

14 
28 

16 

1 

4 
142 

8 
17 
13 

19 

21 

9 

10 

4 
24 
18 
51 

84 

1 

Feet, 

8,511 

165 

147 
5 



214 

70 

118 
12 
3 

8,6«0 
4,250 

South  Side.... 

1 
8 
2 

.... 

2 

5 

4 

Indian  project, 
Gila  River...... 

1 

5 

1 

1 
13 

10 

33 
11 

1 

2 

1 

1 
19 

7 
11 
24 
32 
46 

16 
6 
15 

5 

1 

2 
92 

3 
6 
6 

6 

9 

5 

5 

4 
19 
13 
31 

1 

10 

2,054 

10 
25 

28 

23 

144 
>50 

5 

33 

167 

47 
144 

70 

7 

104 
»0 

2 

25 

04 

52 
100 

7 

AriEona-Califomia: 

Ypmfi, 

1 
1 

California:  Oiiand 

3.7 

.1 

5.8 

0.5 

.... 

3 

20O 

CJolorado: 

Grand  Valley 

Uncompahgre  Val- 
ley  

0.1 

3 

10 

1 
3 

2 

.... 

15 

23 

28 
19 

2 

7 

1 

2 
21 

8 
11 
20 
36 
29 

8 
6 
6 
10 

22 

15 

21 

8 

96 

7 
10 

7 

Idaho: 
Boise— 

Distribution.. 

4 

780 

Storage    (Ar- 
rowrock) 

1 
1 

"io 

26 

ao 

2,550 

UlnMrtlTf^ 

.1 

15 

912 

10,000 

Idaho-Wyoming: 
Snake  River  stor- 
ase 

Jackson  Lake  en- 
largement   

1 

.... 

2 
23 

1 
216 

6 
3 
3 
4 
3 
2 
5 

7 
16 

25 
8,800 

184 
80 
76 

625 
05 
60 

275 

200 
1,516 

Kansas:  Garden  City.. 

6 

115 
104 

4 

11 
10 

5 

•700 

Montana: 

Blaokfeet 

1 
6 
3 

1 
4 
3 
6 

4 
2 
5 
1 

7 

Flathead 

.5 

.... 

13  -  -  -  - 

Fort  Peck     

Huntley 

.1 
.1 

.... 

.... 

1 

23 

12 
«0 
15 
28 

35 

S34 

58 

.... 

288 

MUk  River 

6 
75 
35 

12 

St.  Mary  storage. . 



108 
123 

78 

«188 

128 

Sun  River 

kota:  Lower  YeUow- 
stone 

Nebraska  -  Wyoming: 
North  Platie 

Nevada:  Truckee^^ar- 
son 

2.5 
3.0 

.... 

1 

1 

65 
25 

4 

20 

1,800 

New  Mexico: 
Carlsbad.. 

1 

1 

2 
1 

1 
2 
5 

6 

2 

127 
365 

28 

20 

30 

100 
348 

690 

1,968 

Hondo 

15 
2 
21 

29 

4 

4 

2 

40 

2 
5 

10 

44 

27 
12 
15 
28 

New  Mexico-Texas: 
Rio  Grande 

2.1 

2 

47 

2 

8 

': 

2 

4 

7 
19 

13 

Elephant     Butte 
storage 

1 

1 
2 

1 

1 
3 

1 
1 

1 
.... 

1 

2 
3 

s 

20 
4 

•2,000 

North  Dakcta: 

North   Dakota 

BuforS- Tren- 
ton unit 

Willistonunlt. 

»1^ 

Oregon:  Umatilla 

Oregon  -Call  fomia: 
KlftTiiftth        

31.0 
.6 
.4 
1.5 

13.8 

1.4 
.2 

7 

80 

75 

44 

25 

63 
124 
60 
02 

South  Dakota:  BeUe 

• 

44 

2 
46 

7 

Utah:  Strawberry  Val- 
ley  

1 

.... 

ao 

1,600 

Washington: 

Okainogan 

Yakima     storage 
unit 

Sunn  yside  unit.. - 
Tieton  unit ... 

3.0 

9.8 

.4 



1 
2 
3 

4 
3 
16 

1 

120 

40 

30 
51 

.... 

47 
20 

Wyoming:  Shoshone.. 

1 

7 

384 

Total,  June,  1914. 
Total,  June,  1913. 

86.4 
Nor 

1.7 
ept. 

74 
05 

483 
426 

13 
14 

63 
61 

385 
332 

1,018 
898 

3ol 
348 

28,717 
26,237 

733 

697 

78 
51 

2,370 
2;  331 

027 

402 

351 

33,376 
3:^'406 

Tnci^Miser  r ......  ^ 

9 

57 

-1 

2 

53 

120 

13 

2,480 

36 

27 

45 

70l    51 

010 

I  Horsepower  measured  at  prime  mover.    Data  for  Salt  River  project  does  not  induda  0,000  bonepowor 
installed  at  Cross-cut  plant,  which  was  not  operated  on  June  30, 1014. 
« Leased  telephone  lines.  .      1  ^1  ^.m,^ 

•Steam plant.  Digitized  by  VjUUv ItT 
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Summary  of  reclamation  work  to  June  SO,  19H — Continued. 


Projects. 


Material  excavated. 


Class  1, 
earth. 


Class  2, 
indu- 
rated 

material. 


Class  3, 
rock. 


Total. 


Rip. 
rap. 


Pav- 
ing. 


Con- 
crete. 


Cement 
used. 


Cement 
and 
sand 
cement 
mana- 
factur- 
inRby 
United 
States. 


Arixona: 

Salt  River 

Water  users. . 

South  Side.. 

Indian     project, 

Gila  River..... 

Arlxona  -  C  a  1  ifomia: 

Yuma 

California:  Orland.... 
Colorado: 

Grand  Valley 

Uncompahgre 

Valley 

Idaho: 


Distribution.. 
Storage   (Ar^ 
rowrock)... 

Minidoka 

Idaho-Wyoming: 
Snake  River  stor- 

Jadcson  Lake  en- 
largement  

Kansas:  Garden  City. 
Montana: 

Blackfiset 

Flathead 

Fort  Peck 

Huntley 

Milk  River 

St.  Mary  storage. . 

Sun  River 

Montana-North  Da- 
kota: Lower  Yel- 
lowstone  

Nebraska  -  Wyoming: 

North  Platte 

Nevada:  Truckee<^- 


New  Mexico: 

Carlsbad 

Hondo 

New  Mexico-Texas: 

Rio  Grande 

Elephant    Butte 

storage 

North  Dakota: 

North    Dakota 

Buford-Tren- 

ton  unit 

WiUIsUmunit 

Oregon:  Umatilla 

Oregon-California: 

Klamath 

South  Dakota:  BeUe 

Fourche 

Utah:  Strawbeiry  Val- 
ley  

Washington: 

Okanogan 

Yakima    storage 

unit 

Sunnysideunit... 

Tleton  unit 

Wyoming:  Shoshone, 

Total,  June,  1914. 
Total,  June,  1913. 


Cubic 

3,226,030 
314,781 
223,496 

302,285 

9,429,814 
405,501 

400,387 

1,545,461 


9,580,387 

711,000 
10,235,466 


Cubic 
yardi. 
,011,972 
14,300 
18,284 

16,261 

372,567 
97,053 

26,401 

094,056 

1,195,995 

79,000 
201,551 


183,000 

4,115 
66,400 

1,668,750 
2,218,263 
842,200 
1,773,165 
4,536,209 
1,116,991 
1,477,364 


6,485,482 

10,813,835 

9,260,089 

1,160,119 
815,382 

595,606 

291,000 


09,600 

219, 100 

2,550,000 

2,637,811 

6,928,070 

787,536 

683,550 

1,131,002 

2,701,300 

759,636 

2,393,702 


Cubic 
fardt. 
580,664 
117,180 
4,468 

9,452 

961,483 
6,313 

94,037 

454,352 

236,801 

450,000 
416,012 


6,740 


Cubic 

yards. 

4,817,666 
446,261 
246,248 

327,098 

10,763,864 
506,957 

520,825 

2,694,709 


Cubic 

yards. 

7,000 


11,013,273 

1,240,000 
10,853,020 


275,615 
1,200 

40 

4,541 

9,425 
6,900 


Square 
yards. 

7,711 
15,284 

1,058 

2,154 

100,163 
2,685 

4,467 

1,318 


12,402 


205 


100,432,925 
87,492,753 


Increase. 


41,068 

112,893 

2,200 

22,190 

57,772 

7,669 

77,322 


183,01 

629,293 

282,899 

46,093 
3,118 

1,300 

84,760 


50 

16 

136,000 

343,228 

133,750 

70,261 

100,000 

32,724 
48,251 
470,374 
52, 873 


92,728 
39,329 


12,600 
11, 197 
51,154 
126,426 

195,013 

201,349 

465,381 

50,159 
35,946 

9,433 

375,250 


44,300 
115,967 

42,130 
181,455 

50,100 

2,863 

47,317 

257,570 

313,123 


189,749 

4,320 
66,400 

1,802,546 
2,370,485 
844,400 
1,807,955 
4,605,178 
1,175,714 
1,681,112 


6,863,612 

11,644,477 

9,098,319 

1,265,971 
854,446 

606,339 

751,000 


69,660 

219,116 

2,730,300 

2,997,006 

7,108,950 

1,039,252 

833,660 

1,166,589 

2,796,868 
1,487,580 
2,759,698 


4,087 


93,009 


11,364 


Cubk 
yards. 
337,389 
13,842 
1,702 

1,687 

96,492 
21,845 

15,880 

87,911 

60,765 

370,000 
38,226 

3,649 


Barrels, 

414,808 

17,722 

3,058 

2,100 

104,604 
23,916 

17,463 

82,061 


Barrels, 
338,452 


85,001 

240,3161365,180 
42,601 . 


3,182 


1,550 

486 

20 

1,680 

7,184 


5,020 

21,034 

123 

1,135 

7,569 


5,388 

3,570 
6,793 
1,376 
12,900 

8,864 


7,571 

3,610 
7,203 
1,276 
17,322 
10,921 


8,024 

21,823 

45,185 

26,971 

78,285 
27,226 

2,541 


714 


68,237 

47,635 

7,657 
960 


34,600 
7,900 
1,712 
8,821 
1,050 

20,222 


5,423 
7,032 


240 

990 

4,200 

5,727 

68,495 

18,280 

926 

14,062 
8,980 
19,087 

10,  r- 


6,668,156 


6,067,391 


6,296,1185,456,897 


113,168,472 
99,245,768 


616,493 


564,037 


419,790511,3221,344,908 


12,940,172     372,038  610,494   13,922,704196,703   52,715     488,355     431,955  502,481 


6,068 

22,995 

110,371 

108,499 

18,180 
3,830 

10,177 

243,300 


1,654 

2,632 

24,940 

17,942 

53,170 

43,736 

6,360 

12,696 

18,020 

24,562 

121, '943 


7,097 

30,372 

134,899 

112,482 

20,907 

2,850 

12,116 

140,3731218,431 


20,306 


2,609 
3,369 
39,116 

23,385 

68,848 

48,500 

7,295 

16,443 
20,520 
36,783 
142,752 


1,933,263 


1,965,499 
1,533,544 


433,887 


1  Sand-oement. 
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420      THIRTEENTH  ANNUAL  BEPORT  OF  RECLAMATION  SERVICE. 
Summary  of  reclamation  work  to  June  SO,  191If — Continued. 


Projects. 

< 

1 

9 
< 

1 

i 

1 

i 

1 

1 
1 

CO 

1 
55 

5 

\ 

P. 

% 

1 

1 

i 

i 

1  j5 

Arizona:  Salt  River 

1 
3 

8 
3 
2 

1 
2 

8 

1 
1 
1 

1 


2 
3 
2 

2 
19 

3 

1 

8 
129 

4 

6 
3 

2 
3 

1 

3 
3 

6 
4 

3 

10 
16 

1 

2 

2 

Arizona^alifomla:  Yuma 

1 

41 

78 

43 
65 

- .  .1 

r".alifoniia;  Orland 

1 

Colorado: 

Grand  Valley 

1 
5 

6 
9 

1 

.... 

28 
20 

"3 

2 

1 

20 

:::: 

16 

Unoompahgre  Valley 

1    ... 

18 

Idaho: 
Boise- 

Distribatlon  unit 

1 
2 

3 

1 

3 
3 

9 

1 
1 

5 

58 

9 

1 

1 
3 

.... 

1    25 

MinidoSr. .: 

2 

Idaho-Wyoming: 

Snake  Riv«r  storage 

Jackson  I/ak<^  ^enlargement . . . 

1 

1 

1 

Kansas:  Garden  City 

1 

2 

Montana: 

Blackfeet 

2 

2 

2 
3 
2 

.... 

1 
1 

1 
2 
2 

Flathead 

6 

6 

21 
3 

6 

9 

2 

1 

Fort  Peck 

Huntley 

"2 

4 
1 

2 

1 
1 

1 

1 

2 

1 
2 
2 
2 

6 

4 
6 

Milk  River 

3 
2 

5 

10 

St.  Mary  storage 

Sun  River 

1 

1 
1 
2 

2 

2 
2 
2 

24 

12 
6 
42 

5 

5 

9 

2 

9 

Montana-North  Dakota:  Lower 
Yellowstone  ... 

1 
3 
3 

Nebraska-Wyoming:  North  Platte 
Nevada:  Truckee-Carson 

1 
1 

12 

4 

5 

17 

New  Mexico: 

Carlsbad 

Hondo 

New  Mexico-Texas: 

Rio  Grande 

1 

1 
66 

2 
22 

6 
6 

2 

3 

Elephant  Butte  storage 

North  Dakota:    North    Dakota 
Dumnine. 

2 

2 

3 

5 

24 
2 
13 
36 
28 

23 

39 

2 
2 
7 

Oregon :  Umatilla 

5 

"22 

12 

4 
4 

"7 

1 

7 
3 

Oregon-California:  Klamath 

1 

1 

4 

South  Dakota:  Belle  Fourche 

1 

7 

Utah:  Strawbetty  Valley 

1 
9 

"4 
3 

1 

1 

.... 

2 

2 

3 

3 

1 
2 
2 

1 
1 

2 

15 

Washington: 

Okanogan 

4 

Yakima  storage  unit 

2 

5 

1 
3 

1 

109 

4 

.... 

2 

2 

10 

Sunnysido  unit 

Tieton  unit 

1 

44 

19 

2 

.... 

> 

Wyoming:  Shoshone 

1 

2 

6 

4 

Washington,  field  offices  coopera- 
tive work 

1 

1 

Total,  June,  1914 

27 

68 

68 

84 

18 

264 

621 

132 

81 

92 

60 

113 

6 

9 

8 

172 

Total,  June,  1913 

25 

42 

65 

73 

13 

171 

5»4 

133 

89 

92 

54 

97 

10 

8 

11 

154 

NOTES.  • 

Salt  River.— Locomotive  is  electric. 

California,  Or/and.— Narrow-gauge  cars  are  a4-inch  Koppel;  not  included  In  above,  1  screening  plant. 
Contractors  also  have  large  equipment,  Including  436  horses. 

Colorado,  Grand  Va/Zey.— Locomotives  are  electric.  Contractors  also  have  equipment,  including  54 
horses. 

lijho,  Boise,  dinribution  unit.— Two  of  the  3  excavators  are  electric;  locomotives  are  narrow  eaofe.  Not 
included  in  above  are  1  gasoline  speeder,  1  sawmill,  and  7  tongue  scrapers;  spring  wagons  include  8  buggies. 
Stomge  unit:  Graders  are  Bagley's  graders;  locomotives  are  3  standard  gauge  and  4  narrow  gauge.  Not 
included  in  above  are  an  ice  plant,  a  motor  car,  a  gasoline  speeder,  a  sawmill,  and  a  sand-cement  plant. 

Idaho,  Afinidoka.— Pumps  include  three  4-lnch  diaphxagms  and  one  2-inch  oentriftigal.  Spring  wagons 
include  13  buggies. 

Idaho-  Wyoming,  Snake  River  Horage  unit.— Not  included  in  above:  1  disk  harrow,  14  steel  oil  barrels,  and 
2  ranues. 

liiho-  Wyoming,  Jackson  Lake  enlargement.— Dredge  includes  the  following,  not  In  above:  A  2&-horsepower 
engine  and  20-horsepower  hoist,  6  boilers,  2  feed  pumps,  one  12-inch  dredgmg  pump,  and  a  200-hor9epower 
en^'ine  and  1  stiff-leg  derrick. 

Monnni,  Blackffet.—RlevAtlng  grader  includes  a  gas  engine. 

Montana,  Flathj>ad.—CBis  are  dump  cars;  other  carts  include  7  concrete;  roUers  are  horse  rollers;  con- 
tractors have  a  large  equipment,  including  58  horses. 
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Summary  of  reclamation  work  to  June  30,  19 H — Continued. 

Projects. 

ElecUic 
genera- 
tors. 

Electric 
motors. 

P. 

1 

Oasoltaie 
engines. 

Steam 
enghies. 

1 
1 

1 

1 

1 

1 

1 

1 

Arizona:  Salt  River 

ArlEonapCaUfomla:  Yuma.. 
California:  Orland 

6 
3 

1,633 
125 

45 

4 
1 

27 
5 

1,701 
60 
4 

982 
111 

.... 

1 
2 

6 
20 
4 

4 

597 
22 

31 

7 
24 

920 

1 
2 

.... 

72 

78 
6 

9 
51 

3S 

35 
44 

4 

Colorado: 

Grand  VaDey 

6 

4 

388 
350 

3 
10 

1 

1 
1 

2 

7 

435 
775 

12 

40 
10 

45 

167 

1 

.... 

3 

Unoompahgre  Valley . . . 

2 

3 

Idaho: 
Bobe- 

Distribationunit... 

11 

46 

3 

4 

.... 
3 

3 

Storage  unit   (Ar- 
rowrock) 

4 
1 

1 

2,025 

10 

50 

73 
9 

2,000 
73 

7 

I^lnidoka        

5 

159 

Idaho-Wyoming: 

Snake  River  storage 

Jackson  Lake  enlarge- 
ment  

1 

14 

Kansas:  Garden  City 

6 

470 

16 

349 

1 

5 

33 

Montana: 

Blackfeet 

1 
1 

2 
3 

79 
102 
47 
16 
71 
45 
64 

33 

146 
81 

2 

1 

38 
11 

7 
20 
31 

65 
26 

6 
137 

'"*i3 
23 

Flathead 

4 

13 

1 

40 

.... 

1 

Fort  Peck 

. ... 

Hnntley 

3 

10 

1 

MUk  River 

1 

15 

2 

8 
6 

4 

5 

9 
3 

140 
182 
160 

180 

200 

58 

1 
1 

.... 

St.  ICary  storage 

3 

Sim  River T 

11 

325 

3 

2 

7 
5 

3 

24 

8 

46 
30 

35 

2 

Montana  -  North    Dakota: 
Lower  Yellowstone 

1 

2 
2 

1 

Nebraska- Wyoming:  North 
Platte....:......: 

1 
4 

45 
1,040 

2 
25 

13 
2,265 

.... 

1 
1 

2 

1 
1 

1 

Nevada:  Truckee-Carson. . . 
New  Mexico: 

Carlsbad 

4 

Hondo 

.. 

' 

New  Mexico-Texas: 

Rio  Grande 

1 
78 

1 

6 
2,747 

2 

.... 

3 
5 

16 
103 

Elephant  Butte  storage . 

5 

1,630 

4 
1 

I 

1 

65 

15 
70 
34 

30 

.... 

4 

North    Dakota:    North 
Dakota  pumping 

Oregon:  ifmatUla 

" 

6 
3 

3 
2 

1 
1 
4 
2 
7 

2 

28 
19 

22 
45 

2 
18 
40 

8 
42 

8 

1 
2 

Oregon-California:  Klamath 

1 
1 

.... 

South  Dakota:  Belle 
Fourche 

1 
7 

3 
1,255 

1 
.... 

9 

Utah:  Strawberry  VaUey. . . 
Washington: 

Oiranogan 

3 

127 

4 

Yakima  storage  unit.. . . 
SiuiDyside  unit 

4 

282 

16 

299 

8 
2 
6 

176 
45 
104 

2 

.... 

6 

Tieton  unit 

1 

2 

Wyoming:  Shoshone 

3 

1 

3 

Washington,  field  offices  co- 
operative work ... 

. . . . 

* 

"* 

... 

Total,  June,  1914 

55 
53 

9,221 

317 

11,064 

17 

121 

1,450 

119 

4,011 

28 

12 

27 

1,411 

12 

41 

Total,  June,  1913 

8,709 

292 

10,310 

16 

111 

1,402 

105 

3,707 

20 

6 

28 

1,442 

10 

38 

Montana,  Huntley.— Tumps  include  one  5-inch  centrifugal;  excavator  is  an  "Austin  Special."  Con- 
tractors have  an  equipment  including  2  Parson's  excavators. 

Afcmtana.  MUk  fiiivr.— Contractors  also  have  large  equipments,  including  284  horses;  St.  Mary  storage 
unit  electric-light  plants  are  800  candlepower  each.  Light  freight  wagons  Include  2  tank  wagons.  Con- 
tractors also  have  large  equipment,  including  650  horses. 

Montana,  Sun  i^ivrr.— Narrow-gauKe  cars  include  4  yard  dump  and  1  flat  car.  Locomotives  are  narrow 
gauge.    Contractors  also  have  large  equipment,  including  475  horses. 

Montana^ North  Dakota,  lA>wer  Vd/o«?stoT»«.— Derricks  include  3  stifT-leg  and  3  guy  derricks. 

Nehraaka-  Wyoming,  North  Ptot(^.— Excavators  include  1  trench  machine;  spring  wagons  include  5  buftgies. 
Contractors  also  have  large  equipment,  including  317  horses. 

Nevada,  Truckee-  OnrMm.— Drills  include  7  steam  and  1  electric.  Steam  shovels  include  1  electric  shovel. 
Not  included  in  above  are  1  track  speeder  and  3  back-up  scrapers. 

New  Mexko,  Rio  Grandc.—Pumps  include  3  diaphragm,  1  centrifugal,  and  3  hand  pumps. 
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Summary  of  reclamation  work  to  June  30,  X914 — (Continued, 


Projecte. 

1 

1 

1 

i. 

M 

J 

1 

1 

a 
55 

1 

•0 

s 

OQ 

1 
i 

1 

I 

s 

i 

1 

i 

1 

1 

Arisona:  Salt  River 

21 
3 

1 

.... 

1 

1 
4 

1 
1 

1 

2 

35 

36 

7 

3 
14 

38 

12 

7 

34 

50 

7 

8 
17 

25 

15 

4 

1 
2 



115 
140 

8 

118 
12 

8 

15 
151 

55 

33 
18 

76 

7 
15 

4 

10 
36 

14 

8 
10 

24 

80 
14 
3 

11 

*i6 

IS 

Arizona-Califomia:  Yuma.. 
California:  Orland 

.... 

2 

.... 

4 

19 
2 

3 
17 

11 

14 
2 

r      6 

4 

Colorado: 

Grand  Valley 

2 

1 

5 

Umoompah^  Valley . 
Idaho: 
Boise- 
Distribution  unit. . 

2 

4 



27 

73 

3 

4 

11 

2 

4 

4 

17 

Storage  unit  (Ar- 
rowrock) 

3 

'  "3 

5 

1 



1 

? 

Minidoka 

4 

10 

Idaho-Wyoming: 

Snake  River  stonigA^. . 

Jackson  Lake  enlarge- 
ment   

1 
3 

27 
25 
28 
11 
11 
24 
7 

12 

23 

14 

6 

8 
31 

9 
1 
1 
6 
13 
14 
12 

14 

25 

34 

4 
1 

7 
27 

8 

2 

7 

Tf^anmw  'harden  f^Hyr  .  t 

Montana: 

Blackfeet 

3 

1 
1 
1 
1 

1 

'"4 

1 
2 

3 

.... 

12 
47 
103 
2 
17 
6 
5 

13 

19 
39 

11 

92 

48 

7 

50 
25 
21 
11 

49 

: 

5 

6 
6 

8 
20 
19 

30 
31 

8 
51 
23 

6 
39 

17 
20 
6 
10 
17 

'is 

14 

55 
19 

25 

13 
27 
2 
3 

4 
13 
18 

8 

8 
19 

3 

10 
6 
9 
3 

12 
7 
9 

4 

45 

7 

6 

Flathead 

.... 

2 

16 
2 

.... 

2 

1 

15 

6 

Fort  Peck 

3 

Huntley 

K 

Milk  River 

6 

4 
7 

7 

8 

4 

17 
35 

15 

3 

St.  ICary  storage 



1 
1 

.... 

4 

Sun  River T 

2 

1 

1 
1 

.... 

1 

7 

MontanarNorth     Dakota: 
Lower  Yellowstone 

5 

Nebraska- Wyoming:  North 
Platte 

1 

1 

.... 

?6 

Nevada:  Truckee^arson . . 

3 

2 

6 

New  Mexico: 

Carlsbad 

Hondo 

1 

2 

4 

1 
1 
8 

16 

8 

1 
5 
5 
3 
17 

New  Mexico-Texas: 

Rio  Grande 

4 

1 

2 
9 
20 

14 
13 

4 
11 
9 
6 
21 

3 
6 

1 
23 
38 

17 
15 

2 
23 
15 

4 
22 

9 

Elephant  Butte  storage 
North  Dakota:  North  Da- 
kota pumping 

5 

2 

18 

1 
7 
14 

6 

1 

2 

7 

Oregon:  UmatUla 

15 
6 

5 
14 

'ie 

3 
7 
19 

3 

: 

8 
23 
11 

2 
10 

1 
2 

3 

Oregon-California:  Klamath 

2 

1 

1 

1 

1 

13 
2 

8 

South    Dakota:     Belle 
Fourche 

1 

1 

10 

Utah:  Strawberry  Valley.. 

1 

1 
1 

.... 

8 

1 
14 

3 

Washington: 

Okanogan 

2 

1 
1 
1 

3 

Yakima  storage  unit. . . 
Hnnnyside  unit 

1 

.... 

1 

2 

7 

20 

4 

Tietf>n  unit  

1 

i 

4 

Wyoming:  Shoshone 

Washington,  field  offices 
cooperative  work 

2 

1 

g 

.... 

Total,  June,  1914.... 

53 

30 

457 

455 

20 

10 

824 

1,202 

441 

85 

3 

13 

7 

158 

262 

304 

203 

Total,  June,  1913 

50 

23 

437 

434 

21 

8 

782 

1,209 

388 

82 

9 

14 

6 

160 

245 

298 

225 

New  Aferico,  Rio  Orand«,  Elephant  BuUe  storage.— PeTcassion  drills  include  2  Chamdere  and  1  Calyx 
drill.  Not  included  in  above  are  1  cement  gun,  1  grouting  machine,  2  drill  sharpeners,  1  motor  car,  and 
126  skips. 

Oregon- OUifomia,  Klamath.— Bo&ts  include  2  launches  and  2  barges;  pumps  Indnde  2  diaphragm,  1 
gear  operated,  and  3  centrifugal;  sprinf  wagons  include  3  buggies.  Not  incluaed  in  the  above  are  a  hay 
baler  3  harrows,  2  mowers,  1  set  ofsana-cnishing  rolls.    Pile  driver  includes  hammer  only. 

South  Dakota,  Belle  Fourc^.— Locomotives  are  36-lnch  gauge.  Contractors  also  haveiarge equipment, 
including  125  horses. 

Utah,  Strawberry  Valley.— Other  carts  are  concrete  carts.  Percussion  drills  include  9  air  and  6  electric 
rock  drills.    Locomotives  are  electric. 

Woihinffton,  OUcano^n.—Percussion  drills  are  steam  drills.    Pile  drivers  include  hammer  only. 

Washington.  Yakima  storage  unit.— Boats  include  3  gasoline  launches.  Electric  motors  include  2  hoists, 
with  44  total  horsepower. 

Washington,  Yakima,  Tieton  uni/.— Narrow-gauge  cars  are  shape-transporting  cars.  Sfving  wagons 
Include  3  ounies  and  hacks.    Contractors  have  an  equipment  including  12  norses. 

Wyoming,  Bhoshone.—ExoKvator  Includes  1  Austin  trenching  machine. 
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Summary  of  reclamation  work  to  June  SO,  19H — ContinuecL 


Projects. 


Arkona:  Salt  River. 
AiiioDarCalifonila: 

Yuma 

California:  Orland. . 
Colorado: 

Grand  Valley... 
Uncompah  g  r  e 

VaUey , 

Idaho: 


Distribution 

unit 

Storage  unit 
(Arrow- 
rock) 

Minidoka 

Idaho-Wyoming: 
Snake  River  stor- 

JaSson     Lake 
enlargement... 
Kansas:  Garden  City 
Montana: 

Blackfeet 

Flathead 

Fort  Peck 

Huntley 

Milk  River 

St.  Mary  storage 

Sun  River 

Montana-North  Da- 
kota: Lower  Yel- 
lowstone  

Nebraska-Wyoming: 

North  Platte 

Nevada:     Trockee- 

Carson 

New  Mexico: 

Cailsbad 

Hondo 

New  Mexico-Texas: 

Rio  Grande 

Elephant  Butte 

storage 

North  Dakota:  North 
Dakota  pumping. . 
Oregon:  Umatilla... 
Orenm  -  Calllbmia: 

Klamath 

South  Dakota:  BeUe 

Fourche 

Utah:  Strawberry 

Valley 

Washington: 

Okanogan 

Yakima  storage 

unit 

Sunnyslde  unit . 

Tietonunit 

Wyoming:  Shoshone 

Washington,  field 

offices  cooperative 

work 


Total,  June,  1914. 
Total,  June,  1913. 


Average  force  of  employees  (Jan- 
uary to  June). 


20 


17 
14 

2 

8 

6 

7 
6 

4 

12 
9 
4 

8 

168 


100 


175 
92 


8 
39 

7 

9 
18 

5 
27 


11 
46 
62 

11 

1 

68 

91 

6 
16 

10 

16 

15 

4 


514)  1,207 
1,479 


300 


475 
18 


312 
125 


636 


648 
237 


46 

1 

97 
113 

90 

71 
115 

80 
112 


112 

240 

131 
5 

368 

960 

26 
100 

76 

48 


225 
15 
55 

106 


5,954 
3,936 


420 


556 
32 


364 
183 


654 


348 


53 

1 

111 
166 
103 

89 
152 

96 
160 


65 

174 

317 

145 
6 

443 

1,065 

34 
123 

92 

71 

30 

25        33 


272 
51 
80 

138 


215 


7,675 
5,415 


18 


10 


12 


420 


556 

90 


406 
223 


654 


348 


53 

1 

111 
196 
103 
94 
154 
309 


65 

237 

317 

163 
6 

443 

1,065 

34 
123 

102 


32|   108 
30 


272 
51 
92 

138 


215 


8,437 
6,070 


Maximnm  force  of  employees  (Jan- 
uary to  June). 


23 


130 


92 


224 
125 


26 


19 
84 
64 

11 

1 

74 

107 

6 
24 

17 

34 

18 

10 

90 
28 
29 
42 


563  1,641 
1,810 


450 


825 
26 


376 
175 


587 


846 
411 


139 

1 

360 
172 
260 
203 
221 
140 
136 


122 
219 
254 

222 

27 


51 
149 

138 

120 

28 

65 

425 
50 
108 
197 

84 


9,458 
6,613 


603 


910 
45 


435 

249 


712 


1,080 
555 


172 

1 

381 
233 
280 
224 
264 
168 
190 


147 
319 
333 

236 

28 

919 

1,158 

60 
182 

161 

161 

55 

80 

535 

88 

141 

249 

308 


1,662 
8,423 


101 
70 
60 


15 
200 
275 
540 


173 


37 


20 


1,637 
1,073 


608 


910 
146 


505 
309 


712 


1,060 
555 


172 

1 


381 
314 


464 
443 
730 


147 
492 


273 

28 


60 
182 

186 

201 

55 

80 

535 

88 

161 

240 


I 

is 


502 

835 

128 

368 
177 

215 


1,060 
462 


172 

1 

87 
127 
218 
131 
308 
318 
361 


77 
329 
316 

83 

8 

166 


919 
1,1581  1,130|    1.67 


475 
51 
127 
146 


308      261 


3,299  9,228 
9,496j  7,616 


I 


P 


12.00 

2.00 
2.60 

2.26 

2.12 

2.30 


2.60 
2.25 


2.60 


2.40 
2.50 
2.60 
2.50 
2.50 
2.50 
2.25 


Z26 

2.12 

2.20 

1.50 
1.76 

1.25 


46     2.50 
1821    2.40 

2.48 

186     2.24 

2.50 

2.60 


2.20 
2.20 
2.00 
2.40 


2.23 
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CEOP  STAnsncs  ksd  operation  ksb  maihtehance  data. 

Acreage  cropped  and  irrigated,  191S. 


state  and  project. 


Irrigated  for  crop  productkn. 


Grain. 


r 


id 


Hay. 


3 

o 


AriEona:  Salt  River 

Arisona-California: 

Yuma 

California:  Orland 

Colorado:  Uooompabgre. 
Idaho: 

Boise 


24,946 
1,201 


97 
2,315 


1,889 

289 
21 
117 

2,862 


2,399 


2,928 


384 


4,797 

6,877 


Minidokar- 

Oravity  unit... 
Pumping  unit.. 


662 
945 


211 
52 


5,608 
4,853 


Total. 


1,607 


263 


10,461 


Montana: 

Flathead 

Fort  Peck 

Himtley 

Milk  River 

Sun  River 

Montana-North  Dakota: 

Lower  Yellowstone 

Nebraska:  North  Platte. 
Nevada:  Tnickee-Carson 
New  Mexico: 

Carlsbad 

Hondo 

New  Mexico-Texas:  Rio 

Grande 

North    DakoU:    North 
Dakota   pumping, 

WUlistonunit 

Oregon: 

IJaatUla 

Klamath 

South    Dakota:    Belle 

Fourche 

Washington: 

Okanogan 

Yakima- 

Simnyside  unit. 
Tietonunit 


122 


191 

35 

240 

1,027 
2,331 
1,880 


3 
326 


3,561 


278 


141 


3,972 
744 


2,923 

4 
56 


136 
313 


1,859 

191 

4,516 
1,088 


Total 

Percent... 
Total,  1912. 
Percent... 
Total,  1911. 
Percent... 


41,406 
6.5 

40,052 
6.1 

28,320 
4.7 


20,253 
3.2 

21,297 
5.3 

14,177 
2.3 


178 
179 


2,552 


.1      282 


1,232:. 


3,942 

260 

2,636 

1,160 
8,590 


90 


4,160 
0.6 

4,431 
0.7 

2,030 
0.4 


30 


808 


131 


219 


1,601 
5,343 


1,130 
3,211 


00956, 


\2 
4,193 

0.6 
2,156 

0.3 


1,271 
8.8 

64,626 
9.8 

55,007 
9.1 


14 
315 


3,931 
12,042 


38,727 

4,802 
21 

8,956 

24,411 


84,754 

10,321 
5,084 
10,545 

15,428 


2,166t  »,933 


985 


144 


11,306 
5.  CM 
11,1.9 

563   17.^=» 


3,849 
6,825 


10,627 
12,682 


17,427 
8,417 


858 
143 


620   18,905 

8.'»99 


10,674 


23,309 


25,844j  1,001 


659 


1,: 

1,139 
943 


3,905 
40 

5,772 
1,612 
4,008 


53.      147 


as7 


928 


3,136     5,605 
2,182;  17,592 


1,590 

1 


1,540 


106 


583 
13,096 


141 
345 

2,488 


1,641 
0.3 

1,953 
0.3 

2,124 
0.4 


k262 
10.3 


72,829 
11.1 

70,538 
12.7 


3,753 
1,601 


5,379 


411 

56 
6,164 

21,332 

191 

4,657 
2,609 

6,019 


4,848'. 

215. 

1,623|. 

1,4071. 
27,298. 
18,4831. 

7,801. 
648i. 

19,524 


335 
623 
467 

15C 

3,467 


1,092 

2,024 

8,399 


24,137 
3,284 

10,945 


191.022291,245 
45.4 


829200,381^.333 
37.1 
1,576 
42.0 


>«^ 


42 
1,950 

2,533 


1,121 
325 

33 


1,783 
1,480 

201 


4,150 
0.6 


0.8 


18,208  315, 42H 

2.8       49.1 

4,91431,291370,53?^ 

"  "       4.8       42.7 

19,432273,nv$ 

■  -       45.2 


3.2 


¥u 
3t^ 

5,1S3 

2,frt) 

1..W7 
27.2ys 
21,9AI 

7,<«1 

XAfs 

19,524 


1,175 

10,349 

9,921 

1,456 

27.041 
5,Q» 

11.179 


Digiti 


zed  by  Google 


CBOP  STATISTICS  AND  OPERATION  AND   MAINTENANCE  DATA.     425 
Acreage  cropped  and  irrigated,  1913 — Continued. 


Irrigated  for  crop  production— Continued. 

state  and  prqject. 

Vegetables. 

Fruit. 

1 

1 

II 

li 

M 

3 

5 

< 

1 

1 

1 

1 

1 

1 

Arizona:  Salt  River 

1,623 
64 

.... 

478 

2,500 
264 

71 
81 

463 

4,601 

31H 

71 

5,650 

1,859 

707 

285 

2,428 
47 

Arixona-CaUfornia:  Ynma 

California:  Orland 

i;56i 

91 

71 

20 
23 

8 

..... 
11 
40 

6 

171 

Colorado:  Unoompahgre 

55 
119 

160 
9 

5,354 
1,255 

13 

196 
39 

14 

1,833 
144 

Idaho: 

Boise 

Minidoka- 

Gravity  unit 

27 
67 

15 

1 

1,396 
3,159 

7W 

1,736 
3,534 

250 
12 

2 
2 

4 

54 
5 

310 

Pnmp^g  nnit 

....1    307 

19 

Total 

94 

16 

4,555 

..J    605 

5,270 

«2 

4 

4 

«, 

329 

, 

Montana: 

Flathead 

1 

« 

35 

10 

258 

2 

32 

28 
300 
180 

31 

85         2 

2 

Fort  Peck 



10 

396 

6 

213 

69 

1,456 

634 

49 

Huntley 

39 

::::"  w 

16 



Milk  River 

4 

181 

41 

1,156 

416 

, 

Montana-North   Dakota:   Lower 
Yellowstone 

I 

Nebraska:  North  Platte 

. 

38 

New  Mexico: 

Carlsbad 

2 

10 

175 
30 

1 
6 
94 

186 

Hondo 

80 

New  Mejdoo-Texas:  Rio  Grande. . 



472 



995 

26 

59 
87 
177 

140 

657 

185 

239 

i,467 
75 

299 
542 

317 

423 

North    Dakota:    North    Dakota 
pumping,  Williston  unit 

TTnm^fllft 

1 

3 
3 

45 

83 
212 
208 

161 

4,694 
3,700 

168 

11 

13 

87 

133 

244 

m^mti^h 

1 

South  Dakota:  Belle  Fouiche 

67 
14 

2 

Washington: 

Okanofpui 

924 

Yakima- 

Riinnyfldft  vn\t 

5,351 

4,141 

413 

6,291 
394 



1,186 
168 

694 
75 

198 

461 
33 

8,730 

Tictohunit 

223 

5 

33 

670 

'^'SSS^.. 

Total 

2,769 
0.4 
591 
0.1 

1,588 
0.3 

265 

22,949 
3.6 

29 
0 

7,425 

XI.  4.??' 4.  MA 

791 
0.1 

1,880 
0.3 

687 
0.1 

253 
0 

1,129 
0.2 

16,211 
2.5 

Percent 

I.2I    '5.2 

1.4 

Total,  1912 

7,183 

1.1 

3,994 

14,917 

Percent 

' 

2.3 

Totaltl911 

197 
0 

14,985 
2.S 

2n.7A5 

1 

18,000 

Per  cent 

O.7I    '3.5 

1 

3  0 

.  J.... 
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Irrigated  for  crop  production— Continued. 

State  and 

Seed. 

Other  crops. 

i 

1 

1 

1 

project. 

1 

1 

i 

^ 

it 

1 

ji 

1 

1 

1 

1 

1 

Aricona:     Salt 
River 

1,523 

487 

22,572 
598 
95 
57 
96 

4,646 
62 

11,638 
1,007 
3,466 
950 
2,976 

10,321 

5 

82 

123 

40,765 
11,988 
3,566 
8,692 
3,225 

11,800 
15,123 

2,9U 
836 

1,447 

161,642 
16,728 
6,967 

ArizQDa>Califor. 
nia:  Yuma... 

3,388 

3,388 

Califoniia:   Or- 
land 

Colorado:    Un- 
oompahgre.... 
Idaho: 

Boise 

18 
344 

20 
3,244 

48 

38 
3,636 

2,262 
2 

.... 

241 
30 

.... 

30,366 
>60,866 

Kinldokar- 

Gravlty 

unit.. 

29 
50 

.... 

29 
74 

472 
2,102 

.... 

5 
19 

46 
462 

.... 

4,600 
1,892 

381 

6,513 
4,475 

241   36.879 
20  29,303 

Pump- 
i  n  g 
unit.. 

24 

Total. 

24 

79 

103 

2,574 

.... 

24 

508 

.... 

6,501 

381 

9,988|      261 

66,241 

Montana: 

Flathead... 

2 

2 

1 

6 

6 



106 

119 

4,579 
410 

Fort  Peck.. 

Huntley.... 

4,475 
3 
3 

4,475,        28 

3 

424 

15,796 

Kllk  River. 

2,456 
6,807 

Sun  River.. 

69 

' 

72 

5 

.... 

416 

97 

1,200 

18,362 

581 

82 

894 

336 

2,189 

Montana-North 
Dakota:  Low- 
er Yellowstone 

179 
6,014 
19,767 

1,213 

22 

581 
2,116 

1,002 

76 

2,794 
849 
401 

3,161 
5,076 

1,340 

79 

1,850 
227 

2,343 
863 

7,410 

64,806 

42,943 

12,195 
808 

Nebraska: 
North  Platte.. 

2,946 

2,946 

2,920 
1,079 

Nevada:  Truo- 
kee-Carson 

New  Mexico: 
Carlsbad.... 

2,894 

3 

1 

2,898 

142 

80 

223 

1,610 

Hondo 

New     Mexico- 
Texas:      Rio 

54 
3 

54 
3 

20 

146 

19 

406 
2,116 

285 

47 

2,322 
4J0 
382 

1,047 

9 

28 
813 

26,720 

1,686 

3,03S 

18,928 

32,568 
2,736 

46,236 

12,595 
18,178 

North  Dakota: 
North  Dakota 

Willistonimft 

3 
3 

.... 

Oreson: 
T^fnatnia 

76 

Klamath... 

South  Dakota: 
Belle  Fourche 

1,576 

54 

1,630 

8 

.... 

709 

Washington: 
Olouiogan.. 

Yakima— 
Sunnv- 
side 
unit.. 

160 
238 

Tieton 
unit.. 

195 
3 

6 

1 

Wyoming: 
Shoshone. . . 

151 

15 

.... 

166 

9 

6 

Total 

Per  cent. . 
Total,  1912 

11,467 
1.8 

8,188 
1.2 

3,361 
0.5 

108 
0 
99 
0 

14,936 
2.3 

8,287 
1.2 

14,859 
2.3 

14,121 
2.1 

8,214 
1.4 

715 
0.1 
685 
0.1 
343 
0.1 

24,674 
3.8 

1,431 
0.2 

5,117 
1.0 

1,275 
0.2 

3,606 
0.6 

800 
0.1 

397 
0.1 

»,602 
8.3 

16,810 
2.5 

116,872 

47,364 
7.4 

542,216 
100.06 
530,934 

Per  cent. . 

Total,  1911 

.... 

417 
0.1 

i7,128 
7.8 

69.708 
10.0 

170,106 

Percent.. 

Total,  1910 

112,894 

1  Includes  1.674  acres  cropped  but  not  reported  In  detail;  cropped  area  i 
Irrigated  area  in  same  proportion  as  for  rest  oi  project. 


Bumed  from  1,918 
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state  and  project. 


Irrigated  for— 


1 


ri, 


Total  Irrigated. 


Arizcna:  Salt  River 

Arixona-Califomia:  Yuma. 

California:  Orland 

Colorado:  Uncompahgre... 
Idaho: 

Boise 


2Q0 


403 
1,414 

6,063 


2,214 
5,802 


774 
1.053 


1,380 

2,881 

137 

60 


Minidoka— 

Gravity  mlt... 
Pumpmg  unit. 


947 


4,161 
2,483 


1,830 
400 


960 
1,342 


Total. 


1,440 


6,644 


2,230  2,311 


Montana: 

Flatbead 

Fort  Peck 

Huntley 

Milk  River 

Sun  River 

Montana-North  Dakota:  Lower  Yd- 

iowstone , 

Nebraska:  North  Platte 

Nevada:  Truckee-Carson 

New  Mexico: 

Carlsbad 

Hondo 

New  Mexioo-l'exas:  Rio  Grande 

North  Dakota:  North  Dakota  pump- 
ing, Wllliston  unit 

Oregon: 

Umatilla 

Klamath 

South  Dakota:  Belle  Fouiohe 

Washington: 

Okfibogan 

Yakima— 

Sunnyside  unit 

Tieton  unit 

Wyoming: 

Shoehone 

Buford-Trenton 


32 


20 


132 


9,292 
4,523 

1,468 


241 
612 


250 


1,003 
1,441 


365 
124 


96 
296 


191 


5,795 

9,831 
6,740 

101 


2,361 
2,598 


545 
76 


53 

922 

"i22 

80 

3,929 
2,285 

31 


Total. 


35,007 


35,624 


163.312 
19,607 
6,617 
3,400|    31,428 

6.440  58.265 


128,628 
13,767 
4,230 
27,887 

36,798 


115,514 
8,570 
2. 
20,995 

27,575 


106,000 

8,600 

700 

17,080 

33,377 


913 
1,996 


43,873 
32,084 


40,615 
29,623 


48,615 
22,220 


26,707 
11,000 


2,909  75,957 


70,238 


70,835 


37,707 


155 


6,769 
4,523 


98 
698 


911 

4,061 
3,415 

1,561 


4,631 
410 
15,798 
2.545 
7,419 

7, 
56,829 
43,075 

14,260 

932 

27,723 

1,739 

4,994 
18.928 
32,881 

7,700 

58,300 
18,750 

19,423 


4,208   2,370 


14,425 

351 

6,824 

5,068 
50,205 
36,620 

13,459 

1,261 

23,115 


4,600 
23,834 
27,897 

7,260 

55,800 
15,006 

16,524 


12,000 
2,070 
6,892 

15,443 
44,736 
30,139 

14,1 

1,135 

25,980 

2,426 

3,515 
23,869 
19,810 

6,467 

51,040 

7,180 

16,216 
1,163 


2,000 
8,666 


4,194 

8,655 
48,537 
27,557 

13,155 

1,300 

22,600 

1,403 

2,574 
27,108 
15,410 

4,400 

48,256 
1,695 

14,701 
457 


4,678  16,371 34, 930|  699,183 


588,370 


533,406 


455,438 
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428      THIRTEENTH  ANNUAL  REPORT  OF  RECLAMATION  SERVICB. 
Average  crop  yields  per  acre,  191S, 


Hay. 

Grain. 

state  and  project. 

1 

1 

1 

O 

1 

1 

i! 

H 

1 

1 

1 

1 

1 

Arizona:  Salt  River 

rem*. 
4.0 

Tom. 

Tom. 

2.0 

1.5 

Tom. 

4.0 

3.5 

4.3 

2.6 

3.3 

Buih. 
30.0 
31.0 

*39."3' 
18.7 

BxuK 

20.0 

13.0 

16.7 

40.0 

20.0 

B\uk. 

fittA. 

Buth. 
35.0 

Butk. 

Bua>. 

28.0 
20.1 

BvA. 

29.0 

Arizona-California:  Yuma. . 

3.7    1 

38.5 

34.0 

California:  Orland. 

3.03 

2.7 

3.6 

16.7 

Colorado:  Unoompahgre. . . . 
Idaho:  Boise. ...  .\77f. 

0.6 
1  M 

1.3 
L28 



29.0 
24.35 

21.6 
3.4 

21.7 
15.8 

26.0 
19.0 

Idaho: 

Minidokar- 

Oravityunit 

Pumping  unit 

3.0 
3.0 

2.89 
2.16 

2.25 
1.46 

3.0 
3.0 

30.4 
24.7 

18.6 
10.2 

1.55 

30.1 
27.9 

20.0 
15.0 

23.0 
21.0 

27.0 
24.0 

Total 

3.0 

2.8 

2.2 

3.0 

27.0 

17.0 

1.55 

29.0 

aao 

22.0 

25.0 

Montana: 

Flathead 

1.7 

1.4 

.8 

1.1 
1.0 
3.3 
1.1 
2.0 
2.2 

2.3 
2.3 

1.6 
1.67 

2.1 

1.8 

3.9 
2.1 

L8 

2.9 

4.8 
2.9 
2.3 

16.0 

62.0 

8.0 
8.0 

38.0 

16.0 

30.0 

Fort  Peck 

11.5 

Huntley 

3.45 
L9 
2.25 
2.3 

2.3 
2.5 

1.6 
1.67 

2.1 

1.9 

3.96 
2.2 

2.1 

1.8 

.85 

1.02 

1.0 

13.3 
10.8 
25.5 
22.5 

21.0 
23.0 

16.6 

6.1 

9ft  0 

iao* 
7.0 

18.0 
11.7 
19.0 
17.6 

15.0 
19.0 

30.0 

25.0 

MUk  River 

8. 0      27-  2 

13.  <« 

Sun  River 

10.0 
10.2 

29.5 
31.0 

26.0 
36.0 

15.4 

26.0 

Lower  Yellowstone 

21.0 

NebraskarWyoming:  North 
Platte : 

19.0 

21.0 

Nevada:  Truckee  Carson 

1.15 

22.0 

New  Mexico: 

Carlsbad 

15.9 

13.8 

14  0 

Hondo 

New    Mexico-Texas:    Rio 
Grande 

12.3 

22.2 

*29.*6' 
24.3 

'34.2" 
18.0 

6.7 

19.6 
19.4 

25.9 
3a4 

13.2 
12.4 

12.0 

North  Dakota:  North  Da- 
kota pumping,  Williston 
unit 

1.7 

.64 

.9 
1.58 

.9 

18.0 

22.0 

Umatilla. 

19  0 

Klamath 

37.2 
30.3 

15.0 

las 

1&8 
14.9 

30.0 

South  Dakota:  BeUe- 
fourche 

19.1 

21.0 

50.0 
26.0 
11.33 

4.7 

10.0 

Washington: 

Okanoean. 

21.0 

Yakima- 

Sunny side  unit 

Tietonunit 

Wyoming:  Shoshone 

5.0 
3.4 
2.31 

3.5 

2.2 

.3 

3.0 
1.9 

.83 

50.0 

21.0 
26.35 

32.4 
14.1 

25.0 
21.0 

Average 

3.2 
3.1 

2.4 
3.0 

1.6    .31 

28.0 
28.0 

25.0 
25.0 

31.0 
23.0 

8.3 
12.0 

28.5 
32.0 

8.9 
9.0 

18.8 

19.0 : 

25,0 

Average,  1912 

...  j 
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Average  crop  yields  per  acre,  19 13 — Continued. 


Vegetables, 

Fruit. 

State  and  project. 

1 

BiUh. 

og 

Btuk. 
40.0 

lis 

o  « 

i 

< 

1 

0 

Pi 

1 

1 

Small. 
Total. 

Arlxona:  Salt  River 

Buth, 
16.0 
7.3 

Buih. 

Lba, 

Lb$. 
3,000 

Lb8. 

Lb8. 

Lb8. 

Lb$. 
3,000 

:),880 

CUifomia:  Orland 

7,100 

5.000 
4,108 
4,637 

3,250 
1,054 
4,260 

4.615 

Colorado:  Uncompahgre 

ia<^ho:  BofflA  .        

13.7 
11.9 

246.0 
81.0 

13&0 
90.0 

'35.'5' 

4,548 
8,096 

9.4 
658 

220 

3,950 
5,750 

Idaho: 

Minidoka- 

Gravity  unit 

19.0 
10.7 

98.0 
200.0 

151.0 
111  n 

547 
1,396 

323 
400 

213 

480 
2,700 

530 

PflmpfaiR  unit 

1,630 

Total 

13.1 

99.0 

123.0 

586 

362 

213 

668 

594 

Montana: 

Flathead 

86.0 

4,060 

4.060 

Fort  Peck 

Huntley 

7.9 

iao.o 

129.0 
104.0 
113.0 

131.0 
72.0 

Milk  River 

Bun  River 

Lower  Yellowstone 

Nebraska>Wyoming:    North 
Platte 

Nevada:  Truckee  Carson 

287.0 

New  Mexico: 

Carlsbad 

«.0 

50.5 

1,620 
1,511 

4,255 
1,110 

1.583 
208 

412 

4.090 

Hondo 

890 

New  Mextno-Texae:  Rio 
Grande 

2.6 
24.0 

1,350 

North  Dakota:  North  Dakota 
pumping,  Williston  unit. . . . 
Oregon: 

Umatilla 

145.0 

122.0 

91.0 
98.4 
86.3 

100.0 

264.0 
198.0 
68.0 

164 

10.692 

715 



490 

1,100 

Kl^rnAth 

6.7 
11.33 

88.0 

> 

Washtaigton: 

OkanosttD 

1,130 

Yakima— 

Sunnys^dA  unit 

4.160 

6,000 
5,450 

8,390 
1,410 

10,000 

2;534' 

4,870 

Tieton  unit 

5.4 
1.33 

94 
72.0 

'3;  760 

3,860 

12.0 
13.0 

213.0 
274.0 

161.0 
146.0 

44.0  1  4,120  13,490 
118.0  13,600.5,680 

4,710  ,  7,420 
10,200  12,840 

8,740 

1,760  1  4.0% 

Averairo.  1912 

9,800 

64162**— 15 ^28 
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Average  crop  yields  per  acre,  1919 — Continned. 


Seed. 

Other  crops. 

state  and  project. 

1 

5 

1 

:i4 

i 

\i 

1 

I 

1 

Arixona*  Salt  River  

Biuh. 

Buth. 

J9lMft. 

Tom. 
&5 

Ttma. 
15.0 

Tona. 
a  75 
2L86 
.73 
2.4 
3.27 

Lte. 
875 
316 

Buak, 

ZJbs. 

AnmnA-OAllforniA*  Vnma 

6.6 

California:  Orland 

Colorado:  Unoompahgre 

Idaho:  Rolse r-r. 

1.6 
1.74 

.8 
4.64 

"6.76' 

7.6 
5.0 

1.9 
4.9 

Idaho: 

Minidoka— 
Gravitv  nnJt 

4.86 
3.4 

9.76 
&26 

L8 
2.9 

34.0 
1&8 

Pumping  unit 

3.75 

Total 

8,75 

3.9 

&6 

2.6 

17.5 

Montana: 

Flathead 

l&O 

5.0 

&0 

8.0 

Fort  Peck 

Huntley    

10.2 
2.0 
6u33 

i 

Milk  River 

Sun  River              

0.5 

15.0 

20.0 

NebraskarWyoming:  North 
Platte 

1.1 

11.0 
8.76 

Nevada*  Tnickee  Caraon 

New  Mexk»: 

Carlsbad             

2.37 

4.66 

12.0 

2.62 
1.19 

i47 

199 

Hondo 

New  Mexico-Texas:  Rio 
Grande 

3.7 
L2 

L5 

North  Dakota:    North  Da- 
kota pumping,  Williston 
unit                 ,  ««. 

^iJmatilla         

, 

Z8 

Klamath 

South  Dakota*  B^lefourche 

1.4 

5.8 

6.9 

1.0 

Washington: 

Okanogan -  r 

Yaklman- 

1,893 

Tietonunit 

' 

3.7 

19.5 
13.33 

808 

Wyoming :  Shoshone 

1.16 

4.0 

7.68 

.5 

1.43   

Average 

2.8 
3.4 

4.6 


6u7 
13.0 

9.4 
9.1 

11.0 
2.9 

.9 
3.3 

331 
201 

12.0 
22.0 

1,310 

Averaee.  1912 

lisoo 
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■8 

.2 
c 

6 


§1 


Is 


423 


dot 
^3 


I-- 


§i 


es 


g| 


IS 


ii 


3 
5 


^8 


5JR 


g^s; 


I 

03 


l! 


-3  _ 

^    Li. 


4 
It 

On 

2° 


3SS 


psliili^llpfgglll 
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434     THIRTEENTH  ANNUAL  HEPORT  OP  RECLAMATION  SERVICB. 
Average  crop  prices,  1913, 


Hay. 

Grahi. 

state  and  project. 

3 

3 

^ 

o 

1 

1 

1 

i. 

h 

6 

1 

1     1 

1 

1 

AriEona:  Salt  River 

Ton. 
$7.00 

7.53 
10.01 

7.48 

5.50 

5.50 
6.50 

laoo 

Ton. 

Ton. 
19.00 
8.96 

Ton. 

$7.00 

7.69 

laoi 

7.46 

5.58 

5.52 
6.50 

laso 

4.50 
5.72 
10.55 
6.48 

9.71 

5.00 
7.00 

9.63 
1L61 

12.96 

12.82 
7.98 
8.07 
5.12 

10.00 

7.15 
6.96 
6.50 

Bu. 
ta65 
.628 

".*37* 

.50 

.48 
.43 

.56 

Bu. 

ia85 

.735 
.96 
LOO 

.70 

.75 

.75 

.60 

Bu. 

Bu. 

Bu.     Bu. 
•a  55 

Bu. 

laso 

.864 

Bu. 

lass 

AfiiFonA^CaliforTiIa:  v^im^ 

ia5i3 

.56 

CalifomJa:  Orland 

.96 

Colorado:  Unoompehgre. . . 
Idaho: 

Boise 

17.36 

7.00 

5.50 
5.50 

10.00 

6.27 

7.00 

6.25 
6.25 

12.00 

1 

.43S1..'» 

.79 

.66 

.60 
.60 

.65 

.57 

.30 

.36 
.38 

30 

.60 

.566 
.60 

.52 

Mfnidoka- 

Oravltvunit 

PumpBigunlt 

Montana: 

Flathead 

$L36 
1  12 

.45 
.40 

36 

Fort  Peck 

LOO 

...       1::::" 

.74 

Huntley , 

5.60 

10.001 

6.00     --- 

11.85 
10.95 
10.20 

9.08 

.48 
.36 
.70 

.46 

.60 
.60 

LOS 

L20 
L24 
1.10 

L19 

.32 

.40 

.50)     -AA 

.66 
.65 
.60 

.70 

.63 

.85 

L20 

40 

ynir  R?v«r 

.60 

Sun  River 

54 

MontanarNorth      Dakota: 
Lower  Yellowstone 

9.74 

5.00 
7.00 

9.63 
11,61 

1196 

13.00 
8.00 
8.00 
4.50 

.26 

.40 
.40 

L17 

.45 

.53 

Nebraska- Wyoming:  North 
Platte 

.70 
1.11 

.50 

Nevada:  Truckee-Careon. . . 
New  Mexico: 

Carlsbad 

:::: 

7.00 

.81 

.67 
90 

Hondo 

New   Mexloo-Texas:     Rio 
Grande 

.77 

.40 

*  '.'56' 
.60 

".'62' 
.80 

LIO 

.55 

.84 

.60 
.35 

.98 
.70 

.89 

North  Dakota:  North  Dar 
kota  pumping,  Williston 
unit  .. 

"7.'35 

10.00 
6.00 
8.45 

10.00 

L20 

.47 

Oregon:  Umatilla 

.84 

Oregon-California:  Klamath 

.30 
.40 

.50 
.60 

.75 
.60 

.45 

South  Dakota:  BelleFourche 
Washington: 

Okanogan ,  . 

io 

LOO 

.70 
.65 
.50 

L50 

.54 

1.00 

Yakhna— 

7.00 
7.15 
6.50 

8.00 
8.15 
5.00 

10.00 
6.00 
6.50 

i 

.70 

Tietonunlt 

Wyoming:  Shoshone 

.40 
.50 

.78 
.80 

.58 
.60 

Average 

Average,  1912 

7.02 
6.90 

7.12 
8.80 

8.50 
7.80 

7.07 
6.96 

.61 
.52 

.74 
.63 

.55 
.60 

L22 
L16 

.39!    .54 

.37|    .52 

.70 
.69 

.57 
.52 
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Average  crop  prices,  191S — Continued. 


Vegetables. 

Fruit. 

State  and  project 

1 

1 

O 

II 

ft<" 

1 

-< 

o 

1 

Lb. 

1 

1 

1 

Arizona:  Salt  River 

Bu,  1  Bu. 
12.40 

Bu. 

law 

Bu. 

"• 

Lb. 

•a  04 

Lb. 

Lb. 

Lb. 
SO.  0276 

Lb. 
ttinos 

Arlzona^^alilomia:  Yuma. . . 

2.00 

:::::::::::: 

1 

Califomia:  Orland 



.035 

iao2 

..:::.:  .6v 

dorado:  Uncompahgre 

Idaho: 

Bobe 

2.34  laos 

3.70'      .60 

3.00      .84 
3.00      .90 

.52 

.60 

.36 
.36 

.60 

91.92 

taois 

.015 

.02 
.02 

.02 

ia039 
.0135 

$0.05 
.025 

.025 
.0125 
.025 

.077 

.017 

.05 
.06 

.019 
.015 

Minidoka.- 

Qravitvnnit 

Pumpbignnit 

Montana: 

Flathead 

.025 

.025 

.033 
.02 

Fort  Peck 

I 

1 

Huntley 

3,66':::::: 

.45 
1.20 
.76 

;: 

.75 

MfltRfvflr 



Sun  River 

! 

Montana  -  North      Dakota: 
Lowtf  Yellowstone 

1 

Nebraska-Wyoming:  North 
Platte 

1 

Nevada:  Truckee-Carson 

.80 

1 

1 

New  Mexico: 

Carlsbad 

4.20 

L38 

.022 
.0004 

.03 
.03 

.04 
.04 

.<P3 

03 

Hondo 

.011 

New     Mexico-Texas:      Rio 
Orandf 

2.44 
3.00 

1 

.031 

North  Dakota:    North  Dar 
kota  pumping,  Williston 
unit 

"".hb 

.65 
.64 
.60 
.60 

.oO 

.45 

.23 
.50 

' 

Oregon;  TTtn4i.tUl« 

.04 

.075 

.022 

1 

.(M6 

.02 

Oregon-California:  Klamath. 

Souih  Dakota:  Belle  Fourche. 

iOO 

Washington: 

3.60 

"ios 

3.00 

.86 

"".68 
1.70 

.02 

Yakima— 

Sunnyside  unit 

.024 
.02 

.013 
.012 

.025:    .027 
.0241; 

'".'63" 

.022 
.018 

Wyoming:  Shoshone 

Avoage 

2.42 
2.16 

.70 
.24 

.42 

.30 

1.59 
1.54 

.022 
.014 

.0375 

.014 
.015 

■s 

.0267 

.031 

.022 

.015 
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436      THIRTEENTH  ANNUAL  REPORT  OF  RECLAMATION  SERVICE. 
Average  crop  prices,  191S — Continued. 


Seed. 

Other 

crops. 

State  and  project. 

J 
3 

^ 

1 

1 

1 

ii 

1 

i. 

1 

i 

1 

Arisoxui:  Salt  River 

Bu. 

J9tt. 

Bu, 

Bu. 

Ton. 

t&oo 

Tan. 
<&00 

Ton. 

Sl&OO 

3.73 

26.78 

-5w63 

7.00 

5.75 
6.00 

5.00 

Lb. 

to.  20 

.21 

Bu. 

Lb. 

Arisona-Galifomia:  Yuma 

16.56 

16.56 

OAUfornift-  Orlftnfl 

Colorado:  Unoompahgre 

9.38 
7.» 

112.00 

7.50 

6.60 
6.60 

91.50 
1.50 

10.25 

7,36 

6.60 
6.60 

L50 

5.46 

8.00 

4.75 
4.75 

5.00 

fL53 

4.20 

3.00 
L80 

2.50 

Idaho: 

Boise 

Minidoka- 

Ornvfty^nff 

Pump^i^f  unit 

6i60 

Montana: 

Flathead.  . 

Fort  Peck 

Hontley 

6.00 
5.00 
5.00 

Milk  River 

Sun  River 

12.00 

1.00 

6.11 

.75 

Montana-North  Dakota:  Lower  Yellow- 
stone  



Nebraska- Wyoming:  North  Platte 

Nevada:  Truckee-Carson 

&00 

8.00 

6.50 
6.00 

.  f    .  .. 

New  Mexico: 

Carlsbad 

4.34 

5.40 

1.50 

4.35 

7.02 
9.47 

6.44 

.13 

1 

Hondo 

::;:::i:::::: 

New  Mexico-Texas:  Rio  Grande 

10.00 
12.00 

laoo 

12.00 

12.00 

:.:!!.: 

North  Dakota:  North  Dakota  pumping, 
wfii^ston  unH     

1 

On^gon:  TiniatUla. 

8.75 

Oregon-California:  Klamath 

South  Dakota:  RellA  Fourche . 

6.00 

1.00 

5.36 

5.00 

4.00 

Washington: 

Okanogan 

1 

1 

Yakimir- 

Runiiy^idAiinit 

I0L2S 
-2S 

Tieton  unit .- 

6.15 
6.50 



1.1^ 

Wyoming:  Shoshone.  . 

12.00 

12.00 

11.97 

5.50 

6.00 

3.00! 

1 

Average .* 

6.32 
6.46 

7.60 

1.25 
3.30 

6.62 

6.53 
6.46 

6.16 
5.80 

13.66 
IL20 

.19 
.135 

Lfts!      .24 

Average,  1912 

Lsa     .18 

n 
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Atfcragc  crop  values  per  acre  cropped,  19 IS. 


State  and  project 


Hay. 


Grain. 


Arizona:  Salt  River 

Arizona-Califomia:  Yuma. 

California:  Orland 

Colorado:  Uncompahgre . . 
Idaho: 

Boise 

Minidoka- 

Gravity  unit 

Pumping  unit 

MoDtaoa: 

Flathead 

Fort  Peck 

Huntley 

Milk  River 

Sun  River 

Montana-North     Dakota: 

Lover  Yellowstone 

Nebraska:  North  Platte.. . . 
Nevada:  Truckee-Caraon . . . 
New  Mexico: 

Carlsbad 

Hondo 

New    Mexico-Texas:    Rio 

Grande 

North  Dakota:   WiUiston 

unit 

OrHon: 

Umatilla 

Klamath. 

South*  Dakota:      Belle 

Fourche 

Washington: 

Okanogeoi. 

YaSma-^ 

Sunnyside  unit 

Tletcnunit 

Wyoming:  Shoshone 


S28.00 
27.83 
3a  40 
20.32 

19.31 

16.74 
lfi.59 

17.00 


118. 
13.52 


S4.14     8.10 


10.81 


15.91 
11.85 


14.00 


18.97 
18.66 
13.70 

22.36 
11.31 
17.27 

15.58 
19.38 

27.30 

24.40 

31.66 
17.63 

9.65 


12.50 


Average 

Average»1912. 


35.00 
24.40 
15.02 


28.00 
17.60 
1.52 


22.65 
21,30 


16.90 
27.00 


00t27. 


.75119. 
26.601  19.55 
3a40' 
19.70  14.65 


50117. 


8.98 


14.04 
9.13 


9.60 


IS.  30 
16.61 


2a  60 
9.32 
ia43 

9.06 

"8.05 


11.85 
4.50 
19.11 


.001... 
9.55119.72 
15.95... 
4a  28... 


119.25 


9.34 
14.61 


16.50  laei 

8.96 


14.14. 


13.96 
7.65 


37.20 


6.37 


11.71     3.85 


17.45 


6.40 


5.43 
13.10 


&81 


12.97 

21.10 
11.31 
15.83 

15.58 
19.38 

27.30 

22.90 

30.95 
16.76 

9.44 


3a  00 
11.60 
5.38 


34.401 
20.20 
14.80 


17.98 

lasi 

12.75 
13.80 


13.17 


17.66 


9.50 
8.90 


14.52 
14.59 


7.41 
ia79 
16.32 


21.30 
14.41 


15.32 

21.00 

35.00 
17. 10 
5.67 


16.98 
14.55 


18.42 
15.80 


12.43 
7.31 


830.00 
2.02 


122. 40 12a  10 
17.32   18.87 
15.95 
14.93 


82.11 


8.96 
&00 
7.27 
9.95 
ia94 

12.13 


lass 
la  60 


11.40 


11.51 
9.00 


17.17 
10.42 


13.67 
12.68 


9.77 


12.17 
11.71 


11.32 


9.24 
ia90 
14.75 

8.10 
9.45 
14.52 

18.18 


6.00 


ia40  ia92 
&50 

laii 

&30 
13.84 


11.77 
7.60 
11.35 


3.04 


12.30 
9.38 
16.17 

36.00 


11.50 
ia48 
14.86 

12.80 


21.60 


15.67 
ia65 


12.91 
8.67 


11.16 
12.11 


7.50 
6.49 


11.80 
&94 


&45 
13.17 


^.75 
25.20 
11.27 


ia2S 

ia35 

16.32 
13.36 

ia46 

21.00 

34.80 
14.72 
12.45 


17.231 
11.80 


ia09 
13.40 


11.07 
12.00 


4.85;  13.1a  13.90 
4.75!  13.50 

I  I 
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Average  crop  values  per  acre  cropfted,  19 IS — Continued. 


State  and  project. 


Seed. 


Vegetables. 


I 

o 


£8 


si 

O  OB 


S37.33 


15.11 
12.54 


«.78 


Arizona:  Salt  River 

Arizana-Califomia:  Yuma 

California:  Orland 

Colorado:  Uncompali|;Te 

Idaho: 

Boise 

Minidoka— 

Gravity  unit 

Pumping  unit I  24.75 

Montana:  I 

Flathead 

Fort  Peck ' 

Huntley 

Milk  River 

Sun  River 

Montana-North  Dakota:  Lower  Yellow- 
stone  

Nebraska:  North  Platte 

Nevada:  Truckee-Carson 

New  Mexico: 

Carlsbad 

Hondo 

New  Mexico-Texas:  Rio  Grande 

North  Dakota:  WilUston  unit 

Oregon: 

Umatilla 

Klamath 

South  Dakota:  Belle  Fourche 

Washington: 

Okanogan 

Yaklma- 

Sunnyside  unit 

Tieton  unit 

Wyoming:  Shoshone 


137.33 


I3&40 
14.63 


S36i00 


10.00 
34.81 


$iai4 


32.10 
22.44 


11.90 
32.40 


32.10 
23.20 


32.00 
32.18 


1167.95 
40.60 


69l96 
45.06 


I77.20SS9L20 
83.341  71.00 

1O8.SO1O8L50 
SaOOi  72.10 


I6&29  4A.m  44.25 


57.00 
32.15 


82.47 
18a  OOi 


27.00 


27.00 


54.25 
4a  (» 


51.60 


48.451  53u50 

saoDj  4a90 


saoo!  5a  70 


Average 

Average,  1912. 


-I- 


23.55 


&44 


15.00     7.12 
8.'44 


la  31 


25.20 


18.00 


37.22 
14.40 


8.21 


5.83 


13.87 


48.00 


17.77 
20.20 


34.50 


8.41 
45.70 


229.78 


54.04 
155.10 
7&10 

76.02 
58.90 
53.70 


ia33 


12.60 


69.92 


37.22 
14.40 


6.45 
72.00 


192.80 
72.67 


8.13 


13.34 
4a  80 


75.00 


16.95 


ia90 
4.00 


64.00 
122.40 


7&94 

58.12 
49.20 
51.75 

saoo 

11&80 
45.50 
34.16 


5a  00  49L75 

loasouaoo 

33.4^43. 20 
35.95  34.90 


2L50 


29.00 
27.30 


152.30 
65.40 


67.20 
43.50 


60.20 


67.10  64.60 
34.80 
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Average  erop  values  per  acre  cropu^d,  191$ — Coutlmied. 


State  and  project. 

Fruit. 

Apples. 

Citrus. 

Peaches. 

Pears. 

Prunes. 

Small. 

Total. 

Ariuma:  Salt  River 

$120.00 

$83.10 

$87.90 

ArizonapCalifomia:  Yuma 

119.62 

California:  Orland 

24&94 

$100.00 
108.40 

57.96 

5.25 

252.00 
81.00 

74.76 

24.00 
136.00 

140.00 

Idaho: 

Boise 

$82.59 

121.44 

10.94 
27.92 

81.20 

$0.37 
'        8.23 

$11.43 

73.50 

85.60 

Minidoka- 

Gravlty  unit 

Pumping  unit 

Montana: 

Flathead 

8.00 
10.00 

13.10 

54.20 

81.20 

Fort  Peck 

H^uitleVx , 

Milk  River 

Bun  River 

MontanarNorth  Dakota:  Lower 
Yellowstone 

Nebraska:  North  Platte .- 

New  Mexico: 

Carlsbad 

3A.00 
14.27 

127.65 
3.33 

63.32 
8.33 
13.44 

122.10 

Hondo 

9.73 

New  Mexk»-Texas:  Rio  Grande. 

41.40 

North  Dakota:  Wttliston  unit. . 

1 

Or  won: 

iTmMm^          

6.50 

80. 15           15. 72 

22.40 

22.40 

*  Klamath .  .   ,  .   , 

[ 

South  Dakota:  Belle  Fourche 

Washhigton: 
Okanogan , . 

22.60 

Yakima^ 

Sunnyskle  unit. . . 

98.30 
75.80 

78.00 
64.00 

209.80 
33.90 

273.00 

128.80 
78.70 

ioa7o 

Tletonunlt 

68.30 

Wyoming:  flhofthone 



Average 

91.40 

130.60          67.70 

185.40 

233.00 

87.20 

91.90 

Averageyl912 

151.00 
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Average  crop  values  per  acre  cropped,  19J3 — Continued. 


Other  crops. 

Average. 

state  and  project. 

1 

1 

1 

1 

1 

1 

1 

g 

i 

w4 

2 

1 

AriBona:  Salt  River 

142.50 

175.00 

$12.00 
10,66 
19.55 
13.63 

22.89 

10.40 
14.50 

4a  00 

r5.oo 

66.50 

$12.00 

22.61 

4.35 

3.99 

9.24 

&06 
5.00 

7.50 

$2&17 
36.48 
34.07 
32.77 

16.32 

16.08 
18.51 

U.76 
4.78 

29.35 
9.76 

15.51 

13.71 
14.40 
12.92 

21.10 
17.62 
25.40 
23.06 

27.72 
15.22 

laoi 

31.59 

61.00 
33.60 
14.40 

$30. 66  $24. 00 
44.90  50.00 
3a 46  25.00 
82.28  65.00 

16.07  laoo 
13.10  laoo 

15.00  15.00 
15.72   15.00 

$«.00 

ArlHmn-^allfomia:  Vnmft .      ... 

63.00 

California:  Orland 

5a  00 

Oolo>ii4o*  ITncomrcUifiTe  .... 

40.88 

4a  00 

46.36 
39.31 

25.00 

$2.88 

20.68 

73139 
3a24 

20.00 

42.00 

Idaho:                  •     " 
•     Boise 

U.00 

Minidoka— 

anivitynnit 

"Piimpwiff  iiiift  .-,..-.,..- 

Montana: 

Flathead 

l&OO 

Fort  Peck 

Huntley 

61.02 
10,00 
31.66 

27.101  2ft.  flO 

25^00 

Milk  River 

11.02 
1Z32 

12.58 
1L04 
12.83 

17.97 
19.73 
3a  70 
ia04 

24.00 

iai6 

11.00 

36.60 

71.20 
2&00 

iao7 

13.00 
15.00 

14.00 
9.00 
16.00 

2L00 
14.00 
28.00 

Sun  River 

15.00 

12.00 

2.34 
8.00 
1.08 

8.99 

7.00 

MoDtanarNorth  Dakota:  Lower 
Yellowstone 

17.00 

Nebraska:  North  Platte 

61.67 
62.50 

&00 

Nevada:  Tnickee-Caraon 

l&OO 

New  Mexico: 

Carlsbad 

ia47 

11.25 

13.45 

25.83 

saoo 

Hondo 

14.00 

Nfiw  KAxinvTeY^;  Rio  Grande. 

18.00 

12.19 
5.95 

6.65 
8.00 
a98 

laoo 
3a  00 

21.00 
11.41 

97  m 

North  Dakota:  Willistan  unit. . . 

16.00  ifl^m 

TTmatflla 

ia45 

2LO0 
l&OO 

aoo 

25l00 

88.00 
4L0O 
12.00 

25.00 

Klamath 

13.00 

South  Dakota:  Belle  Fourche.... 

29.37 

4.11 

13l00 

Washington: 

oipuincnn 

46.00 

YaklmS- 

$473.25 
177.60 

81.00 

Tietonunit 

23.00 
9.29 

21.90 
40.00 

20lOO 

Wy<Mning:  Shoshone 

42.22 

3.00 

13.00 

Average 

52,00 
50.80 

56.10 
16.90 

11.93 
21.50 

62.00 
26.80 

23.76 


296.00 
270.00 

7.60 
8.40 

24.50 

2Sl60 

27.00 

3L00 

Average,  1912 
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Total  crop  venues,  1913. 


State  and  project. 

Hay. 

Seeds. 

Allalik. 

Clover. 

Other. 

Total. 

Al&Uk 

Clover. 

Millet. 

Total. 

Arizona:  Salt  River 

$2,373,392 
287  195 
153,477 
214,854 

297,894 

$38,988 
13,309 

$2,412,380 

300,504 

153,477 

-  219,049 

317,734 

Ariiiona-'^iftfkrn'f^-  Yiivna. . 

$126,450 

$126,450 

Oallforn*^'  OHftnH 

::::::::i::.::::; 

Colorado:  Unoompahgre 

1696 
14,783 

3,599 
5,067 

272 
4,311 

$180 

113,937        $489 

452 

idaJho:                 '     " 

Boise 

117,727 

ICinidokar- 

QravHv  unit 

291,802 
139,640 

13,651 
1,694 

8,706 
356 

314,159 
141,090 

»^ 

931 

1.122 

931 

Pnn^pfng 

1,716 

Total 

431,442 

15,345 

9,062 

455,849 

504 

3,063 

3.647 

Montana: 

Flathead 

899 

2,079 

2,556 

5,534 
1,620 

99,193 
9;8]9 

27,116 

32,834 
308,640 
347,449 

132,997 

12,558 

533,148 

27,147 

50 

50 

Fort  Peck..           .      . 

Huntley 

91,987 

4,011 

22,343 

31,463 
308,640 
319,443 

132,997 

13,568 

533,148 

36,617 

7,206 
5,808 
4,874 

1,362 

M^lrRtvAr 

SunRiver 

468 

45 

5i3 

Montana-North  Dakota:  Lower 
YeUowstone 

Nebraska:  North  Platte... 

24,864 

34,864 

Nevada:  Tnickee^arson. 

28,007 

New  Mexico: 

Carlsbad 

29,841 

76 

9 

29,926 

Hondo 

Nev  Me'vioo-Texas:  Rio  Grande 

2,010 
36 

3,010 

North  Dakota: 

North  Dakota  pamping— , 

530 

36 

Buford-Trenton  unit 

Oregon: 

ITm^tfllfl 

64,080 
147,720 
71,343 

250 

228 
25,516 
22,320 

64,558 
173,236 
93,663 

42,660 

929,669 
103,141 
165,501 

Tn^MtifttTi 

South  Dakota:  BeUe  Fourche .... 
Washington: 

Okanogan. .       

12,942 

315 

13,357 

Yakima— 

844,795 
80,110 
164,372 

31,384 

5,718 

50 

53,490 

17,313 

1,079 

Ttetnn  unit 

Wyo'"*''WT  Bhosbone 

2,094 

720 

■ 

3.814 

Total 

6,604677 
43.0 

3,735j235 
27.0 

70,205 

a4 

132,816 
1.0 

240,304 
1.5 

140,227 
1.0 

303,883 
1.3 

180,037 
L3 

115,956         906  330,746 

Per  cent 

0.7             0         ZO 

Total  1912 

i              1 

Per  cent 

1 

1 
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Grain. 

State  and  project. 

Barley. 

Com, 
Indian. 

Com, 
aor- 

Flax. 

Oats. 

Rye. 

Wheat 

TotaL 

Aritbna:  Salt  River 

9486,442 

132.106 

t46,100 

$212,632 
6,666 

$777,369 

Arizona-Callfonila:  Yuma 

23,476       2-7.'» 

$67,740 

00,630 

CaUlomJa:  Orland 

327 
4.672 

327 

Colorado:  Unoompahgre 

1,421 

80,643 
60,230 

$421 
637 

67,604 
125,514 

133,661 

Idaho: 

Boise 

21,635     40,473 

238,408 

Mfnldoka- 

OmvitV  unit . 

0,671       2,046 
10,025|         306 

•10 

60,730 
61,456 

3,314 
63 

62,624 
86,517 

120,313 

148,460 

Total 

10,606       S.344 

10 

112,106 

8,377  130,141 

277,772 

' 

Montana: 

Flathead 

1,004 

04 

27 

160 

647 

1,772 

1,050 

3,420 

28,770 

12,650 

42,653 
340 

Fort  Peck 

Huntley 

1,217 

135 

4,316 

10,580 
20,713 
25,042 

5,680 

86,405 

^884 

38,307 

0,400 

84,640 

4,110 

1,637 

60 

"■2;823 

14,412 
8,646 
10,702 

38,581 

25,730 

36 

58,370 
13,387 

Milk  River 

Sun  River 

55; 434 

Montana-North    Dakota:     Lower 
YeUowstone 

61,900 

Nebraska:  North  Platte 

46,001 

184.545 

Nevada:  Truckee^^arson 

55,782 

New  Mexico: 

Carlsbad 

4,012 

13,064 

20,630 

Hondo 

New  Mexico-Texas:  Rio  Orande. . . 

1,024 
1,252 

21,602 
43 

i2,S66 
1,306 

;; 

10,872 
013 

55,  IM 

North  Dakota: 

wnifatnn  unit. , 

64S 

4,251 

Buford-Trenton  unit 

Oregon: 

ITm^itlUn. 

014 

014 

Klamath 

67,637 
10,861 

17,877 
64,706 

60 
461 

6,010 
117,123 

82,393 

South  Dakota:  Belle  Fourche 

Washington: 

28,402 

4,011 

158,060 

1,640 

223,183 
4,011 

YaklmV- 

SunnysWe  uTi't . ,. 

4,106 
8,677 
28,031 

162,256 

Tietonunit 

2,807 
.   41517 

0,563 
42,203 

30,710 

Wyoming:  fltioshon«    

74,884 

Total 

703,763 
4.5 

222,680 
1.6 

336,481 

71,604 

as 
47.agfl 

10,102 

ai 

66,165 

a4 

622,800 

^4.0 

716,525 

6.2 

868,412 
6.6 

806,804 
5.8 

2.«8jjm 

Percent 

Total,  1012 

2,194,208 

Percent 

2.4I         0.3 

l&O 

1 
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Vegetables. 

state  and  project. 

Beans. 

Onions. 

Potatoes, 
common. 

Potatoes, 
sweet. 

Truck. 

Total. 

Arizona:  Salt  R'vw 

162,342 
790 

$17,208 

$193, 195 

22,000 

7,651 

4,030 

20,611 

$272,745 

Arizona-California:  Yuma 

22.790 

nuiifornift-  nrifind 

7,651 

1,762 
3.820 

126,872 
373 

374,633 
56,544 

407,297 
82,270 

Idaho: 

Boise 

1922 

Minldolca- 

flrRvHv  unit , , 

1,539 
2,154 

1.237 
90 

75,728 
126,529 

14,437 
15,350 

92,941 
144,123 

Pnmpfog 

Total 

3,603 

1,327 

202,257 

29,787 

237,064 

Montana: 

Flathead 

2,540 

1,768 

4,306 

Fort  Peck 

Huntley i. 

918 

5,350 

620 

14,139 

3,117 
68,087 
22,342 

27,800 

150 

3,200 

2.225 
5.712 
19,779 

2,150 

34,068 

Uilk  Rlvnr 

770 

Sun  River 

17,330 
5,343 

Montana-North  Dakota:  Lower  Yellow- 
stone  

Nebraska:  North  Platte 

73,799 

Nevada:  Truckee-Caison 

8,732 

50  863 

New  Mexico: 

Carlsbad 

25 

1,110 

3,294 

Hondo 

New  Mexico-Texas:  Rio  Grande 

3.045 
36 

55,166 
3.185 

58,211 
7,341 

North  DakoU: 

North  Dakota  pumping— 

Wn^iatoil  unit.     , 

530 

3,590 

fin'Ofd-TTButnil  nnit  --,-..        ... 

Oregon: 

•Tmiitnia            

218 

4,824 
10,432 
15,422 

8,050 

567,  W7 

168,158 

5.731 

2.835 
5,20n 
3.820 

7,000 

66.028 
6,181 
8,600 

7,877 

Klamatb 

15,632 

South  Dakota:  Belle  Fourche 

804 
571 

20,136 

Washfaigton: 

Okanogan. 

150 

15,771 

Yakima— 

623,675 

T*eton  "nit 

2,427 
18 

2,110 
61 

178,876 

Wyoining:  Bhoflhon^  • 

14,410 

Total 

80,341 
0.5 

16, 141 
0.1 

40,373 

0.3 

48,380 

a3 

1,540.691 
9.8 

1,061.250 
7.7 

2,041 
0 

498,073 
3.2 

152,136 
1.1 

2,161,519 
13.8 

Percent 

Total,  1912 

1,277,916 
9.2 

Per  cent 

0 
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State  and  project. 

Fruit. 

Apples. 

Citrus. 

Peaches. 

Pears. 

Prunes. 

SmalL 

TotaL 

Arizona:  Salt  River 

184,780 

123,093 

9337,735 

Arixona^alifomia:  Yuma 

5. 623 

OftUforfiJft-  nrlftiirt 

17,560 

t2,OD0 
2,378 

452 

2,770 
3,240 

456 

23.SR2 

Colorado:  Unoompahere 

Idaho: 

Boise 

$128,927 
11,100 

S72 
325 

$160 

134.777 

12,333 

Minidoka- 

Gravfty  unit 

2,734 
335 

16 
20 

21 

1.2M 
675 

4,067 

Pnmnfag 

1,090 

Total 

3.009 

36 

21 

1.971 

5C07 

Montana: 

Flathead 

13" 

130 

Fort  Peck 

Himtifty- 

MUk  River 

fliin  R<vi*r. .,,..-- 

Montana-North  Dakota:  Lower 
Yellowstone 

- 

Nebraska:  North  Platte 

Nevada:  Truckee-Carson 

New  Mexico: 

Carlsbad 

360 
628 

22.275 
100 

95 

50 

1,282 

22.730 

Hondo 

77B 

Naw  MAxicn-Texas;  RioOnuidA 

17.525 

North  Dakota: 

North  Dakota  pumping— 
Wniiston  unit 

Buford-Trenton  unit. . . 

iTnifttflV* 

72 

1,042 

1,368 

2,985 

5.467 

South  Dakota:  Belle  Fourche. . 

Washington: 

OkanoRan  , r 

20,910 

Yakima- 

Sunnyside  unit 

618,171 
29,849 

92,608 
10,730 

124,599 
2,642 

64,067 

50,401 
2,698 

948.746 

Tietonunit 

45,719 

Wyoming:  Shoshone 

Total 

792.306 
5.0 

108.372 
0.7 

127.378 
0.8 

127,337 
0.8 

68.918 
0.4 

98,521 

1.481.552 

Per  cent 

9.4 

Total,  1912 

1.909.800 

Per  cent 

13.  S 
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Other  crops. 

state  and  project. 

Beets, 
sugar. 

Cane. 

Com 
fodder. 

Cotton. 

Hops. 

Pas. 
ture. 

Field 
peas. 

Misrel- 
lane- 
ous. 

Total 
other 
crops. 

Arizona:  Salt  River 

$64,727 

136,563 

$270,864 

6,380 

1,848 

777 

2,197 

$340,837 
4,123 

$139,669 
22,766 
15,037 
3,790 

27,493 

$852,650 
64,231 

Arlsona-Califomla:  Yuma. . 

""*$6©4 
625 

$30,963 
1,627 
2,185 

4,036 

California:  Orland 

18,512 

Colorado:  Unoompahgre. . . 

92,471 
80 

99,917 
34  431 

Idaho:                       " 
Boise 

Minidoka- 

Gravity  unit 

21,883 
82,626 

52 
270 

23,328 
9,460 

3,330 
13,973 

3,101 

51,694 

106,329 

Total 

104,509 

322 

32,788,    17,303 

3,101 

158,023 

Montana: 

Flathead 

25 

245 

793          108 

1,171 

Fort  Peck 

HnntlAv 

273,066 
30 
95 



273,066 
30 

MnirRlV«r,. 

Snn  River. .  ,  , 

4,992 

227 
9,600 
36,457 

5,231 

75 

1,204 
5,108 

7,707 

7,935 

5,162 
1,431 

MontanarN  o  r  t  h  Dakota: 
Lower  Yellowstone 

Nebraska:  North  Platte... 

180,065 
58,760 

194,773 

100,924 

New  MeTic^: 

Carlsbad 

2,623 
900 

3,000 

39,000 

57,789 
900 

Hondo 

New  Mexico-Texas:    Rio 
Grande 

360 

1,780 
113 

11,113 

13,251 

North  Dakota: 

North  Dakota  pump- 
ing— 
williston  unit 

113 

Buford  -  Trenton 
linit   ...    . ,, 

TTrnAt^llA 

785 

3,297 
16,928 

1,990 

470 

69.660 
8,616 
4,355 

1,170 

5,262 

16,928 

South     Dakota:   Belle 
Fourche 

235 

2,916 

5,141 

Washington: 
Okanogan .... 

Z 

2,616 
11,542 

3,086 

Yakima- 

Sunnyalde  unit 

$75,238 
42,273 

156,440 

Tipton  unit.    .    . 

4,475 
33 

55,495 

391 

18 

4,857 

Total 

772,454 

4.9 

.561,254 

4.1 

40,104 
0.3 

11,587 
0.1 

294,212 

1.9 

11,093 

0.1 

383,960 

2.4 

34,160 

0.2 

117,511 
0.7 

406,041 
2.6 

293,189 
2.1 

I8,«« 

90,307 

2.123.583 

Percent 

0.6            13.5 

Total,  1912 

Percent 

64162**— 15- 


-29 
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state  and  project. 

Total  value,  all  crops. 

1913 

1912 

1911 

mo 

Ariwjnft;  f^\t  River. .    . 

94,552,879 
610,228 
203,949 
995,153 

1830,814 

112,925 
885,330 

571,770 

$2,775,000 

444,684 

60,220 

1.360,910 

375,238 

%iL7UL<0) 

ArizonarCalifomia:  Yuma. 

^545;  000 

CftHfomift:  Oriand 

35,000 

Colorado:  UnoomxMJi^re 

1,020,000 

Idaho: 

Boiae 

400,000 

Minidoka— 

593.105 
543,347 

464,036 
368,718 

333,214 
307,781 

Pitmijiiie 

Total 

1,136,452 

832,754 

640,995 

466,048 

Montana: 
Flathead 

53,846 

1,960 

464,607 

24,004 
105,564 

101,587 
786,621 
555,007 

257,274 

14,236 

679,271 

38,888 

64,846 

34,783 

30,000 

Fort  Peck  . 

Huntley 

380,071 
3,631 
84,092 

48,011 
521,455 
409,882 

209,000 
22,991 
710,674 

6,181 

26,067 
102,816 

178,067 
388,226 
470,827 

267,754 

15,872 

721,550 

35,000 
16,238 

58,795 
838,212 
161,965 

59, 8n 

3,537,258 
206,519 
124,975 

200,000 

Milk  River 

Snn  Rivar . , , 

30,000 

Montana-North  Dakota:    Lower  Yel- 
lowstone   

129,825 

Nebraska:  North  Platte 

346,30? 

Nevada:  Truckee-Carson.. 

310,000 

New  Mexico: 

Carlsbad 

230,182 

Hondo 

18,300 

New  Mexico-Texas:  Rio  Orande 

North  Dakota: 

North  Dakota  immpiDg— 

841,190 
21.023 

Buford-Trenton  unit .    . 

3,395 

Oregon: 

TiTnatiiiA-       . .                     

84,078 
288,189 
355,380 

86,438 

2,820,786 
422,050 
262,464 

77,219 
385,065 
806,602 

120,000 

272,070 
148,160 

46,390 

KlAniftth 

318,160 

South  Dakota:  Belle  Fourche 

171,051 

Washington: 

Okanogan 

83,673 

Yakima^ 

Sunnyslde  unit 

3,335,220 

Tieton  unit 

48,000 

Wyoniing:  Shoshone 

125,000 

Total 

15,732.215 
100.0 

13,825,369 
100.0 

13,825,369 

12,708,588 

12,974,639 

Percent 

Total  1912.  . 

Per  cent 

1  Includes  127,320,  the  estimated  value  of  crops  grown  on  79  farms  of  1,918  Irrigated 
crop  data  not  available. 


acres  from  which 
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Inventory  of  stock  and  equifnnent  on  project  farms  at  close  of  1913^ 


state  and  project. 


Harass. 


Num- 
ber. 


Value. 


Each.     TotaL 


Moles. 


Num- 
ber. 


Value. 


Each.  Total. 


Cattle. 


Num- 
ber. 


Value. 


Each.     Total. 


Arlaona:  Salt  River 

AriBona43aUlomia:  Yuma 

GaUfomia:  Orlaxid 

Ckdorado:  Unoompahgre  Valley 
Idaho: 

Bobe 

Minidoka— 

Oravity  unit 

Pumping  unit 

Montana: 

Flathead 


Huntley 

k  RWer. 


Milk 

Son  River. 
Montana-North  Dakota:  Lower 

Yellowstone , 

Nebraska-Wyomhig:      North 

Platte* 

Nevada:  Truokee-Carson 

New  Mexico: 

Gsrisbad 

Hondo 

New  Mexico-Texas:    Rio 

Grande 

North  Dakota:  North  Dakota 

pumping,  Williston  unit 

Oregon: 

Umatilla 

Klamath 

South  Dakota:  Belle  Fourche. 
Wadiington: 

Okanogan 


Smmysideunit.. 

TIetonunit 

Wyoming:  Shoshone 

Total  and  average. 


12,184 
2,111 
»713 
3,433 

4,232 

3,184 
1,894 

637 

1,606 

355 

443 

1,169 

•3,785 
2,907 

505 
199 

2,049 

274 

545 
1,621 
2,490 

587 

6,737 
1,139 
1,225 


t96 
105 
103 
102 

98 

116 
106 

108 
122 
128 

117 

132 

75 
80 

105 
56 

76 

119 

86 
96 
90 

100 

92 
107 
112 


11,175,175 

SB1,52S 

73,778 

340,255 

413,417 

368,060 
200,060 

68,945 

201,287 

45,400 

51,830 

154,880 

283,875 
260,152 

62,550 
11,075 

156,067 

32,704 

46,667 
155,780 
224,891 

58,700 

621,970 
122,075 
137,435 


1,106 
560 


156 


136 
14 

12 
57 
2 
9 

19 


347 


139 
25 


291 


20 
79 
89 

12 

137 
28 
41 


$142 
150 


$157,005 
84,329 


126 

104 

88 
89 

147 
150 
200 

156 

106 


109 


115 
98 


123 


175 
106 

84 

125 

127 
101 
123 


19,580 

23,000 

11,967 
1,2S0 

1,760 

8,550 

400 

1,400 

2,050 


37,800 

15,995 
2,450 

35,839 


3,500 
8,395 
7,445 

1,500 

17,376 
2,840 
5,035 


40,451 
3,900 
2,060 
4,419 

4,006 

8,521 
1,463 

432 

1,844 

419 

497 

1,152 

2,966 
4,607 

462 
316 

1,956 


634 

2,819 
2,768 


7,438 

777 

1,513 


156 


$2,263,066 

224,261 
106,128 
173,060 

206,442 

176,632 
76,918 

21,385 
80,784 
22,975 
82,130 

50,435 

133,470 
211,067 

12,110 
9,620 

99,189 

15,656 

39,922 
118,713 
127,214 


479,503 

53,647 
81,995 


56,164 


5,497,563 


3,501 


128 


449,545 


91,138 


53 


4,858,811 
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Sheep. 

Hogs. 

Fowls. 

state  and  project. 

Num- 
ber. 

Value. 

Num- 
ber. 

Value. 

Num- 
ber. 

Value. 

Each. 

Total. 

Each. 

TotaL 

Each. 

Total. 

Arizona:  Salt  River 

6,419 

$4.01 

S25,721 

18,807 
2,886 
i;447 
3,548 

17,032 

8,237 
8,550 

1,968 

2,023 

283 

1,492 

1,353 

14,286 
2,608 

589 
307 

3,811 

425 

1,276 
3,701 
4,636 

335 

16,145 
2,963 
2,221 

t5.'87 
10.00 
7.72 
7.73 

6.82 

6.75 
6.96 

8.24 
9.14 
15.94 
13.50 

13.50 

8.00 
7.16 

9.76 
9.44 

8.20 

13.41 

&09 
5.90 
8.75 

laoo 

8.74 
8.00 
7.80 

1110,365 
24,965 
11,171 
27,425 

116,083 

55,598 
59,534 

16,205 
18,490 
4,512 
19,640 

18,217 

114,288 
18,680 

5,751 
2,899 

31,250 

5,701 

11,090 
21,811 
40,576 

3,350 

141,041 
23,655 
17,325 

109,240  iOiSO 

184,620 

Arizona-California:  Yuma 

27,882 
12,209 
38,124 

61,682 

42,028 
20,427 

7,744 
19,608 
2,354 
8,239 

9,638 

37,620 
22,286 

8,755 
1,281 

i«39,661 

3,426 

10,426 
13,452 
23,125 

6,500 

107,960 
15,125 
24,449 

.62 
.68 
.49 

.53 

.42 
.38 

.61 
.53 
.56 
.50 

.53 

.40 
.90 

.52 
.52 

L23 

.50 

.54 
.42 
.46 

.40 

.56 
.54 

.47 

17,151) 

California:  Orland 

Colorado:  Uncompahgre  Valley 
Idaho: 

Boise 

76 
2,375 

3,099 

19,363 
602 

3.92 
4.49 

5.15 

4.33 
4.61 

298 
10,543 

15,960 

83,795 
2,773 

8,331 
18.551 

32,505 

Minidoka— 

Gravity  unit 

17.814 

Thimping unit.    

7,{t71 

Montana: 

Flathead 

4,703 

Huntley 

1,600 

5,000 
280 

96 

4.00 
£.00 
5.00 

3.00 

3.00 

4.87 

3.10 

11,136 
10 
20 

4,800 

15,000 
1,366 

298 

10,392 

Milk  River 

1,330 

Bun  Rlvw 

4,119 

Montana-North  Dakota:  Lower 
Yellovrstone  

5,071 

Nebraska-Wyoming:      North 
riatte»    

15.048 

Nevada:  Truckee-Carson 

New  Mexico: 

Carlsbad 

20,633 

4,603 
660 

Hondo 

New  Mexico- Texa.s:    Rio 
Grande      

30 
3 

44 

258 
12,872 

5.50 

5.00 

5.14 
4.00 
3.76 

165 

15 

226 

1,048 

48,471 

48,763 
1,608 
5,596 

North  Dakota:  North  Dakota 
pumping,  Williston  unit 

Um'atUla 

Klamath 

5.745 
10,586 

2,600 

00,463 
8,182 
11,443 

South  Dakota:  Belle  Fourche. . 
Washington: 

Okanogan 

Yakima- 

Sunnyside  unit 

Tietonunit 

4,406 

107 

4,133 

3.67 
4.75 
3.21 

16,155 

511 

13,255 

Wyoming:  Shoshone 

Total  and  average 

63,553 

3.96 

251,566 

120,929  1  7.60 

919,622 

733,236 

.56 

408,533 
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state  and  project. 


Arizona:  Salt  River. 
Arizona^^aLif  orn  la: 

Yuma 

California:  Orland... 
Colorado:     Uncom- 

pahgre  Valley 

Boise 

ICinidoka-> 
Gravity  onit. 
Pumping 

unit 

Montana: 

Flaihead 

Huntley 

Milk  River 

Sun  River 

Montana-North  Da- 
kota: Lower  Yel- 
lowstone  

Nebraska-Wyoming: 

North  Platte* 

Nevada:     Truckee- 

('orson 

New  Mexico: 

Carlsbad 

Hondo 

New  Mexico-Texas: 

Rio  Grande 

North  Dakote:  North 
Dakota  pumping, 

Willistonunlt 

Oregon: 

UmatiDa 

IClft'Hftt^ 

South  Dakota:  BeUe 

Fourche 

Washington: 

Okanogan 

Yakima— 

Sunnyside 

unit 

Tieton  unit. . 
Wyoming:  Shoshone. 

Total  and  av- 
erage  


Bees  (hives). 


Num- 
ber. 


Value. 


Each.  Total. 


10,430  15.00 

2,656;    4.00 
123     5.00 


1,362 
1,288 

172 

14 

58 


316 
1,918 
1,133 


1,863 


329 
200 


139 
265 


2,695 
291 
710 


26,865 


4.67 

2.93 

5.67 

4.73 

5.00 
4.30 


6.00 


3.00 
4.71 

4.78 


4.83 


4.06 
4.45 


6.76 
4.00 


3.70 
2.90 

4.78 


4.57 


$52,750 

10,832 
615 

6,341 

3,770 

6,006 

815 

70 
249 


25 


945 
9,040 
6,425 


8,997 


1,375 
992 

801 

1,060 


9,916 

843 

3,397 


122,664 


Total 
stock 
value. 


*U,  406,052 

« 609, 692 
202,341 

605,654 

813,177 

•719,152 

349,241 

113,067 

339,888 

74,627 

109,165 

235,453 

562,626 

559,628 

106,731 
26,704 

u  401,360 

65,774 

108,376 
312,484 

459,984 

95,860 


1,346,618 
211,753 
260,886 


13,095,793 


Value  of 
equip- 
ment. 


1640,377 

146,521 
54,630 

193,105 

290,093 

184,303 

134,470 

46,615 
99,788 
29,790 
23,314 

84,826 

250,000 

167,522 

27,130 
3,876 

166,885 

19,921 

48,125 
73,041 

118,243 

70,000 

363,441 
76,943 
77,646 


3,388,504 


Total 
stock  and 
equip- 
ment. 


15,047,039 

756,213 
256,971 

792,759 

1,103,270 

903,456 

483,711 

150,682 
439,676 
104,417 
132,479 

320,279 

812,626 

727,150 

133,861 
30,579 

667,236 

76,096 

166,501 
385,625 

678,227 

166,860 


1,709,989 
288,606 
347,432 


16,484,297 


Increase  in  value  over  1912. 


Stock. 


Equip- 
ment. 


(») 

$239,763 
74,377 

144,890 

269,514 

185,981 

109,831 

66,179 
92,367 
26,168 
24,035 

48,406 

158,510 

41,262 

26,385 
5,934 

(•) 

14,020 

30,056 
»  83, 162 

139,345 

28,375 


376,353 
66,875 


2,086,363 


(') 

$67,7S0 
21,895 

63,105 

68,642 

M7,435 

»3,023 

14,483 
3,497 
5,109 
4,178 

4,915 

60,000 

'23,746 

10,701 
296 

(») 

3,444 

3,876 
'77,667 

895 

'20,000 


'136.559 
(') 
26,819 


121,204 


Total. 


(') 

$307,543 
96,272 

197,996 

338,156 

168,646 

106,808 

80,662 

95,864 
31,277 
28,213 

53,320 

208,510 

17,517 

37,086 
6,229 

(•) 

17,464 

34,831 
'100,829 

140,240 

8,375 


239.794 

(•J 
93,604 


2,207,667 


1  Taken  at  close  of  irrigation  season;  for  Salt  River  project  at  end  of  agricultural  year,  Sept.  30. 
>  Includes  4,119  ostriches,  valued  at  an  average  of  $131  each,  or  a  total  of  $639,460. 
I  No  census  in  1912. 

•  Includes  184  ostriches,  valued  at  an  average  of  $146  each,  or  a  total  of  $25,610. 

•  Includes  mules. 

•  Includes  2  elk,  valued  at  $160  each. 
'Deorease. 

•Goats. 

•  Figures  estimated  to  exclude  approximately  700  horses  and  3,000  range  cattle  wintered  on  the  project, 
and  57,000  sheep  being  fattened  for  market. 

10  Including  approximately  16,000  turkeys  and  ducks. 

u  initaides  126  ostriches,  valued  at  an  average  of  $162  each,  or  a  total  of  $19,000;  and  426  burros,  at  $5  each, 
oratotyof$2,130. 
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452     THIRTEENTH  ANNUAL  REPORT  OF  RECLAMATION  SERVICE. 

Water  diversions,  1918} 


Stream. 

Diversion  in  acre-feet. 

State  and  project. 

Janu- 
ary. 

Febm- 
ary. 

March. 

ApriL 

May. 

June. 

July. 

Arizona:  Salt  River »... 

Salt  River 

19,382 
3,208 

42,067 
9,588 

174 

49,317 
11,300 

6,434 

88,808 
11,781 

7,657 

99,679 
11,400 

8,901 
3;  726 

25,106 

109,328 
84,736 

131 

103,438 
13,949 

6,796 
10,770 

32,857 

121,896 
83,956 

198 

186 

3,015 

1,029 

203 

507 

1,044 

106,538 

Arizona-California: 

Yuma. 
California:  Orland 

Colorado  River 

Stony  Creek 

15,862 

6,817 

Colorado:   Uncompah- 
gre  Valley. 

Gunnison  River  ■. . . 

27,854 
31.(^ 
57,766 

Uncompahgre  River 
Boise  River 

14,924 

75,623 
24,612 

Idaho: 

Boise 

19,711 

35,692 

38,158 

Minidoka* 

Snake  Riv^Tx ...... 

101,635 

278 

Montana: 

Flathead 

Marsh  Creek 

Post  Creek 

Jocko  River 

167 

3  520 

Big  Knife  Creek 

'867 

Mission  Creek 

18 
357 

350 

Mud  Creek 

821 

North  Crow  Creek . . . 

2  377 

Middle  Crow  Creek.. 

'254 

South  Crow  Creek. . . 

492 

AIL 

673 

6,272 
350 
10,080 
836 
6,539 
12,910 

67,680 

28,719 

7,150 

640 

32,411 

2,261 

10,078 
13,253 

18,105 

4,023 

49,874 
11,100 
13,702 

8.959 
450 

Fort  Peck 

All<     

Huntley 

Yellowstone  River. . 

5,469 
494 
611 

18,741 
2,231 
7  476 

Milk  River 

Milk  River    

474 

Sun  River 

Sun  River 

Montana-North  Dakota: 

Yellowstone  River. . 

8.663 
62,706 
16,507 

16,890 
187 

Lower  Yellowstone. 
Nebraska-W  y  o  m  i  n  g: 

North  Platte  River.. 

6,427 
32,502 

12,800 

285 

26,432 

37,154 
42,017 

14,000 
■33,103' 

North  Platte. 

Carson  River 

15,465 

4,460 
*24;663" 

80n.6 

New  Mexico: 

Carlsbad 

Pecos  River 

Hotido 

Hondo  River 

Rio  Grande  River.. . 

211 

15 
9,506 

7,023 
805 

Rio  Grande. 
North  Dakota:  North 

Missouri  River 

Dakota  pumping. 

Oregon:  Umatilla 

Oregon-California :  Kla- 

Umatilla River 

Upper  Klamath 

Belle  Fourche  River. 

Salmon  River 

Yakima  River 

6,675 

7,396 

8,115 

10,175 

13,380 
8,573 

16,335 

2,882 

64,844 
11,464 
14,281 

3,314 
6,455 

13,475 

5,726 

53,313 
13,938 

math. 
South   Dakota:   Belle 

14,720 

345 
40,087 

Fourche. 
Washington: 

Okanogan 

94 

100 

194 

Yakiman- 

Sunnyslde 

Tieton 

Tieton  River 

Wyoming:  Shoshone. . . 

Shoshone  River 

i,844 

15,623 

Total 

49,281 

104,538 

158,015 

309,536 

594,439 

658,875 

582.248 

Percent 

L3 

2.8 

4.3 

10.0 

16.1 

17.8 

15l7 

1  Data  are  for  calendar  year,  except  on  Salt  River  project  data  are  for  agrieultoral  year,  October,  1912,  to 
September,  1913. 

'Discharges  at  west  portal,  Gunnison  Tunnel. 

s  Figures  are  for  total  diversions  minus  amounts  returned  to  river  through  waste  ditches;  except  for  1909 
and  1910  fl£ures  are  for  total  diversions. 

«  Poplar  River  and  Little  Porcupine  Creek. 

•  No  reliable  data  of  diversions  fh>m  Truckee  River. 
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Stream. 

Diversion  In  acre-feet. 

Stat«  and  project 

Au- 
gust 

tember. 

Octo- 
ber. 

No- 
vember. 

De- 
comber. 

Total. 

Arizona:  SaltRiver^ 

Salt  River 

97,262 

16,141 

3,710 

30,550 

20,086 

22,280 
105,860 

251 
110 
805 
522 
87 
498 

1,154 
320 
329 

4,175 

01,942 
13,873 

M9,824 
8,669 

S47,030 
6,085 

428,525 
5,492 

823,812 

127,307 

40,480 

•05,143 

170,674 

405,470 
489  267 

Arizona-California:  Yuma. . 

Colorado  River 

California:  Orland 

Stony  Creek 

Colorado :     Uncompahgre 

Ounnlson  River  > 

Uncompahgre  River 

Boise  River  . 

17,137 

22,957 

5,574 
67,666 

378 
718 
849 
88 
56 
130 
263 
158 
161 
2,801 

5,097 

12,205 

4,498 
18,030 

38 

VaUey. 

Idaho: 

Boise 

1,588 

2,435 

2,784 

2,500 

Minidoka' 

Snftk<f  R*ver 

Montana: 

Flathead 

Marsh  Creek 

1  274 

Post  Creek 

l'023 

Jocko  River 



8)446 
2.505 

Big  Knife  Creek 

Mission  Creek 

'tm 

Mud  Creek 

28 

2,432 

4,838 
732 

North  Crow  Creek 

Middle  Crow  Creek 

South  Crow  Creek 

All 

982 

66 

22,946 

Port  Peck 

AU» 

800 

Huntley 

Yellowstone  River 

Milk  River 

14,729 

652 

5,426 

4,922 

69,450 

13,379 

15,480 

5,683 

"4,'676* 
2,613 

53,536 

12,823 

8,750 

475 

1,000 

64,702 

4,863 

24,628 

30,088 

297,045 

160,243 

86,560 

2,188 

144,610 

3,638 

81,500 
38,005 
124,275 

20,300 

320,512 
50,509 
69,767 

Milk  River 

176 

Sun  River 

Montana -North     Dakota: 

YeUowstone  River 

North  Platte  River 

Carson  River 

980 

Lower  Yellowstone. 
Nebraska-Wyoming:  North 

Platte. 
Nevada:  Truckee-Carson  > . . 

7,741 

4,120 

375 

9,176 

New  Mexico: 

Carlsbad 

2,910 

Hondo 

Hondo  River 

New  Mexico -Texas:  Rio 

Rio  Grande  River 

Missouri  River 

1,396 

572 

1,387 
7,301 
12,220 

6,198 

54,475 
14,607 
14,673 

Grande. 
North  Dakota:  North  Da- 

kota pumping. 

Oregon:  UmatiUa 

Oregon-California :  Klamath 
South   Dakota:   Belle 

Fourche. 
Washfaigton: 

Okanogan 

UmatiUa  River 

Upper  Klamath  Lake. . . 
Beue  Fourche  River. . . . 

Salmon  ^iver 

996 
2,333 
21,790 

309 

41,314 
8,400 
6,943 

9,301 

10,683 

8,915 

206 
26,655 

16,02P 
116 

2,606 
112 

Yakima- 

Sunnyjiide. , , , 

Yakima  River 

Tieton 

Tieton  River 

Wyoming:  Shoshone 

Shoshone  River 

2,701 

Total 

516,374 

376,343 

154,337 

88,214 

50,007 

3,702,207 

Per  cent 

13.9 

ia2 

4.2 

2.4 

1.3 

100.0 

1  Data  are  for  calendar  year;  except  on  Salt  River  project  data  are  for  agricultural  year,  October,  1912,  to 
September,  1913. 
s  October,  1912,  commencing  agricultural  year, 
s  November,  1912. 
4  December,  1912. 
B  Discharges  at  west  portal,  Gunnison  Tunnel. 

•  Diversion  from  Gunnison  used  mainly  to  augment  flow  of  Uncompahgre  from  which  water  is  redfverted; 
not  included  in  total. 

7  Figures  are  for  total  diversions  minus  amounts  returned  to  river  through  waste  ditches;  except  for  1909 
and  1910  figures  are  for  total  diversions. 

•  Poplar  River  and  Little  Porcupine  Creek. 

•  No  reliable  data  of  diversions  from  Truckee  River. 
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State  and  project. 

Stream. 

Acreage 
Irrigated. 

Diversion  per  acre. 

1913 

1912 

1911 

1910 

1909 

Arisona:  Salt  River  i 

Salt  River 

163,312 
19,607 
6,617 
(•) 

*  30, 221 

•76,266 
75,957 

2,269 

640 

266 

4,631 

410 

15,798 

2,545 

7,419 

7,060 

»63,166 

10  40,818 

14.260 

932 

27,723 

1,739 

4,994 
18,928 

32,881 

7,700 

58,300 
18,760 
19,423 

6uO 
6.49 
6.12 

6u9 

7.00 

&05 

4.7 
7.00 
14.72 

Arifona-Califomia:  Yuma 

Colorado  River 

6w29 
6u82 

&00 

CaLifomia:  Orland 

Stony  Creek 

Colorado:   UnoompahiEre 

Gunnison  River* 

Uncompahgro  River 

Boise  River 

Valley.              ^^ 

Idaho: 

Boise 

5.65 

6.50 
6.44 

3.71 

4.65 

2.66 

4.96 

1.96 

8.46 

1.91 

3.3 

3.93 

4.70 

4.15 

6.06 

2.3 

5.21 

1.31 

16.3 
2.01 

3.53 

2.61 

5.50 
8.17 
3.50 

4.82 

6l00 
6l27 

4.72 
7.50 
1.61 
&.21 

6.46 

7.41 
8.39 

4.86 
7.70 
2.25 
4.62 

6w34 

6u96 

•1L72 

4.48 
8L31 

M«iiMoka» 

RilftkARfvnr 

*  11.66 

Montana: 

Flathead 

Jooko  River 

Big  KniJb  Creek 

ui^vinn  nnxAV 

AU 

Fort  Peck 

AllT 

Huntley 

YeUowstone  River 

3.26 
8.21 
2.9 
3.04 

4.31 

4.66 

6.32 
10.4 
5.41 

.86 

19.6 
1.77 

4.38 

2.45 

5.52 
3.18 
3.03 

4.07 
6u3S 
3.6 
3.40 

7.42 

8.71 

5.74 
1&5 
6.94 

L22 

23.4 
1.91 

3.14 

2.55 

5.68 
3.16 
3.42 

5.38 

MilVRfviw... 

Sun  River 

Sun  River 

7.6 
5.91 

&56 

Montana.- North  Dakota: 
Lower  Yellowstone. 

Nebraska- Wyoming : 
North  Platte. 

Nevada:  Truckee-Carson*. 

Yellowstone  River 

North  PUtte  River 

Carson  River 

7.8S 
SliB 

New  Mexico: 

Carlsbad 

7.09 

7  07 

Hondo 

Hondo  Riv«r 

New  Mexico-Texas:  Rio 

Grande. 
North  Dakota:  North  Da- 

Rio Grande  River 

Missouri  River 

&54 

Le9 

27.8 
L66 

3.77 

&5B 
L54 

kota  pumpinjK. 

Oregon:  Umatilla 

Oregon-CalilomJa:     Kla- 
math. 

South    Dakota:    Belle 
Fourche. 

Washington: 

<^iranngan 

Umatilla  River 

Upper  Klamath  Lake. . . 

Belle  Fourdie  River 

Salmon  River 

33.5 
2.25 

2.41 

Yakima— 

Sunnyside 

Yakima  Kivw 

5.88 
4.62 
3.28 

Tietoh 

Tieton  River 

Wyoming:  Shoshone 

Shoshone  River 

4.02 

Total 

"720,056 

5.14 

1  Data  are  for  calendar  year;  except  on  Salt  River  project  data  are  for  agricnltaral  year,  October,  1912,  to 
September,  1913. 
f  Discharges  at  west  portal,  Gunnison  TunneL 

•  Diversion  fh>m  Gunnison  used  mainly  to  augment  flow  of  Unoompahgre,  from  which  water  is  rediverted; 
not  included  in  total. 

«  Less  than  total  irrigated  on  project  by  1,207  acres  irrigated  directly  from  South  Canal  (Gunnison  diver- 
sion). 

•  Exceeds  figure  given  in  other  tables  as  total  irrigated  by  Government  system  by  18,000  acres  of  New 
York  Canal  Co.'s  lands. 

•  Figures  are  for  total  diversions  minus  amounts  returned  to  river  through  waste  ditchee;  except  foi  1909 
and  19x0  flfures  are  for  total  diversfons. 


'  Poplar  River  and  Little  Porcupine  Creek. 
'  Exceeds  figure  given  in  other  tables 
Platte  Canal  &  Coloniiation  Co.'s  lands. 


*  Exceeds  figure  given  in  other  tables  as  total  irrigated  by  Government  system  by  6,337  acrea  of  North 


>  No  reliable  data  of  diversk>ns  fh>m  Truckee  River. 
^^  Less  than  total  Irrigated  on  project  by  2,257  acres  irrigated  directly  from  Truokee  Canal  (Truckee 
diversion), 
u  Exceeds  total  given  in  other  tables  by  20,873  acres  as  Indicated  in  footnotes  4, 5, 8,  and  10. 
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State  and  project 

Acro-lBet  deUvered  to  Cums. 

Jan. 

Feb. 

Mar. 

Apr. 

May. 

June. 

July. 

Aug. 

Sept. 

Oct. 

Ariiona:  Salt  River » 

9,297 
1,464 

24,583 

2,076 

50,121 
8,378 
2,384 

64,829 
8,504 
4,417 

27,865 

26,967 
15,885 
42,852 

31,585 

7,784 
41,108 

37 

64,458 
10,418 
4,100 

32,817 

38,589 
16,279 
64,868 

50,856 

10,862 
65,736 

2,556 
350 

4,059 
307 

3,832 

5,438 

33,866 

11,950 

2,481 

356 

26,788 

1,312 
8,550 
8,147 
12,851 
2,259 

31,284 
8,316 
7,949 

61,633 
12,022 
4,616 

30,866 

24,616 
15,779 
40,395 

54,254 

18,438 
76,099 

2,477 
450 
10,060 
1,426 
4,240 

3,549 

33,072 
11,825 
6,324 

60,176 
10,000 
2,233 

30,022 

12,777 
14,861 
27,638 

55,032 

17,091 
77,136 

727 

55,280 
8,947 

■27,463 

ATiwoaaa^CaliioTDiA:  Yuma 

California:  Orland 

6,786 

Colorado:  Uncompahgre  Val- 
ley        

23,532 

1,653 
7,115 
8,768 

36,309 

10,039 
50,063 

217 

14,054 

Idaho:  BoJse- 

Unoer  svstem  • 

1,356 
2,010 
3,375 

1,695 

Lower  system ' 

625 

ToUd' 

2,320 

Minidokar- 

Grftvity  unit 

7,787 

South  side  pump- 
ing unit 

244 

Total 

8,441 

Montana: 

Flathead. 

Fort  Peck. 

HuntlAy , r-  - 

1,440 
226 
161 

6,982 

215 

1,602 

701 

40,596 
9,036 
6,648 

1,557 

20 

1,352 

416 

24,439 

8,920 

2,987 

230 

1,000 

Milk  Tl  W. 

27 

129 

Sun  River- .  - , 

Montana-North  Dakota:  Low- 

147 

Nebraska-Wyomiog:  North 
Platte......  rTTT 

9,627 
29,601 
6,112 

29,'534 

Nevada:  Truckee-Carson 

8,002 
839 

22,567 

7,013 

102 

23,883 

4,966 

New  Mexico:  Carlsbad 

880 

Hondo 

30 

82 

NewMexIoo-Texa8:RioOrande 

North  Dakota:  North  Dakota 

pumping.               . .    _    . 

5,315 

23,072 

6,153 

479 
6,650 
4,285 
22,631 
3,808 

37,276 
11,024 
10,162 

1,396 

496 
8,150 
4,040 
7,668 
4,277 

38,431 
10,435 
9,323 

4,463 

Oregon:  Umatilla 

100 

6,450 

7,050 

4,990 

564 

1,539 

7,670 
7,685 

6,500 
699 

3,645 
110 

28,123 
3,682 

Oregon^allfomia:  Klamath. . . 

SouCh  Dakota:  Belle  Fourche. 

Washhigton:  Okanogan 

Yakima— 

Sunnyslde 

UT>it. 

18,677 

16,090 

Tietonunlt.. 

Wyoming,  Shoshone 

263 

1,373 

Total 

10,781 

35,910 

73,564 

161,240 

331,760 

404,047 

401,442 

367,835 

234,510 

86,221 

1  Data  are  for  calendar  year  except  on  Salt  River  project  data  are  for  corresponding  agricultural  year, 
October.  1912.  to  September,  1913. 
s  October,  1912,  commencing  agricultural  year. 
»  November,  1912. 
« December,  1912. 

•  Exceeds  figures  given  in  other  tables  by  5,367  acres  mainly  in  towns. 

•  Above  Deer  Flat  reservoir. 
7  From  Deer  Flat  reservoir. 

•  Exceeds  flfuies  siven  in  other  tables  by  18,000  acres  of  New  York  Canal  Co.  lands. 

•  Delivered  to  sublaterab. 
1*  At  lateral  head  gates. 

u  Exceeds  total  given  in  other  tables  by  23,367  acres  as  indicated  in  footnotes  6  and  8. 
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state  and  project. 


Arizona:  Salt  River  > 

Arizona^alifomia:  Yuma.. 

California:  Orland 

Colorado:  Uncompahgre  Valley 
Idaho:  Boise- 
Upper  system  • 

Lower  system ' 

Total 

Minidoka^ 

Gravity  unit 

South  side  pump- 
ing unit 

Total 

Montana: 

Flathead 

Fort  Peck 

Huntley 

Milk  River 

Sun  River 

Montana-North  Dakota:  Low- 

er  Yellowstone 

Nebraska-Wyoming:  North 

Platte 

Nevada:  Truckee-Carson 

New  Mexico:  Carlsbad 

Hondo 

New  Mexico-Texas:  Rio  Grande 
North  Dakota:  North  Dakota 

pumpins 

Oregon:  Umatilla 

Oregon-California:  Klamath... 
South  Dakota:  Belle  Fourche . 

Washington:  Okanogan 

Yakima— 

Sunnyside 

Unit 

Tleton  Unit... 
Wyoming:  Shoshone 


Acre-feet  delivered  to  fiums. 


Nov.  Dec.         TotaL 


«  25, 174 
3,078 


801 


Total. 


29,053 


« 16,005 
3,335 


499,968 
85,411 
19,852 

160,056 

107,663 
72,563 
180,216 

» 235,822 

64,458 
818,583 

6,014 

800 

24,118 

2,350 
11,187 

10,250 

141,489 

106,975 

33,044 

800 

M  120,604 

2,287 
42,250 
22,161 
47,348 
11,993 


204,940 
42,639 

40,437 


19,340   2,135,693 


Acreage 
irrigated. 


ft  168,679 

19,607 

6,617 

31,428 

50,383 

25,882 

•76,265 

48,873 

32,084 

75,957 

4,631 
410 
15,798 
2,545 
7,419 

7,660 

56,829 
43,075 
14,260 
932 
27,723 

1,739 
4,994 
18,928 
32,881 
7,700 


58,800 
18,750 
19,423 


u  722,660 


Acre-feet  delivered  to  land  per 
acre  irrigated. 


1913 


2.97 
4.36 
3.00 
5.09 

2.13 

2.85 
2.38 

•5.38 

2.01 
4.19 

L30 

L9 

L53 

0.92 

1.51 

l.U 

2.49 
2.48 
2.32 
0.86 
»4.34 

L31 
8.45 
1.17 
L44 
L57 


3.51 
2.27 

2.08 


1912     1911 


3.94  3.53 

4.6  5.43 

3.97  3.9 

4.81  5.44 


1910  ,  19D9 


3.6 

3.10 

3.4 

6.25       4.5 


4.2 

4.83 


1.93  •  L79     1.67       2L39 


4.3 
L96 


L5 

0.82 

1.71 

L19 

2.25 
2.50 
2.9 
L3 


5.9 
L99 


1.28 
L65 

L41 

4.26 
4.46 
1  2  2 

0.9 


»5.4     »«6.0    :iM-4 


0.86 
8.2 
L13 
LIO 
1.24 


3.06 
2.27 
1.66 


7.3 
4.53 


2.03  ,    2L0 


2.3 

1.44 

3.03 
4.A5 
2.4 

0.9 


a72 

3-17 
5.01 
2.3 


L23     1.63 
9.7    ,10.2    ; 
L23  ,  0.88  ! 
L64     L95 
L27     2.46 


W6.6 

L53 
8.0 
1.30 
1.66 
2.5 


3.ti 


3.08     3.29 

1.91      L73    

2.20     2.05       2L54 


2.96 


1  Data  are  for  calendar  year  except  on  Salt  River  project  data  are  for  corresponding  agrioultural  year, 
October.  1912,  to  September,  1913. 

>  October,  1912,  commencing  agricultural  year, 
s  November,  1912. 

•  December,  1912. 

ft  Exceeds  figure  given  in  other  tables  by  5,367  acres  mainly  in  towns. 

•  Above  Deer  Flat  reservoir. 
'  From  Deer  Flat  reservoir. 

>  Exceeds  figure  given  In  other  tables  by  18,000  acres  of  New  York  Canal  Co.  lands. 

•  Delivered  to  sublaterals. 
10  At  lateral  headgates. 

"  Exceeds  total  given  in  other  tables  by  23,367  acres  as  indicated  In  footnotes  5  and  8. 
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FINANCES. 

RECEIPTS,  ALLOTMENTS,  AND  INVESTMENT,   BY   STATES. 

The  table  following  gives  a  statement  of  additions  to  the  reclama- 
tion fund  from  the  sale  of  public  lands,  by  States,  and  also  shows 
the  amounts  allotted  and  the  net  investment  of  the  Government  for 
irrigation  work  in  each  of  the  reclamation  States : 

Table  1. — Receipts  from  the  sale  of  puhHc  lands,  allotments,  and  net  invest- 
ment, hp  States. 


states. 

Actual  receipts 
from  sale  of 
public  lands 
transferred  to 
credit  of  recla- 
mation fund  to 
June  30, 1914. 

Estimated 
receipts  with 

Treasury 

United  States 

on  June  30, 

1914,  not  vet 

audited. 

Total  estimated 

receipts  to  June 

30, 1914. 

Allotments  to 
June  30, 1914. 

Net  invest- 
ment to  June 
30,  1914. 

A  rizoxia  

$1,165,696.88 
5,358,943.03 
6,680,991.93 
6,039,708.90 
963,080.07 
8,872,107.48 
1,664,013.83 
541,596.96 
3,939,790.95 

11,921,898.43 
5,783,557.84 

10,413,928.22 
6,823,778.66 

r6,000.00 
262,000.00 
277,000.00 
172,700.00 

12,000.00 
693,000.00 

95,600.00 

32,000.00 
177,000.00 
103,500.00 

29,800.00 
137,000.00 
175,400.00 

SI,  241, 696. 88 
5,620,943.03 
6,957,991.93 
5,212,408.90 
975,080.07 
9,565,107.48 
1,759,613.83 
573,596.96 
4,116,790.95 

12,025,398.43 
5,813,357.84 

10,550,928.22 
6,999,178.66 

|!:jHi^,^Jl5.62 
.^.^s■S'i.  367.66 
7,  I.I..-., --88. 75 
1  :,:'.>!, '^94. 92 
H'M  00.00 
U,:'^J.-..788.40 
.■.jii-,.a7.01 
i'.2'.m  476.63 
^.ir '5. 109.43 
-^ -7^,1 -34. 14 
i;-s,402.22 
5,644,530.82 
3,566,534.04 
2,083,457.60 
3,459,877.02 
9,131,392.97 
7,377,899.38 
121,708.12 

511.27 
392,790.00 

S15,873,020.83 

CaliftwTiia 

2,424,064.45 

Colorado 

6,492,806.66 

Maho  . .   , 

14,082,198.37 

Ka*wmff 

376,029.16 

Montana 

7,373,177.47 

Nebraska 

4,319,375.93 

Nevada     

5,414,242.44 

New  Mexico 

2,862,452.76 

North  Dakota 

1,951,020.38 

Oklahoma 

72,852.87 

Oregon     

3,261,623.22 

South  Dakota 

3,142,786.74 

Texas 

1,108,529.93 

Utah 

1,890,479.34 
6,433,299.73 
4,320,900.46 

49,000.00 
122,000.00 
202,000.00 

1,939,479.34 
6,555,299.73 

2,388,263.70 

Washington 

6,856,538.59 

Wyomhig 

5,790,562.22 

Secondarv  oroiects 

Preliminary  investiga- 
tions . 

1 

General  accounts 

1 

122,512.32 

Total 

81,813,772.71 

2,616,000.00 

84,429,772.71  ',  110.209.956.00 

83,912,058.04 

'       ' 

ALLOTMENTS  AND  NET  INVESTMENT,   BY  PBOJECTS  AND  BY 

STATES. 

This  statement  shows  the  amount  of  money  allotted  to  each  project, 
the  amount  of  money  expended  on  each  project  to  June  30,  1914,  and 
the  amount  of  money  allotted  to  States  and  expended  in  the  respective 
States  for  the  same  period : 

Table  2. — Statement  of  project  allotments  and  net  investment  by  States  to 

June  30,  191^. 


state  and  project. 

Per  cent 
charge- 
able to 
State. 

Allotments  to 
June  30, 1914. 

Net  invest- 
ments to  June 
30, 1914. 

Arizona: 

Salt  River 

111,173,575.00 

6,280,271.36 

36,279.30 

41,500.00 

9,554.33 

24,829.51 

2,427.34 

39,578.78 

$10,096,672.73 
5,663,651.24 

Ylimft . . . , 

83 
83 
83 

Colorado  River 

36,279.30 

Colorado  River  Basin 

27.60 

Little  Colorado 

9,554.33 

San  Carlos 

24,829.51 

San  Pedro 

2, 427. 34 

Preliminary  investigation 

39,578.78 

Total  

17,608.015.62 

15,873,020.83 
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Table  2.— Statement  of  project  allotments  and  net  investment  hy  fitates  to 
June  SO,  iS /-I— Continued. 


State  and  project. 

Percent 
change- 
able to 
State. 

Allotments  to 
June  30, 1914. 

Net  invests 

ments  to  June  • 

30, 1014. 

California: 

Yuma 

17 

$1,286,320.64 

918,000.00 

748,250.00 

7,430.70 

8,500.00 

10,000.00 

12,061.92 

2,500.00 

43,620.72 

3,53L20 

7,952.48 

$1,100,084.95 

Orland      

«31,218.81 

Klamath .   

25 
17 
17 

551,451.99 

Colorado  River                       

7,430.70 

Colorado  River  Basin 

5.65 

Tmn  r^RTivnn                                       _ 

6,766.03 

Owens  Vallev ..     -- 

12,06L92 

PittRiver    -                                    

fiaomniwito  Vallev          - - 

48,620172 

Ran  JnAnnin 

3,  SSL  20 

7,952.48 



Total 

3,048,167.66 

2,424,064.45 

Colorado: 

nnuid  VaHav.                            

2,716,613.00 

6,341,000.00 

4,357.00 

3,718.75 

1,106,335.60 

TTnnnmTMLhcrrA 

5,378,395.31 

White  River                                     

4,357.00 

Preliminarv  investiffatlon - 

3.718.75 

Total 

9,065,688.75 

6,492,806.66 

Idaho: 
Boise 

12,274,649.00 

5,661,849.00 

17,228.91 

2,168.01 

1,000.00 

9, 309, 14a  37 

Minidoka 

4, 063, 3n.  96 

Dubois    ....                        

17,228.91 

Port  Neuf 

2,168.01 

General  investigation               

349.10 

Total 

17,956,894.92 

14,082.198.37 

Kansas:  Garden  City 

419,000.00 

376,029.16 

Montana: 

Huntley 

1,517,406.00 

3,015,983.96 

1,441,907.04 

2,842,828.00 

2,422,000.00 

5,58L23 

18,  on.  96 

7,103.26 

10,729.09 

13,337.86 

1,017,503.96 

Milk  River        

1,821,054  45 

Milk  River  St  Marv  storase 

809,  too.  51 

Sun  River       

1,449,905.29 

Lower  Yellowstone 

70 

2,219,359.84 

Clark  Fork     

5,58L23 

Crow  Reservation 

18,9U.96 

Lake  Basin.                     

7,103.26 

Madison  River 

10,729.00 

Marias 

13,337.86 

Total 

11,295,788.40 

7.373,177.47 

70 

Nebraska: 

North  Platte                

5,589,500.00 
10,000.00 
2,877.01 

4,316,258.18 

Investisration                                            

240.74 

South  Platte..  .                

2,S77.01 

Total 

5,602,377.01 

4,319,375.93 

Nevada: 

Truckee-Carson                      

6,277,973.00 
12,503.63 

5,401,788.81 

Walker  River 

12,503.63 

Total 

6,290,476.63 

6.414,242.44 

New  Mexico: 

Carlsbad 

l,O58,83L00 

472,110.00 

913.140.00 

2,197,046.40 

28,064.33 

5,014.09 

17,464.70 

2,738.91 

786,666.20 

Hondo ' 

362.352.46 

Rio  Grande                  

60 
60 

472,402.05 

Rio  Grande,  Elephant  Butte  storage 

.1,187,72LQ2 

La  Plata             

28,064.33 

Las  Vegas    i 

6,014.09 

Urton  Lake'                                 ' 

17,464.70 

Preliminarv  investigation....  t  , 

2,73&91 

Total               .                         

4,094,409.43 

1,178,000.00 

1,038,000.00 

13,62L60 

11,933.52 

2,862,452.76 

North  Dakota: 

Vrirth  DftlrntA.  mimninp                      

937,832.02 

Lower  Yellowstone 

30 

961,154.22 

Bismarck .• 

13,62L69 

LitUe  Missouri 

11,933.52 
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Table  2. — Statement  of  project  allotments  and  net  investment  by  States  to 
June  30,  idi^— Ck>ntlnued. 


State  and  project. 

Percent 
charge- 
able to 
State. 

Allotments  to 
June  30, 1914. 

Net  invest- 
ments to  June 
30, 1914. 

North  Dakota-Continued. 

Nesson 

$17,471.83 
10,531.53 
3,514.54 
4,961.03 

117,471.83 
10,531.53 

Ww^hh^irn 

1U>wni|Mn .    ..,.,, , 

3,514.54 

PrHfmlTOiry  Investigation.... 

4,961.03 

Total 

2,278,034.14 

1,951,020.38 

Oklahoma: 

Lawton 

100,000.60 
12,192.95 
60,209.27 

450.65 

Cirnarron    , ,                     ...,,.               .     ... 

12,192.95 

Red  River 

60,209.27 

Total 

172,402.22 

72,852.87 

Qreeon: 

2,760,000.00 

2,244,750.00 

40,346.41 

15,000.00 

83,490.62 

500,000.00 

943.79 

1,458,367.32 

1,654,355.98 

40,346.41 

6, 131. 80 

Klamath 

75 

Central  Oreson 

rolirnbia  River  power.  ^                 ....                  ... 

UftlhMir 

83,490.62 

17,987.30 

943.79 

Oregon  Cooperative 

Pretfininiiry  invftftigatton    ..      

Total 

5,644,530.82 

3,261,623.22 

Sooth  Dakota: 

BeUeFourche 

3,549,716.00 
16,818.04 

3,125,968.70 
16,818.04 

Prelimfnary  investifratlon 

Total 

3,566,634.04 

3,142,786.74 

40 
40 

Teocast: 

Rio  Grande 

608,760.00 

1,464,697.60 

10,000.00 

314,934.70 

791,814.01 

1,781.22 

Rio  nmndA,  Rlephant  Butte              

Pecos  River " 

Total 

2.083.457.60 

1.108,529.93 



Utah: 

Btiawberry  Valley 

3.407,000.00 
18,827.72 
34,049.30 

2,335,386.68 
18,827.72 
34,049.30 

Bear  l^ke. '. 

Utah  Lake 

Total 

3,459,877.02 

2,388,263.70 

Washington: 

Okanogan 

809,250.00 

1.730,283.00 
3.168,604.00 
3,260.870.00 
14,000.00 
22,000.00 
40,000.00 
76,393.01 
10,000.00 
6,216.01 
3,776.95 

626,186.42 

1,402,447.74 

1,809,096.96 

2,858,247.86 

11,136.25 

19,366.90 

36,465.77 

76,393.01 

7,204.92 

6,216.01 

3,776.95 

Yakima- 

Storage 

Rnnnvjfide. . . , 

Tieton 

Benton 

Kittitas 

Wapato 

Palouse 

Palouse  Cooperative 

Priest  Rapids 

Preliminary  investigation . 

Total 

9,131  392.97 

6,856,538.59 

30 

Wyomfaig: 

North  Platte 

2.395.500.00 

4,973.482.00 

8.917.38 

1,849,824.94 

3,931,819.90 

8,917.38 

Shoshone 

DeSmet 

Total 

7,377,899.38 

5,790,562.22 

fl^OfniHpry  proj^MTto  „. 

121, 708. 12 

511.27 

392,790.00 

Prrtiminary  investigations , , 

General  aoooonts 

122,512.32 

Total 

515  009  39 

122f512.32 

Grand  total 

110,200,956.00 

83,912,058.04 
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During  the  fiscal  year  1913  the  General  Land  Office  collected  from 
the  sale  of  public  lands,  not  including  town-site  sales,  a  total  of 
$4,202,946.67,  which  resulted  in  the  addition  to  the  fund  of  $3,737,- 
910.55.  The  amount  added  to  the  fund  was  88.935  per  cent  of  the 
amount  collected.  During  the  fiscal  year  1914  the  gross  receipts  were 
approximately  $4,010,503.02.  Of  this  amount,  $1,801,023.30  has  been 
credited  to  the  reclamation  fund,  and  it  is  estimated  that  there  is  a 
balance  of  $1,753,200,  which  will  be  available  before  the  end  of  the 
calendar  year. 

Table  2,  page  33  of  the  Tenth  Annual  Report,  gives  a  statement  of 
the  gross  proceeds  of  sales  and  the  corresponding  receipts  to  the 
j'eclamation  fund  for  each  fiscal  year  from  1901  to  1910,  inclusive; 
Table  2,  page  269  of  the  Eleventh  Annual  Report,  gives  the  gross 
proceeds  of  sales  for  the  fiscal  year  1911 ;  while  Table  2,  page  297  of 
the  Twelfth  Annual  Report,  gives  the  proceeds  of  sales  for  the  fiscal 
year  1912. 

Table  3. — Total  receipts  from  the  sale  of  public  lands  and  resulting  additions  to 

the  reclamation  fund. 


Total  receipts 

from  sale  of 

public  lands 

In  reclamation 

States  (not 

including 

town-site 

sales). 


Additions  to  reclamation 
fond. 


Amount  (not 
including 
town-site 
receipts). 


Per  cent  of 

total 
leoeJpts. 


1901-1912,  inclusive. 

1913 

1914 


$84,529,949.31 
4.202,946.67 
4,010,503.02 


977,163,849.30 

3,737,910.55 

13,528,012.77 


91.2 


Total 92,743,399.00 


84,429,772.71 


87,969 


91,085 


1  Actual  receipts  to  Dec.  31, 1913, 11,801,023.30;  balance  of  year  estimated. 
AZLOTHENTS,   BY  FBOJECTS. 

When  funds  become  available,  annual  allotments  are  made  by  the 
Secretary  of  the  Interior,  in  pursuance  of  which  work  is  carried  on. 
Table  No.  4,  below,  gives  a  statement  of  the  allotments  from  1902  to 
June  30,  1914. 

Table  4. — Allotments  for  primary  and  secondary  projects  and  general  expenses 

to  June  30,  1914. 


State  and  project. 


Per 
cent 
charge- 
able to 
State. 


1902-13 


Changes  during 
1914. 


Reduc- 
tion. 


Addi- 
tion. 


Total 
allotments 


June  30, 
1914. 


Analysis  of  allotments. 


Building 
fund. 


Working     Bond 
fund. 


Arizona:  Salt  River. . . 
A  r  i  z  0  n  aOallfomia: 

Yuma 

California:  Orland 

Colorado: 

Grand  Valley 

Unoompahgre 

Idaho: 

Boise 

Minidoka 

Kansas:  Garden  City.. 


83-17 


110,349,000 

6,724,000 
638,000 

1.425,000 
6,701,000 

10,407.000 

5,357,000 

419,000 


1360,000 


1824,575 

842.592 
280,000 

1,291,613 


811, 173,576  $10,428,575 


1,867,649 
304,849 


7,566,592 
918,000 

2,716,613 
6,341,000 

12,274,649 

5,661,849 

419,000 


6,215.502 
888,000 

1,716,613 
4,841,000 

10,274,649 

4,960,849 

419,000 


S250,000 

151.000 
30.000 


•495.000 
1,200.000 


701,000 


1,000.000 
1,500,000 

2,000,000 
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Table  4. — Alloimenta  for  primary  and  secondary  projects  and  general  expenses 
to  June  30,  19U — Continued. 


state  and  project. 

Per 
cent 
charge- 
able to 
State. 

1902-13. 

ChanMS  during 

Total 

Analysis  of  allotments. 

tiou. 

Addi- 
tion. 

auoimenis 

June  30, 

1914. 

BuQdlng 
fund. 

Working 
fund. 

Bond 
loan. 

Montana: 

Huntifly 

$1,360,000 
2,991,000 
1,997,000 

3,460,000 

8,585,000 

6,206,000 

919,000 
360,000 

5.258,000 

1,178,000 

$157,406 

1,466,801 

845,828 

$1,517,406 
4.457.881 
2,842,828 

3,460,000 

7,986,000 

6,277,W3 

1,068,831 
472,110 

5,183,644 

1,178,000 

100,000 

2,760,000 

2,993,000 

3,649,716 

3,407,000 

809,250 
8,149,757 
4,973,482 
1,489,000 

81,000 

$1,222,406 
3,457.801 
2,764.828 

3,030,000 

5,535,000 

4,784,973 

958,831 
472,110 

683,644 

978,000 

100,000 

2,325,000 

2,333,000 

3,444,716 

1,135,000 

779,250 
6,134,757 
4,508,482 
1,489.000 

81.000 

$296,000 

Milk  River. 

$1,000,000 

Sun  River. 

78,000 

430,000 
450,000 
300,000 
100,000 

M  0  n  t  a  n  a-N  o  r  t  h 
Dakota:  Lower  Yel- 
lowstone  

70-30 
70-30 

Nebraska  -Wyoming: 
North  Platte 

600,000 

2,000,000 

Nevada:  Tnickee-Car- 
aon. 

71,973 

139,831 
103,110 

1.193.000 

New  Mexico: 

Carlsbad 

Hondo 

New     Mexico-Texas: 

60-40 

74,356 

4,500,000 

North  Dakota:  North 
Dakota  pumping 

200,000 

Oklflbomt^-  f -«vtcai . . . 

100,000 
800,000 

Or^on:  UmatlUa 

1,960,000 
2,993,000 
3,388,000 
3.407,000 

714,000 
7.533,000 
4,793,000 

818,000 

81,000 

23.000 
392.790 

110,000 
60,000 
105,000 

325,000 

Oregon-CaUfomia: 

75-25 

600.000 

South   Dakota:  Belle 
Fourche 

161,716 

Utah:  Strawberry 
VaUey 

2,272,000 

Washington: 

Ok^mMTRTl ... 

95,250 
616,757 
180,482 
671,000 

30,000 
100,000 
465,000 

Yl^Vlmf^ 

1,915,000 

Wyor*Yipg-  Shoshone. 

Seoondaiy  projects 

Preliminary   Investi- 
gations...  

Town-site      develop- 
ment  

23,000 

General  Acconnt.*f 

392,790 

392,790 

Total 

100,445.790 

1.057,356 

10,821,522 

110,209,966 

86,354,956 

3,855,000 

20,000,000 

BECONCILINO     ABMINISTBATIVE     ACCOirKTS     WITH     TBEASIJBY 
DEFABTHENT   BALANCES   AND   STATEMENTS. 

The  accounts  of  the  Treasury  Department  are  limited  to  the  move- 
ment of  cash,  either  by  withdrawal  or  deposit  to  the  appropriations 
involved.  Tne  administrative  accounts  of  the  Reclamation  Service, 
as  entered  in  the  tables  herein,  show  the  amount,  both  for  receipts 
and  disbucsements,  upon  an  accrual  basis.  The  cash  account,  how- 
ever, must,  if  correct,  agree  with  the  Treasury  Department  statement 
of  funds  made  available  by  appropriations,  reimbursements,  expendi- 
tures, and  withdrawals.  Taole  5,  below,  shows  a  condensed  state- 
ment of  cash  collected,  appropriated,  disbursed,  and  on  hand,  and 
Table  6  gives  a  reconciliation  of  the  amounts  of  the  appropriations, 
withdrawals,  and  balances  used  in  the  preparation  of  these  financial 
tables,  with  the  figures  shown  by  the  statements  of  the  Treasury 
Department. 
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Table  5. — Heelamation  fund  account  to  June  SO.  lULi. 


Item. 

Debit. 

Credit 

Balance  end  of  fiscal  year  1913,  as  per  Twelfth  Annual  Report,  page  299 

STB.  450. 438. 53 

Receipts  durin£  fiscal  year  19l4: 

No.  9,  Aug.  30,  1913 $484,641.30 

No.  12,  Sept  30,  1913 424,827.33 

No.  14,  Sept  30, 1913 2,165.97 

No.  19,  Oct  31, 1913 148,807.85 

No.  21,  Nov.  15, 1913 81,081.72 

No.  25,  Nov.  30, 1813 68,233.67 

No.  27,  Nov.  30,  1913 21,84a  43 

No.  30,  Dec.  31, 1813 66,764.38 

No.  32,  Dec.  31, 1813 8,823.04 

No.  37,  Jan.  31, 1914 273,761.08 

No.  38,  Feb.  28, 1914 22,796.11 

No.  48,  Mar.  31, 1914 141,447.22 

No.  50,  Mar.  31, 1914 2,347.85 

No.  58,  Apr.  25, 1914 46,733.10 

No.  58,  Apr.  25, 1814 515,188.73 

No.  62,  May  28, 1814 308,852.88 

Na  65,  June  30, 1814 6,843.38 

Leas  auditor's  settlement  Feb.  20, 1814 633.66 

2,033,621.84 
3.500,000.00 

1910  (36  Stat,  835)- 

N  0.  22,  Nov.  21 ,  1913 500, 000. 00 

No.  28,  Dec.  18, 1813 500,000.00 

No.  35,  Jan.  16. 1814 500,000.00 

No.  45,  Mar.  3. 1914 1.000,000.00 

No.  56,  Apr.  a,  1914 1.000,000.00 

Total 

85,576.080.37 

Disbursements.  306,774  vouchers,  as  per  Table  7 

106,882,527.61 

CoUecttons.  68.657  vouchers,  as  ner  Table  8 

12,870,468.37 

Balance  with  Treasurer  United  States,  as  per  Table  6 

249,886.44 

1.151.827.14 

262.287.66 

LOB 

Balan<^  v^Hh  spwlal  fl<<cal  agents. ...'...'.     ...           

Town  sites  appropriation  credited  to  projects 

Defnrfkl  adtustment  hv  Treasurv  Dentftment 

Total 

86.546,528.91 

98.546,529.81 

Table  6.— Balances  of  reclamation  fund  irith  the  Treasurer  of  the  United  States 

to  June  SO,  WI4. 


Item. 

Appropriation. 

Withdrawals. 

BalanoBR. 

Total  and  balance  end  of  fiscal  year  1813,  as  per  Twelfth 
Annual  Report,  page  288,  Table  5 

179,460,488.53 
2.625,621.84 
3,500,000.00 

$77,358,196.50 
7,707,216.26 

S2. 002. 341. 84 

Fiscal  year  1814: 

Riy*lamati<n  fund -            

Special  reclamation  fund,  reimbursable,  act  of  June 
25  1810  (36  Stat.  835) 

510.647.52 

Total  and  balance  as  per  statements  of  the  Treas- 
urv Department 

85.576.060.87 

85.065,412.85 
2(30.701.08 

510.i>47.52 

For  items  in  Reclamation  Service  accounts 
but  not  included  in  above  add  withdraw- 
als on  direct  settlements  by  the  auditor. . .  $51. 790. 06 

Add  withdrawals  on  requisitions 209. 000. 00 

260,790.06 
Deduct  repayments  on  direct  settlements. . .          28. 96 

200.761.08 

Totals 

85,576, 06a  37 

85,326,173.93 

249.88(144 
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DISBURSEMENTS,  COLLECTIONS,  AND  TRANSFERS. 
Table  7. — Disbursetnent  vouchers  paid  to  June  30,  1914. 


Quarter 
ended— 


Number 

of 
vouchers. 


Amount. 


Balance  from  Twelfth  Annual  Report. 


1914. 


Sept  80,1913 
Dec.  31,1913 
Mar.  31,1914 
June  30.1914 


273,001 
8,661 
9.412 
8,021 
9.679 


186,446,087.80 
2,627,228.61 
2,680,173.47 
2,171.675.83 
2.957.361.90 


Total  to  June  30, 1914. 


308,774 


96,882.527.61 


Table  8. — Collection  vouchertt  collected  to  June  30,  191J^. 


Quarter 
e^ded- 

Number 

of 
voueberB. 

Amount. 

31.678 
8,215 
9,936 
9.484 

10.644 

$10,213,080.85 

1914 

rSept.  30. 1913 
Dec.  31,1913 
Mar.  31. 1914 
June  30,1914 

432,509.65 
670,405.52 

893,945.48 
760.578.07 

Total  to  June  30, 1914 

69.957 

12,970.469.57 

Table  9. — Transfer  vouchers  approved  to  June  SO,  1914. 


Quarter        dumber 
««^^-       vouchers. 


Amount. 


Ralaace  from  Twelfth  Annual  Report. 


1914. 


[Sept.  30, 1913 
Deo.  81,1913 
Mar.  31,1914 
June  30,1914 


5,998 
295 
265 
328 
310 


•4,547,797.45 
134,179.14 
123,371.80 
218,102.62 
145,427.93 


Total  to  June  30, 1914. . 


7,196 


5,168.87&94 


INVESTMENT    OF   THE   UNITED   STATES   IN   PROJECTS. 

Below  is  given  a  statement  showing  cash  disbursed  and  received 
on  account  of  the  several  projects  and  transfers  between  projects. 
The  work  of  the  service  is  grouped  under  four  general  heads,  as  fol- 
lows: Primary  projects,  those  for  which  specific  allotments  of  funds 
are  in  effect  and  on  which  construction  is  under  way;  secondary 
projects,  those  for  which  general  allotments  of  funds  have  been  made 
for  all  such  work  as  a  whole  and  on  which  only  preliminary  studies 
and  surveys  have  been  made  to  determine  their  advisability  and 
practicability;  Indian  irrigation  projects;  and  general  accounts, 
which  represent  those  expenditures  that  are  general  in  nature  and 
are  not  directly  chargeable  to  any  project  when  first  incurred,  but 
which  become  a  charge  against  all  projects  as  a  part  of  the  general 
or  overhead  expenses  of  the  service. 

Table  10  gives  the  voucher  transactions  and  net  investments  of  the 
ITnited  States  in  the  several  primary  projects  to  June  30, 1914 ;  Table 
11  gives  the  voucher  transactions  on  Indian  irrigation  projects  and 
miscellaneous  to  June  30,  1914. 
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Table  11. — Voucher  transactions  and  net  investments  of  the  United  States  on 
secondary  projects  to  June  SO,  1914- 


State  and  project. 


AriEona: 

Little  Colorado 

San  Carlos 

San  Pedro 

Arixona-Califonua: 

Colorado  River 

Colorado  River  Basin 

California: 

Owens  Valley 

Sacramento  Valley 

San  Joaquin 

Iron  Canyon  Cooperative. 

Colorado:  Wbite  River 

Idaho: 

Dubois 

PortNeuf 

General  investigations — 
Montana: 

Clark  Fork, 

Crow  Reservation 

Lake  Basin 

Madison  River 

Marias 

Nebraska: 

South  Platte 

Nebraska  investigations. . 

Nevada:  Walker  River 

New  Mexico: 

La  Plata 

Las  Veeas 

Urton  Lake 

North  Dakota: 

Bismarck 

Little  Mfasouri 

Nesson 

Washburn 

Bowman 

Oklahoma: 

Cimarron 

Red  River 

Oregon: 

Malheur. 


Central  Oregon 

Columbia  River  Power. 


Oregon  Cooperative.. 

Texas:  recos  River 

Utah: 

Bear  Lake 

Utah  Lake 

Washington: 

Benton 

Kittitas 

Wapato 

Palouse 

Pakmse  Cooperative . 

Priest  Rapk 
Wyoming: 

De  Smet. 


Debits. 


Disburse- 
ment 
vouchers. 


19,515.33 
24,589.74 
2,423.72 

42,235.20 
33.25 

25,957.91 
52,548.13 

3,448.92 
11,000.02 

4,348.04 

21,404.03 

2,  ieV5. 77 

340.10 

6,417.71 
21,029.47 

7,044.  "W 
10,795.45 
13,878.31 

1,913.96 

240.74 

12, 45a  48 

29,596.20 
5,012.10 
19, 33a  05 

16,709.04 
11,631.54 
7,491.61 
9,950.70 
3,649.46 

11,680.91 
59,413.75 

82,502.87 
43,014.03 

4,530.70 
12,857.37 

1,617.90 

18,859.06 
34,044.67 

11,167.45 
19,366.90 
36,445.06 
76,558.48 
5,342.03 
6,218.96 

9,053.32 


Translers 
received. 


$40.00 

252.67 

3.97 

7,160.38 


12L00 

3,006.07 

82.48 

2,717.00 

9.11 

834.96 
2.24 


433.67 
5.01 

79.87 
2.57 

93.30 

963.05 


63.16 

168.66 

2.23 

273.71 

26.60 

1,743.05 

29,786.36 

1,973.89 

1,512.97 

668.59 
1,902.64 

4,294.28 
1,749.04 
4,703.45 
8,785.54 
163.32 

30.72 
9.25 


20.71 

360.91 

2,238.33 

247.58 

2.51 


Total 808,995.41       76,526.83 


Credits. 


Collection 
vouchers. 


$1.00 
12.90 


760.32 


14,016.99 

9L79 

.20 

6,429.53 

.15 

L81 


.25 
L90 


L85 
1.55 


1,702.42 

.30 

1,225.61 

14.70 
1.25 
4.14 

42.38 
556.80 


161.77 

279.80 
1,353.58 


132.22 


62.06 
4.62 


31.20 


126.38 
39.55 


Transfers 
issued. 


$4,925.26 


11,843.60 
'**'52i.'46 


6,068.29 


209.90 

2,120.62 

21.00 

67.06 


914.15 

3,099.34 
1,439.82 
19,801.89 
1,350.68 
1,091.00 

156.55 
945.35 

3,116.73 
3,063.06 
3,111.35 
3,523.39 


400.00 
375.44 


96.90 


Net  invest- 
ment. 


$0,554.33 
24,829.51 
2,427.34 

43,7ia00 
33.25 

12,061.93 

43,620.72 

3,531.20 

6,766.03 

4,357.00 

17,228.91 

2,168.01 

349.10 

5,681.23 
18.911.96 

7,103.26 
10,729.09 
13,337.86 

2,877.01 

240.74 

12,503.63 

28,064.38 
5,014.09 
17,464.70 

13,621.60 
11,933.52 
17,471.83 
10,531.53 
3,514.64 

12,192.95 
60,200.27 

83,490.62 
40,346.41 

6,131.80 
17,987.30 

1,781.22 

18,827.72 
34,049.30 

11,136.25 
19,366.90 
36,466.77 
76,393.01 
7,204.92 
6,216.01 

8,917.38 


27,309.82       67,957.26       790,255.16 
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Table  12. — Voucher  transactions  and  net  investments  of  the  United  States  on 
Indian  irrigation  and  miscellaneous  to  June  30,  1914- 


Debits. 

Credits. 

Net 

Item. 

Disbursement 
vouchers. 

Transfers 
received. 

Collection 
yoochers. 

Transfers 
issued. 

Ixidian  irrigatloii: 

Blackf eet  project 

1882,098.18 

1,386,907.76 

371,216.50 

194,932.01 

78,835.85 
38,383.11 

1849,101.95 

1,305,152.34 

334.577.25 

S64.887.26 
23.712.67 
12,612.71 

S83,040.9S 

Flathead  project 

135,878.70 

Fort  Peck  project 

62,409.63 

Total 

2,639,222.44 

212,150.97 

2.488,831.54 

101.212.54 

a61,S29.33 

MIsceDaneoos: 

Qeneral  expense 

2,282,127.72 

119,183.09 
80,488.73 
72,567.15 
57,568.76 

22,794.79 

2,330.636.25 

47,879.77 

PrfdfmiTiRYy  inyefftlgathnu. .  . . 

80,488.73 

Jackson  Lake  enlargement 

143,103.06 
880.869.63 

401,902.43 
1,825.92 

464.56 
936,612.47 

1186,606.78 

Total 

8,306,100.41 

329,807.73  i      426.523.14 

3,267.713.28 

158,328.28 

1  Credit  balance,  work  being  performed  for  benefit  of  private  irrigation  projects  and  paid  for  in  advance. 

A  recapitulation  of  Tables  10,  11,  and  12  follows: 

Table  13. — Recapitulation  and  verification  of  voucher  transactions  and  all  net 
investments  of  the  United  States  from  the  reclamation  fund  to  June  SO,  191.^. 


Debits. 

Credits. 

Item. 

Disbursement 
vouchers. 

Transfers 
received. 

Collection  vouchers. 

Transfers 
issued. 

Net 
investment. 

Miscella- 
neous. 

Water-right 
charges. 

Primary  projects 

Secondary  projects .... 
Indian  irrigation 

890,128,209.35 

806,996.41 

2,639.222.44 

3,306.100.41 

$4,550,303.41 

76,526.83 

212,160.97 

829,807.73 

15,073,517.78 

27.309.82 

2,488,831.54 

426,523.14 

34,954,287.29 

$1,731,995.86 

67,957.26 

101,212.54 

3,267,713.28 

$82,918,801.83 
790,255.16 

261,829.33 

158,328.28 

Total 

96,882,627.61 

6,168,878.94 

8,016,182.28 

4,954,287.29 

5,168,878.94 

83,912,068.04 

1  Credit  balance. 
COLLECTIONS. 


The  two  tables  below  give  infonnatioii  as  to  collections  that  have 
been  made  under  the  reclamation  operations.  Table  14  gives  an 
analysis  of  the  sources  of  all  cash  collections  to  June  30,  1914,  and 
Table  15  gives,  by  projects,  the  amount  returned  for  water-right 
charges. 

Table  14. — Analysis  of  cash  collections  by  fiscal  years  to  June  30,  1914- 


Sources. 


Miscellaneous  sales 

Misoelianeous  services 

Tomporary  water  rentals 

Transportation  refunds 

Forlbltures  by  bidders  and  contractors 

Water-nght  oomstmction  charges 

Water-right  qpeiation  and  mamtenanoe  charges. 
O  verdisbuisements 

Total 


1903-1913 


$852,076.54 

3,131,127.01 

1,790,472.14 

245,512.97 

78,568.71 

2,806.779.77 

1,885,867.80 

32,625.85 


10.213,030.86 


8491,195.58 

920,083.38 

518,143.43 

14,051.89 

30.00 

261,679.64 

590,960.02 

1,404.78 


2,757,438.72 


Total. 


$1,343,272.12 

4,051,210.39 

2,948,615.57 

960.464.86 

78,688.n 

3,068,460.41 

1,896,827.88 

34,090.63 


12,970,469.57 
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Table  15. — Collection  of  water-right  charges  hg  projects  to  June  30,  1914. 


state  and  project. 


Aiisona :  Salt  River 

Arisona-GaUfomJa:  Yuma 

Idaho:  Minidoka 

Kansas:  Garden  City 

Montana: 

Huntley 

Sun  River 

Montana-NorthDakota:  Lower  Yellowstone. 

Nebraska- Wyoming:  North  Platte 

Nevada:  Truckee-Carson 

New  Mexico:  Carlsbad 

North  Dakota:  North  Dakota  Pumping 

Oregon:  Umatilla 

Oregon-California:  Klamath 

South  Dakota:  Belle  Fourche 

Washington: 

OkuKMmn 

Yakima— 

Smmyside 

Tieton 

W  yoming :  Shoshone 


Total. 


Construc- 
tion 
charges. 


1100,000.00 

143.422.26 

330,026.85 

142.50 

240,862.37 
02,375.35 
33,830.55 
183,505.10 
235,200.54 
110,770.30 
6.682.13 
187.387.16 
266,601.00 
108,113.86 

24,471.70 

502.335.15 
101.080.75 
210,463.84 


Operation 
and  main- 


charges. 


$44,345.55 

234,460.60 

104.50 

81,638.38 
34,202.01 
35,701.44 
251,436.36 
136,221.74 
112,500.89 
12,066.80 
58,732.45 
108,045.23 
01,103.87 

35,402.62 

442,336.10 
123,493.70 
01,061.47 


Total. 


$100,000.00 

187,767.81 

565,387.54 

247.00 

322,405.75* 
126,578.26 

60,621.00 
435,081.46 
371,512.28 
223,370.10 

10,648.93 
246,110.61 
375,636.23 
100.217.73 

60,064.32 

1,034,670.34 
314,583.54 
302,425.31 


Refunds. 


3,058.450.411,805,827.88,4,064,287.20 


1252.10 
247.00 


401.86 
881.82 


146.40 
252.00 

"iS3.'66 
72.55 
204.00 


52.50 

2,417.05 

762.60 

1,444.54 


Net  total 
collections. 


1100,000.00 
187,767.81 
565. 135. 44 


322,093.89 
125,606.44 

60,621.99 
434,885.06 
371,260.28 
223.370.10 

10.405.03 
246.047.06 
375.432.23 
100.217.73 

50,911.82 

1,082,253.20 
313,820.94 
300,980.77 


7,287.424,946,999.87 


The  three  tables  that  follow  give  for  the  Rio  Grande  Dam  appro- 
priation information  similar  to  that  appearing  in  Tables  5  to  8, 
inclusive,  with  corresponding  titles  for  the  reclamation  fund : 

Table  16. — Special  appropriation  for  Rio  Grande  (Engle)  Dam  {34  Stat..  1357) 

to  June  30,  1914. 


Appropriation  warrant  No.  79,  Mar.  4, 1907. . 

Distnirsements,  2,896  vouchers 

C<dlectiGns,  24  vouchers 


Total. 


Debit. 


$1,000,001.78 


1,000,001.78 


Credit. 


$1,000,000.00 


01.78 


1,000,091.78 


Table   17. — Balances   of  appropriations  for  Rio   Grande    (Engle)    Dam   with 
Treasurer  of  the  United  States,  June  30,  1901,  to  June  30,  1914. 


Fiscal  year. 

Appropriation. 

Withdrawals. 

Balances. 

1907 

$1,000,000.00 

$1,000,000.00 
066,886.79 
829,812.57 

1008 

$33,113.21 
137,074.22 
247,217.23 
327,875.06 
214,052.40 
30,165.80 
1,501.00 

1009 

1910 

682,505.34 
254,710.38 
40,666u89 

1911 

1012 

1013 

1,501.00 

1914 

Total 

1,000,000.00 

1,000,000.00 

Tabt-e  18. — Disbursement  and  collection  vouchers,  appropriation 
(Engle)  Dam,  paid  and  collected  to  June  30,  19U 

for  Rio  Grande 

Disbursement 
vouchers. 

CoUectlon 
vouchers. 

Number. 

Amount. 

Number. 

Amount. 

RftUin'^  fram  Twnlfth  Anniift.1  RApnrt 

2,895 

$998,500.78 
1,601.00 

24  1        $91.78 

June30, 1914 "..               

1 

Total 

2,896 

1,000,09L78 

24 

91.78 
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BECLAMATION   DEPOSIT   ACCOUNT. 

Below  is  a  statement  of  receipts,  payments,  and  balances,  and  a 
list  of  the  items  making  up  the  final  balance  to  Jime  30,  1914.  A 
description  of  the  nature  of  the  account  appears  on  page  51  of  the 
Tenth  Annual  Keport. 

Table  19. — Receipts  and  payments  from  redamation  deposit  account  during 

fiscal  pear  1914. 


Dates. 


Balance  an  hand  June  30, 1913. 

July,1913 

August.  1913 

September,  1913 

0ctober,1913 

November,  1913 

December,  1913 

January,  19U 

February,  1914 

March,  1914 

April,  1914 

May,1914 

June,  1914 


Total 429,047.15 


Receipts. 


$48,50aOO 

7,aoo.oo 

5,700.00 
12,500.00 

3,150.00 
23.200.00 
27,800.00 
4«,000.00 
43,400.00 

6,54a  00 
42,337.15 
120,020.00 
44,700.00 


Payments. 


130,800.00 
5,500.00 

29,coaoo 
8,6oaoo 

24,050.00 
17,90a00 
15,800.00 
24,40a00 
37,40a00 
21,000.00 
23,677.15 
137,770.00 


375,897.15 


Balance. 


$24,900.00 

25,ioaoo 
8,6oaoo 

3, 15a  00 

2,3oaoo 
i2,»aoo 

40,40a00 
59,40a00 
28,540.00 
49,877.15 
146,  22a  00 
53, 15a  00 


53, 15a  00 


1  See  Twelfth  Annual  Report,  p.  304,  Table  16. 
Outstanding  checks^  June  SO^  1914. 


Na 


Date. 


Bidder. 


Amoimt. 


207 

Apr.  13,1914 

288 

June  11,1914 

289 

do 

298 

June  23,1914 

300 

do 

301 

do 

302 

do 

303 

do 

304 

do 

305 

do 

306 

do 

307 

do 

310 

do 

312 

do 

313 

do 

315 

do 

316 

do 

317 

do 

318 

do 

319 

do 

320 

do 

321 

do 

322 

do 

323 

do 

324 

do 

325 

do 

326 

do 

327 

do 

329 

do 

331 

do 

334 

June  30,1914 

335 

do 

8.  W.  Portland  Cement  Co 

Adelbert  easier 

J.  E.  Hilton 

Best  Manufacturing  Co 

Union  Iron  Works 

Exeter  Machine  Works 

Wm.  Cramp  &  Sons  Ship  &  Engine  Building  Co 

Westinffhou.se  Machine  Co 

Joshua  Hendy  Iron  Works 

Pelton  Water  Wheel  Co 

Nordberff  Manufacturing  Co 

Seattle  Construction  &  Dry  Dock  Co 

Washington  Iron  Works  Co 

Minneapolis  Steel  &  Machine  Co 

Fulton  Engine  Works 

Westinffhouse  Machine  Co 

James  O  'Connor 

Dooling  Bros 

C.  F.  O'Neill 

Brown  &  Leahy 

Ru.ssel  Condon 

Chas.  Wllhite  &  Co 

Winston  Bros.  Co 

Heuser  &  Simm 

A.  L.  Markhus 

H  oy  A  J  ohnson 

Tebbs,  Taggart,  Jurgens  &  Knipe 

MacArthurBros.  Co 

Monighan  Machine  Co 

Marion  Steam  Shovel  Co 

Piatt  Iron  Works  Co 

Albert  Hawkins 

Total 

Amount  due  bidders 

Treasury  balance 


$5,000 
sno 

900 

3,000 

3,000 

6,000 

3,000 

3.000 

3,000 

3,000 

3.000 

3,000 

1,500 

3,000 

3,000 

500 

JMO 

700 

700 

700 

700 

700 

700 

700 

700 

700 

700 

700 

200 

200 

3,000 

850 


57,450 
53,150 


110,6 
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Amounts  held  pending  award  qf  contracts  and  deposits  to  guarantee  payments 

under  contracts. 


Bids  opened. 


May  9, 1914. . 

May  11, 1914. 

Do 

Do 

Do 


Do 

Do 

Do 

Do 

Do 

Apr.  27, 1914. 

Do 

Do 

Do 

May  20, 1914. 


Do 

Do 

Do 

Do 

Do 

Do 

Do 

May  18, 1914. 

May  20, 1914. 


Do 

Do 

Do 

May  28, 1914. 


Do 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

May  29, 1914. 
May  27, 1914. 

Do 

Do 

Do 

Do 

May  21, 1914. 

Do 

Do 

Do 

Do 

Do 

Do 

June  10, 1914 


Do. 
Do. 
Do. 
Do. 
Do. 
Do. 
Do. 
Do. 
Do. 
Do. 


For— 


Excavation  of  distribution  system, 

Orland  project. 
Electrical  apparatus,  Okanogan  project 

....do 

....do 

....do 


.do. 
.do. 
.do. 


Hydraulic  apparatus.Okanogan  project 

....do 

Tile  drains,  Huntley  project 

do 

....do 

....do 

Earthwork  and  structures,  Vandalia 

Canal,   second   unit,   MUk   River 

project, 
do. 


.do. 
.do. 
.do. 
.do. 
.do. 
.do. 


Mary 


Excavation  and  structures,  St. 
Canal,  Milk  River  project. 

Gates,  Clear  Creek  Dam,  Yakima  pref- 
ect. 

....do 

...do 

....do 

Construction  of  Tbree-Mlle  Falls  diver- 
sion works,  Umatilla  project 
do 


.do. 
.do. 
.do. 
.do. 
.do. 
.do. 
.do. 
.do. 


TOe  drains,  Huntley  project 

Earthwork  and  structures,  Vandalia 
South  Canal,  Milk  River  project. 

do 

....do 

....do 

do 

Centrifugal  pumps,  Okanogan  project. 

do 

do 


.do. 
.do. 
.do. 
.do. 


Bidder. 


W.  H.  Mason. 


Nixon-Kimmel  Co 

Pittsburgh  Transformer  Co 

Crocker-Wheeler  Co 

Westinghouse  Electric  &  Manufactur- 
ing Co. 

General  Electric  Co 

AUis-Chalmers  Co 

Wagner  Electric  Manufacturbig  Co.. . 

The  Pelton  Water  Wheel  Co 

S.  Morgan  Smith  Co 

Noweli-Atherly  Co 

Hugh  McDonald 

Frank  Savaresy 

Emanuel  Lindstrom 

Security  Bridge  Co 


ThreetBPOfl.  &  Jolly 

C.F.O'NellL 

A.  L.  Markhus 

Temple  &  Siroky 

Dooling  Bros 

James  O'Connor 

Tebbs,  Taggart,  Jurgens  &  Knipe. 
Condon  A  Williams 


Hlnman  Hydraulic  Manufacturing  Co. 


Coldwell-WIlcox  Co. 
Vulcan  Iron  Works. 

Coffin  Valve  Co 

Jacobsen-Bade  Co . . . 


Pacific  Bridge  Co 

Morrison- Knudsen  Co 

Bates  Si  Rogers  Construction  Co. . . 

J.  H.  Tillman  Co 

Reliance  Construction  Co 

Chamberlain  Construction  Co 

Graff  Construction  Co 

AndrusA  Bode 

Newport  Land  &  Construction  Co.. 

Security  Bridge  Co 

I.  J.  Denton. 


Earthwork  and  structures,  Dodson 
South  Canal,  Milk  River  project. 

do 

....do 

....do 

....do 

....do 

....do 

....do 

....do 

....do 

....do 

Guaranty  deposits , 


Heuser^  Sim 

Threet  Bros.  &  Jolly 

Security  Bridge  Co 

W.J.Hoy 

Chas.C.  Moore&Co 

Ferine  Machine  Co 

Geo.  B.  Adair  &  Son  Co 

C.  F.  Braum&Co 

The  Pelton  Water  Wheel  Co. 
Byron  Jackson  Iron  Works... 

Henry  B.  Worthington 

A.  L.  Markhus 


Totol. 


Chas.  Wilhite  &  Co 

Querry  &  Davis 

l)ooling  Bros 

James  O'Connor 

Snelson  Bros 

C.F.O'NeUl 

Heuser  Si  Sim 

Tebbs,  Taggart,  Jurgen  &  Knipe. 


Tebbs,  Taggart,  Ji 
Templet  Siroky.. 
Security  Bridge  Co. . 
Magma  Copper  Co. . . 


Amount. 


1850 

500 
500 
500 
500 

500 
500 
500 
500 
500 
500 
300 
300 
1,000 
300 


300 
500 
800 
500 
500 
800 
600 
3,200 

50 

50 

50 

50 

2,000 

2,000 
2,000 
2,000 
2,000 
2,000 
2,000 
2,000 
2,000 
2,000 
500 
1,500 

1,900 

1,500 

1,500 

1,500 

150 

150 

150 

150 

150 

150 

150 

1,500 

500 

500 

500 

500 

150 

500 

1,500 

500 

500 

1,000 

1,000 

53,150 
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Tablb  20. — Assclfi,  liabiHties,  reserreSy  and  capital,  ^ya«hington  and  detached 

offlceftf  to  Jane  SO,  l91Ji. 

ASSETS. 

Cash  lu  fiscal  agents  possession  awaiting  remittam*e $35.17 

Accounts  receivable,  uncollected  miscellaneous 227.75 

Inventories : 

Meclianical  and  other  equipment |38,  892.  7S 

Material  and  supplies  on  hand  in  storehouse 32,025.44 

Undistributed  cost  (freight  and  handling) 752.36 


71.  670.  58 
Less  unadjusted  transfers  between  projects .   1,996.97 


69.673.61 


Construction  work  in  process: 

Undistributed  expenses  to  date 2,772.29 

Less  revenue  earned  as  follows — 

Rental  of  telephones $348.24 

Revenues,  miscellaneous 1..S34. 33 

Adjustments,  depreciation  on  plant  and 

equipment S,  7(>rK  37 


Total  deductions 10, 947. 94 


Over  distribution  of  expenses  to  projects 8,175.65 


Total  assets <n,7(iO.Hs 

LIABILITIES,  RKSKftVES.  AND  CAPITAL. 

Accounts  payable : 

Unpaid  labor 4, 54&  72 

Unpaid  purchases 4,293.67 

Unpaid  freight  and  express 67.77 

Unpaid  passenger  fares 2,837.39 

Unpaid  miscellaneous 2, 133. 56 


Net  investment: 

Disbursements $2, 282, 127.  72 

Transfers     received     from     other 

projects 119, 183. 09 

2, 401, 310. 81 

Less — 

Colle<*tlon8 22,  794.  79 

Transfers   issued   to   other   pro- 
jects   2,  330,  636.  25 

2,  353. 431.  04 


13,  88L  11 


47, 879. 77 

Total  liabilities,  reserves,  and  capital  investment  of  the 
Government 61,760. 8S 

Undistributed  cxi^cmtrs  of  Wanhington  office  and  detached  offices,  to  June  SO, 

Balance  of  cost  ledger  to  June  30,  1914 $2,154.00 

Cost  ledger  inventories 618.29 


Gross  undistributed  cost  to  date 2.772.29 

Efttimatcd  expenditures  of  Washington  office  for  fiscal  pear  1015. 

Salaries $225,000.00 

Per  diem  and  traveling  expenses 10.500.00 

Passenger  transportation 13.940.00 

Equipment  (furniture  and  fixtures,  etc.) 10.345.00 

Storehouse  supplies  for  issue  to  projects 57,059.00 
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Storehouse  supplies  for  local  use $6,500.00 

Rental  of  offices 10, 500. 00 

Telephone  and  telegraph  service 9, 000.  (K) 

Heat  light,  and  power 1,  800. 00 

Miscellaneous 5,356.00 


Total 350,000.00 

Table  21. — Assets,  Uahilities,  reserves,  and  caj)ital,  secondary  projects,  to  June 

SO,  191  i, 

Asstrrs. 

Accounts  receivable,  uncollected  miscellaneous  items $249.80 

Inventories,  mechanical  and  other  equipment S.  840. 18 

Construction  work  in  process : 

Gross  preliminary  expenses  of  projects  to  date $867. 273. 96 

Rentals  of  grazing  lands $31.20 

Profits  on  hospitals 4. 00 

Adjustments,    depreciation    on    plant    aad 
equipment 568. 74 


Total  deductions 603.  94 


Net  construction  expenses  of  projects  to  date 866,670.02 


Total  assets 875,  760.  09 

LIABILITIES,   RESERVES,  AND  CAPITAL. 

Accounts  payable : 

Unpaid  labor 2, 935.  63 

Unpaid  purchases 1,655.11 

Unpaid  freight  and  express  charges 109.66 

Unpaid  passenger  fares 315.80 


Total 5, 016.  20 

Net  investment: 

Disbursements $808,995.41 

Transfers  received  from  other  project.s.     157, 015. 56 

966,010.97 

Less — 

Collections 27,309.82 

Transfers  issued  to  other  projects.       67, 957. 26 

'—      95,  267. 08 


Total 870,  743.  S9 


Total  liabilities,  resen^es,  and  capital  investment  of  the 

Government 875,760.09 

Cost  of  secondary  projects  to  June  30,  191^. 
[Mlscellnneoiis   prellmimi  ry    invostlgations.] 

Arizona : 

Little  Colorado $9, 554.  SH 

San  Carlos. 24, 829. 51 

San  Pedro. _—  2,427.34 

Arizona-California : 

Colorado  River ^ 43, 710. 00 

Colorado  River  Basin 33.  25 

ralifomla : 

Owens  Valley 12, 061. 92 

Sacramento  Valley 43.620.72 

San  Joaquin 3.  531.  20 

Iron  Canyon  Cooperative. 6.650.31 

Colorado,  White  River 4, 357. 00 

Idaho : 

Dubois 17, 228. 91 

Port  Neuf. 2, 168. 01 

General  investigations. 349. 10 
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Montana : 

Clark  Fork $5.  5S1. 23 

Crow  Reservation 18, 911. 96 

Lake  Basin. 7. 103. 26 

Madison  River. 10. 729.09 

Marias 13. 337. 86 

Nebraska : 

South  Platte 2, 877. 01 

Nebraska  investigations 240. 74 

Nevada,  Walker  River IZ  503. 63 

New  Mexico: 

La  Plata 28,064.33 

Las  Vegas 5, 014. 09 

Urton  Lake 17, 464.  70 

North  Dakota : 

Bismarck  13. 621. 69 

Little  Missouri 11. 933. 52 

Nesson 17, 471. 83 

Washburn 10, 531.  53 

Bowman 3, 514. 54 

Oklahoma : 

Cimarron 12, 192. 95 

,  Red  River. 60, 209. 27 

Oregon : 

Malheur 8a  490. 62 

Central  Oregon 40, 346. 41 

Columbia  River  power 5,  836. 68 

Oregon  Cooperative 14, 237. 64 

Texas,  Pecos  River 3,000.09 

Utah: 

Bear  Lake 18, 827. 72 

Utah  Lake 34,049.30 

Washington : 

Benton 11, 167. 45 

Kittitas 19. 366. 90 

Wapato 36. 465. 77 

Palouse 76, 393. 01 

Palouse  Cooperative 6,  585.42 

Priest  Rapids- 6, 216. 01 

Wyoming : 

De  Smet 8, 917. 38 

Miscellaneous  preliminary,  investigations 80. 48a  73 

Total 867, 273. 96 

Estimated  cost  of  contemplated  work  on  secondary  projects  during  the  fiscal 

year  1915. 

Arizona-California:  Colorado  River  Basin  investigation $49,966.75 

California : 

Iron  Canyon  Cooperative  investigations 1. 734. 13 

Pitt  River  Investigations 2, 500. 00 

Idaho:  General   Investigations 650.90 

Nebraska:  General  investigations 9,759.26 

Oregon : 

Columbia  River  power  investigations 6,163.32 

Oregon  Cooperative  project : 

Carriage $248, 000. 00 

Dlstrubution 42, 000. 00 

Telephone  lines 3,500.00 

Roads  and  bridges 1,000.00 

Miscellaneous  preliminary  investigations 73,141.32 

Operation  and  maintenance  during  construc- 
tion         1, 000. 00 

368,641.32 

Texas :  Pecos  River  investigations 1, 414. 82 

Total 440,  830. 50 
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SECLAHATION  ORGANIZATION. 
ADMINISTBATIVE  OBGANIZATION  OF  THE  SEBVICE. 

The  following  order  was  Issued  by  the  Secretary  of  the  Interior  on  December 
13,  1913: 

The  United  States  Reclamation  Service  shall  on  and  after  this  date  be  con- 
stituted of  five  divisions,  to  be  known  and  designated  as  follows : 

1.  Scientific.  Statistical,  and  fflstorical  Division. 

2.  E2ngineering  and  Technical  Division. 

3.  Law  Division. 

4.  Fiscal  and  Accounts  Division. 

5.  Operation  and  Maintenance  Division. 

Subject  to  the  approval  of  the  Secretary  of  the  Interior,  the  control,  direction, 
and  management  of  the  service  shall  hereafter  be  vested  jointly  in  the  fol- 
lowing officers : 

1.  The  director. 

2.  The  chief  engineer. 

3.  The  chief  counsel. 

4.  The  comptroller. 

5.  The  supervisor  of  Irrigation. 

The  officers  named  shall  constitute  a  board  for  the  purpose  of  considering 
all  questions  of  administrative  policy  and  management,  and  recommending 
action  thereon,  to  the  Secretary  of  the  Interior,  but  no  act  of  said  officers  or  of 
said  board  shall  be  of  force  or  effect  unless  the  same  is  in  pursuance  of  au- 
thority previously  given  by  the  Secretary  of  the  Interior.  For  convenient  ref- 
erence said  board  shall  be  known  as  the  reclamation  commission. 

The  director  shall  have  charge  of  the  scientific,  statistical,  and  historical 
division  and  shall — 

1.  Be  chairman  of  the  commission. 

2.  Have  general  oversight  of  the  Reclamation  Service. 

3.  Direct  and  conduct  nil  explorations  and  preliminary  surveys  of  proposed 
reclamation  projects. 

4.  Direct  and  conduct  all  scientific  and  experimental  work  in  connection  with 
the  service  not  otherwise  provided  for. 

5.  Direct  and  conduct  the  collection  of  statistics  relating  to  all  branches  of 
the  service. 

6.  Direct  and  conduct  the  compilation  and  publication  of  all  documents  and 
reports  covering  the  activities  of  the  service. 

7.  The  Jurisdiction  of  the  director  shall  include  all  engineers,  engineering 
boards,  or  other  experts  of  the  service  engaged  in  explorations,  preliminary 
surveys,  scientific,  experimental,  and  research  work,  all  of  whom  shall  report 
to  and  be  governed  by  the  director. 

The  chief  engineer  shall  have  charge  of  the  engineering  and  technical  division 
and  shall — 

1.  Be  the  adviser  of  the  commission  in  all  matters  concerning  the  feasibility 
of  all  proposed  projects  and  as  to  the  construction  and  installation  of  project 
works. 

2.  Direct  and  conduct  all  final  suneys  of  proposed  reclamation  projects. 

3.  Direct  and  conduct  all  engineering  operations  appertaining  to  the  construc- 
tion and  installation  of  all  necessary  water  storage,  diversion,  distribution, 
irrigation,  drainage,  power  generating,  and  transmission  works. 

4.  Direct  and  conduct  all  construction  operations  undertaken  by  the  service. 

5.  Direct  and  conduct  all  necessary  scientific,  experimental,  and  research 
work  connected  with  the  construction  and  installation  of  project  works, 

6.  The  Jurisdiction  of  the  chief  engineer  shall  include  all  engineers  and 
engineering  boards  or  other  experts  or  employees  of  the  service  engaged  in 
final  surveys  and  construction  work  on  approved  projects,  all  of  whom  shall 
report  to  and  be  governed  by  the  chief  engineer. 

The  chief  law  officer  shall  hereafter  be  known  as  the  "chief  counsel,"  and 
shall  have  charge  of  the  legal  division,  and  shall — 
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1.  Be  the  legal  adviser  of  the  coiiuiiission  and  the  Secretary  of  the  Interior 
on  questions  affecting  the  Rechimation  Service. 

2.  Direct  and  conduct  all  investigations  involving  the  legal  rights  and 
privileges  of  the  Reclamation  Service. 

3.  The  jurisdiction  of  the  chief  counsel  shall  include  all  emp1o3^ee$  of  the 
legal  division,  and  the  so-called  "legal  examiners'*  shall  hereafter  be  known 
and  designated  as  "  district  counsel  "  or  "  assistant  district  counsel."  as  the 
chief  counsel  may  direct,  excei)t  all  those  in  the  legal  division  in  the  Wash- 
ington office,  who  shall  be  known  by  such  titles  as  the  chief  counsel  may  here- 
::fter  direct.  All  employees  of  the  legal  division  shall  rei)ort  to  and  be  gov- 
enied  by  the  chief  counsel. 

The  comptroller  shall  have  charge  of  the  fiscal  and  accounts  division,  and 
shall— 

1.  Be  the  adviser  of  the  commission  on  alt  questions  concerning  finances 
and  accounting. 

2.  Direct  and  conduct  the  keei>ing  of  all  necessary  records  and  accounts 
to  cover  all  of  the  activities  and  operations  of  the  service; 

3.  Direct  and  control  the  expenditure  of  the  reclamation  fund,  and  the  pur- 
chase and  distribution  of  all  materials  and  supplies. 

4.  The  jurisdiction  of  the  comptroller  shall  extend  to  and  include  all  em- 
])loyees  of  the  service  engaged  in  the  keeping  of  accounts,  the  purchase  and 
distribution  of  materials  and  supplies,  the  disbursement  and  collection  of 
funds,  and  all  clerical  employees,  all  of  whom  shall  reiJort  to  and  be  governed 
by  the  comptroller. 

The  sui^ervisor  of  irrigation  shall  have  charge  of  the  operation  and  mainte- 
nance division  and  shall — 

1.  Be  the  adviser  of  the  commission  on  all  matters  concerning  irrigated 
lands. 

2.  Direct  and  conduct  the  management,  operation,  and  maintenance  of  the 
irrigation  systems  on  all  of  the  projects  operated  by  the  service. 

3.  Advise  and  counsel  with  water  users  and  water  users'  associations  as  to 
the  best  methods  and  practice  of  irrigation,  and  as  to  the  culti\^tion  of  irrigated 
lands,  the  development  of  markets  for  the  products  thereof,  and  all  questions 
affecting  the  welfare  of  settlers  and  water  usera 

4.  Consult  and  cooi)erate  with  the  experts  of  the  Agricultural  Department 
assigned  to  each  of  the  projects. 

5.  The  Jurisdiction  of  the  supenisor  of  irrigation  shall  extend  to  and  include 
all  project  managers  and  other  employees  engaged  in  the  maintenance  and  oper- 
ation of  the  irrigation  systems,  who  shall  report  to  and  be  governed  by  the 
suijervisor  of  irrigation. 

QBNEBAL  OFFICES. 

Hon.  Franklin  Knight  I^ane,  Secretary  of  the  Interior. 

Brig.  Gen.  William  L.  Marshall,  United  States  Army,  retired,  consulting  engi- 
neer to  the  Secretary. 

The  following  five  officials  of  the  Reclamation  Service  constitute  a  board  or 
commission  for  the  purpose  of  considering  all  questions  of  administrative  policy 
and  management,  and  recommending  action  thereon  to  the  Secretary  of  the 
Interior : 

Frederick  Haynes  Newell,  director,  Washington,  D.  C. 

Arthur  Powell  Davis,  chief  engineer,  Washington,  D.  C. 

Will  R.  King,  chief  counsel,  Washington,  D.  C. 

W.  A.  Ryan,  comptroller,  Washington,  D.  C. 

I.  D.  O'Donnell,  supervisor  of  irrigation.  206  State  Bank  Building.  Bimn?<<. 
Mont. 

WASHINGTON  OFFICE. 

Office  of  the  director:  C.  J.  Blanchard,  statistician. 

Office  of  the  chief  engineer :  Frank  Teichman,  E.  C.  Bebb,  and  E.  A.  Morits. 
engineers;  John  H.  Pellen,  draftsman. 

Office  of  the  chief  counsel :  Morris  Bien,  counsel ;  J.  M.  McKinney,  C.  A. 
Mansuy,  O.  G.  CowhJck,  E.  B.  Hoffman,  D.  H.  Sibbett,  H.  L.  Holgate.  and  R.  M. 
Patrick,  examiners;  Mrs.  G.  B.  Fowler,  assistant  examiner;  Mra  EI  W.  Ballard. 
clerk. 

Office  of  the  comptroller:  H.  P.  Seidemann,  chief  accountant;  C.  G.  Smith, 
examiner  of  accounts:  E.  G.  Paul,  chief  clerk;  C.  G.  Duganne,  fiscal  agent 
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FIELD  OFFICES. 

Office  of  the  supervisor  of  Irrigation :  Robert  C.  Elting,  chief  cleric.  Billincrs, 
Mont. 

0.  H.  Ensign,  chief  electrical  engineer,  005  Federal  Building,  Ix)s  Angeles, 
Oil. ;  J.  M.  Gaylord  and  C.  E.  Hogle,  engineers. 

W.  W.  Follett,  consulting  engineer,  414  El  Paso  &  Southwestern  Building, 
El  Paso,  Tex. 

D.  C.  Henny,  consulting  engineer,  1005  Spalding  Building,  Portland,  Oreg. 

L.  C.  Hill,  consulting  engineer,  1112  Holllngsworth  Building,  Los  Angeles,  Cal. 

Joseph  Jacobs,  consulting  engineer,  Seattle,  Wash. 

J.  H.  Quinton,  consulting  engineer,  1112  Holllngsworth  Building,  I>os  Angeles, 
Cal. 

W.  H.  Sanders,  consulting  engineer,  915  Grand  View  Avenue,  Los  Angeles,  Cal. 

A.  J.  Wiley,  consulting  engineer,  Boise,  Idaho. 

D.  W.  Murphy,  engineer  in  charge  of  drainage.  002  Federal  Building.  Los 
Angeles,  Cal. 

C.  E.  Harris,  acting  transportation  agent,  777  Federal  Building,  Chicago,  111. 
P.  M.  Fogg,  engineer  on  field  Investigation,  Pecos.  Tex. 

1.  C.  Harris,  engineer  in  charge  of  inspection  of  materials,  802  Federal  Build- 
ing, Chicago,  111. 

J.  Y.  Jewett,  cement  expert,  406  Commonwealth  Building,  Denver,  Colo. 

SOUTHEBN  DIVISION. 
ARIZONA,  NEW  MEXICO,  TEXAS,  UTAH,  CALIFORNIA. 

F.  W.  Hanna,  supervising  engineer.  Phoenix,  Ariz. ;  S.  B.  Taggart,  chief  clerk. 

Salt  River  project, — C.  H.  Fitch,  project  manager.  Phoenix,  Ariz.;  Oro  Mc- 
Dermith,  assistant  project  manager ;  Walter  Wanl,  engineer ;  W.  S.  Cone,  super- 
intendent of  construction,  power  division;  J.  L.  Clancy,  district  counsel;  W.  P. 
Marine,  chief  clerk ;  D.  K.  Clint,  fiscal  agent. 

Yuma  project.— F.  L.  Sellew,  project  manager,  Yuma,  Ariz. ;  J.  F.  Richardson, 
engineer;  A.  N.  Kelley,  Irrigation  manager;  J.  R.  Stilson,  chief  clerk  and  fiscal 
agent 

Rio  Orange  project, — ^L.  M.  Lawson,  project  manager.  El  Paso,  Tex. ;  F.  Teich- 
nian,  designing  engineer;  H.  J.  Oault  and  J.  D.  Stannard,  engineers;  P.  W. 
Dent,  district  counsel ;  F.  S.  CundiflT,  chief  clerk ;  E.  G.  McCoy,  fiscal  agent. 

Elephant  Butte  Dam, — E.  H.  Baldwin,  construction  engineer.  Elephant  Butte, 
N.  Mex. ;  L.  J.  Charles,  assistant  engineer ;  A.  McD.  Brooks,  chief  clerk ;  J.  C. 
Gawler,  fiscal  agent 

Carlsbad  and  Hondo  projects.— tu  E.  Foster,  project  manager,  Carlsbad, 
N.  Mex. ;  C.  A.  May,  assistant  project  manager ;  V.  L.  Minter,  chief  clerk  and 
fiscal  agent. 

Strawberry  Valley  project. — J.  L.  Lytel,  project  manager,  Provo,  Utah;  B.  E. 
Roddis,  district  counsel ;  J.  L.  Segall,  chief  clerk  and  fiscal  agent. 

PACIFIC   DIVISION. 

CALIFORNIA,    OREGON,    NEVADA. 

E.  G.  Hopson,  supervising  engineer,  202  Central  Building,  Portland,  Oreg.; 
O.  P.  Morton  and  E.  S.  Taylor,  district  counsel. 

Orland  project. — ^A.  N.  Burch,  project  manager,  Orland,  Cal. ;  C.  H.  Lillington, 
chief  clerk  and  fiscal  agent. 

Truckce-Carson  project.— B.  W.  Cole,  project  manager,  Fallon,  Nev. ;  F.  G. 
Hough,  chief  clerk ;  J.  R.  Post,  fiscal  agent. 

Lahontan  Dam.—Y.  H.  Tillinghast,  engineer,  Lahontan,  Nev.;  L.  G.  Maney, 
8ui)erintendent  of  construction ;  H.  N.  Bickel,  principal  clerk. 

Umatilla  project,— H.  D.  Newell,  project  manager,  Hermiston,  Oreg.: 
Maurice  Scroggs,  superintendent  of  irrigation ;  C.  W.  Kellogg,  chief  clerk  and 
fiscal  agent. 

Klamath  project.— J.  G.  Camp,  project  manager,  Klamath  Falls,  Oreg. ;  B.  E. 
Hayden,  assistant  en^neer,  operation  and  maintenance;  C.  C.  Hogue,  chief  clerk 
and  fiscal  asrent 

Cooperative  work  in  Oregon  and  California.— John  T.  Whistler,  engineer  In 
charge,  215  Central  Building,  Portland,  Oreg. 

Columbia  River  power  project.— Ia.  F.  Harza,  project  manager.  First  National 
Bank  Building,  The  Dalles,  Oreg. 
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NOBTHEBN  DIVTSZON. 
MONTANA,  NORTH  DAKOTA,  WYOMING. 

H.  N.  Savage,  supervising  engineer.  Great  Falls,  Mont;  W.  J.  Egleaton,  dis- 
trict counsel ;  C.  P.  Williams,  engineer. 

Blackfeet  project,— C.  J.  Moody,  project  manager,  Browning,  Mont.;  C.  E. 
Frisbee,  clilef  clerk ;  G.  H.  Baird,  fiscal  agent. 

Flathead  project.—E.  F.  Tabor,  project  manager,  St.  Ignatius,  Mont.;  S.  G. 
Swigart,  irrigation  manager;  W.  H.  Meglasson,  principal  clerlt;  T.  W.  Ha  use, 
fiscal  agent. 

Fort  Peck  project.— R.  M.  Conner,  project  manager.  Poplar,  Mont;  Frank 
Nivens,  chief  clerk  and  fiscal  agent 

Huntley  project.— R,  H.  Fifleld,  project  manager,  Huntley,  Mont;  R  B. 
Le  Claire,  chief  clerk  and  fiscal  agent 

Milk  River  project. — W.  W.  Schlecht,  project  manager,  Malta,  Mont;  G.  E. 
Stratton,  engineer,  Glasgow,  Mont;  H.  W.  Bmen,  chief  clerk;  C.  B.  Mauser, 
fiscal  agent,  Malta,  Mont. 

8t.  Mary  storage  unit, — Joseph  Wright,  engineer,  Fletcher,  Mont ;  C-  R  Fris- 
bee, chief  clerk ;  G.  H.  Baird,  fiscal  agent.  Browning,  Mont 

Sun  River  project, — R.  M.  Snell,  project  manager,  Fort  Shaw,  Mont ;  Angus- 
tine  H.  Ayers,  engineer ;  C.  A.  Peavey,  chief  clerk ;  H.  T.  Caldwell,  fiscal  agent 

North  Dakota  pumping  project,— W.  S.  Arthur,  chief  derk  and  fiscal  agent 
Williston,  N.  Dak. 

Lotoer  YeHowatone  project. — L.  H.  Mitchell,  project  manager.  Savage,  Mont.; 
C.  H.  Young,  chief  clerk ;  R.  M.  Reid,  fiscal  agent. 

Shoshone  project, — G.  O.  Sanford,  project  manager,  Powell,  Wyo. ;  C.  M.  Jump, 
superintendent  of  irrigation;  C.  E.  Piatt,  chief  clerk;  A.  L.  Erickson,  fiscal 
agent. 

CENTBAI.  DIVISION. 

COLORADO,    KANSAS,   OKLAHOMA,    SOUTH    DAKOTA,   NEBRASKA,   WYOMING. 

R.  F.  Walter,  supervising  engineer,  519  Commonwealth  Building,  Driver, 
Colo.;  A.  R.  Honnold,  district  counsel;  J.  J.  Buck,  assistant  district  counsri; 
J.  A.  Dolphin,  chief  clerk  and  fiscal  agent 

Ch-and  Valley  project. — J.  H.  Miner,  project  manager.  Grand  Junction,  Colo. : 
O.  T.  Reedy,  engineer ;  E.  R.  Mills,  chief  clerk ;  A.  L.  Collins,  fiscal  agent 

Uncompahgre  Valley  project, — F.  D.  Pyle,  project  manager,  Montrose,  Colo.; 
J.  H.  Fertig.  assistant  engineer ;  J.  R.  Alexander,  district  counsel ;  T.  W.  Zim- 
merman, chief  clerk ;  E.  R.  Furstenfeld,  fiscal  agent 

North  Platte  project. — ^Andrew  Weiss,  project  manager,  Mitchell,  Nebr. ;  Paul 
Rothi,  irrigation  manager ;  O.  P.  Burrows,  chief  clerk ;  M.  T.  Murray  and  J.  R. 
Ummel,  fiscal  agents. 

Pathfinder  Dam, — H.  D.  Comstock,  assistant  engineer,  Mitchell,  Nebr. 

Belle  Fourcke  project, — F.  C.  Magruder,  project  manager,  Newell,  S.  Dak.; 
R.  B.  Smith,  chief  clerk ;  T.  E.  Jones,  fiscal  agent 

IDAHO  DIVISION. 

IDAHO,  OREGON,  WYOMING. 

F.  E.  Weymouth,  supervising  engineer,  Boise,  Idaho;  B.  B.  Stoutemyer,  dis- 
trict counsel ;  F.  L.  Cavis.  chief  clerk;  S.  E.  Hedden,  fiscal  agent. 

Boise  project  {distrihution  unit). — G.  H.  Bliss,  project  manager,  Boi.se.  Idaho: 
F.  T.  Crowe,  construction  engineer,  in  charge  of  work  in  Pioneer  irrigation 
district. 

Boise  River  storage  unit, — C.  H.  Paul,  construction  engineer,  Arrowroek. 
Idaho ;  James  Munn,  superintendent  of  construction ;  A.  B.  Mayhew,  engineer : 
R.  R.  Clawson,  principal  clerk. 

Minidoka  project, — H.  M.  Schilling,  project  manager,  Rupert,  Idaho;  F.  X. 
Cronholm,  superintendent  of  construction;  C.  A.  Lyman,  chief  clerk;  N.  K. 
Jensen,  fiscal  agent 

Minidoka  power  and  pumping  stations. — Barry  Dibble,  engineer,  Mlnidokii. 
Idaho. 

Jackson  Lake  enlargement  project. — F.  A.  Banks,  engineer,  Moran,  Wyo.; 
J.  M.  Luney,  chief  clerk ;  R.  W.  Miller,  fiscal  agent 
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WASHINGTON  DIVISION. 
WASHINGTON. 

C.  H.  Swigart,  supervising  engineer,  North  Yakima,  Wash. ;  E.  W.  Burr,  dis- 
trict counsel ;  Floyd  Foster,  chief  clerk ;  R.  K.  Cunningham,  fiscal  agent. 

Okanogan  project — Calvin  Ca steel,  project  manager,  Okanogan,  Wash. ;  H.  A. 
Yates,  chief  clerk  and  fiscal  agent. 

Yakima  project: 

Storage  unit. — 0.  E.  Crownover,  project  manager,  Meadow  Creek,  Wash.; 
K.  R.  Ruhnke,  chief  clerk ;  W.  W.  Davis,  fiscal  agent. 

Sunnyside  unit, — R.  K.  Tiffany,  project  manager,  North  Yakima,  Wash. ;  J.  G. 
Heinz,  assistant  manager,  Sunnyside,  Wash.;  J.  S.  Moore,  assistant  engineer; 
E.  M.  Philebaum,  chief  clerk  and  fiscal  agent. 

Tieton  unit. — R.  K.  Tiffany,  project  manager.  North  Yakima,  Wash.;  G.  C. 
Finley,  assistant  manager,  Naches,  Wash. 

Palouse  project. — Ernest  McCulloh,  engineer,  Sunnyside,  Wash.;  Miss  L.  S. 
Dickinson,  chief  clerk  and  fiscal  agent. 

64162**— 15 31 
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DISTBIBUTION  OF  EMPLOYEES. 

Employees,  June,  19H^ 


Con- 
tractor's 
foice. 

Grand  total. 

Educa^ 
tional. 

Resis- 
ts. 

Others. 

Total. 

Projects. 

DivisiOD. 

Washington  office  * 

93 
2 

16 
2 

13 

3 

22 
10 
1 
3 

7 

100 
2 
16 
8 
13 

3 

502 

835 

2 

70 

8 

166 

1,030 

55 

6 
32 
316 
182 

62 
5 
26 

7 

12 

87 
89 
218 
131 
167 
48 
90 
46 
77 
146 

5 

1 
167 

100 
2 

10 
8 

13 

Billings  office ]  

Denver  office  (cement) 

6 

Los  AngdesoMces...! 

130 

Southern  diyision  office 

3 
5QS 
835 

2 
83 

8 
166 

55 

Salt  River  project 

130 

75 

1 

11 
1 

61 
107 

360 
760 

66* 

7 

94 

1,000 

Yuma  protect 

Colorado  Kiver  storage 

Carlsbad  project 

13 

Hondo  project 

Rio  Grande  project 

21 
14 

1 
9 

6 
5 
15 
9 
6 
3 
2 
1 

10 
7 
14 
7 
9 
19 
12 
21 
3 
5 
7 

5 

RlAnhfuit  R^tt^ 

Pecos  Valley  investljntions 

Strawberry  Valley  IT. 

18 

28 

2,785 

Pacffic  division  office 

6 
128 
316 
182 
63 
5 
26 
7 

Orland  project ...  .....  . 

14 
64 
24 
16 
2 
6 

2 
14 

30 
13 
11 
20 

6 
26 

6 
19 
29 

13 
237 
149 

40 

is" 

6 

66* 

45 
198 
111 
128 
80 
43 
37 
53 
110 

96 

Tnickeek^arson  project 

Umatilla  project 

Klamath  project 

1 

Oaliibmia  cooperative  work 

Oregon  cooperative  work 

Columbia  River  cooperative  work. . 

73S 

Northern  divisfon  office 

12 

87 

127 

218 

131 

306 

318 

361 

46 

77 

146 

Blackfeet  project 

Flathead  project 

38 

Fort  Peck  project 

Huntley  project 

Milk  River  project 

141 
270 
271 

St.  Mary  storage 

Sun  River  project 

North  Dakota  pumping 

Lower  Yellowstone  project 

Shoshone  project 

1,831 

Central  division  office 

5 

1 
177 

Garden  City  project 

1 
100 

UncompahCTe  Valley  project 

Oklahoma  investii^atlons  • 

13 

54 

10 

North  Platte  project 

15 

1 
7 
13 

4 

27 
10 
19 

7 

77 

1 

34 

43 

1 

99 
224 
126 

26 

107 

4 
107 
272 

89 
846 
318 
139 

199 

6 

148 

328 

5 

215 

1,080 

462 

172 

130 

329 

6 

186 

368 

Nebraska  investigations 

Belle  Fourche  project 

38 
40 

Grand  VaUeyproject 

1,073 

Idaho  division  office 

5 

215 

1,090 

462 

172 

Boise: 

Distribution  unit 

Storage  unit 

Minidoka  project 

Jackson  Lake  enlartfement 

Snake  River  storage 

9 
4 
20 
9 
5 

2 

3 
8 
30 
27 
29 

20 

25 

375 

15 

83 

9 

13 

37 
475 

51 
117 

31 

I  084 

Washington  division  office 

13 
37 

475 
51 

127 

31 

Okanogan  project 

Yakima  storage  unit 

Sunnyside  unit 

Yakima,  Tieton  unit 

10 

Washington   cooperative  work 
(Palouse) 

734 

Total  June,  1914 

541 

478 

1,553 
1,207 

6,076 
4,926 

8,170 
6,611 

1,058 
1,005 

0,228 
7,616 

0,228 

Total  June,  1913 

7,616 

Increase,  1914 

63 

346 

1,150 

1,560 

53 

1,612 

1,612 

1  Aside  from  the  projects  under  construction  or  operation,  there  are  eight  independent  engineering  Investi- 
gatioas  under  way. 
>  Exclusive  of  6  consulting  engineers  emploved  at  intervals. 
One  engineer  transferred  to  Pecos  Valley  work  in  February. 
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480     THIRTEENTH  ANNUAL  REPORT  OF  RECLAMATION   SERVICE. 

ENOnnXKIHO  AETI€L£S  B£IATINO  TO  THE  WOSE  OF  THE 

SERVICE. 

The  following  is  a  partial  list  of  engineering  articles  relating  to 
the  work  of  the  Keclamation  Service  as  published  in  engineering  and 
technical  journals.  The  list  is  printed  for  the  information  of  engi- 
neers and  others  interested  in  the  work,  and  is  a  continuation  of  tne 
list  printed  on  pages  353  to  364  of  the  twelfth  annual  report : 

General  articles. — "  Principles  of  Irrigation  engineering/'  by  F.  H.  NeweU  and 

D.  W.  Murpliy,  review  of  book  by  J.  S.  Eastwood,  Western  EInglneering,  Sept^ 
1913,  vol.  3,  p.  231. 

Experimental  values  of  Kutters  "N"  for  open  channels  (from  Reclamation 
Record),  Western  Engineering,  Sept,  1913,  vol.  3,  p.  221. 

Attitude  of  the  Irrigationlsts  (editorial),  Eng.  liecord,  Sept.  6,  1913,  voL  68, 
p.  253. 

Cost  of  irrigation  works  per  acre  of  land  supplied,  with  rates  (communica- 
tion), by  "Irrigation  Engineer,"  Engineering  and  Contracting,  Oct,  1.  1913, 
vol.  40,  p.  376. 

An  independent  opinion  on  the  U.  S.  R.  S.  (editorial  with  extensive  quotations 
from  H.  T.  Corey's  paper  before  Am.  Soc.  C.  E.),  Eng.  News,  Nov.  13,  1913, 
vol.  70,  p.  987. 

Personnel  of  U.  S.  R.  S.  Commission  (short),  Eng.  News,  Nov.  13,  1913,  voL 
70,  p.  991. 

"  Irrigation  canals "  in  India ;  book  reviewed  by  F.  W.  Hanna,  Eng.  News, 
Nov.  13,  1913,  vol.  70,  p.  998. 

Developments  of  water  power  (Ore.  &  Federal  cooperation),  Eng.  Record, 
Nov.  15,  1913,  vol.  68,  p.  557. 

Government  forces  rrbitrating  Colorado  water-rights  disputes,  Eng.  Record, 
Nov.  15,  1913,  vol.  68,  p.  549. 

Metal  flumes  for  irrigation  canals,  iUus.,  F.  W.  Hanna,  Eng.  News,  Nov.  27, 

1913,  vol.  70,  p.  1077,  and  Dec.  25,  p.  1316. 

Engineering  principles  applied  to  farm  irrigation,  Ulua,  A.  L.  Harris.  Eng. 
News,  Dec.  11,  1913,  vol.  70,  p.  1172. 

Flow  of  water  in  pipes,  with  diagram  and  tables,  E.  A.  Moritz,  Eng.  Record, 
Dec.  13,  1913,  vol.  68,  p.  667. 

State  and  Federal  cooperation  In  Irrigation  work,  E.  G.  Hopson,  Eng.  Record, 
Dec.  20,  1913,  vol.  68,  p.  685. 

Condition  on  Government  Irrigation  projects,  F.  H.  Newell,  Eng.  Record,  Dec 
20,  1913,  vol.  68,  p.  703. 

Government  irrigation  work,  Franklin  K.  Lane,  Eng.  News,  Dec.  25,  1913,  toL 
70,  p.  1322. 

State  and  national  water  laws,  John  H.  Lewis  (with  discussion  by  H.  T. 
Corey  of  U.  S.  R.  S.  work),  Trans.  Am.  Soc.  C.  E.,  Dec.,  1913,  vol.  76,  p.  717. 

Service  records  of  metal  flumes,  Eng.  Record,  Jan.  3,  1914,  vol.  69,  p.  26. 

Eradicating  moss  and  willows  from  Irrigating  ditches,  Eng.  Record,  Jan.  10, 

1914,  vol.  69,  p.  40. 

Federal  v,  private  Irrigation,  D.  C.  Henny,  Eng,  News^  Jan.  15,  1914,  voL  71, 
p.  120. 

The  discharge  capacity  of  semicircular  steel  flumes  (iUustrated  with  tables). 

E.  A.  Moritz,  Eng.  News,  Jan.  22,  1914,  vol.  71,  p.  192. 

Management  of  irrigation  systems,  iUus.,  Robert  S.  Stockton,  Eng.  and  Cont., 
Jan.  28,  1914,  vol.  41,  p.  141. 

1913  echoes  from  national  irrigation,  C.  J.  Blanchard  (in  Rec.  Record),  with 
l>ortrait8  of  commission.     Water  Chronicle,  Feb.,  1914,  vol.  3,  p.  92. 

Reclamation  Service  expenditures  for  1914,  Eng.  Record,  Feb.  7,  1914,  vol.  69, 
p.  155. 

A  more  liberal  policy  towards  settlers  on  TJ.  S.  R.  S.  projects  (short),  Eng. 
News,  Feb.  12,  1914,  vol.  71,  p.  337. 

A  conference  on  the  irrigation  situation  (short),  Eng.  News,  Feb.  12,  1914, 
vol.  71,  p.  374. 

Great  activity  in  the  U.  S.  R.  S.  (proposed  expenditure  of  about  $23,0(K),000 
in  1914),  Eng.  News,  Feb.  12, 1914,  vol.  71,  p.  376. 

The  answer  to  "What  is  the  matter  with  Irrigation?"  E.  P.  Osgood,  Eng- 
News,  Feb.  19,  1914,  vol.  71,  p.  408. 


Digiti 


zed  by  Google 


ENGINEERING  ARTICLES.  481 

Investlgatioii  of  concrete  drain  tile  in  alkali  regions  (F.  W.  Hanna  on  com- 
mittee), Eng.  News,  Feb.  20,  1914,  vol.  71,  p.  480. 

Irrigation  conference  at  Denver  (short),  Eng.  News,  Apr.  16,  1914,  vol.  71, 
p.  860. 

Denver  conference  on  irrigation  development,  Eng.  Record,  Apr.  25,  1914,  vol. 

69,  p.  254,  supplement 

Organization  of  Irrigation  O.  and  M.  force  and  its  training,  Geo.  H.  *Bliss, 
Eng.  and  Cont,  May  6,  1914,  vol.  41,  p.  535. 

The  Greeley-Poudre  Irr.  Dist.  Colo,  (letter),  A.  P.  Davis,  Eng.  News,  Apr.  30, 
1914,  vol.  71,  p.  977. 

Another  answer  to  "  What  is  the  matter  with  irrigation?"  W  W.  Patch,  Eng. 
News,  May  14,  1914,  vol.  71,  p.  1001. 

Some  movable  dam  crests,  illus.,  W.  L.  Marshall,  Eng.  News,  June  4,  1914,  vol. 
71,  p.  1264. 

Synopsis  of  hearings  (Borland  committee)  on  the  present  status  of  reclama- 
tion projects,  Eng.  and  Cont.,  June  10,  1914,  vol.  41,  p.  671. 

Epitome  of  national  reclamation,  illus.,  C.  J.  Blanchard,  American  Forestry, 
June,  1914,  vol.  20,  p.  393. 

Sir  Wm.  Willcocks'  appointment  as  consulting  engineer  U.  S.  R.  S.  (short), 
Eng.  News,  June  11,  1914,  vol.  71,  p.  1337.     (See  also  vol.  71,  p.  591.) 

New  cylindrical  valve  and  some  novel  dam  crests,  illus.,  Wm.  L.  Marshall, 
the  Water  Chronicle,  June,  1914,  vol.  3,  p.  265. 

Use  of  concrete  pipe,  by  U.  S.  R.  S.,  the  Water  Chronicle,  June,  1914.  vol.  8, 
p.  298. 

Movable  crests  for  dams,  Illus.,  Wm.  L.  Marshall,  Eng.  Record,  June  20, 1914, 
vol.  69,  p.  708. 

Losses  of  water  in  irrigation  systems  (with  tables),  P.  M.  Fogg,  Eng.  and 
Cont.,  June  24,  1914,  vol.  41,  p.  720. 

Ck)sts  reported  from  a  number  of  American  tunnels  (Gunnison  and  Straw- 
berry) (Bu.  of  Mines,  Bui.  No.  57),  D.  W.  Brunton  and  J.  A.  Davis,  Eng.  and 
(>)nt.,  June  24,  1914,  vol.  41,  p.  729. 

Excavation  done  by  TJ  S.  R.  S.  (diagram),  W.  I.  Swanton,  Eng.  Record, 
July  11,  1914,  vol.  70,  p.  58. 

Interstate  difficulties  over  water  rights.  Com.  of  Am.  Soc.  C.  E.,  F.  H.  Newell, 
chmn.,  Eng.  Record,  July  11,  1914,  vol.  70,  p.  42. 

"Irrigation  in  Egypt"  (review  of  Sir  W.  Willcock's  book  by  F.  H.  Newell), 
Eng.  News,  July  16,  1914,  vol.  72,  p.  162. 

Irrigation  manager  and  his  legal  problems,  illus.,  F.  H.  Newell,  Jour,  of 
Elec.,  Power  and  Gas,  Aug.  1,  1914,  vol.  33,  p.  95. 

Hydroelectric  developments  on  public  lands  in  relation  to  irrigation,  E.  CX 
Finney,  Jour,  of  Elec.  Power  and  Gas,  Aug.  1,  1914,  vol.  33,  p.  100. 

JjSLTge  balanced  valves  for  resenoir  outlets  (letter),  O.  H.  Ensign,  Eng.  Rec- 
ord, Aug.  8,  1914,  vol.  70,  p.  171. 

The  human  side  of  irrigation,  F.  H.  Newell,  Eng.  Record,  Aug.  29,  1914,  vol. 

70,  p.  236  (editorial  p.  234). 

The  manager  of  an  irrigation  project,  F.  H.  Newell,  Western  Engineering, 
Sept.,  1914,  vol.  5,  p.  116. 

Effect  of  the  European  war  on  American  Industry.  Interview  with  Franklin 
K.  Lane,  Western  Engineering,  Sept.,  1914,  vol.  5,  p.  125. 

What  the  United  States  Reclamation  Service  has  accomplished  (summary  of 
results).  F.  H.  Newell,  Eng.  Record,  Sept.  12,  1914,  vol.  70,  p.  296  (editorial 
p.  285). 

Subsoil  investigations  (extracts  from  paper  by  J.  L.  Burkeholder  before 
Idaho  Society  of  Engineers),  Eng.  Record,  Sept.  26,  1914,  vol.  70,  p.  349. 

Electrical  features  of  the  United  States  Reclamation  Service  (with  tables  and 
costs).    F.  H.  Newell,  Proc.  Am.  Inst,  of  Elec.  Engrs.,  Oct.,  1914. 

Payment  for  construction  charges  of  the  irrigation  projects  (summary  of 
reclamation  extension  act),  Eng.  News,  Oct.  8,  1914,  vol.  72,  p.  719. 

The  Twenty-first  International  Irrigation  Congress  (at  Calgary),  F.  H. 
Newell,  Eng.  News,  Oct.  22,  1914,  vol.  72,  p.  843. 

Solving  the  silt  problem,  L.  O.  Hill,  Eng.  Record,  Dec.  5,  1914,  vol.  70,  p.  609. 

One  year's  work  of  the  U.  S.  Reclamation  Service  (statistics  from  Secretary 
Lane's  report),  Eng.  Record,  Dec.  12,  1914,  vol.  70,  p.  648. 

Progress  in  Irrigation,  1914,  F.  H.  Newell,  Eng.  Record,  Jan.  2,  1915;  vol.  71, 
p.  13. 

Arizona,  Salt  River  project. — Irrigation  water  supply  for  the  Pima  Indians 
illus.,  A.  P.  Davis,  Eng.  News,  Nov.  13,  1913.  vol.  70,  p.  956. 

Sheep  for  cropping  canal  banks,  Eng.  Record,  Jan.  10,  li9|4?e¥©|/^C0JU5|Klt: 


482     THIRTEENTH  ANNUAL  EEPOET  OP  BBCLAMATION  SERVICE. 

Ditch  clearing  by  sheep  to  remove  Johnson  grass  (short),  Eng.  Record,  Mar. 
21,  1914,  vol.  69,  p.  332. 

Arizona'Califomia,  Yuma  project, — Irrigation  and  river  control  in  the  Colo* 
rado  River  delta,  illus.,  H.  T.  Corey,  Trans.  Am.  Soc.  C.  E.,  Dec.,  1913,  vol  76, 
p.  1204.  (Includes  the  Yuma  project,  p.  1235,  discussion  by  F.  L.  Sellew,  p. 
1456-1506.) 

Floods  again  threaten  the  Imperial  Valley.  (Conference  of  U.  S.  R.  S.  «igi- 
neers  at  Washington)  (short),  Bng.  News,  Apr.  23.  1914,  vol.  71,  p.  935. 

Comparisons  of  systems  of  flood  control,  H.  A.  Petterson,  Eng.  Record  (with 
diagrams),  Apr.  25,  1914,  vol.  69,  p.  482. 

Recent  levee  work  to  protect  the  Imperial  Valley,  illus.,  Wm.  L.  Marshall, 
Eng.  Record,  Aug.  8,  1914,  vol.  70,  p.  155. 

Nile  and  Colorado  Rivers  compared  (with  diagram),  W.  I.  Swanton,  Eng. 
Record,  Aug.  15,  1914,  vol.  70,  p.  199. 

A  suggested  plan  for  developing  the  Lower  Colorado  River,  illus.,  Walter  D. 
Smith,  Eng.  News,  Oct.  22,  1914,  vol.  72,  p.  824. 

Reservoir  sites  on  the  Colorado  River  (with  map),  L.  C.  Hill,  £<ng.  Record, 
Dec.  19,  1914,  vol.  70,  p.  670. 

California,  Orland  project. — Maintenance  excavator  at  Orland  reclamation 
project  in  California,  including  costs,  illus.,  Eng.  Record,  April  11,  1914,  vol. 
69,  p.  428. 

Diversion  dam,  spillway  and  controlling  works  of  universal  design  for  U.  S. 
R.  S.,  illus.,  Eng.  and  Ck>nt.,  May  20,  1914 ;  voL  41,  page  594. 

California,  Iron  Ccmyon. — ^An  irrigation  investigation,  Eng.  Record,  Jan.  17, 
1914,  vol.  69,  p.  84. 

Colorado,  Grand  Valley  project. — Design  of  rolling  dams  (table  dimensions. 
Grand  River  Dam)  illus.,  A.  G.  Hillberg,  Eng.  Record,  Dec.  13,  1913,  vol. 
68,  p.  654. 

A  1,900,000  cubic  yards  earth  moving  contract  (30  miles  Main  Canal,  Grand 
Valley)  with  map,  Eng.  and  Cont,  May  13,  1914,  vol.  41,  p.  46,  supplement 

Colorado,  Uncompahgre  Valley  project, — Gunnison  Tunnel,  Uncompahgre 
Valley,  irrigation  system,  I.  W.  McConnell.  Proc.  Inst  of  C.  E.,  1910,  vol.  179. 
p.  381. 

The  Gunnison  Tunnel,  W.  P.  J.  Dinsmore,  Mine  and  Quarry,  Sept.  1909. 
p.  315. 

Gunnison  Tunnel,  cost  of,  Eng.  and  Cont.,  June  24,  1914,  vol.  41,  p.  729. 

Methods  of  driving  the  Newhouse,  Roosevelt,  and  Gunnison  Tunnels  (includ- 
ing costs),  H.  F.  Bain,  Min.  &  Sci.  Press,  Dec.  4,  1909,  vol.  99,  pp.  733-747. 

Safety  and  efficiency  in  mine  tunneling  (Gunnison  and  Strawberry  Tunnels 
described,  including  costs)  David  W.  Brunton  and  Jolm  A.  Davis,  Bureau  of 
Mines  Bulletin,  No.  57,  1914,  p.  192,  etc. 

What  some  of  the  big  tunnels  have  cost  (Gunnison  Tunnel),  The  Contractor, 
July  15,  1914,  vol.  20,  p.  36. 

Condition  of  pure  iron  pipe  siphon  in  alkali  soil,  R.  F.  Walter,  Bng.  Record. 
Dec.  5,  1914,  vol.  70,  p.  614. 

Idaho,  Boise  project. — Concrete  work  and  costs  at  Arrowrock  Dam,  Eng.  and 
Cont,  Nov.  5,  1913,  vol.  40,  p.  532. 

World's  concrete  placing  record  (Arrowrock  Dam),  Eng.  Record,  Feb.  21, 
1014,  vol.  69,  p.  216. 

How  the  Reclamation  Service  makes  concrete  pipe,  illus.,  Clement  Era, 
June,  1913. 

Progress  on  Arrowrock  Dam,  illus..  F.  W.  Hanna,  Eng.  Record.  March  7, 
1914,  vol.  69,  p.  272. 

Moving  a  16-ton  locomotive  by  cableway  at  Arrowrock  Dam.  illus.,  Eng. 
News,  April  2,  1914,  vol.  71,  p.  721. 

Building  the  Arrowrock  Dam,  illus..  The  Ontractor,  Nov.  15,  1913,  vol.  18, 
p.  21. 

The  world's  highest  dam,  illus.,  The  Water  Chronicle,  April,  1914,  vol.  3, 
p.  194. 

A  Government  built,  owned,  and  operated  railroad  (reprint  from  Reclama- 
tion Record),  Jour,  of  Elec.,  Power  and  Gas,  April  18,  1914,  vol.  32,  p.  339. 

Boise  and  Arrowrock  R.  R.  (short)  Eng.  Record,  May  16,  1914,  vol.  69,  p.  564. 

Design  of  rolling  dams  (table  dimensions  Boise  Dam)  illus.,  A.  G.  Hillberg, 
Eng.  Record,  Dec.  13,  1913,  vol,  68,  p.  654. 


Digiti 


zed  by  Google 


ENGINEERING  ABTICLES.  483 

Another  Government  R.  R.  (Boise  and  Arrowrock)  letter,  A.  P.  Davis,  Eng. 
News,  May  28,  1914,  vol.  71,  p.  1210. 

Progress  on  the  Arrowrock  Dam,  illus.,  Chas.  H.  Paul,  Eng.  News,  June  11, 
1914,  vol.  71,  p.  1286. 

Large  balanced  valves,  illus.,  Eng.  Record,  July  11,  1914,  vol.  70,  p.  53. 

World's  concreting  record  (short)  Eng.  News,  July  9,  1914,  vol.  72,  p.  110. 

Another  concreting  record  at  Arrowrock  Dam  (short),  Eng.  News,  Sept.  3, 
1914,  vol.  72,  p.  516. 

Power  outlook  at  Arrowrock  reservoir.  Abstract  of  paper  by  F.  E.  Wey- 
mouth at  meeting  of  Boise  Water  Users'  Asso.,  Jour,  of  Elec.  Power  and  Gas, 
Sept.  5,  1914,  vol.  33,  p.  226. 

Drainage  coefficients  in  the  Boise  River  Valley  (brief  notice  of  paper  by  J.  L. 
Burkholder,  before  Idaho  Engineers'  Society),  Eng.  Record,  Oct  3,  1914,  vol. 
70.  p.  390 

Idaho,  Minidoka  project, — Construction  of  irrigation  canal  systems  from  an 
operation  standpoint,  P.  M.  Fogg,  Western  Engineering,  June,  1913,  vol.  2,  p.  442. 

An  electrically  equipped  high  school,  illus.,  Barry  Dibble,  Jour,  of  Electricity, 
Power  and  Gas,  April  11,  1914,  vol.  32,  p.  309. 

Drainage  system  for  the  North  Side  Minidoka  irrigation  project,  F.  N. 
Cronholm,  Eng.  Record,  April  25,  1914,  vol.  69,  p.  468. 

The  electrically  heated  high  school  at  Rupert,  Idaho,  illus..  Electrical  Review, 
May  9,  1914,  vol.  64,  p.  940. 

Commercial  development  of  the  Minidoka  project  power  plant,  illus.,  Barry 
Dibble,  Eng.  and  Cont.,  May  27,  1914,  vol.  41,  p.  613. 

Irrigation  service  as  an  electric-power  load;  experience  of  the  Minidoka 
project,  illus.,  Barry  Dibble,  Eng.  News,  June  4,  1914,  vol.  71,  p.  1241. 

Electric  heat  in  public  school  buildings  (letter),  Eng.  News,  June  11,  1914. 
vol.  71,  p.  1314.     (See  also  Apr.  2,  1914,  p.  725.) 

A  390  steel  truss  bridge,  near  Jackson,  Wyo.,  Eng.  and  Cont.,  vol.  42,  p.  38, 
supplement 

Operation  of  Minidoka  reclamation  project  Illus.,  Barry  Dibble,  Jour,  of 
Elec,  Power  and  Gas,  July  11,  1914,  vol.  33,  p.  26. 

A  Government  hydroelectric  power  system,  Barry  Dibble,  Western  Engineer- 
ing. July,  1914,  vol.  5,  p.  18. 

Cost  of  excavating  drainage  ditches  with  steam  and  electric  machines,  F.  N. 
Cronholm,  Eng.  Record,  Dec.  26,  1914,  vol.  70,  p.  704. 

Kansas-Garden  City. — Tests  of  a  deep  well  irrigation  pumping  plant,  illus., 
Geo.  S.  Knapp,  Eng.  News,  Oct.  8,  1914,  vol.  72,  p.  720. 

Montana,  Milk  River  project, — Typical  inclined  drop  for  irrigation  canal.  Milk 
River  project,  U.  S.  R.  S.,  illus.,  Eng.  and  Cont.,  May  6,  1914,  vol.  41,  p.  537. 

Montana,  Sun  River  project. — Electric  drag  lines  on  the  Sun  River  project, 
the  Water  Chronicle,  April,  1914,  vol.  3.  p.  197. 

Reclamation  Service  not  planning  a  412-foot  dam,  F.  H.  Newell,  Eng.  Record, 
Aug.  8.  1914,  vol.  70,  p.  149. 

Use  of  electric  energy  in  the  construction  of  the  Sun  River  irrigation  project, 
illus.,  H.  N.  Savage,  Eng.  News,  Oct  29,  1914,  vol.  72,  p.  870. 

Nebraska^ Wyoming,  North  Platte  project. — T^etters  on  North  Platte  water 
situation,  A.  P.  Davis,  Irrigation  Age,  Nov.,  1913,  vol.  29,  p.  21. 

Protecting  sandy  canal  banks  (extract  Reclamation  Record),  Eng.  Record, 
Nov.  1,  1913,  vol.  68,  p.  498. 

Nevada,  Truckee-C arson  project. — Method  and  cost  of  manufacturing  sand 
cement  at  the  Lahontan  Dam,  with  results  of  tests  of  the  modified  cement,  illus., 
L.  E.  Gale,  Eng.  and  Cont.,  Dec.  3,  1913,  vol.  40,  p.  623. 

The  Lahontan  Dam,  Illus.,  A.  V.  Leonard,  Cement  &  Eng.  News,  Feb.,  1914, 
vol.  26,  p.  40. 

Methods  and  cost  of  making  a  topographic  resurvey  of  the  Truckee-Carsou 
project,  illus.,  L.  E.  Gale,  Engineering  and  Contracting,  Feb.  25,  1914,  vol.  41, 
p.  254. 

Spillway  pool,  Lahontan  Dam,  illus.,  Eng.  Record,  Jan.  31,  1914,  vol.  69,  p.  143. 

Plant  for  the  manufacture  of  sand  cement  at  the  Lahontan  Dam  (including 
costs),  L.  E.  Gale,  Cement  and  Eng.  News,  June,  1914,  vol.  26,  p.  149. 

Russian  thistles  caused  break  in  irrigation  canals  (short),  Eng.  News,  Sept.  3, 
1914,  vol.  72,  p.  491. 

Nevada  Valleys  Power  Co.,  successful  bidder  for  Lahontan  power  plant  lease 
(short),  Jour,  of  Elec.  Power  &  Gas,  Oct.  17,  1914,  vol.  33,  p.  373. 

Digitized  by^^jUU^^ltT 


484     THIRTEENTH  ANNUAL  REPORT  OP  RECLAMATION  SERVICE. 

New  Mexico,  Carlsbad  project. — The  use  of  coordinates  In  laying  out  tracts 
for  Irrigation,  illus.,  Hal  H.  Logan,  Eng.  News,  April  2,  1914,  vol.  71,  p.  738. 

New-Mexico-Texa8,  Rio  Orande  project, — Sand-cement  plant  for  constructing 
Elephant  Butte  Dam ;  Cement  and  Engr.  News»  vol.  25,  p.  380. 

Silt  In  the  Rio  Grande,  W.  W.  Follett.  Eng.  News,  Jan.  1,  1914,  vol.  71,  p.  18. 

Construction  plant  and  methods,  Elephant  Butte  Dam,  illus.,  the  Contractor, 
March  1,  1914,  vol.  19,  p.  31. 

Construction  of  the  Elephant  Butte  Dam,  Illus.,  Scientific  American,  Aug.  1. 
1914,  p.  73. 

The  concrete-mixing  plant  for  Elephant  Butte  Dam,  illus.,  L.  J.  Charles, 
Eng.  News,  Aug.  6,  1914,  vol.  72,  p.  292. 

Concrete  lining,  Franklin  Canal,  Rio  Grande  project  (including  costs),  illus., 
L.  M.  Lawson,  Eng.  News,  Sept.  10,  1914,  vol.  72,  p.  540. 

Construction  Camp,  Elephant  Butte,  N.  M.,  illus.,  J.  Dale  Graham,  Eng.  News, 
Dec.  31,  1914,  vol.  72,  p.  1300. 

North  Dakota,  North  Dakota  pumping  project. — Government  mine  at  Willis- 
ton,  N.  Dak.  (editorial).  Coal  Age,  May  16,  1914,  vol.  5,  p.  813. 

Oklahoma,  investigations. — Novel  use  of  excess  water  from  a  municipal  sup- 
ply (for  irrigntion  near  Lawton,  Okla.),  map,  Eng.  and  Cont,  April  15,  1914, 
vol.  41,  p.  42,  supplement. 

Oregon,  Umatilla  project. — How  the  Reclamation  Service  makes  concrete  pipe^ 
illus.,  Cement  Era,  June,  1913. 

A  new  railway  cut-off  in  Oregon  (near  Hermiston,  Oreg.),  with  map,  Ehig.  & 
Cont,  April  15,  1914,  vol.  41,  p.  44,  supplement. 

Cost  of  irrigation  works,  with  special  reference  to  the  Okanogan  project  (in- 
eludes  table  of  cost  of  Cold  Springs  Dam),  Engr,  and  Contracting,  Feb.  25, 1914, 
VOL  41,  p.  256. 

Oregon-California,  Klamath  project. — Underground  waters  in  elevated  lava 
deposits  (Klamath  project),  illus.,  letter  by  W.  W.  Patch,  Eng.  News,  Feb.  12, 
1914,  vol.  71,  p.  368. 

The  Lost  River  multiple-arch  curved  dam,  illus.,  W.  W.  Patch,  Eng.  News, 
April  30,  1914,  vol.  71,  p.  962. 

New  type  of  traveling  excavator  for  ditches,  illua  (with  cost),  W.  W.  Patch, 
Eng.  Record,  Dec.  12,  1914,  voL  70,  p.  643. 

Utah,  Strawberry  Valley  project. — Brief  summary  of  Strawberry  Valley  proj- 
ect, E3ng.  News,  vol.  57,  p.  518. 

Driving  the  Strawberry  Tunnel,  E.  R.  Zalinski,  Eng.  and  Mining  Journal, 
June  10,  1911,  p.  1153. 

Strawberry  Tunnel,  cost  of,  Eng.  and  Cont.,  June  24,  1914,  vol.  41,  p.  432. 

Safety  and  efficiency  in  mine  tunneling  (Gunnison  and  Strawberry  Tunn^s  de- 
scribed, including  costs),  David  W.  Brunton  and  John  A.  Davis,  Bureau  of 
Mines  Bulletin  No.  57,  1914,  pp.  209-214,  etc. 

What  some  of  the  big  tunnels  have  cost  (Strawberry  Tunnel),  the  Contractor, 
July  15,  1914,  vol.  20,  p.  36. 

Washington,  Okanogan  project. — Cost  of  Irrigation  works,  with  special  refer- 
ence to  the  Okanogan  project,  A.  P.  Davis,  Eng.  and  Cont.,  Feb.  25.  1914,  voL  41, 
p.  256. 

^\'ashington,  Yakima  project. — Doubletrees  for  heavy  slip  and  fresno  scraper 
work,  illus,,  R.  E.  Post,  Eng.  &  Cont.,  Mar.  6,  1912,  vol.  37,  p.  264. 

Drilling  records  and  costs  (short),  Tieton  Canal,  Eng.  and  Cont,  voL  30, 
p.  238. 

A  comparison  of  the  cost  of  wood  and  coal  used  as  a  fuel  for  construction 
plant,  J.  R.  Sherman,  Eng.  and  Cont,  April  8,  1914,  vol.  41,  p.  430. 

Keechelus  Dam  of  the  Yakima  storage  unit,  Illus.,  C.  E.  Crownover,  Pacific 
Builder  and  Engineer,  July  11,  1914,  vol.  18,  p.  14. 

Washington,  Columbia  River  pmccr. — ^A  300,(X)0  horsepower  development  on 
the  Columbia  River  at  The  Dalles,  illus.,  L.  F.  Harza,  Water  Chronicle.  July, 
1914,  vol.  14,  p.  2. 

Wyoming,  Shoshone  project. — Difficulties  In  closing  the  30-inch  gate  valves, 
Shoshone  Dam  (short),  Eng.  News,  Apr.  2,  1914,  vol.  71,  p.  750. 

Drainage  of  Shoshone  irrigation  project,  illus.  (including  costs),  D.  W. 
Murphy,  Eng.  Record,  June  6,  1014,  vol.  69,  p.  634. 


Digiti 


zed  by  Google 


GENERAL  INDEX. 


A  complete  Index  of  Vols.  I-X  is  printed  in  the  Tenth  Annual  Report. 


A.  Page. 

Abandonment  of  land  due  to  seepage 21 

Account,  office  of '. 473-474 

Acequla.  Idaho,  lands  near 114 

Acreage  for  which  service  supply  («e«  projects)  66-32^ 

Acreage  of  crops,  all  projects 434-427 

Acreage  of  crops  Irrigated  («M   historical   re- 
view)   66-320 

Acts  of  Congress 325-^339 

Ada  County,  Idaho,  mention  of 105 

Adams  Canal,  Klamath,  purchased 368 

Adams  Canal  enlargement,  Oregon 252,253 

Administrative  organization  service 473-477 

Ady,  Oreg.,  Klamath  railroad  station 251 

Agency  Creek,  Flathead  project 136, 138 

Agency  ditch.  Fort  Peck,  water  for 142 

Agricultural  Colleges,  cooperation  with 33 

Agricultural  Department,  cooperation  with. .  14, 33 

cooperation,  legislation 333 

North  Platte  project 188 

Agricultural  oonaitions  (tee   discussion   of 

projects). 63-317 

Ahtanum  Creek,  irrigation  of  lands 294 

Air  compressors,  number  in  service 420 

Akers  Draw  ditch  outlet.  North  Platte 187 

Alaska,  market  for  Yakima 293 

AUaUa,  comparison  with  grain 12 

AUEilfa  crops,  all  projects,  discussion. .  9, 10, 429, 443 

AUialfa  seed,  discussion 13, 426-441 

Alice,  Lake,  North  Platte,  Reservoir  data ...     401 

Alkali,  deposit  of,  mentioned 24 

tests,  roferenoe  to 60 

Alkali  Creek,  cons,  drop,  Shoshone 318, 320 

Milk  R  i  ver ,  work  near 157 

Alkali  Flat  Reservoir,  Truckee-Carson,  data  401, 402 

kxation  of ,  in  irrigation  plan 198 

Allotment  by  States  and  by  projects 457-461 

Almonds  on  Orland  project 85 

American  Society  of  Testing  ICateilals 61 

Angustura  project,  surveys  of. 45 

Anita,  Mont.,  raikoad  station,  Huntley  proj- 
ect   147,148 

Annual  i)ayment<i  per  aero  (discussions) ....  73, 317 

Annual  roports,  list  and  price  of 3 

Antityphoid  vaccine,  inoculation  with 61 

Appendix 325-484 

Apples,  crop  statistics,  all  projects 13 

crop  statistics,  1913 425-444 

Appropriations  of  water,  Palouse  project ....      291 

Aqueduct,  Pecos  River,  size  of 208 

Araz  power  plant,  Yuma,  data 40, 407 

Areas,  all  projects 408-412 

Areas  and  xind  of  crops,  discussion 9 

AreacanirrigateCfee'liistorlcalroview,  ''each 

project) 41 

Area  drainage  basins  (see  discussions) 63-317 

Area  irrigated  (see  "historical  review,"  each 

project) 63-317 

increase  of  discussion 7-9 

Area  protected  from  seepage 23 

Area  service,  prei>ared  to  irrigate  {see  proj- 
ects)    63-317 

Area  under  irrigation  contracts  {»ee  projects)  63-317 

Area  of  farm  units,  limit  of 73-31 7 

Areas  for  water  rights,  decisions 339 

Arizona,  accretions  to  reclamation  fund 457 

allotments 457-461 

Indian  legislation 336 

litigation 342 

net  investment  to  June  30, 1913 457 

principal  contracts 370 

purchase  of  rights  and  property 47, 360 

Salt  River  project 63-70 

secondary  projects 45 


43^1 


Page. 
ArizonarCallfomia,  Colorado  River  projects . .  45, 71 

Utigation 7. 442 

piut^hase  of  rights  and  property 47, 360 

Yuma  project 73-80 

Arizona  Canal,  Salt  River  data  about 405 

operation  of,  noted 65 

remains  to  complete 64,69 

Arizona  Falls  power  plant  operated,  data.40, 41, 407 
Arkansas  River,  water.  Garden  City  project .      125 

Arlee,  Mont.,  Flathead,  population 135 

Amo  project,  Texas,  area  and  data 268, 270 

Arrowrock  Dam,  Boise,  construction  during 

year .106,378 

cost  of 112 

date  authorized 105 

data  about 402 

engineering  article  about 482 

water  power  development  project 40, 407 

Arrowrock  Railroad,  operation  of 107 

Arrowrock  Reservoh-.  Boise,  data 401 

engineering  articles  about 482 

expenditures  proposed 112 

lands  to  be  irrigated  by 106 

litigation 347 

location  of 106 

Arrowrock  sand-cement  plant  data 107 

Arrowrock  Tunnel,  data  about 406 

Articles  relating  to  service  list 480-484 

Asbury  Creek  siphon,  built,  Grand  Valley ...       91 

Ashfleld.  Mont.,  Milk  River  lands 156 

canal  system  to  be  built 156,163 

Ashton,  Idaho,  population  of 113 

Assets  and  liabilities  (see  each  project  dis- 
cussion)  68-^22 

all  projects,  finances 

each  project 

Assignee,  residence  requirement ,  decision 341 

Assignment  of  homestead  entries,  legislation.     335 

Augusta,  Mont. ,  flow  of  Sun  River  near 1 67 

Authority  for  expenditure  and  work 341 

Automobiles,  purohase,  etc.,  legislation 336 

number  m  service 420 

Avak>n  Dam,  Carlsbad  project,  data  about.  402, 404 

date  reconstructed 341 

estimate  cost  future  work 213 

location  of 208 

Avalon  Reservoir,  Carlsbad,  data 401,450 

B. 

Babb.  Mont.,  flow  of  St.  Mary  River  at 155 

BackAUing,  unit  bids 381 

Badger  Canal  system.  Blackfeet  project 130 

Badger  Creek,  flow  of,  at  Family 129 

Badgerunit,  Blackfeet,  area 408-409 

work  on 129-130 

Balanced  values,  Boise,  placing  of 107 

North  Platte 186 

Shoshone,  cost,  1915 324,380 

Balances  on  hand,  finances 48 

Ballantine,  Huntley  pr()ject,  population 147 

Banana  Flat  lands.  Belle  Fou rche 261 

Banks,  number  (see  *  *  settlement  data") 66-32 

stock  and  deposits  (see  "settlement  data'  ')•  66-32 

Banner  County ,  N ebr. ,  North  Platte 185 

Banner  drain,  N  orth  Platte  project 187 

Barley,  statistics  crop,  all  projects 424-442 

Barnes,  etc.,  built  all  project 43, 418 

Barnes,  Wyo,,  railroad  station.  North  Platte.  185 
Barstow,  Tex.,  project  near 208, 270 

temperature  at 267 

Basfai  Creek,  Sim  River  project 167, 168 

Bayard,  Nebr.,  population  of 185 


Digitized  by 


G%le 


486 


6ENEBAL  INDEX. 


Page. 

Beans,  crop  statistics 425-443 

Bear  Lake,  financial  statements 459, 46S,  472 

secondary  project,  mention 46 

Beaver  Creek,  Milk  River,  lands  near 156 

Bees  on  farms,  hives. 449 

Beet«agarcrop,  1913.  data 426-145 

Beets,  sugar,  discussion,  crop 14 

BeelnnJng  of  projects,  discussion 15 

Beue  Fourche,  S.  Dak.,  population  of 259 

Belle  Fourche  Dam,  contract  payments 874 

data  about 401,403 

dateoompleted 260 

location 280 

BeUe  Fourche  project 259-266 

allotments 458-461 

area  and  project  units 410,412 

canaJs,  mileage  and  capacity 406, 413 

crop  statistics 424-446 

dams,  height,  length,  and  volume 408, 404 

employees,  number 423, 478 

financial  statements 264-266 

lz\)uries  to  employees 479 

litigation 365-386 

operations  during  year 260-263 

orsanization  of  project 476 

principal  contracts. 374 

purchases  of  rights  and  property 47,368 

reservoirs,  data  on 401,413 

summary  of  results  and  equipment 412-423 

tunnel,fength 406,413 

Belle  Fourche  diveision  dam,  data 404 

date  completed 260 

Belle  Fourche  River,  flow  of,  at  diversion. ...     260 

water  diversion  from 452-464 

Belle  Fourche  Reservoir,  data  on 401, 450 

location  of 280,261 

BeUe  Fourche  Tunnel,  data 406 

Water  Users'  Assoclatioa,  litigation 365 

Benham  Falls  Dam,  Deschutes  Basin,  Oreg .     241 

Benton,  secondary  project,  mention 46 

financial  statements 459,466,472 

Benton  City  extension,  Bunnyside 296, 300 

Benton  County,  Wash.,  mention  of. 293 

Benton  Lake  reservoir.  Sun  River,  data. . .  401.402 

Benton  Lake  unit.  Sun  River 168, 408 

Bernard  Gulch,  Boise,  work  at 107 

Betterment  charges,  decision 340 

Bidders' checks  outstandineL 468-469 

Bids,  unit,  formal  speciflcat  ons 381-400 

Big  Arm,  Mont.,  population  of 135 

Big  Arm  division,  area 408 

Big  Bend,  Yuma,  levee  work 75 

Big  Draw  Dam  and  Reservior,  data 401, 402 

Big  Knife  Creek,  diversion 452-154 

Dam,  data 404 

Flathead  nroject 135,136 

Big  Muddy  Creek,  Fort  Peck  project,  flow 

of 141 

Big  Muddy  division.  Fort  Peck 146 

descr  i  p  tion  of. 1 42 

Big  Muddy  unit,  area 141,408 

Big  Porcuphie  Creek,  Fort  Peck,  flow  of. 141 

Big  Porcupine  Canal,  data 405 

Big  Porcupine  diversion  dam,  data 404 

Big  Porcupine  Reservior  and  Dam,  data. . .  401, 402 

Big  Porcupine  unit,  area 141,408 

Big  Swamp  Lake,  Wash. ,  water  filings 292 

Big  Valley  project,  Texas,  area 268, 270 

Bighorn  County,  Shoshone  proj ect 317 

Biggs  project,  Texas,  area 268 

Billings,  Mont.,  office  of  supervisor  of  irriga- 
tion  475,478 

Billing,  shipment  of  beets  to 321 

Birch  Croek,  flow  of,  at  Dupuyer 129 

Birch  Creek  Canal,  Blackfeet 130,408 

Bismarck  project,  mention 45, 458, 465, 472 

Bitter  Creek,  drainage  in  Shoshone 319 

Black  Hills,  markets  in  mining  towns 259, 262 

Blackfeet  Indian  Reservation,  work  in 129-133 

legislation 337 

Blacfcteet  project 129-133 

area  and  project  imits 408-409 

canals,  m ileage,  and  capacity 405, 413 

dams,  neight,  length,  and  volume 402, 404 

emplovees,  number  and  injuries 423, 478 

financial  s  tatem  en  ts 131-1 33 

injuries  to  employees 479 

litigation 350 


Page. 
B]ackfe6tpro]ect— operatioosdurfaigyMr..  130-132 

organizatKm  of  project 476 

reservoirs,  data  on 401 ,  418 

summary  of  results  and  equipment 412-4Zi 

Blacklbot,  Mont,  jpopulation  oL 129 

Blacktail  Creek,  Blackfeet  project 129 

Blacktail  Dam,  Blacklieet,  data. 4M 

BlaineCounty,  Milk  River  project 165 

Blair,  Mont.,  raikoad  statk>n.  Fort  Peck... . .      141 

Blair  Flats  drainage,  Belle  Fourche. 261 

Blanchard,  C.  J.,  article  by 480 

Bliss,  Geo.  H.,  reference  to  article  by 480 

Blyme- Parker  project,  reference  to 71 

Board  of  engineers  recommend  work 73-317 

Boats,  number  hi  the  service 420 

Boilers,  number  in  the  service 420 

Boise,  Idaho,  populatfon  of 105 

raitofellaL... 1(& 

Boise  &  Arrowrock  Raiboad 106,482 

Boise  County,  Idaho,  mention  of 105 

Boise    Main    Canal,   construction     during 

year 107 

data,  length  and  capacity 405 

Boise  power  plant,  date  completed 106 

dataabont 35,40.41.407 

operation  of 106,878 

Bolseproject 105-112 

allotments 45»-4fi0 

area  and  project  units 408-409 

canals,  mileage  and  capacity 405,413 

crop  statistics 424-i46 

dams,  height,  length,  and  vohime 402, 401 

electrical  and  mech.  engineering 378 

employees,  number 423,478 

engineering  articles,  list  of 482 

financial  statements 111-112 

inluries  to  employees 479 

litigation 345-349 

operations  during  year 106-110 

organization  of  project 476 

principal  contracts 370 

purchases  of  rights  and  property 47,363 

reservoirs,  data  on 401,413 

summary  of  results  and  equipment 412-423 

tunnel,length 406,413 

water-power  development 35, 40, 41, 407 

Boise  River,  flow  of,  near  Highland 105 

water  diverskm 452-454 

Boise  River  Dam,  data  about 404 

date  completed 106 

Utigation 345 

rolling  dam  at,  article  on 482 

Bombay,liont. ,  railroad  statfon ,  Blackfeet. .      129 

Bond  loan,  amount  of 47,48,49 

Boston  Creek,  Sun  River  project 167 

Bowdoln,  Mont.,  Milk  River,  lands 156 

Bowdoln  Canal  system  to  be  Duflt 156,163 

Bowl  Creek,  Sun  River  project 167 

Bowman,  N,  Dak.  .project, mention.  45, 458, 465, 472 

Breaks  in  canal,  Mmidoka 116 

Bridgeport,  Nebr. ,  population  of 185 

Bridges  and  roads,  total  cost  of 51 

Bridges,  steel,  bids  on 381 

number  buHt  and  length 42,415 

Briscoe  Reservoir  site,  Orland  project 84 

Brocton,  Mont.,  Fort  reck,  population 141 

Browning,  Mont.,  population  of 129 

raUioad  station,  Milk  River 155 

Browns  Park  Reservoir  site,  reference 71 

Brule  clay,  drainage  of 187 

Buford,N.  Dak.,  population 229 

Buford-Trenton  unit 230-238 

area  of  lands  under 406 

Building  charge  (»ee  discussion  of  projects) . .  73-317 

Buildhigs,  number  buflt 43,418 

Buildings,  farm,  cost  of,  per  acre 29 

Bull  Mountahi  raUroad  station,  Huntley . .  147, 148 

Bulletin  of  service,  subscription  to 3 

Bumping  Lake  Dam,  Yakima,  data  about. . .      403 

date  dam  completed 294 

Bumping  Lake  Reservoir,  clearing  of  tim- 
ber   296,302 

engineering  data 401 

storage  in 450-451 

Bureau  of  Standards,  cooperation  with 96 

Burkholder,  J.  L. ,  reference  to  article  by ... .     483 

Burley,  Idaho,  population  of 113 

work,  eleotrtcal,  near 309 


Digiti 


zed  by  Google 


OEKEBAL  INDEX. 


487 


Burns,  Mont.,  Lower  Yellowstone,  popula- 
tion   176 

Burros,  number  and  value,  farms 448 

Business  of  irrigation  discussed 30-33 

Butte  County ,  Belle  Fourche  project 269 

development  association  organised 262 

Butter  Creek,  heading  Maxwell  Canal  at 244 

Bynm,  Wash.,  population  of 293 

a 

OabbogeCreek,  Wash.,  water  filing 292 

Cablewavs ,  number  in  the  service 420 

Calais,  Mont. .  raiboad  station.  Fort  Peck. ...     141 

Caldwell,  Idaho,  population  of 105 

Galifbmia,  accretions  to  reclamation  fund 457 

allotments 457--461 

net  investment  to  June  30, 1913 457 

Iron  Canyon  cooperative  work 81 

Orland  project 83-«8 

seoonduy  protects 45 

purchases  of  rights  and  property 47,361 

surveys  in 44 

GBlifomia  Canal  power  plant,  data 407 

Oamasy  Mont^population  of 135 

Camas  Canal,  Flathead,  data,  area 405,408 

Canal  construction,  Grand  Valley  project 90 

Salt  River  project 64 

Canal,  lined,  mileage  Yuma  project 74 

Canal  operated,  mileage  i»ee  '^historical  re- 
view''each  project) 66-330 

Canal  structures,  number  built 42,414 

Canals- 
lined,  miles 43 

mUesof,  built 41,413 

operated ,  mfleage  ^historical  review ) . . . .  66, 320 

when  completed ,  miles  of 405 

Cancellations,  number  of  each  proJe<-t 77, 321 

Cane,  crop  statistics,  all  projects 426-446 

Cane  Prairie  Reservoir  survevs 241 

Canyon  Coun  ty ,  Idaho,  mention  of 105 

Capitcity  of  power  plants 35,40,41 

Capital  stock  bonds  on  projects 66-321 

Capital  of  the  farmer,  ducusslon 14 

Capital. assets, and lkbilitie8,aU prefects....  48^1 

eacnpri^ect 6S-322 

Carbon  County,  Wyo. ,  North  Platte  project .      185 

Carey  Act  prqfect,  Oregon 241 

brief  discussion  of  effect. 18 

segregations,  decisions 840 

lands.  North  Platte 185 

Cardston,  Canada,  railroad  station 155 

Carlow  Canal.  Blackfeet,  area 130,408 

Carlsbad,  N.  Mex^  population  of 207 

Carlsbad,  flow  of  Pecos  River  at 207 

Carlsbad  project 207-213 

auotments 458-460 

area  and  project  units 408-409 

canals,  mileage  and  capacity 405,413 

crop  statistics 424-446 

dams,  height,  length,  and  volume 402, 404 

duty  of  water  in  river * 269 

employees,  number 423, 478 

enf^neering  article 483 

financial  statements 21 1 

injuries  to  employees 479 

organ ization  of  project 475 

purchases  of  rignts  and  property 47 

reservoirs,  data  on 401, 413 

summary  of  results  and  equipment 412-423 

tunnels,  number  and  length 406,413 

Carriage  S3rstems,  cost  of  all  projects 51 

Cars,  number  of.  in  service 420 

Carson  River,  diversion  from 452-454 

flow  of,  at  Empire 197 

surveys  of 44 

Carson  River  Dam.    (See  Lahontan  Dam.) 

Carson  River  diversion  dam,  data 404 

Carson  River  head  works,  location 196 

Carson  Sink,  Nev. ,  canal  systems  built  in 196 

Carts,  number  of,in  service 420 

Cascade  County,  Sun  River  project 167 

Cascade  Range,  water  flow  impounded 301 

Cash  transactions,  all  projects 48,466 

Casper,  Wyo. ,  population  of 185 

Cast-iron  pipe,  unit  bids 396 

Cassier  County,  Idaho,  mention  of 113 

Catherine  reservoir,  Boise,  water  for 106 


Page, 

Cattle,  number  and  vahie  on  fiumis 447 

Cedar  Creek  feeder,  Uncompahgre,  project. . .       96 
Cement,  contracts  for,  all  projects 374 

purchased 375 

Cement  tests,  tabulation 876-377 

description 68-61 

Cement  expert,  office  of. 58-61,475 

Cement  manufacture,  discussed 60 

Cement  manufactured 43,419 

Cement  specifications  issued 59,61 

Cement  used,  summarv  of  results 43,419 

Central  division  organuation 476 

Cen  tral  Oregon  Irrigation  Co. ,  project 240 

Central  Oregon  secondary  project,  mention .  45, 240 
Central  Oregon  project,  allotments 459, 465, 472 

operations  and  surveys 44 

Chandler,  Aris.,  population  of 63 

Chapman  Lake,  wash.,  water  filing 292 

Charles,  L.  J. ,  reference  to  article  by 484 

Chaves  County,  N.  Mex.,  Hondo  project 215 

Checks  of  bidders  outstanding,  list 468-469 

Chelsea,  Mont.^  raih^iad  station,  Fort  Peck . .      141 

Cheyenne  River,  surveys  on 45 

Chicago,  inspection  machinery  office 380,475 

traiLsportation  office 64-66 

Chief  clerk,  office  of. 474 

Chief  counsel  of  commission 473-474 

Chief  en^eer  of  commission 473-474 

ChiltonTunnel, Salt  River, data 406 

Chinook,  Mont.,  population 156 

Chinook  Canal,  length,  capacity 406 

Chinook  Dam,  Milk  River,  location  of 166,404 

Chinook  division.  Milk  River,  description ...      156 

cost  of  future  work 163 

Chipeta    Canal,    Uncompahgre,    furnished 

water 99 

Choteau,  Mont. ,  Sun  River,  population 167 

Choteau  County,  Sun  River  project 167 

Churches,    number    of     (tee    "settlement 

data") 66-321 

Chronological   summary  (see  discussion  of 

projects) 63-317 

Churchill  County.  Nevada 197 

ChurchiU  VaUey,  Nevada,  irrigation 196 

Cimarron ,  secondary  project,  mention 45 

financial  statements 459,465,472 

Citrus  fruits,  statistics,  all  projects 425-444 

Claims  for  water  (see  Irrigation  plans) 64-318 

Clark,  Nev. ,  flow  of  Truokee  River .'. 197 

Clark  Fork,  secondary  project 46, 458, 465, 472 

Clarks  Fork,  irrigation  of  lands 318 

Clamo  Reservoir  surveys,  Oregon 242 

Clealum  Lake  Dam,  Yakima,  data  about —     403 

work  done  during  the  year 296 

Clealum  Lake  Reservoir,  Yakima,  clearing . .      296 

storage  in 450-451 

Clear  Creek,  Wash.,  water  filings '292 

Clear  Creek  Dam,  construction 801-302, 316 

Clear  Creek  Reservoir,  road,  Yakima 294,374 

Clear  Creek  Dam,  data 401,403 

Clear  Lake  Dam,  Klamath,  completed 252 

dataabout 401,402 

Clear  Lake  Reservoir,  Klamath  project —  251,401 

location  of 252 

Clearing  reservoir  sites,  Washington 296 

Clearwater  Creek,  Flathead,  litigation 350^1 

Clearing  and  grubbing  bids 381 

Clearing  and  leveling  land,  cost 29, 267 

Clifton,  Colo.,  population  of 89 

Climatic  conditions  (see  discussion  of  proj- 
ects)   63,317 

Clinton  district,  Utah,  water  for 276 

Cloverseed  crop  data 426-441 

Clover,  crop  statistics,  all  projects 11, 424-441 

Coal,  comparison  with  electric,  heating 91 

Coal  Canyon  Creek,  siphon  built 39 

Coal  mine,  Williston,N.  Dak 230,231 

Coal  mined,  quantity  and  cost 43,231 

Coburg,  Mont.,  Milk  River,  population 165 

Cody,  Wyo.,  population  of 317 

Cold  Springs  Dam,  Umatilla  project,  data..     403 

dateoompleted 244 

engineering  articles  about 484 

Cold  Springs  Reservoir,  data 401, 450 

Colfiax,  Wash.,  office  at 291 

Collections,  disbursements,  transfers 463-467 

Collections  of  water-right  charges 466-467 

Colleges,  cooperation  with  State 33 

Digitized  by  V^OU^^ltT 


488 


GENERAL  INDEX. 


Page. 

Collins.  Mont. ,  Son  River,  population 167 

Colorado,  accretions  to  reclamation  fund 467 

allotments 467-460 

Grand  Valley  project 89-fl3 

litigation 34^-345 

net  investment  to  June  30 457-458 

principal  current  contracts 370 

secondary  project 45 

purchases  of  rights  and  property 47, 361- 

surveysin 44 

Uncompahgre  Valley  project 05-104 

Colorado  A  gricultural  CoUefe  work 100 

Colorado  River,  flow  of,  at  Yuma,  Aris 73, 76 

Colorado  River,  surveys  on 44 

Colorado  River  projects 45,71 

Colorado  River  water  diversions 452-464 

Colorado  River  storage,  finances 467-472 

Colorado  River  siphon,  date  completed 73 

principal  dimensions 74,406 

Colorow  ditch,  operations  on 98, 90 

Columbia  River,  flow  of,  at  The  Dalles 242 

Columbia  River  basins,  possible  projects  in.  241-242 

Columbia  River  power  project,  surveys 45, 242 

mechanical  engineering 379 

financial  statements 450,465,472 

Columnar  Tunnel ,  Yakima  project,  data 406 

Colusa  County^al.,  mentton  of 83 

Colville  Lake,  Wash.,  water  filings 292 

Comanche  County,  Okla..  mention 239 

Commerdalpower,  Minidoka. 115 

power,  Williston 232 

Oonunisskm,  organization  of  the 473-474 

Comparison  ofsteam  and  electric  plants 36 

Compensation  for  injuries 61,479 

Communications,  miles  built 43 

Completion,  per  cent  of  (tee  discussion  proj- 
ects)  64-^8 

Completion  of  projects  essential  to  success ...       16 

stages  of 17 

Comptroller  of  the  commission. 473-474 

Conconully,Wash.,rainliftUat 279 

estimate  for  drainage  in 287 

Conconully  Dam,  Okanogan,  data 403,400 

date  completed 286 

engineerbig  article  about 484 

Conconully  Reservoir,  data  about 282, 401 

storage  in 460-451 

Concrete,  quantity  placed 43,419 

units  bid  on 381-^388 

Concrete  bridges,  culverts,  flumes,  built. . . .  42-43. 

Concrete  mixers,  number  in  service 420 

Concretepipe,  mileage  built 43 

unit  bids  on 896-397 

Condition  of  Irrigation  discussed 18 

Consolidated  canal.  Salt  River,  data 65, 405 

'Operation  of ,  noted 65 

Consmiction  authoriied.  (See  discussion  of 
projects.) 

Construction  costs,  all  projects,  finances 51 

Construction  reoonunended  (tee  discussion).  63-317 
Construction  during  fiscal  year  (ste  projects) .  64-318 

Consulting  engineers,  wganizatlon 475 

Continental  Divide  canal.  Sun  River 168, 173 

Continental  Divide,  tunnel  through 272 

Contract  prices,  under  formal  speciflcations.  58, 381 

Contracts,  principal,  all  projects 370-375 

Contracts  for  cement,  allprojects 374 

Contractors'  employees,  number 61, 423, 478 

Cx)nverse  County ,  Wyo^  North  Platte 185 

Cooperation,  farmers,  Carlsbad 209 

Cooperation,  farmers.  Lower  Yellowstone 177 

Cooperation,  farmers,  North  Platte 189 

Cooperation,  farmers,  Salt  River 66 

Cooperation,  Minidoka  project 117 

Cooperation  of  Federal  departments 6, 33 

Cooperation  with  Apriailtural  Department.  33.333 

Cooperation  with  Geological  Survey 44, 191 

Cooperation  with  State  apriailturaf  colleges. .       33 

Cooperation  in  S  tate  of  Washington 289 

Cooperation  in  G eneral  Land  Office 33 

Cooperation  with  State  of  California 81 

Cooperation  with  War  Department 61 

Cooperative  work  in  Oregon 241-242 

Cooperative  work  in  Nebraska 183 

Corbett,  Wyo.,  railroad  station 317 

Corbett  Dam,  Shoshone  project,  data 404 

date  completed 318 


Corbett  Tunnel,  Shoshone  project,  data. 406 

date  completed 31S 

Com,  crop,  statistics 434-143 

CorpcmitKms,  water  rights  for,  decision Z30 

Corrupted  pipe,  unit  bids  on 397 

Cory,  M.T.,  engineering  articles  by 480 

Cost ,  average  cos  t  per  acre 73-31 7 

Cost,  increase  in,  of  irrigation  projects 34-25 

Cost  of  irrigation,  permissible,  discussed 28^ 

Cost  of  investing  reclamation  fund 53-^ 

Cost  of  larming,  discussion. 29 

Cost  of  power  development 35,36,41 

Cost  of  pumping  water 38-^ 

Cotton,  crop  statistics,  projects 14, 426-443 

Salt  River  project 67 

Yuma  project 77 

Cottonwood  Creek,  Boise,  sawmill 106 

Washington,  filings 292 

Counties  (see  discussion  of  each  project) 63-317 

Cowiche  (Wash.)  Fruit  Assodatkm 303 

Counsel,  chief,  office  of. 473-174 

Court  costs  in  State  courts,  decisions 342 

Cow  Creek,  Wash.,  water  filings 292 

Cow  Creek  Crossing,  estimated  cost 16S 

Cow  Lake,  water  filings 291 

Cowiche-Vakima  unit,  area 410 

Crane  County,  Tex.,  profectsfai 268 

CraneviUe,  Mont.,  populatkm  of 175 

Crib  work,  unit  bios  on SS3 

Crooked  River,  Greg. ,  investigatkms 340 

Crop  values,  total  andper  acre 8 

Crop  statistics  (tee  each  project  discussion)  .  07-321 

Crop  statistics  and  O.  and  M.  data. 434-456 

Cropped  area,  table  acreage. 8,68-322 

Crops,  kinds  and  areas 9 

principcd  (tee  discussion  of  prefects) 67-321 

value  of ,  for  1913,  discussion 6 

value  of,  in  general,  discussion 29 

Crosscut  oanal,  construction  at 65 

Crosscu t  power  plant.  Salt  River,  data. . .  40, 41 ,  407 

construction  woric 65,378 

Crow  Creek,  diversion  from 453-454 

Flathead  project 135,137 

Crow  Creek  Dam.  data 404 

Crow  division,  Flathead  project,  area 408 

Crow  Reservation,  secondary  project,  men- 
tion        45 

financial  statements 458,465,472 

Culbertson,  Mont.,  flow,  Big  Muddy  Croek . .      141 

Cultivation  reouirement,  decision 341 

Culverts,  numoer  and  length  built 42, 416 

Current  contracts,  list  of 370-375 

Cut  Bank,  Mont,  population  of 129 

Cut  Bank  Canal  system.  Blarkfeet  project ...      130 

Cut  Bank  Creek,  flow  of,  at  Cut  Bank 129 

Cut  Bank  unit,  Blackfeet,  area 408-409 

D. 

Dairy  industry,  Huntley  project 149 

Dalles,  Greg.,  nferenoe,  engineering  article  . .      484 

Dallas,  Tex.,  market  at 367 

Dalles,  The,  surveys  at 45, 313 

Dam  No.  1 ,  North  Platte  project,  data  about.     403 

work  on 186 

Dam  No.  U,  North  Platte,  data. 403 

work  on 186 

Dam  No.  3  (Lake  Minatare),  North  Platte ...      403 

ooastruction  work  on 188 

estimated  cost,  future  work 195 

Damages,  decisions 341 

Damages  to  lands  fh>m  silt 334 

Dams,  volume  of,  built 42,413 

volume  of,  wtien  completed 403-404 

Dark  Canyon  siphon,  Carlsbad  project 308 

Dates  of  work  begun  (see  Projects) 63-317 

Davis,  A.  P..  engineenng  articles 480-4S1 

chief  engineer 473-174 

Dawson  County,  Mont.,  Lower  Yellowstone.      175 

Dayton,  Mont.,  population 135 

Dayton,  NeVy  location  of  diversion  near 198 

Dayton,  N.  Max.,  flow  of  Pecos  River 207 

De  Smet  secondary  project,  mention 45 

financial  statements 459,465,473 

Deaver,  Wyo.,  railroad  station 317 

Decisions  of  the  Secretary 46,339 

Deep  Creek,  Sun  River  project 167 

diversion  dam,  data 404 
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Deer  Flat  Forest  embankment,  data  about . .      402 

date  completed 106 

Deer  Flat  Reservoir,  Boise,  oonstruction ....     107 

data  about 401 

location  of 106 

storage  in  1913 450 

Deerfield,  Kans.,  population  of 125 

power  plant  at,  data 40 

Deerfleld  power  plant,  location  of. 125, 407 

DelawareCreek,N.  Mex.,  reservoir  near...  269,270 

Delta,  Colo.,  population  of. 95 

Delta  Chief  Canal.  Unoompiai£;re,  water  ior. .       99 

Delta  County,  Colo.,  mention  of 95 

Denver  office,  cement  expert 58-61,475 

Department  of  Agriculture.  cooi>eration 83,333 

Defxisitors,  number  in  banks,  each  project .  77-321 
Deposits,  amount  in  banks  (tee  "Settlement 

data") 66-321 

Depreciation  of  stractures,  brief  discussion..  17,37 
Dnvreciation  on  United  States  equipment, 

mianoes 60 

Depreciation  of  power  plants,  brief  notice 380 

Derby.  Nev.,  dam 193 

DenicKs,  number  of,  in  service 420 

Desaguas,  definition  of 22 

Deschutes  Basin  protect,  description. 241 

Deschutes  River  Basin,  cooperative  work  in. .  241 
Deschutes  Riveroooperativework,  Oregon.  241-242 
De¥ek>pm6nt  works,  cost,  all  projects 51 

cost,  each  proleci 69-322 

Diamond  A  Canal  surveirs,  Hondo  project. . .  216 
DiamonddriUingatBenham  Falls,  Oreg....     239 

Diamond  drilling  at  Taykw  Park  Dam 96 

Diamond  drills,  number  of,  in  service 420 

Diamond  Fork,  Utah,  utilizing  of 272 

Diamond  Fork  Canyon,  surveys  of 273 

Diamond  Switch,  equipment  hauled  to 272 

Dibble,  Barry,  enciaeering  articles  by 480-482 

Dikes.    (See  alto  Levees.) 

Dikes  or  levees  built 42 

Director  chairman  of  commission 473-474 

Director,  construction  authociied  t^  (ue  Proj- 
ects)   63-317 

Director  of  the  service,  organisation 473-474 

Disbursements,  collections,  and  transfers. .  463-467 

Discounts  on  purchases,  finances 54-56 

Discussion  of  Reclamation  Service 5-62 

Discussion  of  projects 63-324 

Distribution  system,  canals,  cost,  all  projects .      51, 

69-^ 

Distribution  water,  all  projecte,  table 455-456 

Ditches,  mileage  built,  all  projects 41, 413 

Diversion  dams  built,  volume 413 

completed  projects,  data 404 

Diversions  («ee" historical  review") 66-320 

Dixon,  Mont.  .Flathead,  population 135 

Dixon  drain,  Klamath,  litigation 355 

Dodson,  Mont. ,  Milk  R 1  ver,  population 155 

Dodson  Bridge,  canal  repairs  at 158 

Dodson  diversion  dam.  Milk  River,  data 404 

cost,  future  work 163 

date  completed 156 

location  of 156 

Dodson  North  Canal,  Milk  River,  data 405 

work  on  during  the  year 156,371 

Dodson  South  Canal,  data  about 405 

date  of  construction 156,371 

work  on  during  year 156-157 

Dog  Lake  Dam  and  Reservoir,  data 401,402 

Dolores  Creek,  Colo.,  work  near 98 

Dona  Ana,  N.  Mex..  population  of. 219 

Dona  Ana  County,  M.  Mex 219 

Dore,  Mont,  population  of 175 

Donner  Lake,  Nev.,  water  from 201 

Donner  Lake  Reservoir,  esthnated  cost 206 

Douglass  Island  district,  Nev 200 

Drae-Une  excavators,  number  of  in  service ...     421 

Dnmiage,  seneral  discussion  of 20-24 

DndnagB  oastns,  area  (ms  discussion  each 

project) 63-317 

Dramage  districts  not  under  State 20 

Drainage  ditches,  mileage  of 413 

Drainage  engineer 475 

Drainage  expenditures  discussed 21 

Drafaiage  system,  costs,  all  projects 51,69-322 

Drainage,  reference  to  artkslB  on 484 


I'agei 

Drataiaee  work.  Belle  Fonrche  project 261 

Bobe  project 107-108 

Carlsbad  project 208 

Huntley  project 148 

Klamath  project 252 

Minidoka  project 1 15 

North  Platte  project 187-188 

Shoshone  project 318-319 

Strawberry  Valley  project 273 

Sunnyside  under  State  law 298 

Truckee-Carson  project 200 

Yuma  project 75 

Drains,  definition  of  true 22 

Dredges,  number  of,  in  service 420 

Drills,  number  of,  in  service 420 

Drop  at  Alkali  Creek,  Shoshone 318 

Dry  Creek,  Flathead  project 135 

Dry  Fork  Dam  and  Reservoir  data 401.402 

Dry  pavhig,  unit  bids  on 394-396 

Dry  Spotted-tail  drain.  North  Platte 187 

Dubois,  secondary  project,  mention 45 

financial  statements 458,465,471 

Dunham  drahi,  Nordi  Platte  project 187 

Dupuyer,  Mont.,  flow  of  Birch  Creek  at 129 

Dutch  Flats,  North  Platte,  drafaiage  of 187 

Dutton.  Mont.,  Sun  River,  population  of 167 

Duty  of  water,  all  projects 456 

discussed.  Truckee-Carson 201 

Pecos  Valley 268 

(M0dfacussion  of  projects) 73-317 

(M0  "historical  review") 66-320 

E. 

Earth,  excavation  of,  unit  bids 383-385 

material  excavated 43,419 

volume  of,  in  dams 42 

East  Canal,  Uncompahgre  project,  work  on. .  96,97 

litigation  and  contracts 345, 370 

East  ^in  Canal,  Yuma,  work  on 74 

East  Park  Dam,  data  in  regard  to 402 

date  completed 83 

flow  of  Stony  Creek  at 83 

location  of 84 

East  Park  Feed  Canal,  date  begun 83,84 

estimated  cost 88, 370 

Dam,  data 404,405 

East  Park  Reservota',  data 401 

storsgein 450 

Eastern  Canal,  Salt  River,  data  completed  ..  64,69 

operation  of  noted 65 

Eastwood,  J.  8.,  reference  to  vticle 480 

Echo,  Oreg.,  di\^Tsion,  Umatilla 244. 404 

Economies  of  Government  construction 25-26 

Eddy  County,  N.  Mex. .  Carlsbad  project 207 

Eeyptian  cotton,  discussion  of 14 

El  Paso,  Tex.,  ofiices  of,  service  at 475 

population  of 219 

flow  o  f  Rio  Grande  at 219 

El  Paso  County,  Tex,,  mention  of 219 

El  Paso  Valley,  Rio  Grande  project 220, 406 

cons truct ion  work  in 221 

Electrical  and  mechanical  engineering 55-58. 

378-380 

Electrical  engineer,  office  of. 475 

Electrical  generators,  motors,  number 421 

Electrio-li^t  plants,  number  of. 421 

Electric  power,  sale  of 35, 41 

Wllllston,  N.  Dak 232 

Electric-power  rates,  Minidoka 36-37 

Elephant  Butte,  N.  Mex.,  population  of 219 

Elephant  Butte  Dam,  construction  during 

year 220,370 

data  about 401,402 

date,  authority,  and  oonstruction 219, 220 

Dike,  data 402 

englneerfaig,  articles  about 484 

financial  statements 226-228 

litigation 354 

Elephant  Butte  power  plant,  data ...  35, 40,41, 407 

Elephant  Butte  Reservota',  data 401 

Elephant  Buttes  and-oement  plant,  data 419 

Elephant  Butte  Water  Users'  Association.  221,222 
Elevation  of  area  (see  discussion  projects). . .  63-317 

Elijah  drain,  Boise,  constructed 107 

Elk  Creek,  Cal.,  reservota:  site  near 84 
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Elk,  number  and  vahw  on  fanns 449 

EUensbuTg,  Wash.,  population  of. 293 

Elmore  County,  Idaho,  mention  of 105 

Eltopia,  Wash.,  lands  irrigated  near 289 

Embankment  rolled,  unit  bids  on 383 

Empire,  Kev. ,  flow  of  Carson  River  at. 197 

Employees,  iigurics  to,  all  projects. 61, 479 

names  of  engineers 47&-477 

number  of,  all  projects 61,478 

"Engineering  and  ooutracthig"  articles 480-484 

Engineering  articles,  list  of 480-484 

Engineering  data,  projects  on  completion. .  401-411 

Engfaieering  News,  list  of  articles  in 480-484 

Engineering  Division,  Washington 473 

Engfaieering  Record,  list  of  artkdes  in 480-184 

Engineer  work-order  system,  flnanew 53 

Engineering,  electrical  and  mechanicaL 61^^ 

Engineers,  organization  of 61, 476-477 

Engines,  number  of,  in  service 421 

Engle  Dam  finances  (see  Rio  Urande  Dam). .     407 

(see  Elephant  Butte  Dam). 

Engle,  N.  Mez.,  population  of 219 

Ensign.  O.  H.,  engineering  work 56,378 

artide by .  .....  481 

Entered,  public  lands,  areas  ofV.l ! !!llll"m     409 

Entries,  assignment  of,  legislation 335 

Estimated  expenditures,  1915,  all  projects. ...       62 

each  project 60 

Equipment  of  all  projects 420-422 

Equipment  on  farms,  cost  per  acre 29,447-440 

Esquntzel  coulee,  surveys,  Washington 290 

Etcneyerry ,  B.  A. ,  engineering  article  by . . . .     481 

Eureka  feeder  canal,  estimate  of  cost 70 

Evaporation  and  seepage  losses,  artlcleon..  480-481 
Evajwration  station,  Oklahoma 239 

from  Tule  Lake,  mentioned 252 

E varo.  Mont. ,  Flathead  population 136 

Examinations  and  surveys  in  States 44 

Excavation,  quantity  in  cubic  yards 43, 419 

unitbidson 383-390 

Examiner  of  accounts 474 

Excavators,  number  of,  in  the  service 421 

Excess  f^urm  units,  legislation 332 

Excessive  use  of  water,  result  of 21 

Expenditures,  general  statement 47, 48, 51 

Expenses,  revenues,  and  finances 51-^ 

Experiment  farm .  U  matiHa  project 246 

Express  and  freight  charges,  finances 54-55 

Extend  ing  period  of  payment,  legislation 1 4. 46 

appendix 328-333 

Extension  of  canals,  Huntley  project  work. . .  148 
Extension  of  d  istribution  system ,  Okanogan.  280 
Extension  of  Umatilla  project,  status  of. 244 

F. 

Fabeus,  Tex.,  railroad  station,  Rio  Orande. .     219 

Factors  for  success  of  irrigation 18 

Fairview,  Lower  Yellowstone,  population ...  175 
Fallon,  Nev, ,  population  of. 197 

electric  current  delivered  to 41 

transmission  line  built  to 379 

Family ,  flow  of  Two  Mediofaie  Creek  at 129 

Fargo  drainage  district,  estimated 108, 1 12 

Fargo  high  line  lateral,  Boise 107 

Farm,  comparison  of.  with  manufetctory 30 

Farm  management,  discussion  of 30, 34 

Farm  unit,  limit  of  area  (see  each  project) .  73-^17 
Farm   unit  subdivision  survevs,  cost,  all 

projects 51 

cost,  each  project 69-322 

Farmer's  cooperation,  organixat ions 177 

Farmer's  d itcn ,  Garden  City ,  irrigation  by . .      1 25 

Farmer's  independent  project.  Texas 268 

Farmers'  Society  of  Equity,  Flathead 137 

Farmers,  success  of,  disou^ed 6-6 

Farmers*  Union,  Salt  River 66 

Farms  irrigated ,  number  of 41, 76-320 

Farms,  number.    (5fe  Settlement  data; 66-^1 

Feature  costs ,  functional,  all  projects 51 

(*ec  each  project) 69-322 

Feed  canal,  Umatilla  project,  data 405 

work  on,  during  the  year 244 

Fences,  buildings,  etc.,  cost  per  acre 29 

Femley,  Nev..  population 197 

Fertility  of  soil,  increase  of. 20 

Field  omces,  officials  of 475 

F  ilings  for  water ,  Palouse 29 1-292 


Finanoes.allpraJectB 47-^54,457-472 

Financial  statenuBnts  (Me  each  project) 68-322 

Finley  Creek,  Flathead  project 135, 136 

Finney,  E.  C,  reference  to  article  by 481 

Finney  Coun^.Kans.,  mention  of 125 

Fffe,  Garden  City  project 128,379 

Fire  blight  in  fruit,  Sunnyside 299 

Fire  from  defective  wires,  Salt  River 343 

Fiscal  affairs,  brief  general  discussion 47-54 

tables,  all  projects 457-472 

Fiscal  agents,  olflce  of 474 

Fiscal  division.  Washhigton,  D.  C 473-474 

Fisher  Canal,  Blackfeet  project 130,133 

Fisher  Flats,  BlackfiBet  project 130 

Five  Miles  Rapids,  Oreg.,  surveys 242 

Flaming  Gorge  Reservoir  site,  reference. 71 

Flathead  County  .Mont ,  mention  of. 135 

Flathead  Indian  Reservation,  lands  irrigated .      136 

land  laws 335.337 

Flathead  Lake  Reservoir,  Mont. ,  data 401 

pumping  from,  plans  for 136 

Fla&ead  project. 135-140 

area  and  project  units 408-409 

canals,  nuleage and  capacity 405.413 

erop  statistics 424-446 

dams,  height,  length,  and  volume 402, 404 

employees,  number 423,478 

financial  statements 138-140 

Indian  irrigation,  legislation 337 

li^uries  to  employees 479 

litigation 350-351 

operations  during  year 13^140 

onanization  of  project 476 

principal  contracts 371 

purchases  of  rights  and  property. 47,385 

reservoirs,  data  on 401.413 

summary  of  results 412-423 

tunnels,  number  and  length 406,413 

water-jM wer  development  proposed 40, 407 

Flathead  River,  diverted  to  Bim  River 168 

flow  of,  at  Poison 135 

Flatiron  rates,  by  electricity 38 

Flax  crop,  statistics 424-442 

Fk>od-proteotk»n   systems,   oost,    aU    proj- 
ects  .6r,6^^22 

Flumes,  number  and  length  built 43.417 

unitbidson 390-m 

Fodder  com,  1913,  statistics ti6--445 

Fogg,  P.  M.^ttigineering articles  by 481 

Follett,  W.  w^ reference  to  articles  by 484 

Fort  Belknap  Reservation,  legislation 337 

Forceemployed  by  service 61,423,478 

Fort  Crawford ,  Colo. ,  gauging  station 95 

Fort  Laramie  and  Gering  Water  Users'  Asso- 
ciation   : 191 

Fort  Laramie,  Wyo.,  R.  R.,  North  Platte. . .      185 

Fort  Laramie  Canal,  North  Platte 1S8 

Fort  Laramie  Canal  investigations. 191 

Fort  Peck  Indian  Reservation. 142,143 

Fort  Peck  project 141-145 

area  and  project  tmits 408-109 

canals,  mUeaige,  and  capacity 405,413 

cropstatistics 434-446 

dams,  height,  length,  and  volume 402, 404 

employees,  number 423,478 

financial  statements 144 

Indian  legislation. 337 

injuries  to  employees 479 

organisation  of  project 476 

reservoirs,  data  on 401,413 

summary  of  results 412-423 

Fort  Shaw  Military  Reservation,  Mont 168 

Fort  Shaw,  Mont.,  copulation  of. 167 

Fort  Shaw  Indian  dchool  BuUdings. 169 

Fort  Shaw  Main  Canal,  Sun  River,  data. 405 

datecompleted 168 

Fort  Shaw  tmlt,  area 406 

Fort  SiU  School,  Oklahoma,  legislation 337 

Fort  sm,  Okla.,  mention  of. 2» 

Fort  Worth,  Tex.,  market  of 287 

Four  Horns  Canal,  Blackfeet  project. 130, 133 

Four  Horns  Reservoir,  Blackfeet  data 401, 402 

location  of 130 

Fowls,  number  and  values,  on  farms 448 

Franklin  Canal,  Rio  Grande  project,  data ...     405 

datepurduised 220 

description  of,  and  purchase. 221 

engineering  articles  abou  t  reference. 484 
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Franklin  County,  Wash.,  lands  In 280 

T^Tannle^Wyo.^raflioad  station. 317 

Frannie  Canal,  Shoshone,  completed. 818 

estimated  cost,  complete... 324 

JTrazer,  Mont.,  Fort  Peck,  population. 141, 142 

^Yazer,  Mont,  flow  of  Little  Forcupine 141 

Freight  and  express  rate  deductions 64-66 

Freight  refunds,  statement  of,  finances 65 

Fresnos,  number  of.  In  service 422 

Fruit,  statistics,  crops,  all  projects 10, 12 

crops,  1913. 425-444 

Fruit  sDipments  firom  Okanogan. 284 

Fruita,  CTolo.,  population  of. 89 

Fniitdale.  S.  Dak.,  population  of 259 

Fruto.Cal.,  flow  of  Stony  Creek  near 88 

Millsite  Reservoir  site,  near 84 

Functional  feature  costs,  all  projects 61 

costs,  each  project 09-822 

O. 

Gale,  L.E.,  reference  to  articles  by 483 

Galpin  bottom  lands.  Fort  Peck,  area 408 

Qalptn  division.  Fort  Peck,  descriptkni 142 

Qalveston,  market  of 239 

Garden  City,  Kans.,  population  oL 126 

Garden  City  project. 125-127 

allotment 468-460 

area  and  project  units 408-409 

canals,  miiei^e,  and  capacity 406, 413 

electrical  and  mechanical  engineering —     379 

employees,  number  and  injuries 423, 478, 479 

engineering  article 483 

financial  statements 127 

legislation  and  litigation 126,349 

purchases  of  rights  and  property 47 

status  of  project  at  present. 126 

steam-power  development 40,407 

summary  of  results 412-423 

Garland,  Wyo.,  nopulation  of. 317 

Garland  Canal,  Shoshone,  k>catk>n,  cost. . . .  318, 405 
Garnet,  Mont.,  railroad  station,  Blackfeet. ...  129 
GametCanal,  tJncompahgre,  furnished  water.       99 

purchase  price. 362 

Gasoline  engines,  number 421 

Gates,  cylindrical,  Carlsbad 208 

Gates  and  metal  work,  unit  bids 392 

Gates  at  Elephant  Butte  Dam. 220 

Gates,  engineering  articles  on 480-484 

Gem  brigation  district,  estimate  for  power. . .     378 

G  eneral  discussion 6-62 

General  expense,  table. 63^^ 

General  Land  Office,  cooperation 33,47 

Geological  Survey,  cooperation  with 44, 191 

work  in  Oklahoma 239 

German  roller  dam  patents,  Grand  Valley ...       90 

Gila  County,  Salt  River  project 63 

Gila  Indian  Reservation,  legislation 336 

Gila  Valley,  irrigation  of  lands  in 76 

Gila  Valley  unit,  Yuma  project,  area 76 

GOpin  Tunnel,  length 406 

GUoert,  Ariz.,  papulation  of 63 

Gillpinwasteway,  road  built  near 200 

tunneL  length 406 

G ilman^ont.,  Sun  River,  population 167 

Glacier  Park,  Mont.,  population  of. 129 

Glasgow,  Mont.,  Milk  River,  population 166 

G  lasgow  division,  M  Ok  River,  description ...      156 

Glendale,  Ariz.,  population  of 63 

G  lendive,  Moni.  flow,  Yellowstone  River ...      176 

Glenn  County,  Cal.,  mention  of. 83 

Goats,  number  and  value,  farms 449 

Goshen  lateral,  Utah,  estimated  cost  of 278 

Gosper  County,  Nebr.,  mention  of 183, 186 

surveys  in 44 

Government  construction,  economies  of. 25 

Graders,  number  of,  in  service 421 

Graduation  of  water-right  charges 151, 192 

Graham,  J.  Dale,  reference  article  by 485 

Grain,  comparison  with  alficdCa 12 

Grain,  statistics  of  crops,  all  projects 10, 12, 424 

Grand  Falls  project,  Texas,  area 268,270 

Grand  Canal,  Salt  River  project,  date  pur- 

diased 63 

operation  of,  noted 66 

Grand  Junction,  Colo. ,  population  of 89 

Grand  Lake  Reservoir  site,  reference  to 71 

Grand  River,  rolieience  to  storage  on 71 
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Grand  River,  flow  of,  at  Palisade 89,90 

diversion  dam,  data 404 

diversion  dam,  location 89 

work  on 90,91 

Grand  Valley  main  canal,  data 405 

Grand  Valley  project,  Colorado 8^-03 

allotments 458-480 

area  and  project  units 408,409 

canals,  mileage  and  capacitv 406,413 

dam,  height,  length,  and  votume 404 

engineering  articles,  list  of 482 

feature  costs 92,93 

litigation 343 

onsnizationofivoject 476 

prmcipal  contracts 370 

purchases  of  rights  and  property 47, 361 

summary  of  r^ults 401,413 

tunnels,  number  and  length 406,413 

water-power  development  proposed 40, 407 

Grand  Valley  Water  Users'  Association 91 

Grandview,  Wash.,  population  of. 293 

Grandview  irrigation  district,  Yakima 301 

Grange  organized,  Uncompahgre  project 100 

Granger,  Wash^  population  of. 293 

Granite  Reef  Dam,  Salt  River,  date  com- 
pleted        64 

exigineering  data  about 404 

operationof,  noted 66 

Grapevine  Tunnel,  Salt  River,  data 406 

Grandfalls,  Tex.,  reservoir  site  near 268 

Grasshoppers,  damage  from,  Umatilla 247 

Gray  Tunnel.  Salt  River,  project,  data. 406 

Gravel ,  unit  bids  on 392 

Gravity  system  lands,  area  units 408 

Great  Basin,  tunnel  through  rim  of. 272 

Great  Britain,  treaty  with  date 156 

Great  Falls  unit,  Sun  River,  area. 168,408 

Green  River,  reference  to  storage  on 71 

Greenfield's  bench  unit,  area 168,408 

estimated  cost  of  work. 173 

Greenfields  Lake  unit,  area 408 

Greenwood,  Cal.,  railroad  station,  mention  of.       83 

Grievances  of  the  former  removed 33 

Orifilth  lateral,  Klamath  project,  work. ...  252, 258 

Grouted  paving,  unit  bids  on 396 

Grubbing,  bids  on  clearing  and 381 

Guernsey,  Wyo.,  population  of 185 

Guernsey,  flow  of  North  Platte  River  at 185 

Gunnison  River,  Colo.,  flow  of. 96 

water  diversion 462-464 

Gunnison  River  Dam,  data  about 404 

date  completed 96 

Gunnison  Tunnel,  construction  work 96 

data  about,  length 406 

date  completed 96 

engineering  article  about 482 

Utfgation 344 

postponement  of  Ihking 96 

Gunnison  water  furnished  to  farms.: 95 

Gypsum  deposits,  lining  of  canals 208 

Texas  reservoirs 269 
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H  lateral,  Nevada,  construction  of. 200 

Hailstones,  damage  from,  Okanogan 284 

Hall's  Coulee  Crossfaig,  work  near 168, 166, 379 

Hanna,  F.  W.,  engineering  articles  by 480-482 

Happy  C-anyon  Creek,  Colo.,  work  near 97, 98 

Harlem,  Mont.,  Milk  River,  fKmulation 166 

Harris,  A.  L.,  engineering  article  by 480 

Harza,  L.  F.,  reference  to  article  by 484 

Havre,  Mont.,  flow  of  Milk  River  at 155 

population  of 155 

Hay,  statistics  of  crops,  all  projects 10, 424-441 

Hazen,  Nev.,  populaiion 197 

Head  of  power  plants 40 

Headgate  Rock  diversion,  reference  to 71 

Heating  rates,  by  electricity 36 

Henny,  D.  C,  engineering  articles  by 480,481 

Henry,  Nebr. ,  North  Platte,  populatioin 186 

Hermiston.  Oreg.,  population  of 243 

canal  Uned  near 244 

Hermiston  office  building,  estimated  cost 250 

Hermiston  unit,  area  of 408 

Heybum,  Idaho,  population  of 113 

Hiersche  drain.  North  Platte  project 1 87 

High  Mesa  lateral,  Unoompahgre,  operation .       99 
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High  Mesa  siphoii,  Unoompahgre.  work  at . . .       07 

Highland,  Idaho,  flow  of  isoise  River  at 105 

Highline  Canal,  Huntley  project 148 

Highline  Canal,  Salt  River,  operation 65,378 

Shoshone,  location. 318,406 

HighUneCanalplans,  Strawberry  Valley...  273,278 

Highline  Canal  unit,  area 410 

Highline  pumping  plant,  Salt  River,  date ...       64 

Highline  reservoir,  Huntley  project 148, 154 

engbieering  data  about 401,402 

Highline  tunnels,  Shoshone 406 

Highline  unit,  Utah,  operations  on 373,276 

Higley,  Arix.,  town.  Salt  River  project. 63 

HiD  County,  Milk  River  project 155 

Hillberg,  A .  O.,  reference  to  articles  by 482 

Hlnchliff  Reservoir  site.  Wash. ,  surveys 290 

Hhisdale,  Mont. ,  Milk  River,  population 155 

Hogcholera,  North  Platte 180 

Hon,  number  and  value  on  fEums 448 

Holdrege,  Nebr. .  mention  of  surveys 183 

Home  making,  discussion  of 5 

Homerun  Canal.  Unoomp^gre  area  watered .       99 
Homestead  entries,  assignment,  legislation ...     335 

cultivation,  decisions 341 

Hondo  project 215-218 

allotments 458-461 

area  and  project  units 408-409 

canals,  nuleage  and  capacity 406,413 

crops,  statistks 424-146 

dams,  height,  length,  and  volume 402,404 

employees,  number  and  ii^Juries 423, 478, 479 

financial  statements 217 

Utigation 353 

organication  of  project 475 

purchases  of  rights  and  property 47 

reservoirs,  data  on 401 

summary  of  results 412-423 

Hondo  Reservoir,  date  completed 215, 450 

Hondo  River,  diversion  dam,  data 404 

flow  of,  at  diversion  dam 215 

water  diversion  from 452-454 

Hooper,  Wash.,  surveys  near 291 

Hops,  crop  stadstios,  1913 426-445 

Hopson.K.O.,  engineering  articles  by 480 

Horse  Fly  Reservoir,  surveys  cost 258 

Horsepower  developed,  all  projects 40, 407 

Horseshoe  Reservoir,  mention  of. 410 

Horses  and  mules,  number  in  service 421 

number  and  value  on  farms 447 

Hospitals,  messes  and  stores,  profits 50 

Houston,  Tex.,  marketat 267 

Hubbart  Dam  and  Reservoir,  data  on 401, 402 

Humanproblems,  discussion  of,  article 481 

Humus,  deficiencTT  of 20 

Huntley,  Mont. ,  population  of. 147 

Huntley  Mahi  Canal,  data  about 405 

Huntley  project 147-154 

allotments 458-461 

area  and  project  units 408-409 

canals,  mileage  and  capacity 405,413 

crop  statistics 424-446 

dam,  height,  length,  and  volume 402 

electrical  and  mechanical  engineering 379 

employees ,  number  and  injuries 423, 478, 479 

financial  statements 152 

organization  of  project 476 

principal  contracts 371 

public  notice 151 

purchases  of  rights  and  property 47 

reservoirs,  data  on 401 

summary  of  results 412-423 

tunnels,  number  and  length 406 

water  power  development 40,407 

water  statistics 460-456 

Hydraulic  rams,  number  of,  in  service 421 

Hydroelectric  plants.    (See  Power  plants.) 
Hydroelectric  t;.  steam  plant,  costs 38 

I. 

Idaho,  accretions  to  reclamation  fund 457 

aliotments 457-461 

Boise  projeot 105-1 12 

Jackson  Lake  enlargement 1 15, 124 

litigation 345-349 

Minidoka  project 113-124 

net  investment  to  June  80 457-458 
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Idaho,  prindpcd  current  contracts 370-37 

purchase  of  rights  and  property 47,363 

secondary  prefects 451 

Snake  River  stora^ 124 

Idaho-Iowa  Laterals  &  Reservoir  Co 105,108 

Idaho  division  organization. 476 

Imperial  County,  Cal.,  mention  of 73 

Increase  of  land  vahies  discussed 26-28 

Imperial  project,  Texas,  area  and  data. 268, 270 

Increase  of  soil  fertility 20 

Increase  in  cost  ofwork,  cause  of. 24-25 

Increase  of  charges,  extension  act 329 

Increase  of  irrifi&ted  area. 7-9 

Indian  Creek,  BeUeFourche,  lands  near 261 

Indian  Creek,  Boise,  work  near 109 

Indian  Creek,  divefskm  dam  buflt 272 

Indian  Creek  Canal,  work  on 272 

Indian  Creek  Dike,  date  completed 271 

Indian  irrigation,  1915  leg^lation 33&-d39 

Indian  land  allotments,  Blackiieet 131 

Indian  lands,  area  of. 409 

Yuma  project 76 

Indian  projects,  operations,  etc 12(^145 

financbU  statements 131,139,144,466 

Indians,  land  allotted  to,  Blackleet  project.  12»-133 

land  allotted  to,  Yuma  project 75 

land  allotted  to,  Fort  Peck  project 142 

Indurated  material,  excavated 43,419 

unit  bids,  on  excavation. 385-387 

Inflated  prices  for  raw  land 31 

Injuries  to  employees,  all  prolects 61,479 

Inlet  Canal,  BeUeFourche,  data 405 

Inoculation  with  antityphoid  vaccine 61 

Inspection  of  machinery ,  Chicago  ofllce 380, 475 

Inspiration  transmission,  Salt  River 64, 37S 

Intake,  Mont.,  population 175 

Interest  on  cost  of  works 17 

Interest  rates  on  irrigated  lands 27,^,31 

Interest  rates  on  Sun  River  protect 169 

International  line,  fiow  of  St.  Mary  River. ...      155 

Interstate  Canal,  length  and  capacity 405 

date  of  completion 186 

work  on,  during  year 186 

Inventories,  finances,  table 49 

Inventory  of  stock  and  equipment,  farms. .  447-449 

Investment  of  the  United  States 14,17 

finances 457-466 

Investment,  present,  by  projects,  detaU 68-322 

Investment  Dv  tiie  farmer,  aiscnssion. 14,29 

Iron  pipe,  unit  bids  on 896,397 

Iron  pipe  laid,  Okanoean 281 

Iron  Cuiyon  cooperatTve  work 81, 468-472 

Iron  Canyon  Project  Association 81 

Ironstone  Canal,  Unoompahgre,  cost,  esti- 
mated       103 

Irrf^T)1e  lands  H  areas  of  stable.... 7,408-411 

Irrij^Tt"<i  area,  Increwe  oL 7-9 

In]£toUoit,arUf*Lesoii^1i«tof 480-^484 

Irrlg3>  rmn ,  grnoral  conditio!!  ot»  d  Iscussed 18 

Irripst ion,  (lute  ttc^m 64-318 

Irr  iRfit  sou  H  petm  isslblfl  rost ,  d  iBcii;Hsed 28-30 

Irrtffftt  ion  »*  a  tmiillwJs*, , . . ,  „ 30-33 

Irri^a!  Um  by  service  begun.    {Sfi  projects.) 

Irripiitipn^ftiMors  fot^uc««a.... , 18 

Irrit;iiTiiiii  plan (»« diacusskm ol  projects)...  64-318 
Ini^itiioti  >:e.Ei,^n^  (xf/ discussion  of  projects)  63-317 

IrritiLitorflfiuci-esErdlwusBioiiof. 6,18 

JalnM  Turk  HeservoIrsite^rt^fiirBiiceto 71 
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Jackson  Hole,  Wyo. ,  bridge,  estimated  cost. .     123 

Jackson  Lake  Dam,  data  about 402,403 

construction  work 115,124 

date  of  completion. 114 

plans  for  raising 114 

Jackson  Lake  enlargement,  contract  for 114 

ntlgation 357 

Jackson  Lake,  financial 123,466 

Jackson  Lake  Reservoir.  Wyo 401,450 

Japanese  on  the  Klamath  project 254 

Jerry  Creek,  siphon,  Qrand  valley,  built 90,91 

Jewett,  J.  Y. ,  cement  expert,  work  of 58-61 

Jocko  division.  Flathead  project,  area 406-409 

date  irriganon  began 136 

work  done  to  date 136 
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Jocko  River,  Flathead  project 135.136 

diversionfrom 452-454 

John  Day  R  i ver ,  Ores. ,  investigations 242 

Joint  Head  Canal ,  Salt  River,  date  purchased       63 
Joint  Head  Dam,  Salt  River,  construction  of.       65 

date  of  completion 64 

engineering  data 404 

operation  of,  noted 65 

Jone's  ranch,  flow  of  Salmon  Creek 279 

Juab  County,  Utah,  water  for 276 

K. 

KachessDara,  Yakima,  data  about 403 

date,  permanent  dam  completed 294 

estimate  of  cost,  1915 316 

Kachess  Reservoir,  Yakima,  clearing  of  tim- 
ber       296 

data  about 401 

storage  in 450-451 

Kane,  Wyo.,land  damages 324 

Kansas,  accretions  to  reclamation  fund 457 

aUotments 457-460 

Garden  City  project 125-127 

litigation 349-350 

net  investment  to  June  30, 1913 457-458 

purchases  of  rights  and  property 47 

Kansas  City,  market  of 239 

Kearney  County ,  Kans. ,  mentton  of 125, 183 

Kearney  County,  Nebr.,  surveys  In 44 

Keecheius  Dam,  Yakima,  data  about 294,408 

description  of  dam,  complete 296 

estimate  of  cost,  1915 316 

work  done  during  year 295 

Keecheius  Reservoir,  clearing  of  timber 296 

engineering  data  about 401 

purchase  of  lands 369 

Btoraftein 450-451 

Kemp-Winder  lateral,  Nevada,  built 200 

Kennedy  Creek  crossing.   Milk   River,   esti- 
mated cost 165 

Keno  Canal,  Klamath,  data 405 

date  completed 251,252 

engineering  data  about 406 

operat  ion  of 253 

Kfcktaghorse  Feeder  Canal,  Flathead 136, 405 

Kickinghorse  Dam  and  Reservoir,  data.  136,401,402 

Kinds  and  areas  of  crops 9 

King    lateral,    Unoompahgre,    construction 

work 97 

Kintvre,  Mont. .  raih-oad  statkm .  Fort  Peck. .     141 

Kittitas,  seooncbry  project,  mentkm 45 

financial  statements 459,465,472 

Kittitas  County,  Wash.,  mention  of 293 

Kittitas  dist.  contract  by  secretary 294 

Kittitas  district ,  cooperation  with 

Kittitas  unit,  location  of. 294 

Klamath  County.  Oreg.,  mention  of 251 

Klamath  Falls,  Oreg.,  populatk>n  of 251 

Klamath  project 251-258 

allotments 458-461 

area  and  project  units 408-409 

canals,  mileage,  and  capacity 405,413 

crop  data 424-446 

dams,  height,  length,  and  volume 402, 404 

employees,  number  of 423,478 

en^eering  artkdes,  list  of 484 

fliuuiclal  statements 257 

injuries  to  employees 479 

litigatton 354-355 

organization  of  prctject 475 

publtenotk» 255 

principal  contracts 373 

purchases  of  rights  and  property 47,368 

reservoirs,  data  on 401,413 

summary  of  results 412-423 

tunnel,  length 406 

water-power  development  proposed 40, 407 

Klamath  Strait,  litigation 354 

Konnewock  lands,  Sunnyside,  area 297, 410 

Krenunline  Reservoir  site,  reference  to 71 

Kuna,  Idano,  population  of. 105 

Kuna  Reservoir,  Boise,  storage  in 108 

Kutter's  formula,  data,  article 480 

Kyrene  branch.  Salt  River,  pumping  plant. .       64 
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La  Plata,  secondary  project,  mention 45 

financial  statements 468,465,472 

La  Tuna,  Tex.,  Rio  Grande,  population 219 

laboratory  for  testing  materials,  Denver 59-60 

Lagima  Dam,  date  of  completion 73 

engineering  articles,  listof 482 

engineering  data 401,404 

estimate  cost  to  complete 206 

work  at  for  fiscal  year 74 

Lahontan,  Nev. ,  Truck  ee-Carson,  population.      197 

Lahontan  Dam,  data  about 402 

date  commenced 198 

engineering  articles,  reference  to 482 

work  on  this  year 199 

Lahontan  Bench  Canal 200, 206 

Lahontan  power-plant  data 35, 40, 41 ,  199, 407 

lease  of 379 

Lahontan  Reservoir,  data  in  regard  to 401,402 

increased  settlement  on  completion 198 

Lahontan  sand-cement  plant  data 419 

Lake  Altee,  construction  of 186 

data  about 401,450 

Lake  Clealum,  repairs  and  surveys 296 

Lake  Clealum,  data 401,403 

Lake  Basin ,  secondary  project,  mention 45 

statement  finances 458,465,472 

Lake  Bowdoin,  Milk  River,  work  near 157 

Lake  Keecheius 295 

Lake  Law-ton-ha,  Okla..  mention  of. . .  239-240, 401 

Lake  McMUlan(«MaZ«o  McMillan) 206 

storage  in 450 

Lake  Minitare.  North  Platte  project 186 

data  about 401 

Lake  Shore  Irrigation  Co.,  Utah 276 

Ij&kc  ^hoT'iiunlt,  arpa  i>f ,. 408 

Ij&tj- 1  ;ili'X\  roT]:itrutlion,  outlet  works 198 

4ii[;i  ii]>oMt  ouilei  works. ... 401,402 

Uli^'ation 353 

Lake  Woleott,  Minidoka  project,  data  about. .      401 

locatkm  of .^  ^.  „  ^ 114 

HtoraRftln,  1913 „.,. 460 

Hun'evs  at . . . . .  ♦^  -  ♦  -  ^  * .  ♦ 116 

Lak*iwsjQ*l ,  N.  Mex,,  Carlsbftd,  reservoir  near.      208 

Land,  spKulalion  In ,  discussion  of 19 

Lanil  prk-ns  U Lscuus5i0tl ♦ 26-30 

Land  oJTlce,  cooperation  with 33 

Lan  f  1  pr  icflSj  c j  kan  rijjaii  project  ,„.*»*. 283 

Lan  li  -potjr ,  a  Isctl^^  ion  of,  cond  It  Ions 27 

LeiKl^sxjbdivLsi[>n  ofi^iifi  huliilng? 19 

Lands,  area  to  be  irri^ted,  legblation 331 

Land s  not  subl wt  to  reclamatfoQ  art 331 

Lands  opened  {»ff  discossioQ  of  proiects) —  63,317 

Lands,  piif  rhas*s  Of,  fiost  all  projects. . 46, 51, 360 

LanrJs,  summtuy  of  remits. 408-412 

Land3  M>ld  wjthcMjt  c-anh  paym^ent. 100 

Lands  withdrawn,  su)fject  to  eiitry^  law 831 

Lane,  Frajiklin  K.  Jet  tiir  of  transmittal 3 

referenrfl'  to  articles  by. . , . . 480-481 

Lar^n  h«ldln^*s,  milKiivL-^loti  of 19 

Larpent,  Mont . ,  l^un  River  proiect 167 

La.s  ('rtiiNfift,  ."^ .  Mbx.  ,  population  of, 219 

Las  r'njr^a  Canali,  rontnict  to  sen  e  writer 220 

La- Fa] unia.H  Valley,  Irrlgatittnor  lan^ 220 

Las  Vegas,  N.  Me-X,.  secondary  proj* '  i,  men- 

ttonr:... 45 

financial  statements 458,465.472 

Law  division,  Washington,  D.  C 473-47  4 

Lawton,  Okla.,  cooperation  with 44, 239 

population  of 239 

Lawton  project 239-240 

aUotment 240,459 

area  of  lands 408 

engineering  data. 401-409 

lej^slattonfor 337 

surveys  of 44 

Law-ton-lca,  Lake 239-240 

Lawson,  L.  M.,  reference  to  engineering  ar- 
ticle..  484 

Leasburg  Canal,  length,  capacity 405 

Leasburg  diversion  oam,  data 404 

Leasburg  unit,  date  of  construction 219 

operation  of 221 

summary  of  results 413-423 

Lee  Tunnel,  Salt  River,  length 406 


Digiti 


zed  by  Google 


494 


GENERAL  INDEX, 


Legal  matters,  brief  discuasion  of 46 

L^lation,  all  projects 46,325-339 

Oregon 242 

Lchl,  Aril. ,  town .  Salt  River  project 63 

Lehman  Reservou-  site,  reference  to 71 

Length  of  irrigation  season  (see  projects) 63-^17 

Lepp  Lake  Reservoir.  Tex 270 

Letters  of  transmittal 3 

Levees,  lencth,  and  volume  built 42, 414 

Levees  on  Colorado  River,  construction  of. . .       74 

engineering  articles,  list  of 482 

Leveling  and  clearing  land,  cost  of. 29 

Lewis,  John  H . .  reference  to  article  by 480 

Lewis  and  Clark  County,  Sun  River 167 

Lexington,  Nebr.,  mention  of  surveys 183 

Liabilities  and  assets,  all  prQ)ects 48-^51 

Liabilities  and  assets,  each  project 68-322 

Library,  Powell,  Wvo.,  land  for 320 

Limit  of  area,  each  6rm  unit 73-317 

Lincoln  County,  Idaho,  mention 113 

Lingle,  Wyo.,  population  of 185 

Linmg  canals,  mfles  ot 43, 418 

Lining  canals  through  gypsum,  Carlsbad 208 

Lining  of  canals,  articles  on 480-484 

Okanogan  project 281 

Lining  of  canal,  Umatilla  project 244 

LinkRiver ,  flow  of,  at  Klamath  Falls 25 1 

Liquidated  damages,  waiver,  decisions 341 

List  of  publications,  mention 3 

Litigation,  allprqjects 46,342-357 

Little  Bitter  Root  division.  Flathead 136 

Little  Bitter  Root  River,  Flathead 135, 404 

Little  Bitter  Root  Damand  Reservoir,data.  401,402 

Little  Colorado,  project,  mention 45 

finances 467-465 

Little  Medicine  BluiX  Creek,  Okla. ,  flow 239 

Little  Missouri,  secondary  project,  mention . .       45 

financial  statements 458,465,472 

Little  Muddy  Creek,  N.  Dak.,  canal  along. . .      230 

Little  Porcupine  Creek,  Fort  Peck,  flow 141 

Little  Porcupine  Dam  and  Reservoir,  data.  401, 402 

Little  Porcupine  Diversion  Dam,  data 404 

Little  Porcupine  unit,  Fort  Peck,  area 141, 408 

work  completed 141 

Little  Stony  Creek.  Cal.,  flow  of 83 

Livingston  Diversion  Dam,  Salt  River 404 

Loans  on  irrigated  lands,  discussion  of —  27, 28, 31 

Location  (see  discussion  of  each  project) 63-317 

Locomotives,  number  of,  in  service 421 

Logan  Canal.  Unoompahgre,  furnished  water.       99 
Lohmiller.  Mont. ,  railroad  station ,  Fort  Peck.      141 

Loma,  Colo.,  population  of 89 

Los  Angeles,  office,  engineering  work  of 55-58 

Los  Angeles,  offloe,  x)rganizatlon 475 

Lost  River,  flow  of,  at  Clear  Creek 251 

Lost  R  iver  Dam,  engineering  article  about. . .     484 

Lost  River  Diversion  Dam,  data 404 

date  completed 252 

Loutsenhizer  Canal,  area  irrigated 99 

data  about 405 

work  on,  during  year 96j^7 

Loving,  N.  Mex.,  i>opulation 207 

drainage  near 208 

Loving  County,  Tex.,  projects  in 268 

Low  Line  canals.  No.  Platte 186,372 

Lower  Crow  Creek  Dam  and  Reservoir 401, 402 

Lower  Deer  Flat,  date  completed 106 

Lower  Yellowst-one  Dam,  data  about 404 

date  completed,  location,  work  on 176 

litigation 352 

Lower  Yellowstone  project 175-182 

allotments 458-461 

area  and  project  units 40JM09 

canals,  mileage  and  capacity 405, 413 

crop  data 424-446 

dams,  height,  length,  and  volume 402 

employees,  number  and  Injuries . . .  423, 478, 479 

financial  statements 180-1 82 

litigation 351-352 

organization  of  project 476 

principal  contracts 372 

public  notice 178 

purchase  of  rights  and  property 47 

summary  of  results 412-423 

water-power  development  proposed 40, 407 

Lumber,  unit  bids  on 392-393 


Page. 

Lumbering  operations.  Milk  River 158 

Lumbering  operations,  Yakima  project 296 

Lyon  County,  Truckee-Carson  project 197 

M. 

Mabton,Wash.,  population  of 293 

Mabton  division,  Yakima  project,  area 410 

Mabton  siphon,  Yakima  project,  use  of 297,298 

McAllister  drain,  North  Platte  prcject 187 

McAllister  Meadows,  Yakima,  oam 408 

data  about 401 

storage  in,  contemplated 294 

wagon  road  built 301 

MoConnell  Dam  and  Reservoir,  data 401, 402 

McDonald  Lake,  dam  and  reservoir,  data. .  401, 408 

McDowell  gauging  station,  flow  at 63 

McKenzie  County,  N.  Dak.,  Lower  Yellow- 
stone       175 

McMillan  Reservoir,  Carlsbad  project,  data.  401, 402 

estimate  cost  future  work 213 

location  of 208 

McQueen  well,  line  to,  Salt  River. 64, 69, 378 

Macmnerv,  etc.,  Inspection  of,  Chicago 380 

Mack,  Colo.,  population  of 88 

Madison  River,  secondary  project..  45,458,465,472 

Main  Canal,  Boise,  construction 107 

Main  Canal.  Grand  Valley  oonstructk»n. 90 

Klamath,  date  completed 251 

Main  Consolidated  Canal,  data 406 

Malaga,  N.  Mex.,  Carlsbad,  population 207 

Malheur,  secondary  project,  surveys  on. ... .  45,241 

financial  statements 459, 465, 472 

Malta,  Mont,  flow  of  Milk  River  at 155 

population  of 155 

Malta  dlvisk>n,  MUk  River,  area 156, 408 

Malton,  Cal.,  railroad  station,  mentfon  of —       83 

Man,  discussion  of,  as  factor  in  irrigation 18 

Management,  problem  of  farm 30,34 

Manual  of  O .  &  M. .  preparation  of 34 

Mantua,  Wyo.,  railroaa  station 317 

ManulMtory,  comparison  of  farm  with 30 

Manures,  more,  less  water 20 

Mapleton ,  Utan,  lands  In  vicinity  of 276 

Mapleton  lateral,  surveys  of 273,278 

unit,  action  of  settlers 276 

unit,  area 410 

Marias,  secondary  project,  mention 45 

financial  statements 458,466,472 

Maricopa  Canal,  Salt  River,  date  purchased  .       63 

operation  of,noted 65 

Maricopa  County,  Salt  River  project 63 

Markets,  principal  iaee  discussion  of  proj- 
ects)  63,317 

Marley,  N.  Dak..  raUroad  station 229 

Marsh  Creek  diversion,  1913 45^-454 

Marshfiel<LIdaho,  railroad  station 113 

Marshall,  w m.  L.,  consulting  engineer 474 

engineering  articles  by 482 

Mason  Creek  drains ,  Boise 107 

Masonrv,  volume  in  dams 42 

Maxwell  Canal,  work  during  the  year 244 

Maxwell  Canal,  headwcrks  constructed 244 

Maxwell  lands,  Umatilla  project,  sales 245,354 

Meade  County,  Belle  Fourche  project 259 

Mechanical  and  electrical  (see  Electrical). . .  55,378 

Medicine  Bluff  Creek,  Okla.,  flow  of 239 

Medicine  Blufl  Dam,  data 403,404 

Members  of  Congress,  oooperatfon  of 6 

Meridian,  Idaho,  population  of 105 

Merrill.  Oreg.,  fiow  Lost  River  at 251 

Mesa,  Ariz.,  population  of 63 

Mesa  Canal,  operation  noted 65 

Mesa  County,  Colo.,  mention  of. 89 

Mesalands,  Yuma  project,  area 76 

Mesa-Roosevelt  transmission  line  rebuilt 64 

Mesllla  Dam,  mentk}n  of 220,221 

Mesilla  Park,  N .  Mex.f  population  of 219 

Mesllla  Valley,  Rio  Grande,  irrigation 220,408 

surveys  In 221 

Messes,  hospitals,  and  stores,  profits  of. . .  50, 68-323 

Metal  culverts,  fiumes,  pipe  buflt 42, 416, 417 

Metal  fiumes,  unit  bids  on 390-391 

Metal  work,  unit  bidson 393 

Mexican  Dam,  construction  at 221,404 

Mexican  boundary,  work  near, in  Arizona. . .       74 
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MexJoo,  treaty,  regard  to  Rio  Grande 219 

Mexico,  water  to  be  ftimished  to 220 

Miami,  Ariz.,  transmission  line,  contract 878 

Middle  Lake.  Wash.,  water  filings 292 

Middle  Two  Medicine  Lake,  Blackfeet 130 

Midland,  Oreg.,  Klamath  project,  popula- 
tion       261 

Milk  River,  flow  of 156 

diversion  from 452-464 

Milk  River  division,  Fort  Peck,  area 408 

Milk  River  project 155-166 

allotments 458-461 

area  and  project  units 408,409 

canals,  mileage  and  capacity 406,413 

crop  statistics 424-446 

dams,  height,  leneth,  and  volume 402,404 

electrical  and  mechanical  engineering 379 

employees,  number  and  injuries. . .  423, 478, 479 

engineering  articles,  list  of 483 

financial  statements 162-165 

Indian  legislatton 337 

litigation 351 

organization  of  project 476 

principal  contracts 371,372 

public  notice 161 

purchases  of  rights  and  property 47, 366 

reservoirs,  data  on 401,413 

summary  of  results 412-423 

Miller  Buttes  headworks,  California,  data 

about 84,404 

Mille^seed  crop,  data,  1913 426-441 

Miller  Creek  Dam,  estimated  cost 258 

Millsite  Reservoir  site,  Stony  Creek,  Cal 84 

Minatare,  Nebr.,  population  of 185 

dam  and  reservoir,  data 401,402 

valves  for 379 

Minden,  Nebr.,  mention  of  surveys  at 183 

Mine  and  Quarry,  articles  in 482 

Miners  from  Black  Hills  as  farmers 262 

Minidoka  Dam,  Idaho,  data  about 401-403 

date  completed 114 

location  of 114 

radial  gates  built 114,379 

Minidoka  power  plant,  date  of  completion.  56, 57, 407 

Minidoka  project 113-124 

allotments 458-460 

area  and  project  units 408,409 

canals,  mileage  and  capacity 405, 413 

crop  statistics 424-446 

dams,  height,  length,  and  volume 402, 404 

electric  power  rates 36-37 

electric^  and  mechanical  engineering. .  378-379 
employees,  number  and  injuries . . .  423, 478, 479 

engmeering  articles,  list  of ^..     483 

flrincial  statements 121-1 24 

Jackson  Lake  enlargement 124,357 

litigation 349 

organization  of  project 476 

principal  con  tracts 371 

public  notices 119 

pumping  costs 39,57 

purchases  of  rights  and  property 47, 364 

reservoirs,  data  on 401, 413 

summary  of  results 412-423 

water-power  development 35, 40, 41, 57, 407 

Minatare,  Nebr.,  population  of 185 

dam  and  reservoir,  data 401 ,  402 

valves  for 379 

Mining  of  coal,  Wllliston,  N.  Dak 231 

Mission  Creek,  Flathead  project 135, 452 

diversion  dam,  data 404 

Mission  Division,  Flathead,  area 408-409 

dam  and  reservoir,  data 401 ,  402 

date  irrigation  began 136 

Mission  Mountains,  source  of  water  supply . .      136 

Missoula  County,  Mont.,  mention  of 135 

Missouri  gravity  canal,  data 405 

Missouri  River,  flow  of,  near  Williston 229 

diversion  from 452-454 

Fort  Peck  project 141,408 

lands  to  be  Irrigated  along 142, 143 

unit,  area 141,142 

Mitchell.  Nebr.,  Dopulatlon  of 185 

Modoc  County.  Cal. ,  Klamath,  mention 251 

Modoc  unit,  Klamath  project,  cost  of  surveys     258 

Moffet  Timnel,  Salt  River,  data 406 

Mohave  City,  diversion,  Colorado  River  at. . .       71 
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Molese  VaUey,  Flathead,  location 136, 187 

Mondak,  Mont. ,  proposed  sale  power 379 

Mongolian  labor,  reclamation  act,  reference . .      826 
Montana,  accretions  to  reclamation  fund ....      457 

aUotments 457-461 

BlackfoDt  project 129-133 

Flathead  project 135-143 

Fort  Peck  project 141-145 

Huntlev  project 147-154 

Indian  Irrigation,  legislation 337 

litigation 350-351 

Milk  River  project 155-165 

net  investment 457-461 

principal  contracts 371-372 

purchases  of  rights  and  property 47, 365 

secondary  projects 45 

Sun  River  project 167-173 

Montana-North  Dakota  (see  Lower  Yellow- 
stone). 
Montgomery  Ferry,  flow  of  Snake  River  at. .      113 

Monthly  biuletin  of  service 3 

Montrose.  Colo.,  park,  legislation 333 

population  of 95 

Montrose  and  Delta  Canal,  area  irrigated 99 

data  about 405 

work  on,  during  the  year 96,97 

Montrose  County,  Cok>.,  mention  of 95 

Moorehead.  flow  of  Pecos  River 269 

Mora  Canal,  Boise,  work  on 107 

Moran  site,  temporary  dam  completed  at ... .      114 

flo«v  of  Snake  River  at 113 

Moran,  Wyo.,  flow  of  Snake  River  at 1 13 

Moritz,  E.  A.,  engineering  articles  by 480-481 

Morrill,  Nebr.,  population  of. 185 

MorriU  County,  Nebr.,  North  Platte 185 

Morrow  County,  Oreg.,  mention  of 243 

Motorcycles,  number  of,  in  service 422 

Mud  Creek  Dam,  Flathead,  data 135,404 

di version  from 452-454 

Muddy  Creek  reservoir,  Sun  River,  data.. .  401,402 

location  of 168 

tunnel,  length 408 

Muddy  Creek  Canal  unit,  area 408 

Mules,  number  and  value  on  farms,  1913 447 

Murphy,  D.  W.,  book  on  Irrigation  by 480 

drainage  engineer 475 

engineering  articles  by 484 

N. 

N,  experimental,  reference  to  article 480 

Naches,  Wash.,  population  of 293 

Naches  Ridee  unit,  area 408 

Nampa,  Idaho,  population  of 105 

NamparMeridlan  drainage,  estimated 108, 112 

Nashua,  Mont.,  Milk  River,  population 155 

flow  of  Big  Porcupine  Greek 141 

Natrona  County,  Wyo.,  North  Platte  project     185 

Nebraska,  accretions  to  reclamation  fund 457 

aUotments 457,461, 465, 472 

net  investment  to  June  30 457-461 

secondary  project 45 

Platte  River  reconnaissance 183, 472 

surveys  in 44 

Nebraska  Conservation  Commission,  work 

with 44,183 

Nebraska- Wyoming  (see  North  Platte  proj- 
ect)   185-195 

Needles  project,  reference  to 71 

Neely,  flow  of  Snake  River  at 113 

Nelson  Canal  system 156, 405 

Nelson  Reservoir,  Milk  River,  data  about. .  401, 402 

cost  of  future  work 163 

location  of 156 

Nephl,  Utah,  landowners  near,  action  of 276 

Nesson ,  secondary  project ,  mention 45 

Net  investment  of  Ihe  United  States  In  proj- 
ects, financial  statements 459, 465, 472 

Nevada,  accretions  to  reclamation  fimd 457 

allotments 457-461 

litigation 353 

net  Investment  to  June  30, 1914 457-461 

principal  current  contracts 373 

purchases  of  rights  and  property 47, 367 

surveys  in 44 

Truckee-Carson  project 197-206 

Walker  River  project 45 
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New  Mexico,  aocretions  to  reclamation  fund. .     457 

allotmenta  to  State 457-461 

Indian  legislation 336 

litigation,  Hondo 353 

CMlsbad  project 207-213 

Hondo  project 215-218 

purchases  of  rights  and  property 47 

net  investment  to  June  30, 1913 457-461 

secondary  project 45 

New  Mexico-Texas  (we  Rio  Grande) 219-228 

New  Orleans,  market  of,  mentioned 239 

New  York  Canal  Co.,  canals,  area  irrigated . .      108 

date  acquired 106 

litigation 347 

Newell,  F.  H.,  Director,  articles  by 480-484 

book  by 480 

director  of  service 474 

Newell,  S.  Dak.,  population  of 259 

Newell  Dam,  Flathead  project,  data 402 

Newell  Tunnel,  Flathead  project,  data 406 

Newlands  or  reclamation  act 325-328 

News  of  projects  ("  Reclamation  Record  " )•  •  -  3 
Newton,  Mont.,  railroad  station,  Huntley. . .     147 

drainage  near 148 

Niagara  Falls,  cost  of  electrto  power  at 36 

Nine  MUe  lateral,  BeUe  Fourcbe 260 

Ninepipe  Feeder  Canal,  Flathead,  date 406 

Ninepipe  Reservoir  and  Dam,  data 401,402 

location  of 136 

storage  In 408,450 

Nisland,  B.  Dak.,  population  of. 259 

Nordica  lateral.  Boise,  construction 107 

North  Canal,  Belle  Fourche,  work  on 260 

North  Canal,  Orland  project,  operation  of . . . .       84 

North  Canal,  Orland  project,  date 406 

North  Dakote  (see  North  Dakote  pumping)  229-238 

aocretions  to  reclamation  fund 457 

allotments 457-464 

Buford-TrentOQ  unit.    (See  North  Da- 
kote pump.) 

net  investment  to  June  30 457-464 

North  Dakote  Pumping  project 229-238 

purchases  of  rights  and  property 47, 367 

Williston    u^t.    iSee    North    Dakota 
pump.) 

North  Dakote  Pumping  project 229-238 

allotments 458-461 

area  and  project  units 408^09 

canals,  mileage  and  capacity 406,413 

crop  statistics 424-446 

electrical  and  mechanical  engineering —     379 

emplojrees,  number 423,478 

engineering  artksles,  list  of 484 

financial  statements 236-238 

injuries  to  employees 479 

organization  of  project 476 

purchases  of  rignts  and  property 367 

public  notice 235 

secondary  project 45 

summary  of  results 412^23 

water-power  development  (steam) 35, 

40,41,407 

North  Fork  Tunnel,  Tieton 406 

North  Gila  Valley  unit,  irrigaUon  in 76, 80 

North  Mesa  Canal,  ftimishea  water 99 

North  Platte  Canal  &  Colonisatkm  Co 188, 406 

Utlgation 352 

North  Platte  project 185-196 

aUotments 458-461 

area  and  project  units 40S-409 

canals,  mileage  and  capacity 405,413 

crop  statistics 424-446 

dams,  height,  length,  and  volume 402, 404 

electrical  and  mechanical  engineering  —     379 
employees,  number  and  injuries . . .  423, 478, 479 

en^eering  articles,  list  of 483 

financial  stetements 193-195 

Utigation 352 

organization  of  project 476 

principal  contracts 372-373 

public  notices 191 

purchases  of  rights  and  property 47, 367 

reservoirs,  date  on 401,413 

summary  of  results 412-423 

tunnels,  numbOT  and  length 406, 413 

North  Platte  River,  fiow  of,  at  Guernsey . .  185, 452 
North  Side  canals,  Minidoka  construction ...  114 
North  Side  Diversion  Dam,  Orland,  date. ...      404 
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North  Yakima,  Wash.,  populatkm  of 293 

rainfall  at 293 

Northern  Division  organizaticm 475, 478 

Nuss  Lake  lateral,  Klamath  project 232 

O. 

G'Donnell,!.  D.,  work  of. 33 

Oats,  crop  stetistics,  all  projecU 434-442 

Obsolescence  in  power  plant  costs 37 

Offices  built,  all  projects 43,418 

Office  of  Experiment  Stetions,  cooperation . .      246 

Office  of  fieurm  management,  cooperation 246 

Offices  of  the  Reclamation  Service 473-477 

Okanogan,  Wash. ,  population  of. 279, 410 

Okanogan  (^ountv,  wash. ,  mention  of 279 

Okanogan  projects 279-288 

allotments 458-461 

area  and  project  units 410-411 

canals,  mileage  and  capacity 405, 413 

crop  stetLstics 424-H6 

dams,  height,  lenrth,  and  volume 402,404 

electrical  ana  mechanical  engineering 380 

employees,  number 423, 478 

engineering  articles 484 

financial  stetements 286 

iuj  uries  to  employees 479 

orsanication  or  project 477 

prmcipal  contracts 374 

publicnotice 285 

purchases  of  rights  and  property 47, 369 

reservoirs,  date  on 401,413 

summary  of  results 412-423 

tunnel,  length 406 

water  power  development  proposed 40, 407 

Okanogan  Water  Users'  Association,  con- 
tract        279 

Oklahoma,  aUotments 450,461 

Indian  legislation 337 

rainfall  in 239 

secondary  projects 45 

Lawton  project 44,239 

surveys  m 44 

Oklahoma  City,  market  of 239 

Olathe,  Cok>., population  of. 95 

Olene,  Oreg.,  flow  of  Lost  River  at 251 

Omak,  Wash.,  dipping  vat  at 281 

populatk>n  and  ramlall 279,282 

Onions,  crop  stetistics 425-443 

Open  public  lands,  area  of 409 

Opened  lands  for  Irrigation 63-317 

Opening  lands  restored .  legislation. 334 

Operation  revenues  and  expenses,  finances . .       51 

Operation  and  maintenance  division 473-475 

discussed 8»^ 

Operation  and  maintenance  charge  (tee  Dis- 

cussfon  of  projects) 73-317 

Operation  and  maintenance  costs 51 

Operation  and  maintenance  date 424-456 

Oranges,  yield  of 13 

Oranges,  recrops 426-444 

Orchards,  discusston  of. 13,427-444 

Orders  and  publicnotices  (aee  Publicnotices).       46 

Oregon ,  accretions  to  reclamation  fund 457 

allotments 457-461 

Columbia  River  power  surveys 242, 379 

Central  Oregon  projects 241-242 

legislatfon 242 

litigation 354 

net  investment  to  June  30, 1914 457-464 

secondary  projects 45 

purchase  01  rights  and  property 47,368 

surveys  in 44 

Umatilla  project. 243-250 

Oregon  cooperative  work 241-242 

Oregon,  cooperation  with  Steto  of. 241-242 

financial  stetements 450,465,472 

Oregon-Califbmia  (we  Klamath  project) . . .  251-258 

Oregon  Conservation  Commission  work 246 

Oregon  Immigration  Bureau  work 246 

Oregon  Land*  Water  Co.,  contract 245 

Organisation  of  service 473-477 

Original  cost  of  works  discussed 25 

Orland ,  Cal. ,  population  of 83 

Orland,  Cal.,  project 83-88 

allotments 468-461 

area  and  project  units 408-409 

canals,  mileage  and  capacity 405,413 
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Or]and,Cal.,  crop  statistics 424-446 

dams,  height,  length,  and  volume 402, 404 

employees,  number  and  injuries. . .  423, 478, 479 

featurecosts 87-88 

engineering  articles,  list  of 482 

engineering  data 401-411 

organization  of  project 475 

principle  current  contracts 370 

purchase  of  rights  and  property 47, 361 

reservoirs,  data  on 401,413 

success  of. 44 

summary  of  results 412-423 

unit  of  Sacramento  project 84 

water-power  development  proposed 40, 407 

Orovllle,  wash.,  raihoad  built  from 283 

Osbom,  Mont. ,  raikoad  station,  Huntley 147 

Osgood ,  E.  P.,  reference  to  article  by 480 

Oso-iches,  number  and  value  on  farms 449 

Oswego,  Mont.  .Fort  Peck,  population 141 

Otis.  N.  Mex. .  Carlsbad ,  population 207 

Outlook ,  Wash. ,  population  of. 293 

Outlook  Irrigation  Dlstxict,  organized 301 

Output  of  power  plants 41 

Outstanding  checks,  deposit  account 468-469 

Overhaul,  unit  bids  on 393-394 

Overhead  expense,  all  projects 53-54 

Owens  Valley  project,  mention 45, 458-471 

Owl  Creek,  S.  Dak.,  location  of  dam  on. . . .  260. 261 

P. 

Pablo  dams,  data  on 401,402,403 

date  completed 136 

location  of 136 

work  duringthe  year 136,371 

Pablo  diviskm.Tlathead  project,  area 408 

date  irrigation  began 136 

estimate  cost,  future  work 140 

work  during  the  year 136 

Pablo  Feeder  Canal,  Flathead  data 136, 405 

Pablo  Reservoir,  location 136,401 

Pablo  Tunnel,  Flathead  project,  data. 406 

Pacific  division  organization 475 

Pacific  Engineer  and  Builder,  articles  in. . .  480-484 

Palisade,  Colo.,  division  dam  near 89-01 

population  of 89 

stream  flow  at 89 

Palomas  VaUey  unit,  area 408 

Palouse  Falls,  surveys  near 291 

Palouse  project,  operations 45,289-292 

financial  statement 450,465,472 

Palouse  River,  lands  on 290 

water  flline 291-292 

Palouse  secon<uiry  project,  mention 45 

financial  statements 459,465,472 

Park  County,  Shoshone  project 317 

Park,  Montrose.  Colo.,  leglsbition 333 

Parker,  Ariz.,  Blythe  project,  reference  to . . .       71 

Parker,  Wash.,  population  of. 293 

Parker,  Wash.,  diversion  of  water  near 294 

Pasture,  1913,  area  and  value 426-445 

Patch,  W.  W..  engineering  articles  by 484 

Pathfinder,  Wyo.,  flow  of  North  Platte 185 

Pathfinder  Dam.  North  Platte,  data 402 

date  of  complet  ion 1 86 

work  during  the  year 379 

Pathfinder  Dike,  North  Platte,  data 402 

date  of  completion 186 

Pathfinder  Reservoir,  construction  work 186 

data  about 401 

sale  of  water  from 191 

storage  in 188,450 

Pathfinder  tunnels,  engineering  data 406 

Paul,  Chas.  H.,  engineering  articles  by 482 

Paul,  Idaho,  railroad  station 113 

Paving,  quantity  lakl,  all  projects 43, 419 

Paving' unit  bids  on 394-396 

Paying  basis  of  farm,  time  required 29 

Payment  of  damages,  decisions 341-342 

Payments,  general  statements 47,48 

Payson,  uoh,  population  of. 271 

rainfcUat™.. 271 

Payson,  Utah,  power  sold  to 271 

Peach  Valley  lateral,  Unoompahgre 98 

Peaches,  crop  statistics,  all  projects 13, 425-444 

Peara,cropsl913,  all  projects 425-444 

indivldaia  prefects 101,118,300,304 
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Peas,  crops  1913,  all  projects 42&-445 

Pease,  C.  T..  work  of  in  Nebraska 183 

Pecos  Irrlgatton  Co.  canals,  date  purchased . .      207 

Pecos  River,  diversion  firom 452-454 

flow  of,  at  Carlsbad 207 

general  description ?37,268 

Pecos  River  flume,  Carlsbad  project 208 

Pecos  River  Valley  investigation «r,  i  ^ 

financial  statements 450,465,4i^ 

Pecos  Valley  in  Texas,  description 267 

Pecos  Valley  reservoirs,  table 270 

Peoria,  Ariz.,  population  of. 63 

Per  cent  of  completion  {see  discussion  proj- 
ect}   64-318 

Per  diem  in  lieu  of  subsistence,  law 33(V 

Perma,  Mont,  Flathead  project,  population. .      135 

Permissible  cost  of  irrigation 28-30 

Personnel,  allprojects 473-477 

Personnel  of  Reclamation  Service 61 

Phelps  County,  Nebr.,  survevs  In 44, 183 

PhUIea  Lake,  wash.,  water  filing 292 

Phoenix,  Aru.,  population 63 

Phones,  number  Installed 43 

Phyllis  Canal,  water  delivered  to 108 

Piegan  Flats,  Blackfeet  project 130 

Pile  drivers,  number  of.  In  service 422 

Pfles,  unit  bids  on,  round 396 

Phna  Indians,  irrigation,  legislatton 336 

Pine  Creek,  Wash.,  water  filing 292 

Pine  Grove  Canal,  estimate  of  cost 258 

Pinto  tunnel,  data. 406 

Pkmeer     district,     drainage,     construction 

work 107,378 

dates  of  work  on 106 

expenditures  proposed 112 

litigation 346 

Plpedistribution  system,  Okanogan  project.  280-281 

Pipe,  length  laid 42,417 

Pipe,  unfi  bids  on 396-397 

Plshkun  Canal,  data 405,406 

Pishkun  Reservoir,  Sun  River,  data 401, 402 

estimated  cost  of  work 173 

location  of 168 

supply  canal 168,372 

Pitt  River  project,  finances 458,472 

Platte  County,  Nebr 186 

Platte  River  reconnaissance.  Nebraska 183 

Pleasant  Valley  Creek,  Wash.,  filings 292 

Plows,  number  of,  in  service 422 

"  Pocket  nerve"  of  irrigator  effected 24 

Poe  VaDey  laterals,  KUmath  project 252 

Point  of  Rocks,  equalizing  reservoir  built. .  15^157 

storage  In,  1913 450 

Poison,  Mont. ,  flow  of  Flathead  R  iver  at ... .      135 

Poison,  Mont.,  population  of 135 

Poison  Dam  and  Reservoir,  data  on 401, 402 

Poison  division.  Flathead,  area 408 

date  irrigation  began 136 

Pompey 's  Pular.  Mont ,  population 147 

Poplar,  Mont.,  Fort  Peck,  population 141 

Poplar  River,  Fort  Peck  project,  flow  of 141 

Poplar  River  canals,  construction 142 

Poplar  River  Diversion  Dam,  data ■404 

Poplar  River  Reservoir  and  Dam,  data —  401, 402 

Poplar  River  unit,  Fort  Peck,  area 141, 408 

construction  work  during  year 142 

location  of 142 

Population  of  farms  and  in  towns  {see  "set- 
tlement" data) 66-321 

Population  of  railroad  stations  (see  discussion 

iSojects) 63-317 

Porcupine  Creek,  Fort  Peck  project 141 

Port  Neuf ,  secondary  project 45, 458, 465, 471 

Portervllle  pumping  project.  Texas 268 

Post,  R.  E.,  reference  to  article  by 484 

Post  Creek,  Flathead,  project 135,452-154 

dam,  data 404 

Post  dlvisfon,  Flathead,  area 408 

date  irrigatkm  began 136 

work  during  the  year 137 

Potatoes,  crop  statistics,  all  projects 425-443 

Potholes,  CaL,  population  of. 73 

Potlatch,  reservoir  site.  Washington  surveys .     290 

Poverty  Mesa  lateral ,  flume  on 79, 96 

PoweD,  Wyo.,  population  of 317 

Shoshone  i»>oject,  sale  of  lots 820 

Shoshane  project  headquarters 476 
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Powell  Creek  croealiu;,  estimated  cost 165 

Power,  Mont..  Sun  River  project,  population .     167 

Power,  sale  of,  to  Williston,  N.  Dak 41 

Power,  Boise  prolect,  sale  of,  on 41 

Power,  sold  to  U  tab  tovms 41 

Power  canal.  Salt  River,  completed,  dates  —       63 

engineering  data  about 404,405 

timnels.  Dalt  River,  data 406 

Power  canal,  Strawberry  Valley, data 405, 406 

Power  devekiped,  all  projects 43, 407, 418 

Power  development  oisciissed 34-41 

Power-plant  data,  all  plants 35, 40, 41 

Power  plant.  Garden  City,  data 125 

Power  pktnts  investigations.  The  Dalles 242 

Power  plants  installed,  Salt  River 64 

Power  plant,  Williston 230 

Power  plant,  Yakima  storage 206 

Power  plant  built,  all  projects 43, 418 

Power  plant,  Truckee^Jarson 109, 379 

Power  rates,  Minidoka  project 36-37 

Power  sjrstems,  cost,  all  projects 51, 09^322 

Preliminary  investigations,  all  projects,  cost.       51 

Preliminary  surveys,  date,  all  projects 63-317 

President,  proclamation  of,  Blackfeet 135 

Present  problems  in  irrigation 19 

Price  list  of  publications  of  service 3 

Price  of  land  fixed  by  Secretary 28 

Prices  of  crops,  1913 434-438 

Prices  of  land  discussed 26-28 

Priest  Rapids,  secondary  project 45 

financial  statements 450,465,472 

"Principles  of  irrigation  engineering"  refer- 
ence       480 

Private  canals  sold  water 191 

Private  lands,  area  of 409 

Private  projects. Pecos 268 

Proclamation  of  President,  Blackfeet 135 

Problems,  present,  in  irrigation 19, 34 

Products,  principal  (see  discussion  of  proj- 
ects)   63-317 

Profit  of  farm  in  Utah 31 

Projects  began,  discussion  of 15 

Prophylactic,  inocti latlon  with  typhoid 61 

Prosser,  Wash.,  population  of 293 

Prosser  division.  Yak  Ima  project  area 410 

Protection  system,  flood,  cost  all  projects  51,69-322 

Provo,  Utah,  rain&llat 271 

Prunes,  crop  statistics,  1913 425-444 

Public  lands,  area  of 409-411 

receipts  from  sale  of 47 

Public  notices,  list  of  {see  each  project  discus- 
sion)   73-817 

all  projects 357-^35© 

Public  not  ices  and  orders,  general  statement.       46 

Huntley  project 151 

Minidoka 119 

Lower  Yellowstone 178-179 

Milk  River  project 161 

North  Dakota  pumping  project 235-230 

Klamath  project 255 

North  Platte 191-192 

Okanogan 285 

Sunnyside  unit 304-309 

Tletonunlt 309-310 

Public  schools,  number  of  i»ee  "settlement 

data") 66-321 

Publications  of  service,  list 3 

Puddling  unit  bids  on 398 

Pumping  plant,  Garden  City 125 

Pumping  plant,  Himtley  project,  descrip- 
tion  148,379 

Klamath,  future 252 

I^wer  Yellowstone  proposed 176 

Minidoka  project 66-57,114,378 

Okanogan  project 280,374,380 

Gila  Valley 74 

Grand  Valley  project 80 

Pumping  plants,  Salt  River  Valley 64,69 

Williston,  N.  Dak 230 

Sunnyside 204, 300. 380 

Yuma  project 74, 378 

Pumping  plants  built,  all  projects 43, 418 

Pumping  unit  lands,  area  of 408 

Pumping  water,  cost  of 38 

Pumps,  number  of,  in  service 422 

Pumps,  efficiency  of 57 

Purchase  and  transportation   finances,   Chi- 
cago  54-55 

Purchases  of  rights  and  property 360-360 


Purchases  of  rights  and  property,  general 

statement 46 

detail  tables  by  projects 360-309 

Purchasing  oflice  of  service,  discussion....  54,55,475 
Publicatioos  of  service,  list  of 8 

R 

Rabbits,  damage  from,  UmatOla 247 

Radial  gates,  Minidoka  project,  built. .  114, 123,379 

Rafiroad  oonceasions  and  freight  rates 54-55 

Railroad  construction.  Lower  Yellowstone...      177 
Railroad  oonstruction,  Okanogan  prqiect 283 

Yuma  project 75 

Railroad  lands,  Truckee-Carson 197 

Railroad  stations  {see  discussion,  each  proj- 
ect)  63-317 

Railroad  operated  on  Boise  project 106 

Railroad  service  inaofuratea.  Okanogan 283 

Railroads  (see  discussion,  each  project) 63-317 

Railroads,  mileage  bunt 43,418 

Rainlkll,  annual  (we  discussion,  prqjects). . .  63-317 

Ralston,  Wyo.,  population  oL 317 

Ralston  Reserve  j^,  data  on 401,403 

tunnel,  data 406 

Ramsey  lateral.  Boise  work  on 107 

Rates  f or  electricpower,  Minidoka 36-37 

Ravalli,  Mont.,  Flathead,  population 135 

Real  estate,  cost  of ,  all  prefects 51,60-322 

Receipts,  allotmonts,  and  mvestments 457-467 

general  statement 47,48 

Reclamation  act,  appendix 325-328 

effect  of  discussed 18 

Reclamation  commission,  organization 473-474 

Reclamation  deposit  account,  finances 468-460 

Reclamatk>n  extenskm  act,  legislation 28^46 

appendix 328-333 

Reclamation  Fund,  amount 48,457,460  462 

Reclamatkm  organization 473-477 

Reclamation  Record,  price  of  subscription ...         3 
Reconnoissance,  date  begun  (<ee discussion).  63-317 

Reconnoissance  in  Nebraska. 183 

Red  Bluff,  ral.,draiing  at 81 

Red  Bluff,  N.  Mex.,  reservofr  site 2G9, 270 

Red  River,  secondary  project,  mention 45 

financial  statements 459,465,472 

Red  Wfllow  Creek,  North  Platte  project 

Reeves  County,  Tex.,  projects 268 

Relinquishments,  number,  each  project 77-321 

Rental  contracts  area,  land  under 41 

Reno,  Nev.,  location  of  diversion  dam,  below.      198 

Repayments  to  Reclamation  Fund 19, 52 

Reports,  annual,  list  and  price 3 

Republican  River,  Nebr. ,  mention  of  lands  on     183 
Reserves,  assets,  liabilities,  all  projects 48-51 

each  project 68-322 

Reservoir  No.  1  (see  Lake  Alice) 186,401 

Reservofr  No.  2,  North  Platte  project,  capac- 
ity of 186 

Reservofr  No.  3  (see  Lake  Minatare).  data. .  186,401 
Reservofr  capacity  available,  aU  projects —  41, 413 

Reservofr  sites,  Pecos  Valley 270 

Reservoirs,  data  projects  on  completion 401 

Residence,  homestead  assignees,  decisions ...     341 

Residences  built,  all  projects 43, 418 

Restored  lands  opened,  low 324 

Results,  summary  of,  all  projects 41. 412 

Revais  Creek,  power  plant  data 40, 407 

Revenues  and  expense,  finances,  operation  .51, 466 
Revenues  from  each  prefect  {see  prefects). 

Revenues  from  rentafa,  finances 466 

Revolving  fund ,  discussion  of. 19 

Richland  County,  Mont 175 

R  ieblinff,  Mont. ,  railroad  station ,  Sun  River.      167 

Right  or  way  over  lands,  decteion 340, 341 

Rights  and  property,  purchases  of 46,360 

Rincon,  N.  Mex^  population  of. 219 

Rincon  Valley,  Rio  Orande,  frrigation 220, 408 

surveys  in 221 

Rk)  Grande,  diversion  from. 452-454 

flow  of,  at  San  Marcial 219 

surve3rs  of  headwaters 44 

Rio  Grande  dam  appro^Iation 48,467 

Rio  Grande  Junction  Railway  Co.,  use  of 

land 91 

Rio  Grande  project 21^-228 

allotments 458-461 

area  and  project  units 408-409 

canals,  mileage  and  capacity 405,413 
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Bio  Grande  project,  crop  statistics 424-446 

dams,  height,  length, and  volume 402, 404 

electrical  andl  mechanical  engineering ...     379 

employees,  number  of 423,478 

engineering  articles,  list  of 483 

financial  statements 224-228 

injuries  to  employees 479 

litigation 353-3S4 

organization  of  project 475 

prmcipal  contracts 373 

purchases  of  rights  and  property 47 

reservoirs,  data  on 401,413 

summary  of  results 412-423 

water  and  steam-power  developmen  t . . .      35. 

40,41,4OT 

Riprap,  quantity  placed,  all  projects 43, 419 

unit  bids  on 398 

River-front  protection,  Colorado  River 74 

River  Portal,  flow  of,  Gunnison  River  at 95 

Riverside,  wash.,  population  of 279 

land  irrigated  near 280 

Riverside  Canal,  Boise  project,  water  to 106 

Riverton  reservoir  site,  Texas 270 

Road  construction,  Nevada 200 

Roads,  mileage  built 43 

Roads  and  bridges,  cost  of,  all  projects. . .  51, 6»-322 
Robinson  Flat  pumping  plant,  Okanogan . . .    280. 

288,380 

Robinson  tunnel,  Salt  River  data. 406 

Rock,  material  excavated 43, 419 

unit  bids  on  excavating. 388-389 

Rock  Creek,  Wash.,  water  filings 292 

Rock  crushers,  number  of,  in  service 422 

Rock  Lake,  Wash.,  surveys  and  filings 290, 292 

Rolling  Dam,  BoLse  project  installed 107 

Rockml,  volume  in  dams  built 41 

Rollers,  number  in  service 422 

Rolling  Dam,  engineering  article  about 482 

Rolling  Dam,  Grand  Valley 90 

Ronan,  Mont,  population  of 135 

Roosevelt,  flow  of^Salt  River  at 63 

Roosevelt-Mesa  transmission  line 378 

Roosevelt-Miami  transmission  line,  contract .     378 
Roosevelt  Dam,  dates  completed  and  dedi- 
cated        64 

height,  volume,  etc 402 

raising  spillways,  plans  for 64 

valves,  repairs  to 378 

Roosevelt  gauging  station,  flow  at 63 

Roosevelt  power  plant,  Salt  River  project. . .  64, 69 

engineering  data 40, 41, 407 

Roosevelt  Reservoir,  storage  in 05,450 

engineering  data  about 401 

Roosevelt  Tunnels,  length 406 

Roswell,  N.  Mex.,  Hondo  project,  population.      215 

Rotation  system  on  Flathead  project 137 

North  Platte  project 188 

Okanogan  project 281 

Shoshone  project 320 

Tietonunit 302 

Run-off,  annual,  in  acre-feet 63-317 

Rupert,  Idaho,  population  of 113 

Russians  on  Klamath  project 254 

Rye,  crop  statistics,  all  projects 424r442 

S. 

Sacaton,  legislation  for  irrigation  at 336 

Saco,  Mont.,  Milk  River,  population 155 

Sacramento  River,  proposea  control 81 

Sacramento  Vallev,  Orland  a  unit  of 44, 84 

project,  mention 45,458-471 

surveys  in 44 

Si.  Ignatius,  Mont. ,  population  of 135 

St.  Louis,  market  of: 239 

.St.  Mary  Canal,  data. 405 

description  of. 156 

work  on,  during  year 156-158 

St.  Mary  Feeder  Canal,  data. 405 

St.  Mary  Lakes,  Milk  River  project 155 

engineering  data  about 401,402 

St.  Mary  R 1  ver,  flow  of,  at  Babb,  Mont 155 

eroding,  work  on 158 

St.  Mary  storage  unit,  date  construction 156 

financial  statements 164-165 

litigation 351 

principal  contracts 372 

summary  of  results 413-423 
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St.  Marsrs  Lake,  Dam,  and  Reservoir  data. . .    401. 

402,406 

Sale  of  commercial  power 35-41,58 

Sale  of  commercial  power,  Williston,  N .  Dak .     232 

Sale  of  water.  North  Platte 171 

Salem,  Utah,  power  sold  to 39,272 

Salem  Canal  Co.,  Utah,  action  of. 276 

Salem  Creek,  Okanogan  project,  run-off 279, 281 

Salmon  Creek,  diversion  dam,  data 404 

power  plant  proposed 40 

Salmon  Ltuce,  Olranogan  data 401,403 

diversion  from 452-454 

storage  in 450-451 

work  during  the  year 280 

Salt  River,  diversion  at 452-454 

fiow  of,  at  Roosevelt 63 

Salt  River  project,  Arixona * . . . .  63-70 

allotments 457-460 

area  and  project  units 408-409 

canals,  mileage  and  capacity 405, 413 

crop  statistics 424-446 

dams,  height,  length,  and  volume 402, 404 

electrical  and  mechanical  engineering —      378 

employees,  number 423, 478 

engineering  articles 481 

engineering  data,  projects  on  completion .    401- 

Glla  Indian  Reservation,  legislation 336 

Increase  in  cost  of  project  discussed 25 

litigation 342 

organization  of  project 475 

prmcipal  contracts 370 

purchases  of  rights  and  property 47, 360 

reservoirs,  data  on 401 ,  413 

summary  of  results 412-423 

tunnels,  number  and  length 406, 413 

water-power  development 35, 40, 41 ,  407 

Salt  River  valley  Canal,  date  purchased 63 

operation  of,  noted 65 

San  Carlos,  appropriation  for,  legislation 336 

secondary  project,  mention 45, 457-465 

San  Francisco  Canal,  operat ion  of. 65 

San  Francisco  pumping  plant,  Arizona,  com- 
pleted date 64 

San  Joaquin  secondary  project,  mention 45 

financial  statements 458,471 

San  Luis  Valley  .surveys  in 44 

San  Marclal,  N.  Mex.,  flow  of  Rio  Grande ...     219 

San  Pedro,  secondary  project,  mention 45 

financial  statements 457-464 

Sand  cement  manufactured 43,419 

Boise  project,  operations 107, 419 

Rio  Grande  project 220,373,419 

Truckee-Carson  project 419 

Sand  Hollow  lateral  surveys  cost 258, 419 

Sand  Lake  reservoir  site,  Texas 270 

Sanders  County,  Mont. ,  mention  of. 135 

Santaguin,  Utah,  mass  meetmg  at 276 

Savage,  N.  H . ,  engbieering  articles  by 483 

Savage,  Mont.,  population  of 175 

Savoy,  Mont. ,  Milk  River,  population 155 

Saw  mill  operations,  Boise 106 

MIllRfver 158 

Lake  Kachess 296 

Saving  by  Government  construction 28 

Schools,  number  on  projects  {see  Settlement 

data). - 66-321 

Scoop  wheel,  Minidoka 378 

Scotts  Bluff,  County,  Nebr 185 

Scott's  Bluff,  Nebr. ,  popcdatlon 185 

Scottsdale,  Ariz. ,  population  of 63 

Scrapers,  number  of,  in  servtee 422 

Second  unit  laterals,  Klamath  project 252 

Secondary  projects,  and  finances 45, 457-472 

Secretary  of  the  Interior,  decisions  of 46,339 

Secretary  of  the  Interior,  organization 474 

Secretary  of  the  Interior,  orders  begin  work 

(ate  Dfecussion  projects) 63-317 

Seed  crops,  statistics  of,  all  projects 426-441 

Seepage  areas  (see  Drahiage). 

Seepage  and  evaporation  losses,  articles 480-481 

Seepage  conditions,  general 20-24 

Selig  canal,  Uncompahgre  water  for 99 

tuimels  on,  data 406 

work  on  during  year 96,98,370 

Sellew,  F.  L.,  organization 73,475 

Settlement  (see  Each  project  discussion) 66-320 

Settlement  data,  tables  {see  Each  project) . . .  66-321 
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Settlement  requirement,  decision 341 

SevUle,  Mont. ,  railroad  station,  Blackfeet. ...      129 

Shavano  lateral ,  Uncompahgre  work  on 98 

Sheep,  number  and  value  on  farms 448 

Sheep  Creek  Ditch  outlet,  North  Platte 187 

Sheridan  County  .Fort  Peck  prolect 141 

Sherburne  Lakes  Reservoir  and  Dam,  data. .  401, 402 

location  of  and  work. 156,158,379 

Sherman,  J.  R. ,  reference  to  arttole  bv 484 

Shipping  office,  Chicago,  discussion  or 54-65 

Shosnone  Dam,  Shoshone  project,  data 403 

date  completed 318 

electrical  engineering 380 

engineering  artteles  about 484 

location  ofT. 318 

work  at,  during  the  year 380 

8ho8honej)roject 317-^24 

allotments 458-461 

area  and  project  units 410-411,412 

canals,  mileage  and  capacity 406,413 

crop  statistics,  all  projects 321, 424-446 

dams,  height,  lenrth  and  volume 403, 404 

electrical  and  mechanical  enghieering —     380 

employees,  number  of 423,478 

engineering  articles,  list  of 484 

financial  statements 322-324 

Indian  legislation 330 

litigation,  Sho6h<me  Dam  contract. 367 

operation  and  maintenance,  summary ...     424 

organisation  of  project 476 

purchase  of  rights  and  property 47,360 

reservoirs,  data  om 401.413 

summary  of  results 412-423 

tunnels,  number,  and  length 406,413 

Shoshone  Reservoir,  data  on 401-460 

Shoshone  Reservation,  legislation 330 

Shoshone  River,  flow  at,  near  Cody 317 

water  diversion. 452^154 

Shoshone  Road,  tunnels,  data 406 

Shook  Lake  reservoir  site,  Texas. 270 

Sidney,  Mont.,  Lower  YeUowstone,  popula- 
tion..      176 

Sierra  County,  N.  Hex. ,  mention  of 219 

Silt  damage,  Shoshone,  cost 324 

Silt  in  Rio  Orande,  reference  to  article  on —     484 

SUUng  plant.  Mhiidoka  project. 115 

Simms,  Mont.,  Sun  River,  population 167 

Sioux  County,  North  Platte  project. 185 

Siskiyou  County,  Klamath  project 251 

Sixih  Water  Canyon,  Utah,  survey  of 273 

Sleighs  and  sleds,  number  in  service 422 

Small  fruit  crops,  1913,  data 425-444 

Smoke  Creek,  Fort  Peck  project 141 

Smoke  Creek  dam  and  reservoir,  data 401, 402 

Snake  River,  flow  of,  at  stations 113 

water  diversion 452-454 

Snake  River  power  plant,  data 35, 40, 41 

Snipes  Mountain  lateral,  Yakima,  work 296, 380 

Snipes  Mountahi  irrigation  district 300-301 

Socorro  County,  N.  Mex.,  mention  of 219 

Soda  Lake,  Nov. ,  lands,  litigation 353 

Soil, character  of  (»ee  Discussion  of  projects).  .63-317 

Soil ,  examinations,  Umatilla  project 246 

Soil  fortuity,  increase  of. 20 

Soil  examinations,  Palouse  project 291 

Somerton  tuneout,  Ariz,  work  at 74 

Sorenson  Flats  drainage,  South  Dakota 261 

Sor^um,  crop  statistics,  allprojects 424-442 

Source  of  water  supply  (mc  Discussion) 63^17 

South  Branch  Canal,  Klamath,  completed. . .     251 

South  Canal,  Belle  Fourche.  location 260 

South  Canal,  Orland  project,  data 405 

South  Canal,  Salt  River  project,  dates 64, 60 

engineering  data ^     405 

qperationof,  noted 65 

South  Canal,  Uncompahgre  project,  area  irri- 
gated        99 

^dataabout 405 

repairs  during  year: 96,97 

tunnel^,  data 406 

South  Canal  head  works,  Orland  project 84 

South  consolidated  power  plant,  construction 

at 65 

data. 40 

rated  capacity  and  output 41 

turbines  and  norsepower 407 

South  Dakota,  accretions,  reclamation  fund . .     457 

allotments 458-461 

Bene  Fourche  project. 259-266 
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South  Dakota,  net  investment  to  June  30. .  457-464 

principal  oontiacts 374 

purchase  of  rights  and  property 47,368 

surveys  in 45 

South  Platte,  project,  mention 45,458,465,472 

South  Side  pumping  unit,  Minidoka 114 

South  Pablo  Dam  completed 136 

Southern  division,  organisation 475 

South  Gila  Valley  unit,  Yuma 76 

Spanish  Fork,  Utah,  populatlDn. 271 

flow  of ,  at  Spanfan  Fork 271 

power  sold  to 272 

Spanish  Fork  Diversion  Dam,  data 272, 404 

Spanish  Fork  power  plant. 36,40,41,272,407 

Speedy  completion  projects  essential 16 

SjMCuIative  noldings.  aiscuasion  of 19 

Speculators  in  land,  discussion  of 19,2& 

Specifications,  cement,  reference  to 60,61 

formal,  unit  prices  under 5ft 

Spider  Coulee  flume,  estimated  cost 168 

Spillways,  automatic,  TIetcn 801 

SpIUways,  data  about,  all  projects 401 

Spring  Creek.  Cok>.,  work  near 98,343 

Spring  Lake  Reservoir,  Blackfeet,  data. ...  401, 402 

mention  of  lands  near 130 

Spring  Valley  unit.  Sun  River  area 408^ 

estimated  cost  of  work. 173 

Sprtaigvflle,  Utah,  population  of 271 

power  delivery  to.  spedflcatloDS 279 

Sprmklers,  number  of.  m  service 422 

Sprole,  Mont.,  railroad  station 141 

Squaw  Creek,  Wash.,  water  fllings. 292 

State  agricultural  colleges,  cooperation  with. .       3a 

State  court  costs,  decisions 342 

State  fanmloation  kiws,  effect  of  discussed. . .        IS 

State  Line  Reservoir,  wash.,  surveys 20O 

State  lands,  area  of 409 

State  engineer,  Idaho,  cooperation 115 

Nebraska,  cooperation  with 188 

Statistical  divteion,  Washington 478 

Statistician,  office  of. 474 

Status  of  lands  opened  (see  discussions) 73-317 

Steam  power  developed 43 

Steam  shovels,  number  of.  hi  service 422 

Steel  reinforcing,  unit  bids  on 39 

Steeple,  tunnels,  length. 406 

Staiwater  district,  Nevada  irrl0&tion 209 

Stock  and  equipment  on  farms 447-449 

Stock,  capital  hanks  of  projects 66-321 

Stone,  tests  of  Denver  office 60 

Stony  Creek,  Cal.,  flow  of. 83 

water  diversions 452-4M 

Stony  Gorge  Reservoir  site,  CaL,  reference 

to 84 

Stonyford  Reservoir  site,  Cal.,  mention  of —       84 

Storagewater 450,451 

Storage  dams,  volume  and  data 402,413 

Storage  rights,  sale  of.  North  Platte  project. .      191 

Storage  works,  cost  of  aD  projects 51,60-322 

Storey  County,  Nev 197 

Strawberry  Dam ,  data 408 

dates  begun  and  completed 271 

work  during  the  year 272 

Strawberry  Reserved,  data  about^ 401 

date  storase  was  begun 271 

Strawberry  River.flowof 271 

Strawberry  Tunnel,  data  about. 406 

dates  work  on 271 

work  on,  during  year 272-273 

Strawberry  Valley  project 271-27S 

aUotments 458-461 

area  and  project  units 410-411 

canals,  mileage  and  capacity 405,413 

crop  stotlstics 424-445 

dams,  height,  length,  and  volume 403, 404 

electrical  and  mechanioal  engineering..  379-380 

employees,  number 423,478 

engineering  articles,  list  of 484 

financial  statements 277,278 

organisation  of  project 475 

purchases  of  rights  and  property 47 

reservoirs,  data  on. 401,413 

summary  of  results 412-128 

tunnels,  number  and  length 406,413 

water-power  development 35, 40, 41, 407 

Strawberry  Valley  Water  Users' Asso 273-276 

Stream  measurements,  Washington 291 

Stream  measurements,  Utah 273 

Stream  measurements,  U.  S.  O.  S 44, 191, 193 

Structureson  canals,  number  built 42 
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Sturgis,  S.  I>ak.,  populatton  of 259 

Subdivision  of  large  land  holdings 19 

Subdivision  farm  unit,  cost  of 51 

Subsistence,  per  diem  in  lieu  of,  legislation ...     336 

Success,  factors  for,  of  irrigation 18 

Success  of  farmers,  discussion  of 5, 30-33 

Success  of  service,  essential  to  complete  proj- 
ects        16 

Sugar-beet  crop,  all  projects,  discussion . .  14, 426-445 

Shoshone...... :..rr. 321 

Sulphur  Creek  vasteway,  Yakima  project 

buflt 294 

Summary  of  results,  all  projects 41, 412 

Sun  River,  flow  of,  at  Augusta 167 

diversion  from. 462-454 

Sun  River  Diversion  Dam,  data  about 404 

work  on,  for  year 168 

Sun  River  project 167-173 

allotments. 458-461 

area  and  project  units 408-409 

canals,  mileage  and  capacity 405,413 

crop  statistics 424-446 

dams,  height,  length,  and  volume 402, 404 

electrical  and  medianical  engineering 379 

employees,  number  and  injuries 423, 478 

engineering  articles,  list  of 483 

financial  statements 171-173 

operations 167-173 

organiiatton  of  project 476 

prmclpal  contracts 372 

pordiases  of  rights  and  property 47,366 

reservoirs,  data  on 401,413 

summary  of  results 412-423 

tmmels,  number  and  length 406,413 

Son  River  8k>pe  Canal,  data 405 

Sun  River  Slope  unit,  area 403 

Sun  River  Storage  Reservoir,  data 401, 402 

kxaUonof 168 

tunnel,  length 406 

work  on 168 

Suimyside.  Wash.,  population  of 293 

rainl!allat 293 

Smmyside  Canal.  Yakima,  area  under  canal .     297 

dataabout 405 

date  purchased 294 

enlargement  completed 294 

operation  of 297 

work  on  during  year 297 

SmmysideDiversionDam,  Yakima,  data...     404 

location  of  diversion 294 

Scmnysideunit 293-316 

allotments 459-461 

area  andproject  units 410-411 

Benton  City  extension 300 

canals,  mileage  and  capacity 405,413 

construction  during  year 297 

crop  statistics 300,424-446 

dams,  height,  length,  and  volume 404 

'  electrical  and  medianical  work 380 

employees,  number  and  injuries . . .  423, 478-479 

financial  statements 31 2 

litigation 356 

location  of 294 

organization  of  project 477 

operation  and  maintenance 297 

publicnotices 304-310 

pumping  plants 300,316 

reservoirs,  data  on 401,413 

settlement 298 

summary  of  results 412-423 

water-power  development  proposed 40, 407 

Supervisor  of  irrigation,  office  of 473,475 

work  of 33 

Supervising  engineers,  list  of. 475-477 

Supplementary  storage,  North  Platte  proj- 

Bargi&on  General  of  Army,  cooperation  of 61 

Surveys  besun  (see  discussion  of  projects). . .  63-317 

Surveys.  Biackfeet  project 130 

Minidoka  project 116 

Oregon  projects 241-242 

Palouseproject 290-292 

Platte  River 183 

Rio  Grande  project 221 

Strawberry  Valley  project 273 

Surveysandexaminations.  various  States...  44-45 

Swanton,  W.  I.,  reference  io  articles  by 481 ,  482 

Sweetwater  River,  Pathfinder  Dam  near. .  186,191 

Swift  Current  Creek.  Milk  River  project 155 

diversion  dam,  data 165,404 
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Tables: 

Acreage  cropped  and  irrigated,  1913 424-127 

Acreage  cropped  and  value  of  crops,  1913 .         8 

Acreage  cropped,  by  crops,  1913 10 

Acreage  irrigated,  by  years,  1906-1913 7 

Acr?ac;e  under  contract,  1914 412 

AlfaUa  and  grain  crops  oompaured 12 

AUalfa  crop,  value  per  acre.  United  States       11 
AlHalfa  crop  yields,  per  acre.  United  States       12 
Allotments  and  investments,  by  States. .      457 
Allotments  and  investments,  by  proj- 
ects   457-159 

Annual  reports.  Reclamation  Service 8 

Area  of  projects,  units  and  lands 40^-411 

Assets,  liabilities,  and  all  projects 49-51 

Assets,  liabilities,  each  project  (see  dis- 
cussion ) 68-322 

Assets,  liabilities,  secondary  projects 471 

Bids  and  contract  prices 381-400 

Canals,  name,  capacity,  mileage 405 

Cement  contracts  and  prices 374 

Cement  purchases  under  contract 375 

Cement  tested  and  accepted,  1906-1914. . .  59 
Cement  tested,  pureness,  tensile,  etc. . .  376-377 

Checks,  outstanding  of  bidders 468 

Collections  of  cash,  all  sources 466 

Collection  of  water-right  diarges 467 

Collection  vouchers,  all  projects 463 

Construction  summary,  all  projects 41-43 

Construction  summary,  eacn  project. . .  413-419 
Cost  of  contemplated  works,  ail  projects. .  53 
Cost  of  contemplated  works,  each  project.  09-324 

Contracts,  principal  cement 370-^74 

Crop  prices,  1913,  each  project 435436 

Crop  report,  detail,  eaoi  project  {see  dis- 
cussion)   67-321 

Crop  values,  total,  1913 441-446 

Crop  values,  per  acre,  1913 437-440 

Crop  yields,  per  acre,  1913 428-430 

Crop  yields,  total,  1913 431-433 

Dams,  diversion,  engineering  data 404 

Dams,  storage,  engineering  data 402-403 

Disbursement  vouchers,  all  projects 463 

Employees,  average  and  maximum  force .      423 

Employees,  number,  June,  1914 478 

Equipment  summary 420-422 

Freight  and  express  charges,  1906-1914 ...       55 

Feature  costs,  all  projects 51 

Feature  costs,  eacn  project 69-323 

General  expense,  1902-1913 54 

Historical  Review,  area  and  water 66-320 

Injuries  to  employees  and  compensation .  479 
Operating  revenues  and  expenses,  all 

projects 51 

Operating  revenues  and  expenses,  each 

project 80-324 

Palouse  reservoir  surveys 290 

Pecos  Valley,  private  projects 268 

Pecos  Valley,  reservoir  sites 270 

Power  development  proposed 40, 407 

Power  plants,  capacity  and  output 35 

Power  plants,  cost  and  receipts 41 

Power  rates,  Minidoka  project 36 

Power  sales.  North  Dakota  pumping 232 

Receipts  and  payments,  cash,  1914 48 

Receipts  from  sale  lands,  etc 457 

Receipts  to  reclamation  fund 460 

Reclamation  deposit  account 468 

Reclamation  fund  account 462 

Reservoirs,  engineering  data 401 

Rights  and  property,  all  projects 47 

Rights  and  property,  detail  for  year. . .  360-369 

Rio  Grande  dam  fund 467 

Savings  by  Government  forces 26 

Secondary  project  costs 471 

Seepage  areas,  Shoshone  project 319 

Settlement  data  (see  discussion) 66-321 

Stock  and  equipment  on  farms 447-449 

Transfer  vouchers  approved 463 

Treasury  Department  balances 462 

Tunnels,  name  and  length 406 

Typhoid  inoculations  and  reactions 61 

Voucher  transactions,  primary  projects . .  464 
VouchertransactionSfSecondairy  projects.  466 
Voucher  transactions,  Indian  projects ...      466 

Voucher  transactions,  all  projects 466 

Washington  office  accounts 470 

Washineton,  distribution,  1913 455-456 

Water  diversions,  1913 452-454 

Water  storage,  1913 450-461 
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Tahoe,  Cal.,  flow  of  Truckee  River  at 197 

Tahoe  Reservoir,  data  about 198 

Taxes,  ^neral  mention  of 37,33 

Taylor  Park  Dam,  engineering  data 401, 402 

surveys  at 96 

TechnicalDivision,  Washington 473 

Teed  lateral,  Boise,  oonstructfcm  on 107 

Tehama  County,  Cal.,  mention  of 83 

Telephone  lines,  cost,  all  projects 61, 09-322 

Telephones,  mileage  built. 43,418 

Tempe,  Ariz.,  population  of 03 

Tampico,  Mont. ,  irrigation  near 150 

Tempe  Canal ,  Salt  River,  operation  of 66 

Tenant    fEumers,    number    («ec   settlement 

data) 60-321 

Temperature,  range  of  (see  discussion  proj- 
ects)  «3-517 

Terrapootta  culverts  and  pipe  laid 42, 410, 417 

Tests  of  cement,  description 68-01,370 

Tests  of  tile  drains 90 

Teton  County,  Blackfeet,  mention 129 

Milk  River  project,  mention 166 

Sun  River  project .  mention 167 

Texas,  allotments,  reclamation  fund 467. 

459,406,472 
net  investment  to  June  30, 1914. ...  459, 406, 472 

Pecos  Valley  investigation 207-270 

reclamation  act  extended  to 219 

Rio  Grande  project 219-228 

surveys  in 46 

Texas  Valley,  irrigation  in,  discussed 209, 270 

The  Dalles,  Oreg.,  surveys  at 46,242 

Thorp,  Wash./population  of 293 

Thorn  Creek,  Wash.,  water  filings 292 

Three  Forks,  Utah,  surveys  near 273 

Three  Mile  Falls  Dam,  bids  opened 246, 373 

data,  engineering 404 

Tieton  Diversion  Dam,  Yakima,  data 404 

date  completed 294 

diversion  water  at 462-454 

Tieton  Main  Canal,  Yakfana,  data 294, 406 

Tieton  River  storage  surveys,  Yakima 301 

Tieton  unit,  Yakima 293-310 

allotments 459H01 

area  and  project  units 410-411 

canals,  mileage  and  capacity 405, 413 

construction  during  year 301-302 

crop  statistics 304,424 

dams,  height,  length,  and  volume 404, 413 

data,  operations  and  feature  costs 293-310 

employees,  number  and  injuries . . .  423, 478, 479 

engineering  articles,  list  of 484 

financial  statements 314 

location  of 294 

organization  of  project 477 

operation  of 302 

principal  contracts 374 

public  notices 309 

purchases  of  rights  and  property 369 

reservoirs,  data  on 401, 413 

settlement 303 

summary  of  results 412-423 

tunnels,  number  and  length 400 

water-power  development  proposed 40, 407 

Tfle  drains,  Shoshone  project,  work  on 318 

Uncompabgre  Valley 90 

Tfle  pipe,  feet  laid 417 

Time  required  to  improve  farm 29 

Timothy,  average  yield  per  acre 11 

ToUeson,  Aria. ,  town,  Salt  River  project 03 

Tonto  Creekjlocation  Roosevelt  Dam  on 64 

Toppenish,  wash. ,  population 293 

Tonrington,  Wyo. ,  population 185 

Towns,  number  of  (»ee  "settlement  data"). .  00-321 

Towns,  population  of 03-317 

Toy  ah.  Lake,  reservoir  site,  Texas 270 

Townships  {see  discussion  each  project) 03-317 

Town  sites,  funds,  finances 48,401-402 

Traction  engines,  number  of,  in  service 422 

TraU  Creek,  tunnel,  length 400 

TraU  Hollow  Diversion  Canal,  Utah 272 

Transfer  vouchers,  amount  of. 48 

Transfers,  collections,  disbursements 403-400 

Transformation  of  electric  current,  costs 38 

Transmission  lines  built,  mileage 43, 418 

Transmission  lines  built,  Minidoka 04, 115 

Transmission  line  to  Roosevelt  rebuOt,  dato, 
mfleage 418 


Transmisskm  lines  removed,  Strswbefry 273 

Transmisskm  lines.  Sun  River  project 168 

Transmittal,  letters  of 3 

Transportation  agent,  office  of 475 

Transportation  and  purchases,  Chicago 54-55 

refunds 466 

Treasury  Department,  balances,  tables 461^62 

fiscal  alfatrs  and 47,461 

Treaty  with  Great  Britain,  St  Mary  stor- 
age       156 

Treaty  with  Mexico,  regard  Rk>  Grande 219 

Trenton,  N.  Dak.,  population 229 

Trenton  Flat,  area 408 

Trt-State  Canal,  drainage  to 187 

Trockee-Canal.  data  about 405 

dato  completed 15» 

roads  built  along 200 

work  of  cleaning 201 

Truckee  Canal  Chute,  completed 198 

Truck,  crop  statistics,  all  projects 425-443 

Truckee-Carson  project 197-206 

aUotments 458-461 

area  and  project  units 408-400 

canals,  mileage  and  capacity 406,413 

crop  statistics 424-446 

dams,  height,  length,  and  volume 402,404 

data,  operattons  and  feature  costs 197-206 

electrical  and  mechanical  engineering. . . .     379 

employees,  number 423,478 

engineering  articles,  list  of 4.S3 

financial  statements 204-206 

injuries  to  employees ~ 479 

Utigation 353 

onsmization  of  project 475 

prmcipal  contiacts 373 

purclmses  of  rights  and  property 47,367 

reservoirs,  data  on. 401, 4 13 

summary  of  results 412-423 

surveys  for  extension 44 

tunnels,  number  and  leni^th 406,413 

water-power  development 35, 40, 41, 407 

Truckee  River,  flow  at  Tahoe 197 

Truckee  River  Diversion  Dam 198-404 

General  Electric  Co.,  work 198,353 

Tub  Sprmgs  drain  outlet,  North  Platte 187 

Tule  Lake,  Klamath,  evapoiatfon  from 2R2 

Tule  Lake  reclamation,  Klamath,  cost  of 258 

Tule  Lake  unit,  status  of 252,408 

Tumalo  project,  Oregon,  mention 241 

Tunnel  construction.  Grand  Valley 90 

Tunnel  No.  1,  Grand  Valley  project,  data. .  90,406 

work  on 90 

Tunnel  No.  2,  Grand  VaUey  project,  data. . .     406 

Tunnels,  number  and  lengm  oullt 42, 413 

number  for  completed  work 406 

units  bid  on 400 

Turkeys,  number  and  value,  farms 449 

Twentv-vear  extension,  discussion  of 14 

Twin  Falls  Canal  Co.  jnentfen  of 115 

Twin  Reservoir  and  Dam,  Flathead,  data.401, 402 

Two  Medlchie  Creek,  flow  of,  at  FamJly 129 

Two  Medicine diversbn  dam^data 404 

Two  Medicine  Canal  system,  Blackfeet 405 

Two  Medicine  Lake  dam,  data  about 402, 404 

dates  construction 129 

litigation,  land 350 

work  done  to  date 130 

Two  Medicine  Reservoir,  data 401 

Two  Medicine  unit,  Blackfeet,  area 130,408 

date  construction  began 129 

Typhoid,  inoculation  to  prevent 61 

U. 

Uhita  County,  Wyo.,  mention  of 113 

Uinta  Indians,  legislation 338 

Umatilla,  Oreg. ,  population  of 243 

Umatilla  County,  Oreg.,  mention 243 

Umatilla  Diversion  Dam,  data 404 

date  of,  built 243 

UmatiUa  drains,  excavation  of 244 

Umatilla  project 243-250 

allotments 459-46! 

area  and  project  units 408-409 

canals,  mileage  and  capacit v 405, 413 

crop  statistics 424-446 

dams,  height,  length,  and  volume 402,404 

employees,  number  of 423,478 
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Umatilla  project,  engjboeet  artides,  Ust  of —     484 

financial  statements 248-250 

injuries  to 479 

Utigatlon 364 

organlration  of  project 475 

prmcipal  contracts 373 

pmt!haseB  of  rights  and  property 47,368 

reservoirs,  data  on. 401,413 

snmmary  of  results 412-423 

tunnel,  lengtb 406,413 

water  diversion 452-454 

water-power  development  proposed 40,407 

Umatilla  River  flow  of.  at  Yoakum 243,364 

Unoompabgre  Indians,  legislation 838 

Uncompahgre  River,  Colo. ,  flow  of 05 

water  diversion 462-464 

Uncompahgre  River  Divenion  Dam,  data. . .      404 

Uncompahgre  Valley  project 05-104 

allotments 458-461 

area  and  project  units 408,409 

canals,  mileage  and  capacity 405,413 

crop  statistics 424-446 

dams,  height,  length,  and  volume 402-4. 4 

engineering  articles,  list  of 482 

financial  statements 102-104 

legislation 833 

litfeitlon 342-345 

orsan  Izat ion  of  prqject 476 

praicipal  contracts 370 

purchases  of  rights  and  property 47, 361 

reservoirs,  data  on 401 ,  413 

summary  of  results 412-123 

tunnels,  number  and  length 406, 413 

water-power  development  proposed 40, 407 

Underground  water,  Garden  City 125 

Underground  water,  pumping.  Salt  R i ver ...       64 

Unearned  increment  of  value  discussed 26-28 

Union  Creek,  Wash^  water  filings 292 

Union  Gap,  flow  of  Yakima  River  at 293 

Unit  prices  under  formal  specifications. .  58, 381-400 
United  States  Reclamation  Commission. . .  473,474 
Upham's  culvert.  Milk  River,  estimate  of 

cost 165 

Upper  Deer  Flat  embankment,  data 402 

date  completed 105 

Upper  Klamath  Lake,  data  about 401 

location  of 252 

water  diversion 462-454 

water  supply  of. 251 

Upper  Peoples  Creek  Dike,  Montana,  work..      157 

Urton  Lake  project,  mention 45, 458, 465, 472 

Use  Book,  preparation  of 34 

Utah,  accretions  to  reclamation  fund 457 

aUotments 457-464 

example  of  farm  profits  in 31 

Indian  legislation 338 

net  Investment  to  June  30, 1913 457-461 

purchases  of  rights  and  property 47 

secondary  projects 45 

Strawberry  Valley  project 271-278 

Utah  County,  Strawberry  Valley  prq)ect 271 

Utah  Lake,  secondary  project,  mention 46 

financial  statements 459,465,472 

Utah  Lake,  watering  of  lands  near 272 

Ute  Indians,  legislation  for 338 

V. 

Vale,  S.  Dak.,  Belle  Fourche  lands  near ...  261,368 

Valley  County,  Milk  River  pr^ect 155 

Valley  County,  Fort  Peck  prqject 141 

Valley  Creek,  Flathead  project 135 

Valley  View  district,  Flathead,  location 136 

Values  of  crops,  1913,  data 437-446 

Vandalia  Dam ,  Milk  River  prefect,  data 404 

cost  of  future  work 163 

work  on ,  during  year 156, 157, 372 

Vandalia  South  Canal,  Milk  River,  date 156 

data  about 405 

location  of 156 

work  on,  during  year 156, 371 

Vandalia  Point  worta,  cost 372 

Vaughn ,  Mont. ,  Sun  River,  population 167 

Vaughn. Wyo. ,raih'oad  station,  North  Platte.  185 
Vegetables,  statistics,  all  projects ....  10, 13, 424-443 

Verde  River,  flow  of,  at  McDowell 63 

Victor  pumping  project,  Texas 268 

Vista,  N ev. ,  flow  of  Truckee  River  at 197 

VitriHed  pipe,  unit  bids  on  laying 397 

Voucher  transactions,  finances 463-466 
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Wagner,  Mont. ,  Milk  River,  population 155 

Wages  paid  on  all  projects 423 

Wagons,  number  of.  in  service 422 

Waiver  of  liquidated  damages,  decision 341 

Waloott  Lake  Reservoir.  (See  Lake  Walcott.) 
Walker  River,  Nev.,  seoondary  prefect,  men- 
tion        45 

financial  statements 458,465,472 

Wallaoe  feeder,  construction  of,  Salt  River.  64, 65, 70 

Wapato,  Wash. ,  pqinilation  of. 293 

Wapato,  secondary  project,  mention 45 

financial  statements 459,465,472 

Wapato  unit,  Yakima,  description  of 294 

water-power  development  proposed 40, 407 

War  Department,  cooperation,  typhoid 61 

Ward  Lake  Reservoir  site,  Texas 268,270 

Warm  Springs  Reservoir,  drilling 241 

Warren  Act  contract,  Kittitas 294 

Wasatch  County,  Strawberry  Valley  project.      271 

Washburn ,  seoondary  project,  mention 45 

financial  statements 459.465,472 

Washington,  accretions  to  reclamation  fund .     467 

allotments. 457-464 

legislation 289 

litigation 356,367 

net  investment  to  June  30, 1914 457-464 

Okanogan  project 279-288 

purchases  of  rights  and  property 47,369 

Palouse  prefect 289-292 

seoondai^  protects 45 

Sunn3rsiae  unit,  Yakima  project 293-316 

surveys  in.  Palouse  project 45 

Tieton  unit,  Yakima  project 293-316 

Yakima  project 293-316 

Washington  State  College,  work  of 291 

Washington,  office  assets  and  liabilities 470,471 

Washington  division ,  organization 477 

Washington  Irrigation  Co.,  lands,  area 290 

Washtucna  Reservoir  site,  Washington  sur- 
veys        290 

Washtucna  Lake,  surveys  near 291 

Wassup  Creek,  Washinf^on,  water  filings 292 

Waste  of  water  discussed 24 

Wasteways,  Boise-pn^ect,  construction  of. . .     107 

definition  of 22 

Water  appropriations.  Palouse  project 291 

Water,  claim  for  all.  (See  Irrigation  plans. ) 
Water  delivered  (see  "historical  review ")--.  66-320 

1913  (table) 455,456 

Water  diverted  (eee  "historical  review") . . .  66-320 

1013  (table) 452-454 

Water  distribution,  all  projects 455, 456 

Water,  duty  of  (see  "  historical  review"). . . .  66-320 

all  projects 456 

sale  of,  North  Platte 191 

Water  handling,  unit  bids  on 400 

Water  logging  of  land  discussed 20-24 

Water-power  canal  purchased.  Salt  River, 

date.r : ; 63 

Water  power  developed  (see  also  Power) 43 

Water  rates 66,99,108 

Water-right  applications,  number  of 412 

decisions 340 

Water  right,  area  for,  decisions 339 

finances 466,467 

Water  rights,  collections  by  corporation,  de- 
cisions      339 

Water  righ ts,  area  under 41 

discussion  of. 16 

Water  stored.   (See  "  historical  review. ) " 

1913  (table) 460,451 

Water  supply  (see  discussion,  each  project). .  63-317 

Water  table,  rise  of,  discussed 20-24 

Belle  Fourche 262 

Klamath 253 

Elephant  Butte 222 

Water  users'  work.  Salt  River  project 65 

Water  Users*  Association,  Strawberry  Val- 
ley   273-276 

Watkin*s  Reservoir,  Boise,  storage  in 108 

Wehri  tunnels.  Salt  River  project,  data 406 

Wells,  number  and  aggregate  depth 43, 418 

Wells  in  Garden  City  project 125 

Wells,  in  Salt  RiverValley 64 

Wenatchee-Oroville  Branch  Railroad  built . .      283 

Wenatchee  Valley  fruit  shipments 283 

West  Branch,  Fort  Peck,  mention  of 142 

West  Canal,  Uncompahgre,  operations  on. .  99,370 
litigation 344 
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West  Canal,  work  on,  daring  year 96,98 

tun  nels,  data 406 

West  End  pumping  plant,  Minidoka  proj- 
ect   114,116 

West  Extension  Canal,  data 405 

West  Extension.  Umatilla  project,  status. .  244, 250 

West  Main  Canal,  Aria.,  work  on 74 

West  Texas  Reclamation  Association,  work. .     267 
Western  Canal ,  Salt  River,  date  completed . .       64 

work  on,  during  year 65 

operation  of 65 

West  Texas  Reclamation  Association 267 

Wet  excavation-unit  bids 389,390 

Weymouth,  F.  £.,  reference  to  articles  by. . .     482 

Whalen,Wyo.,  railroad  station 186 

flow  of  North  Platte  River  at 185 

Whalen  Dam,  Wyo. ,  North  Platte,  data 404 

date  of  completion 186 

litigation 352 

Wheel  scrapers,  number  in  service 422 

Wheat,  crop  statistics,  aU  projects 424-442 

Wheat  lands,  production  declined 44 

White  River,  secondary  project,  mention —      45, 

White  River  Utes,l«islatlon 338 

WhitehaU  Crossing.  Blackfeet,  estimated  cost     133 

WhitetaUCreekTBlackfeetprQlect 129 

Whitewood,  8.  Dak^ population  of 259 

Whitman  County,  Wash.,  action  of  citixens. .     289 

Wide  HoUow  Unit,  area 408 

Wiedrich  reservoir  site.  Wash.,  surveys. ...  290, 291 

WillcxKks,  Sir  Wm. .  reference  to  artide 481 

WOUams  County.  N.  Dak.,  mention. 229 

WHUston.N.  Dak.,  population  of. 229 

sale  of  power  to , 232 

engineering  article  about 484 

flow  of  Missouri  River  at 229 

WiUiston  power  plant 35,40,41,407 

construction  work 3'9 

date  completed 230 

WiUiston  unit  (M€  North  Dakota) 230-238 

area,  lands 408 

Willow  Creek,  Oreg. .  flow  at  Clear  Lake 251 

Blackfeetpn^eci,  surveys.... 130 

Sun  River  project,  flow  of 167 

Willow  Creek  Dam,  Sun  River,  data 402,403 

date  conmleted 168 

tunnel,  data 406 

Willow  Creek  lateral,  BeUe  Fourche 260 

Willow  Creek  Reservoir,  Sun  River,  data. ...     401 

lands  purchased 366 

location  of 168 

storageinl913 450 

Willwood  Canal,  Shoshone,  location  of. 318, 324 

tunnels,  data 406 

Wind  River  Reservation ,  legislation 339 

Windy  Gap  Reservoir  site,  reference  to 71 

Winters  Creek  Lake,  estimated  cost 196 

Winona,  Wash. ,  reservoir  site,  surveys 290, 291 

WioU,  Mont.,  railroad  station.  Fort  Peck..  141, 142 

lands  to  be  irrigated  near 142 

Withdrawn  lands  subject  to  entry,  law 331 

Withdrawn  public  lands,  area  of 409 

Wolf  Creek,  Fort  Peckprq|€ct,  flow  of 141 

Wolf  Creek  Dam  and  Reservoir,  data 401, 402 

Wolf  Point,  Mont.,  flow  of  Wolf  Creek  at. . . .      141 

population 141 

Wolf  Point  division.  Fort  Peck,  description. .      141 
Wood,  bridges,  culverts,  flume  and  pipe. . .  42,43, 

415-417 

Woolford .  Canada,  raihoad  station 155 

Worden,  Mont. ,  Huntley  project,  population.      147 

Worden  Drain,  Klamath,  litigation 355 

Work  order  system,  engineer,  finances 53 

Wyo,  California  railroaa  station,  Orland  proj- 
ect         83 

Wyoming,  accretions  to  reclamation  fund 457 

allotments 457-461 

Jackson  Lake,  litigation 357 

Indian  legislaiion 339 

lltigaUon...: 357 

net  investment  to  June  30, 1914 457-M4 
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Wyoming,  purchases  of  rights  and  property.  47,309 

seoonaary  projects 45 

Shoshone  project 317-324 

Y. 

Yakima,  Wash.,  population  of 293 

Yakima  County,  wash.,  mention  of 293 

Yakima  Fruit  Growers'  Association 299. 303 

Yakima  Indian  Reservation,  Irrigation 294,33al 

Yakima  project 293-316 

altotments 459-461 

area  and  units 410-ill 

canals,  mileage  and  capacity 405,413 

crop  statistics 424-446 

dams,  height,  length  and  volume 403,404 

data,  operations  and  feature  costs 293-316 

electrical  and  mechanical  engineering. .        380 

emptoyees,  number 423,478 

entpneering  articles,  list  of 484 

financial  statements 310-316 

Indian  legislation 338 

injuries  to  emptoyees 479 

litigation 355-357 

omnizatlan  of  project 477 

ptmdpalcontzacts 374 

pnbUcnotioes 304-310 

purdiase  of  rights  and  property 47,369 

reservoirs,  data  on 401,413 

Bommary  of  results 412-423 

tunnels,  number  and  length 406,413 

water-power  development  proposed 40, 407 

YaUma  River,  flow  of,  at  Union  (lap 2B3, 838 

water  dlvarskm. 452-154 

Yakima  storage  unit    (5ee  Yakima.) 295 

Yampa  R  iver,  reservoir  sites,  reference 71 

Yellowstone  County,  Hont.,  Huntley  prtA- 

ect 147 

YeUowstone  River,  flow  at  Glandive 175 

Yellowstone  River,  flow  of,  at  Huntley 147 

diversion  from,  1913 453-454 

location  of  diversion  from 148 

Yields  of  crops,  1913,  data 428-433 

Yoakuxn.C^.,  flow  of  Umatilla  at 243 

Ysleta,  Tex.,  population  of 219 

construction  work  near 221 

Yuma,  Ariz.,  population  of 73 

Yuma  County,  Ariz.,  mention  of 73 

Yuma  Indian  Reservation,  drainage  work  on.       75 

irrigation  on,  legislation 337 

laterals  built 74 

river-front  protection 74 

Yuma  Main  Cabal,  engineering  data 405 

Yuma  project,  Arlsona-Californla 73-80 

allotments 337,457-461 

area  and  project  units 406-409 

canals,  mileage  and  capacity 405,413 

crops  statistics 424-446 

dams,  height,  length,  and  volume 402, 404 

data,  operation  and  feature  costs 73-W 

elecdiod  and  mechanical  engineering 378 

emptoyees,  number  of 423,478 

engineering  articles 482 

engineering  data  about 401-411 

Utigation 342 

OTj^nlzation  of  project 475 

purchase  of  rights  and  property 47,360 

reservoirs,  data  on 401 

summaiy  of  results 412-423 

tunnel,  length 406,413 

units  of  area,  operation 76 

water-power  development  proposed 40, 407 

Yuma  siphon  (tee  Cotorado  River  siphon) ...     406 

Yuma  Valley .  area  under  cultivation 76-77 

construction  of  canals  in 74 

Yuma  Valley  R.  R.  oonstrucUon 73,75,77,342 

Z. 

Zalini8ki,E.R.,refereDoe  to  article  by 484 

Zanjero,  stations,  estimate  of  cost 7D 

Zillah,  Wash.,  population  of 293 

Zimmerman  project,  Texas,  area 208 

Zimmerman,  zeservoir  site,  Texas 270 
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Acreace  cropped  and  JrrigBted,  1013 424-127 

Acreage  cropped  and  value  of  crops,  1913 8 

Acreage  cropped,  by  crops,  1913 10 

Acreage  irrteated,  by  years,  190(V-1918 7 

Acreage  under  contract,  1914 412 

Alfalfa  and  grain  crops  compared 12 

Alllalfo  crop,  value  per  acre.  United  States. . .       11 
AUaUA  crop  jrields,  per  acre,  United  States. . .       12 

AUotments  and  investments,  by  States 457 

Allotments  and  investments,  by  projects . .  467-459 

Annual  reports,  Reclamation  Service 3 

Area  of  projects,  units  and  lands 40&-411 

Assets,  liabilities,  reserves,  and  capital  for  all 

projects 49^1 

Assets,  liabilities,  primary  projects  {$ee  dis- 
cussion)  68-322 

Assets,  liabilities,  secondary  projects 471 

B  ids  and  contract  prices 381-400 

Canals,  name,  capacity,  mileage 405 

Cement  contracts  and  prices 374 

Cement  purchases  under  contract 375 

Cement  tested  and  accepted,  1906-1314 59 

Cement  tested,  pureness,  tensile,  etc 376-377 

Checks,  outstanding,  of  bidders 468 

Collections  of  cash,  all  sources 466 

Collection  of  water-right  charges 467 

Collection  vouchers,  all  projects 463 

Construction  summary,  all  projects 41-43 

Construction  summary,  eacn  project 413-419 

Cost  of  contemplated  works,  all  projects 53 

Cost  of  contemplated  worln,  primary  proj- 
ects  61^^4 

Cost  of  contemplated  works,  secondary  proj- 
ects       472 

Contracts,  principal  cement 370-374 

Crop  prices.  1913,  each  project 435-436 

Crop  report,  detail  each  project  (tee  discus- 
sion)   67-321 

Crop  vahies,  total  1913 441-446 

Crop  values  per  acre,  1913 437-440 

Crop  yields  per  acre,  1913 428-430 

Crop  yields,  total,  1913 431-433 

Dams,  diversion,  engineering  data 404 

Dams,  storage,  engineering  data 403-408 

Disborsement  vouchers,  ail  projects 463 

Employees,  average  and  maximum  foroe 423 

Empk^ees,  number,  June,  1914 478 
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Equipment  summary 42(M22 

Freight  and  express  charges,  1906-1914 55 

Functional  feature  costs,  all  projects 51 

Functional  feature  costs,  each  project 60-323 

General  expense,  1902-1913 54 

Historical  review,  area  and  water 66-320 

Injuries  to  employees  and  compensation 479 

Operating  revenues  and  expenses,  all  projects       51 
Operating  revenues  and  expenses,  priznary 

projects 80-324 

Palouse  Reservoir  surveys 290 

Pecos  Valley,  private  projects 268 

Pecos  Valley,  reservoir  sites 270 

Power  development  proposed 40, 407 

Power  plants,  capacftv  and  output 35 

Power  plants,  cost  ana  receipts 41 

Power  rates,  Minidoka  project 36 

Power  sales.  North,  Dakota  Pumping 232 

Receipts  and  payments,  cash,  1914 48 

Receipts  from  sale  of  lands,  etc 457 

Receipts,  reclamatkm  fund 460 

Reclamation  deposit  account 468 

Reclamation-fund  account 462 

Reservoirs,  engineering  data 401 

Rights  and  property  purchased,  all  projects . .       47 
Rights  and  property  purchased,  detail  for 

year 360-369 

Rio  Grande  Dam  fund 467 

Savings  by  Government  forces 26 

Secondary  project  costs 471 

Seepage  areas,  Shoshone  project 319 

Settlement  data  (see  discussion) 66-321 

Stock  and  equipment  on  f^irms 447-449 

Transfer  vouchers  approved 463 

Treasury  Department  balances 462 

Tunnels,  name  and  length 406 

Typhoid  inocu  lations  and  reactions 61 

Voucher  transactfons,  etc.,  primary  projects.      464 
Voucher  transactions,  etc.,  secondaiy  proj- 
ects       465 

Voucher  transactions,  etc.,  Indian  projects. . .     466 

Voucher  transactions,  etc. ,  all  projects 466 

Washington  office  accounts 470 

Water  distrlbuUon,  1913 455-456 

Water  diversions,  1913 *....  452-454 

Water  storage,  1913 460-451 
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